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Reso.  No.  '  Approved 

Subject 

Summary 

13-0001 

1-8-13 

CS-804 

I 

Approve  Amendment  No.  6  to  Agreement  CS-804,  Alameda  Siphon  No.  4,  with  Black  Veatch/AGS  , 
Inc.,  for  Engineering  Services  during  construction;  Authorize  the  GM  to  execute  the  retroactive  ■ 
amendment  extending  the  agreement  to  March  9,  2013,  with  no  change  to  the  contract  amount.  1 

13-0002 

1    O  1  o 

CS-896 

Approve  Amendment  No.  1  to  Agreement  CS-896,  As-Needed  Laboratory  Analytical  Services,  with 
Eurofins  Eaton  Analytical,  Inc.,  to  provide  the  ongoing  analytical  expertise  to  ensure  compliance 
with  Water  and  Wastewater  regulatory  requirements;  Authorize  the  GM  to  execute  the 
amendment,  increasing  the  agreement  duration  by  two  years. 

WD-2439 

Accept  work  performed  by  MSquared  Construction,  Inc.,  for  Contract  WD-2439, 8-inch  DIM 
Installation  on  Laguna  St.  from  Market  to  Post  Sts.;  Approve  Modification  No.  2  to  reconcile  the 
final  contract  amount  to  reflect  the  actual  quantity  of  work  performed,  increasing  the  contract 
l^mount  by  $23,496,  and  authorize  final  payment. 

13-0004 

1-8-13 

WD-2600 

Accept  work  performed  by  Roadrunner  Drilling  and  Pump  Company  for  Contract  WD-2600, 
Regional  Groundwater  Storage  and  Recovery  Project  -  Test  Well  Drilling.  Approve  Modification 
No.  4  to  reconcile  payment  items  to  reflect  actual  quantities  used  under  unit  price  and  allowance 

bid  items,  decreasing  the  contract  by  $245,715,  and  authorize  final  payment. 

13-0005 

1-8-13 

WD-2607 

flHHHI^  

Accept  work  performed  by  Trinet  Construction,  Inc.,  for  Contract  No.  WD-2607,  Pulgas  Balancing 
Reservoir  -  Modifications  of  Existing  Dechloramination  Facility,  for  upgrading  the  treatment 
facilities  located  at  Pulgas  Balancing  Reservoir,  and  authorize  final  payment. 

13-0006 

1-8-13 

WW-462 

Accept  work  performed  by  Cal  State  Constructors  for  Contract  No.  WW-462,  SE  Water  Pollution 
Control  Plant  Digester  Gas  Circulation  Compressor  Replacement,  and  authorize  final  payment.   

i  13-0007 

1-8-13 

Revocable  Permit 

r"it\/  of  Milnits^ 

(Public  Park) 

Approve  the  terms  and  conditions  and  authorize  the  GM  to  execute  a  five-year  revocable  permit^ 
to  the  Citv  of  Milnitas  to  use  and  maintain  aooroximatelv  1  35  acres  of  SFPUC  Drooertv  located  at 
the  intersection  of  Coelho  and  Cortez  Sts.,  in  Milpitas,  as  a  public  park  with  no  use  fee.  The  Permit 
will  replace  an  existing  permit  issued  to  the  City  of  Milpitas  on  May  16, 1967. 

io-UUUo 

Revocable  Permit 
(InnVision  Shelter 
Network) 

Approve  the  terms  and  conditions  and  authorize  the  GM  to  execute  a  five-year  revocable  permit 
to  InnVision  Shelter  Network  for  the  use  of  approximately  2,670  square  feet  of  SFPUC  property, 
located  on  Locust  St.,  in  Redwood  City,  as  a  green  space  play  area  for  children's  outdoor 
recreation.  The  annual  permit  fee  is  $3,204,  subject  to  annual  increases  at  a  rate  of  four  percent. 

13-0009 

1-8-13 

CS-142A 

Approve  Amendment  No.2,  Agreement  CS-142A,  As-Needed  Community  and  Contractors 
Outreach  Services,  with  The  Thier  Group  to  continue  conducting  outreach  to  local  and  regional 
contractors;  Authorize  the  GM  to  execute  the  amendment,  increasing  the  agreement  by  $49,000  j 
,  and  with  a  time  extension  of  one  year.  H 
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13-0010 

1-8-13 

WW-513 

Approve  Modification  No.  5  to  Contract  No.  WW-513,  North  Shore  and  Mariposa  Pump  Station 
Improvements,  with  Cal  State  Constructors,  Inc.,  to  complete  the  improvements  for  pump  station 
reliability  contract  work,  increasing  the  contract  amount  by  $270,480  and  with  a  time  extension  of 
90  consecutive  calendar  days. 

13-0011 

1-8-13 

CS-968 

Approve  Amendment  No.  1  to  Agreement  CS-968,  Environmental  Analysis  Services  for  the  Upper 
Alameda  Creek  Filter  Gallery  Project,  with  Environmental  Science  Associates  to  provide 
environmental  analysis  services  and  permitting  support;  Authorize  the  GM  to  execute  the 
amendment  with  a  time  extension  of  six  years. 

13-0012 

1-8-13 

HH-953 

Approve  an  increase  in  the  construction  contract  cost  contingency  for  Contract  No.  HH-953,  Tesia 
Portal  Protection,  in  the  amount  of  $519,366,  and  an  increase  in  the  contract  duration  of  up  to 
195  consecutive  calendar  days;  Authorize  the  GM  to  approve  future  modifications  to  the  contract. 

13-0013 

■1 

1-22-13 

HH-926R 

Accept  work  performed  by  Construction  Services  Inc.,  for  Contract  HH-926R,  Hetch  Hetchy 
Microwave  Upgrade  Phase  II;  Approve  Modification  No.  2,  for  the  purchase  and  installation  of 
additional  materials  and  to  provide  extra  electrical  and  radio  testing  services,  increasing  the 
contract  amount  by  $90,405  and  with  a  time  extension  of  60  consecutive  calendar  days;  Authorize 
final  payment. 

13-0014 

1-22-13 

WD-2613 

Approve  the  plans  and  specifications,  and  award  Contract  WD-2613,  8-inch  DIM  Installation  on 
23"^  St.  from  Church  St.  to  Hoffman  Ave.,  in  the  amount  of  $1,084,000  to  the  lowest,  qualified, 
responsible  and  responsive  bidder,  M  Squared  Construction  Inc. 

T?-<)015 

1-22-13 

WW-526 
(Assignment  & 
Novation  Agmt.) 

Approve  the  Assignment  and  Novation  Agreement  for  WW-526,  WWE  Elevator  Maintenance  and 
Repair;  Authorize  the  GM  to  execute  an  Assignment  and  Novation  of  the  existing  Contract  from 
Ascent  Elevator  Sen/ices,  Inc.  to  KONE,  Inc. 

13-0016 

1-22-13 

WW-560 

Approve  the  plans  and  specifications,  and  award  Contract  WW-560,  As-Needed  Main  Sewer 
Replacement,  for  a  total  contract  amount  not-to-exceed  $2,775,550,  to  the  lowest,  qualified, 
responsible  and  responsive  bidder,  Shaw  Pipeline,  to  perform  main  sewer  replacement  work  at 
locations  to  be  determined. 

' 13-0017 

1-22-13 

MOA  with  UC 

Authorize  the  GM  to  execute  a  IVlOA  with  UC  Santa  Cruz,  for  an  amount  not  to  exceed  $94,692 
anu  wiin  a  uuration  or     monxns,  to  conuuct  a  genetic  evaluation  ottne  ancestry,  origins  and 
population  structure  of  Steelhead  and  Rainbow  Trout  in  Alameda  Creek. 

■^018 

1-22-13 

WD-2559R 

Approve  Modification  No. 6  to  Contract  WD-2559R,  New  SFPUC  Administration  building,  with 
Webcor  Construction;  Authorize  the  GM  to  execute  the  amendment  to  complete  the  work  and 
obtain  the  final  acceptance  of  the  project,  extending  the  duration  for  final  completion  by  120 
consecutive  calendar  days  from  the  substantial  completion  date  of  June  8,  2012. 

13-0019 

1-22-13 

Approve  the  selection  of  Grid  Subject  Matter  Experts,  LLC  (Grid  SME);  Award  Agreement  CS-245, 
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p 

Technical  Support  Services,  HHWP  North  American  Electrical  Reliability  Corporation  (NERC) 
Regulatory  Standards  -  Critical  Infrastructure  Protection,  to  provide  the  HHWP  Division  with  NERCj 
audit  and  compliance  consulting  services;  Authorize  the  GM  to  negotiate  and  execute  a  9 
professional  services  agreement  with  Grid  SME  for  an  amount  not-to-exceed  $1,500,000,  and  withj 
a  duration  of  five  years.  1 

13-0020 

1-23-13 

WD-2551 
(Schedule  and 
Cost  Revisions  to 
Calaveras  Dam 
Replacennent 
Project) 

Adopt  CEQA  findings  to  the  FEIR  for  the  proposed  modifications  to  the  Calaveras  Dam 
Replacement  Project  (CDRP)  and  approve  CDRP  modification;  Approve  revisions  to  the  schedule 
and  budget  of  the  CDRP  being  delivered  as  part  of  the  WSIP,  and  direct  staff  to  send  a  Notice  of 
Change  Report  to  the  CA  DPH  and  the  CA  Seismic  Safety  Commission  in  compliance  with  CA 
Water  Code  bection  /i5Uz(a)(o)  and  Assembly  dims  lazi  ana  z4o/;  Approve  an  increase  in  tne 
construction  cost  contingency  for  Contract  No.  WD-2551,  CDRP,  in  the  amount  up  to 
$117,000,000,  and  an  increase  in  the  contract  duration  of  up  to  761  consecutive  calendar  days. 
Authorize  the  GM  to  approve  future  modifications  to  the  contract  for  a  total  revised  contract 
amount  up  to  $402,529,035  and  for  a  total  revised  contract  duration  up  to  2,290  consecutive 
caienuar  aays.  Approve  lunuing  reaiiocdiion  in  tne  amount  or  pjlJ./,uuu,uuu  rrom  L-uvvoyj, 
Program  Management  Reserve  Project  to  the  CUW37401,  CDRP. 

13-0021 

1-23-13 

WD-2575 

Approve  the  plans  and  specifications,  and  award  Contract  WD-2575,  San  Antonio  Backup  Pipeline, 
in  the  amount  of  $31,372,335,  and  for  a  contract  duration  of  720  consecutive  calendar  days,  to 
tne  lowest,  c^uaiiTieu,  responsiuie  ana  responsive  uiaaer,  rxanger  ripeiines,  inc.,  to  proviae  reiiaDie 
conveyance  capacity  for  emergency  discharges  of  Hetch  Hetchy  water  supplies,  and  to  increase  g 
operational  flexibility  and  reliability  during  emergencies  and  planned  maintenance.  J[ 

13-0022 

1-23-13 

2009  Water 
Supply  Agreement 
AmcnurTieni 

Authorize  the  GM  to  negotiate  and  execute  an  amendment  to  the  2009  Water  Supply 
Agreement  in  substantially  the  form  set  forth  in  this  item;  Direct  staff  to  take  all  steps  necessary 
to  secure  tne  approval  oi  tne  amenament  oy  tne  wnoiesaie  customers,  ana  recommena  tnat  tne 
wholesale  customers  approve  the  amendment. 

13-0023 

2-12-13 

WaterSmart  & 
Energy  Efficiency 
uidnt  rrograrM 

Authorize  the  GM  to  apply  to  the  US  Bureau  of  Reclamation  WaterSMART  Water  and  Energy 
Efficiency  Grant  Program  for  funding  up  to  $300,000  for  a  High-Efficiency  Municipal  Fixture  J 
rsetroTit  rroject  tnat  win  engage  piumuers  irom  tne  or  Lirw  to  replace  nign  water  using  toiiets,  |9 
urinals,  washing  machines  and  other  water-using  devices  with  efficient  models  in  a  maximum  of  1 
46  municipal  buildings. 

13-0024 

2-12-13 

WD-2649 

Approve  the  plans  and  specifications,  and  award  Contract  WD-2649,  Geary  Road  Bridge  Project,  in 
the  amount  of  $3,387,720,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Gordon  N. 
Ball,  Inc.,  to  demolish  and  remove  the  existing  bridge;  Construct  a  new  bridge  with  abutments  and 
piers;  Install  new  and  refurbished  access  roads;  Replace  culverts;  upgrade  storm  water  drainage 
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facilities;  Perform  site  restoration  and  landscaping  work;  and  maintain  a  2.5  year  plant 
establishment  period. 

13-0025 

2-12-13 

CS-307                ,  Approve  the  selection  of  Mohr  Engineering  Division,  a  division  of  Stress  Engineering  Services,  Inc., 
1  for  Agreement  CS-307,  Manufacture  and  Testing  of  a  Slip  Joint  System  for  the  Seismic  Upgrade  of 
j  BDPL  3  &  4  at  the  Hayward  Fault  Project,  to  provide  design,  manufacture  and  testing  services  of  a 
1  slip  joint.  Authorize  the  GM  to  negotiate  and  execute  a  combined  professional  services  and 
;  commodities  agreement  with  Mohr  Engineering  Division  for  an  amount  not-to-exceed  $3,000,000, 
IIHHHB    ;  and  with  a  duration  of  16  months. 

13-0026 

2-12-13 

HH-935C 

Approve  an  increase  in  the  contract  duration  contingency  for  Contract  HH-935C,  San  Joaquin 
Pipeline  System  Eastern  Segment  and  other  facilities,  of  up  to  109  consecutive  calendar  days. 
Authorize  the  GM  to  approve  future  time  extensions  to  the  contract  duration.  The  potential 
increase  in  the  contract  duration  is  due  to  design  modifications  required  to  meet  performance 
criteria  for  Oakdale  Portal,  differing  site  conditions,  and  unanticipated  bird  migrations. 

13-0027 

2-12-13 

10-Year  Financial 
Plan 

(FY  2013-14 
through 
FY  2022-23) 

Public  Hearing  to  consider  and  possible  action  to  adopt  the  SFPUC's  10- Year  Financial  Plan  for  FY 
2013-14  through  FY  2022-23. 

13-0028 

2-12-13 

10-Year  Capital 
Plan  (FY  2013 
through 
FY  2022-23) 

Public  Hearing:  Consider  and  possible  action  to  adopt  the  SFPUC  10-Year  Capital  Plan  for  FY  2013 
through  FY  2022-23;  Authorize  the  GM  to  coordinate  a  request  for  Supplemental  Appropriation 
for  the  Enterprises  of  the  SFPUC  to  adjust  the  adopted  FY  2013-14  Capital  Budget,  based  on 
updated  capital  investment  needs. 

13-0029 

In 

2-12-13 

Operating  Budget 
Mid-Cycle 
Adjustments  (FY 
2013-14) 

Discussion  and  possible  adoption  of  FY  2013-14  Operating  Budget  Mid-Cycle  Adjustments. 

13-0030 

2-12-13 

Employment 
Contract 
(Emilio  Cruz) 

Discussion  and  possible  action  to  approve  the  terms  of  an  employment  contract,  pursuant  to  San 
Francisco  Charter  Section  88. 126(a),  between  the  SFPUC  and  Mr.  Emilio  Cruz,  for  the  position  of 
AGM  for  Infrastructure  of  the  SFPUC;  Authorize  the  GM  to  execute  the  contract. 

2-26-13 

WW-418 

U  

Accept  work  performed  by  J.  Flores  Construction  for  Contract  WW-418,  Various  Locations  Sewer 
Replacement  No.  2,  for  a  total  contract  amount  of  $2,471,809,  and  with  a  total  contract  duration 
of  262  consecutive  calendar  days;  Authorize  final  payment. 

2-26-13 

WW-482 

Approve  Modification  No.  2  to  Contract  WW-482,  Various  Locations  Sewer  Cleaning  Contract  No. 
1,  with  ProVen  Management  Inc.,  to  complete  the  sewer  cleaning  work  on  Treat  Ave.  from  17th  to 
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loth  bts.,  increasing  the  contract  by  5230,000,  tor  a  total  contract  amount  ot  >2, 820,000. 

13-0033 

mm 

m 

2-26-13 

WW-502 

Approve  Modification  No.  1  Contract  WW-502,  Laurel  Heights/Haight  Districts  Sewer 
Replacement  and  Pavement  Renovation,  with  Harty  Pipelines,  for  a  time  extension  of  64 
consecutive  calendar  days,  to  allow  for  additional  days  due  to  the  City's  Holiday  construction  Jj 
moratorium,  and  to  complete  additional  work  due  to  unforeseen  conditions  encountered  during 
ine  sewer  replacement  worK,  increasing  ine  coniraci  uuraiion  to  z^u  consecuiive  Cdienuar  uays, 
with  no  change  to  the  contract  amount. 

13-0034 

2-26-13 

WD-2415 

Accept  work  performed  by  J.  Flores  Construction  Company,  Inc.,  for  Contract  WD-2415,  8-inch  DIP 
Main  Installation  on  Mason  St.,  between  Geary  St.,  to  Sutter  St.;  Powell  St.,  between  Jackson  St. 
and  Vallejo  St.;  Taylor  St.,  between  Clay  St.  ,and  Vallejo  St.;  Auburn  St.,  between  Jackson  St.,  and 
Pacific  Ave.;  Approve  Modification  No.  3,  decreasing  the  contract  by  $83,984  to  reconcile  the  final 
contract  amount  to  reflect  the  actual  quantity  of  work  performed  and  authorize  final  payment. 

13-0035 

2-26-13 

CS-893 

Approve  Amendment  No.  1  Agreement  CS-893,  Systems  Engineering  Services  for  the  WSIP  with 
CH2M  Hill  to  provide  continued  systems  engineering  services;  Authorize  the  GM  to  execute  the 
amendment,  extending  the  agreement  duration  by  one  year,  with  no  increase  to  contract  value. 

li-UUib 

z-2fa-13 

MOU  between 
SFPUC  &  North 
San  Mateo  Co. 
Sanitation  District 
(Harding  Park 
Recycled  Water 
Project) 

Authorize  the  GM  to  execute  Amendment  No.  5  to  extend  the  term  and  add  an  additional  task  to 
the  MOU  between  the  SFPUC  and  the  North  San  Mateo  County  Sanitation  District  for  the 
provision  of  consulting  services  for  the  planning  and  development  of  the  Harding  Park  Recycled 
Water  Project  No.  CUW  30204.  The  term  of  this  MOU  is  set  to  expire  on  April  11,  2013.  The 
proposed  amendment  will  extend  the  term  of  the  agreement  to  October  20,  2013  to  allow  the 
consultant,  Carollo  Engineers,  to  undertake  an  additional  task  required  by  WSIP  asset 
management  procedures.  No  additional  funds  are  needed. 

13-0037 

m.  

pMv 

2-26-13 

Small  Generator 
Interconnection 
Agreement  with 
PG&E  (University 
Mound) 

Authorize  the  GM  to  enter  into  a  Small  Generator  Interconnection  Agreement  (SGIA)  with  PG&E  i 
to  connect  the  University  Mound  Renewable  Hydroelectric  Project  to  the  PG&E  electric  grid.  The  ■ 
SGIA  will  have  a  maximum  cost  of  $86,765,  which  includes  $49,500  for  network  upgrades,  and 
$37,265  for  a  one-time  charge  to  cover  PG&E's  long  term  cost  of  ownership  of  upgrades.  The  SGI^ 
has  a  duration  of  10  years,  subject  to  automatic  renewal  every  year  thereafter.  J 

13-0038 

3-12-13 

8  Washington  St. 

Adopt  Findings  pursuant  to  the  CEQA  related  to  a  proposed  Ordinance  by  the  SF  Port  Commission, 
and  introduced  at  the  BOS  on  December  11,  2012,  entitled  Encroachments,  Public  Service 
Easements  and  Vacations,  Infrastructure  -  8  Washington  Street,  concerning  matters  that  are 
within  the  jurisdiction  of  the  SFPUC;  Authorize  the  GM  to  recommend  that  the  BPS  approve  the 
proposed  Ordinance;  Authorize  the  GM  to  negotiate  agreements  with  the  Developer  and  the  Port 
stating  conditions  and  restrictions  to  protect  existing  and  future  SFPUC  sewer  infrastructure  on, 
under,  and  adjacent  to  the  Development  Site,  prior  to  and  as  conditions  to  the  effectiveness  of 
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the  summary  vacations  of  the  easements  under  the  Ordinance,  subject  to  further  Commission 
approval  of  such  agreements;  and  Approve  the  acceptance  of  the  Relocated  SFPUC  Jackson  St., 
Easement,  the  Relocated  Drumm  St.,  Sewer  Easement,  the  Seawall  Lot  Easement  and  the  SFPUC 
Vault  Easement;  and  Authorize  the  GM,  in  consultation  with  the  City's  Director  of  Property,  to 
finalize  the  locations  and  legal  descriptions  of  the  New  and  Relocated  SFPUC  Easements  and 
approve  the  Project's  subdivision  map  consistent  with  such  easements  and  this  Resolution. 

^llection 
Agreement 
between  USPS 
and  CCSF 
(Camp  Mather) 

Approve  Modification  No.  1  to  the  Collection  Agreement  between  the  United  States  Forest 
Service  and  the  City  and  County  of  San  Francisco  regarding  acquisition  of  the  25.2  acres  of  land  at 
Camp  Mather,  Tuolumne  County,  increasing  the  Agreement  by  $21,722.  The  increase  reflects 
higher  than  anticipated  costs  for  value  consultation  and  land  title  services  being  performed  by  the 
Forest  Service. 

13-0040 

3-12-13 

WW-483RR 

Approve  an  increase  in  the  construction  contract  cost  contingency  for  Contract  No.  WW-483RR, 
North  Shore  to  Channel  Force  Main  Drainage  Improvement,  with  KJ  Woods  Construction,  in  the 
amount  up  to  $15,324,000,  and  an  increase  in  the  contract  duration  contingency  of  up  to  466 
consecutive  calendar  days.  Authorize  the  GM  to  approve  future  modifications  to  the  contract; 
Negotiate  and  execute  a  MOU  with  SFMTA  on  Project  related  agreements  related  to  MUNI  bus 
rerouting  and  traffic  impacts  for  the  Project  in  the  vicinity  of  the  Project  ROW  negotiate  and 
execute  a  Reimbursement  Agreement  with  PG&E  to  redesign  and  construct  sewer  improvements 
to  avoid  PG&E  facilities  that  were  not  relocated  in  response  to  the  Project;  Accept  and  expend 
funds  from  PG&E  to  issue  a  related  Contract  Modification;  Authorize  staff  to  provide  support  to 
the  PG&E  related  project  work  to  be  included  in  the  proposed  Reimbursement  Agreement;  Seek 
BOS  authorization  for  acceptance  and  appropriation  of  funds  for  the  work;  and  adopt  findings 
pursuant  to  CEQA.  The  increase  in  the  contract  cost  contingency  and  duration  contingency  is 
needed  for  modification  required  to  address  differing  site  conditions  and  utility  conflicts,  as  well 
as  impacts  and  changes  to  SFMTA  bus  lines  and  traffic  conditions. 

13-0041 

- 

3-12-13 

Real  Estate 
Guidelines 

Approve  revised  Real  Estate  Services  Guidelines  to  reflect  changing  SFPUC  policies  and  real  estate 
practices.  ^ 

13-0042 
13-0043 

3-26-13 

CLOSED  SESSION 

13-0044 

3-26-13 

WW-488 

Approve  Modification  No.  2  to  Contract  WW-488,  As-Needed  Main  Sewer  Replacement  No.  1, 
with  A.  Ruiz  Construction,  for  adjustment  of  actual  quantities  used  for  unit-priced  bid  items  to 
complete  required  work,  increasing  the  contract  by  $720,884,  with  no  time  extension. 

13-0045 

3-26-13 

WW-514R 

Approve  Modification  No.  5  to  Contract  WW-514R,  Southeast  Water  Pollution  Control  Plant 
Medium  Voltage  System  Reliability  Upgrades,  with  NTK  Construction,  Inc.,  for  additional 
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protective  measures  for  electrical  works  in  order  to  comply  with  PG&E  requirements  and 
complete  the  electrical  reliability  upgrades  for  the  treatment  facility,  increasing  the  contract  by 

^o/ ,j±\j,  diiU  WILFi  d  llillc  CAlcilblUil  Ol  ZXU  LUIIbcCULIVc  LdlcilUdi  Udyb,  LU  LUIIipiclc  WUiK  lildl  Wdb 

delayed  due  to  the  unavailability  of  shutdowns. 

^-0046 

3-26-13 

WW-519 

Approve  Modification  No.  8  to  Contract  WW-519,  Channel  Pump  Station  Odor  Control  and  Facility 

Imnrrt\/i3m<an1"  Phaco  III  lA/il'hi  MTl^  f r\ncfr^l^f\^tn   \nr    i"0  aHHrocc  r*hianc7Pc  in  fiolH  fonHitinnc  anH 

lill|JIUvClilClll  rl  Id^C  tUf  WILII  1^1  r\  \^\J  \  loLlUL'LIUII/  IIIL..^  LU  CltJUl  KZoj  1.1  la  1  IgCO  III  1 ICIU  \^\Jl  lUILIUIID  allU 

unanticipated  electrical  work  related  to  the  installation  of  a  new  emergency  generator,  increasing 
the  contract  by  $109,042,  and  with  a  time  extension  of  180  consecutive  calendar  days,  necessary  j 
to  recover  from  the  cancellation  of  planned  shutdowns.  ' 

J  ZD  Xj 

\A/\A/  ^P,'^ 
VV  VV  JO  J 

MpprUvc  iric  pidllb  dllU  bpcrLII  ILdLIUilb,  dilU  dWdiU  V-UnirdLi                      lDLll/ZJ.bL/             z.  /  Ui/  D\J\.\\/ 

43rd/48th  Aves.,  Sewer  Replacement,  in  the  amount  of  $2,170,090,  to  the  lowest,  qualified, 
responsible  and  responsive  bidder,  Shaw  Pipeline,  to  replace  the  existing  sewers. 

1^-0048 

VV  VV  J\JJ 

 :  :  :  :  :   _  _  —  

Annm\/o  tho  nianc  anri  cnor'lfir'a't'innc  artH  a\A/arH  ^rtntraft  Mn  lA/UI-^f^^  A^rrl  Awo/AAl'K  Auo/ 
Mfjpiwvc  iiic  pidiib  diiu  opcLii icdiiuiid,  di4U  dWdiu  ^uiiiiai.i  i^u*  vvvv-?q3,  hoiu  mvc/hulii  mvc/ 

Geary  Blvd/O'Farrell/Natoma/Utah  and  London  Sts.,  Sewer  Replacement,  in  the  amount  of 
$2,620,410,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  D'Arcy  &  Harty,  to  replacejl 
the  existing  sewers.  1 

Mpprovc  Mriiciiuniciit  no.  i  lo  Mgrccmeni  ^o-jfx,  iriipicrrTicrHdiiuri  jcrviLcb,  lo  piuviuc  a  jrruv- 
customized  job  order  contracting  system  with  The  Gordian  Group;  Authorize  the  GM  to  execute 
an  amendment  for  a  time  extension  of  one  year  with  no  change  to  the  contract  amount. 

13-0050 

4-9-13 

Debt 

Management 
roiiuics  anu 
Procedures 

Adopt  the  Updated  Debt  Management  Policies  and  Procedures  of  the  San  Francisco  Public  M 
Utilities  Commission. 

13-0051 

4-9-13 

WW-522 

Approve  an  increase  in  the  construction  contract  cost  contingency  for  Contract  WW-522, 
Southeast  Water  Pollution  Control  Plant  Dewatering  Facility  Corrosion  Repairs,  with  Monterey 
Mechanical  Co.,  in  the  amount  of  $346,000;  Authorize  the  GM  to  approve  future  modifications  to 
the  contract.  The  increase  is  needed  for  additional  debilitating  corrosion  issues  discovered  during 
thp  rphahilitatinn  nf  thp  pvi'^tinp  hin<:nliri<;  Hpwatprinp  anri  *itnrapp  farilitv 

1 

4-9-13 

Sale  of  Easement 
to  PG&E 
(Crystal  Springs 
Watershed) 

Recommend  that  the  Board  approve  the  sale  of  an  easement  to  PG&E,  for  a  7,799  square-foot 
portion  of  the  SFPUC  real  property  in  the  Crystal  Springs  watershed  for  $2,200;  Authorize  the  GM 
or  the  City's  Director  of  Property,to  execute  an  easement  agreement  conveying  the  Easement  to 
PG&E  for  its  fair  market  value  of  $2,200,  following  approval  by  the  BOS. 

13-0053 

4-9-13 

CS-211A-D 

Approve  the  selection  of  and  authorize  the  GM  to  seek  Board  approval  to  award  Agreement  Nos. 
CS-211A-D,  Specialized  and  Technical  Services  for  the  Water  Enterprise  to  CDM  Smith/ATS,  a  Joint 
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Venture  (CS-211A);  ICF+Avila,  a  Joint  Venture  (CS-211B);  Shaw  Environmental  and  Infrastructure, 
Inc.  (CS-211C);  and  URS  Corporation  (CS-211D),  to  provide  watershed  monitoring  and 
management  technical  services.  Authorize  the  GM  to  negotiate  and  execute  the  four  professional 
services  agreements  for  an  amount  not-to-exceed  $5,000,000  each,  and  with  a  duration  of  14 
years  per  agreement. 

13-0054 

4-9-13 

Amendment  to 
MOD  between 
SFPUC  and  SF 
LAFcO 

Approve  Power  Enterprise,  CCA  Project-funded  amendment  to  the  MOU  between  the  SFPUC  and 
LAFCo.  This  amendment  would  extend  the  duties  performed  by  LAFCo  to  monitor  and  advise  the 
SFPUC  and  BOS  regarding  the  progress  of  CleanPowerSF  development  and  implementation; 
Authorize  the  GM  to  execute  the  amendment,  with  a  term  extension  of  four  years. 

13-0055 

4-23-13 

Revocable  Permit 
to  Ocean  Avenue 
Association 

Approve  the  terms  and  conditions  and  authorize  the  GM  to  execute  a  five-year  revocable  permit 
to  the  Ocean  Avenue  Association,  for  the  use  of  approximately  4,000  square  feet  of  SFPUC 
property,  located  at  the  intersection  of  Ocean  Ave.,  and  Phelan  Ave.,  in  SF  as  a  community  garden. 

13-0056 

4-23-13 

CS-945 

Approve  Amendment  No.  1  to  Agreement  CS-945,  Emergency  Operations  Training  Services  with 
AECOM  USA,  Inc.,  to  provide  continuing  emergency  operations  planning,  training  and  exercises; 
Authorize  the  GM  to  negotiate  an  amendment  increasing  the  agreement  up  to  $800,000,  for  a 
total  not-to-exceed  amount  of  $2,400,000,  extending  the  agreement  duration  up  to  two  years. 

13-0057 

4-23-13 

DB-124 

Authorize  the  GM  to  advertise  the  RFP  for  Agreement  DB-124,  San  Joaquin  Valley  Communication 
System  Upgrade  Project,  to  construct  a  20-site  digital  microwave  radio  communications  system 
for  an  amount  not  to  exceed  $5,500,000,  to  achieve  time  and  cost  savings.  Staff  will  return  to  seek 
authorization  to  award  and  execute  an  agreement. 

13-0058 

4-23-13 

WW-558R 

Approve  the  plans  and  specifications,  and  award  Contract  WW-558R,  As-Needed  Sewer  Cleaning, 
for  a  total  contract  amount  not-to-exceed  $1,594,500,  to  the  lowest,  qualified,  responsible  and 
responsive  bidder,  ProVen  Management,  Inc.,  to  clean  existing  sewers,  on  an  as-needed  basis,  at 
locations  to  be  determined. 

13-0059 

4-23-13 

CS-267 

Approve  Amendment  No.  1  to  Agreement  CS-267,  Grant  Agreement  for  "Education  Outside,"  with 
the  San  Francisco  School  Alliance,  to  support  the  development  of  a  Rainwater  Harvesting 
management  plan  for  green  schoolyards;  Authorize  the  GM  to  execute  this  amendment  increasing 
the  agreement  by  $20,000. 

13-0060 

4-23-13 

March  2013 
Revised  WSIP 

Approve  the  project-level  scope,  schedule  and  budget  of  the  March  2013  Revised  Water  System 
Improvement  Program  and  direct  staff  to  send  a  Notice  of  Change  Report  to  the  CA  Joint 
Legislative  Audit  Committee,  the  CA  Department  of  Public  Health,  and  the  CA  Seismic  Safety 
Commission,  in  compliance  with  Assembly  Bills  1823  and  2437;  Authorize  the  GM  to  seek  BOS 
approval  for  the  re-appropriation  of  existing  funds  and  the  supplemental  appropriation  of 
$54,927,412  in  new  funding. 
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13-0061 

4-23-13 

MOU  with  NOAA 

Authorize  the  GM  to  execute  a  MOU  with  the  United  States  Department  of  Commerce,  National 
Oceanic  and  Atmospheric  Administration,  for  an  amount  not  to  exceed  $160,000,  and  with 
duration  of  two  years.  The  MOU  defines  the  roles  and  responsibilities  of  NOAA  to  assist  the  SFPUC 
in  thp  <:itp  <;p|prtinn  and  FpHpral  pnvironmpntal  rpvipw  for  thrpp  npw  radar  **v«;tpm*;  a<;  nart  nf  thp 
proposed  Advanced  Rainfall  Prediction  Project  under  the  Sewer  System  Improvement  Program. 

13-0062 

4-23-13 

CLOSED  SESSION 

13-0063 

5-14-13 

JOC-40 

Approve  Modification  No.  1  to  JOC-40,  Heating  Ventilation  Air  Conditioning  (HVAC)  Energy 
Efficiency  for  SF/Peninsula,  with  EMCOR  Service/Mesa  Energy  Systems,  Inc.,  to  perform  HVAC 

UpgldUcb  III  v^lLy  UWlicU  IIIUIMLipdl  IdLlllLICb/  lllLi  Cdblllg  Lilc  LUllLldCL  Uy  ^  XfJ\J\J,\J\jyj,  dllU  Willi  a  Lllllc 

extension  of  730  consecutive  calendar  days. 

13-0064 
■i 

5-14-13 

WD-2695 

Approve  the  plans  and  specifications,  and  award  Contract  WD-2695,  Auxiliary  Water  Supply 

Oydlclil  \r\yivOOf  lAlcW  V-lblCillb        III  Lllc  dlllUUIIL  Ul  y>DfOOOfj\J\Jf  LU  lllc  lUWcbL;  LfUdllllcU;  1  trb|JUl IblUIC 

and  responsive  bidder,  Trinet  Construction,  to  construct  six  new  AWSS  buried  concrete  cisterns  at 
^Rth  Avp   and  Irvine       ^7th  A\/p   and  1  awtnn       -^7th  Avp   and  Ortppa  St    -^Tth  Avp  and 
Rivera  St.,  37th  Ave.,  and  Ulloa  St.,  and  36th  Ave.,  and  Wawona  St. 

13-0065 

5-14-13 

WD-2503R 

Approve  the  plans  and  specifications,  and  award  Contract  WD-2503R,  8-inch  DIPM  Installation  on 
Jackson,  Washington,  Sacramento  and  Davis  Sts.,  in  the  amount  of  $2,139,389  to  the  lowest, 
qualified,  responsible  and  responsive  bidder.  Empire  Engineering  &  Construction. 

13-0066 

5-14-13 

Attestation  of 
Veracity  (Power) 

Approve  submission  of  an  Attestation  of  veracity  for  the  2012  Power  Source  Disclosure  Report. 

13-0067 

5-14-13 

Amend  Grant 
Agreement  with 
Regional  Job 
Training  & 
Opportunities 
Program  Providers 

Authorize  the  GM  to  execute  an  amendment  to  the  existing  grant  agreements  with  the  Regional 
Job  Training  and  Opportunities  Program  providers:  (1)  San  Joaquin  County's  YouthBuild;  (2) 
Alameda  County's  Cypress  Mandela  Training  Center;  and  (3)  San  Mateo  County's  Project  Build 
programs,  to  extend  the  duration  and  increase  the  grant  funds  to  continue  to  help  satisfy  the 
employment  development  goals  for  economically  disadvantaged  worker  participation  on  WSIP 
projects  performed  outside  of  SF.  The  grant  extension  will  allow  the  SFPUC  to  provide  job  training 
and  opportunities  for  WSIP  service  territory  workers  on  WSIP  projects  performed  outside  of  SF,  as 

gUvclllcU  uy  Lilt  vvjlr  riUJcLL  LdUUl  Mgl  cell  ItrlH,  lUi  lllc  UUidLIUil  Ul  Llic  rlUgldlll. 

13-0068 

5-14-13 

CS-946 

Approve  Amendment  No.  1  to  Agreement  CS-946,  Upper  Tuolumne  River  Ecosystem  Project  - 
River  Science  Support  Services,  with  McBain  &  Trush,  Inc.,  to  continue  as-needed  hydrologic, 
geomorphic,  biological,  and  related  river  ecosystem  science  work  to  support  SFPUC 
implementation  and  compliance  activities  with  existing  instream  flow  agreements;  Authorize  the 
GM  to  execute  the  amendment,  increasing  the  agreement  by  $500,000,  and  with  a  time  extension 
Ipf  six  months. 
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13-0069 

5-14-13 

WD-2652 

Approve  an  increase  in  the  construction  contract  cost  contingency  for  Contract  WD-2652, 
Bioregional  Habitat  Restoration  San  Antonio  Creek,  in  the  amount  of  $979,457;  Authorize  the  GM 
to  approve  future  modifications  to  the  contract.  The  increase  in  the  contract  cost  is  due  to  various 
changed  conditions,  including  storm  damage  December  2012  during  construction,  and  emergency 
watering  required  by  a  dry  Spring. 

13-0070 

■Ml 

5-14-13 

Wholesale 
Revenue 

Requirement  and 
Rate  Schedule  for 
2014-15 

Adopt  the  proposed  Wholesale  Revenue  Requirement  and  rate  schedule  for  FY  2013-14,  as 
applied  to  meter  readings  on  or  after  July  1,  2013.  This  rate  schedule  reflects  the  terms  of  the  ' 
2009  Water  Supply  Agreement  between  the  City  and  County  of  San  Francisco  and  the  Wholesale 
Customers,  which  was  approved  on  April  28,  2009  by  Commission  Resolution  No.  09-0069. 

13-0071 
13-0072 

5-14-13 

CLOSED  SESSION 

13-0073 

5-28-13 

CS-930R 

Approve  Amendment  No.  2  to  Agreement  CS-930R,  High-Efficiency  Direct  Toilet  Installation 
Program,  with  Southwest  Environmental,  to  continue  providing  efficiency  audit,  purchase,  and 
installation  services  of  high  efficiency  toilets  for  SFPUC  customers;  Authorize  the  GM  to  execute  ; 
this  no-cost,  time  extension  of  two  years  and  six  months.  | 

13-0074 

5-28-13 

JOC-36 

Approve  Modification  No.  1  to  JOC-36,  Lighting  Efficiency  and  Upgrade  Services  for  SF/  Peninsula/ 
East  Bay  Areas,  with  Enlight  Energy  Efficient  Lighting  to  accomplish  lighting  efficiency/lighting 
retrofit  work  in  SF  City  facilities,  for  a  time  extension  of  three  years  with  no  cost  increase.  The 
contract  modification  is  needed  to  accomplish  lighting  efficiency  work  in  City  department 
buildings  and  multiple  street  lights  throughout  the  City. 

■k075 

5-28-13 

WD-2623 

Accept  work  performed  by  R  &  W  Concrete  for  Contract  WD-2623,  Harding  Park  Recycled  Water 
Project;  Approve  Modification  No.  8  to  reconcile  payment  items  to  reflect  actual  quantities  used 
under  unit  price  and  allowance  bid  items,  decreasing  the  contract  by  $240,113,  and  with  a  time 
extension  of  183  consecutive  calendar  days;  Authorize  final  payment  to  the  contractor. 

13-0076 

5-28-13 

WD-2682 

Approve  the  plans  and  specifications,  and  award  Contract  WD-2682,  8-inch  Ductile  Iron  Pipe  Main 
Installation  on  25'*"  St.,  Noe  St.,  Hoffman  Ave.,  and  Douglass  St.,  in  the  amount  of  $1,378,304  to 
the  lowest,  qualified,  responsible  and  responsive  bidder,  Hernandez  Engineering. 

13-0077 

P 

5-28-13 

WW-433 

Accept  work  performed  by  M  Squared  Construction  for  Contract  WW-433,  Buchanan/Pierce/ 
Filbert/Sacramento  Sts.,  and  Marina  Blvd.,  Sewer  Replacement;  Approve  Modification  No.  1, 
decreasing  the  contract  by  $141,036  and  with  a  time  extension  of  32  consecutive  calendar  days; 
and  authorize  final  payment. 

13-0078 

5-28-13 

WW-499 

Approve  Modification  No.  1  to  Contract  WW-499,  Downtown  District  Sewer  Replacement  and 
Pavement  Renovation,  with  Shaw  Pipelines,  Inc.,  for  a  time-only  extension  of  68  consecutive 
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a 

calendar  days.  This  modification  is  due  to  the  City's  Holiday  construction  moratorium  and  a  street 
closure  at  the  project  location  for  an  event  conducted  by  the  Asian  Art  Museum. 

1  ^-nn7Q 

XO  \J\Jf  -7 

m 

VV  VV~  J  X  J 

A/*^Qr*i"  \Kic\T\i  t\cxv^r\Ttwcir\  \wi  C al  Qt'at'o     ^^nctri  if"i"orc  f(^r  r*rtfifrra^t  lA/lA/.l^  1  ^   ^/^i  ithoact"  Plant" 
MCCcpi  WUli\  pciiUifllcrU  Uy  V_.al  OLdLc  k^UilbLi  ULLUi  b  lUi  wUillldLl  VVVV~3x3^  OUULllcajL  rlallL 

Northside  Facility  Reliability  Upgrades  Phase  1,  for  a  total  contract  amount  of  $7,842,322,  and  witM 
a  total  contract  duration  of  587  consecutive  calendar  days;  and  authorize  final  payment.  1 

±o  uvou 

VV  VV-J  J  J 

Af/~Qr^i"  \hic\Y'\/  r\o rf/^ riY* oH  \w.i  1  C     d r\oi*al  Primrtoorma  Hi     r\v\<i\t'\\c\\r\T\  \t\c     Tr\ r  ^ rtrt^rar't'  XA/VA/-'^^ ^ 
MLLtrpi  WUlK,  pcilUiillcU  Uy  LL.  Otrlicldl  Cllglllcci  lllg  <x  CUIIbLl  ULLIUll  IIIL.,  lUi  ^UillldLl  VVVV'^OO, 

Wastewater  Facility  Lighting  Efficiency  Improvements  North  Point,  Oceanside  &  Bruce  Flynn 
Facilities,  for  a  total  contract  amount  of  $746,776,  and  with  a  total  contract  duration  of  302 
consecutive  calendar  days;  and  authorize  final  payment. 

VV  VV  JH-U 

r\l.L.C|JL  WLII  IV  |Jd  lUMMcrU  Uyj.  riUiCD  \AJ  \  loLIULLKJII  lUI  ^Ul  1  LI  dUl  VV  VV  ~  J*t1/,  .jput.  .JC  WCi   r\C|JCI  II  M 

Contract,  for  a  total  contract  amount  of  $4,109,932.71,  and  with  a  total  contract  duration  of  239  1 
consecutive  calendar  days;  and  authorize  final  payment. 

13-0082 

5-28-13 

WW-545 

Approve  the  plans  and  specifications,  and  award  Contract  WW-545, 16th/21st/24th/25th  Aves. 

aiiU  V^aUl  IliU/ ^dll lUl  llld  ^Ib./  ^trWci  rxcpidLclllcrllL  dllU  rdVtrlllcllL  rXcilUVdLIUII,  III  Lllc  dlllUUIIl  Ui 

$3,960,311,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Shaw  Pipelines,  Inc.,  to 
replace  the  existing  sewer  and  renovate  the  existing  street  pavement  on  the  subject  streets. 

13-0083 

5-28-13 

WW-548 

Approve  the  plans  and  specifications,  and  award  Contract  WW-548,  Avila/Bay/  Beach/Chestnut/ 

rraill.lji,.U/JCl  IclbUll/OLUll  Olb./  dllU  l^dpid  VVdy  OCWCI  rxcpidLClTlclll,  lll  Lllc;  dlilUUIIL  UI  ^£.fHDlPfjjDf 

to  the  lowest,  qualified,  responsible  and  responsive  bidder,  D'Arcy  &  Harty,  to  replace  the  existing 
sewers  on  the  subject  streets. 

13-0084 

5-28-13 

WW-567 

Approve  the  plans  and  specifications,  and  award  Contract  WW-567,  As-Needed  Spot  Sewer 
Repair,  for  a  total  contract  amount  not  to  exceed  $6,944,815,  to  the  lowest,  qualified,  responsible 
and  responsive  bidder,  J.  Flores  Construction,  Inc.,  to  repair  existing  sewer  piping,  on  an  as- 
neeueo  uasis  ai  locations  lO  oe  ueierminea  inrougnout  ian  rrancisco. 

13-0085 

5-28-13 

wm 

Revocable  License 
to  Sunol  Glen 
Unified  School 

nictrirt 

L^OLI  ILL 

Approve  the  terms  and  conditions  and  authorize  the  GM  to  execute  and  issue  a  revocable  five-  j 
year  license  to  the  Sunol  Glen  USD,  to  use  approximately  0.374  acres  of  SFPUC  property,  located  1 
at  the  Northeast  corner  of  Main  Street  and  Niles  Canyon  Road  in  the  Town  of  Sunol,  for  m 

ai lirimnnilo  anrl  Hiic  narl^ino   anH  Tf\r  a  Ki ic  i"! irna rrii  i nH   \A/it"K  nn  i icor  too  nr  nrnfoccino  too  Xno  ^1 
CiLiLwl  liUUIlC  CIIIU  UUj  |JallV.illg,  CiliU  \\Jt  a  UU^  LU  i  1  la  1  UU  i  lU^  WILll  MLI  UjCi   ICC  UI  |JIULCDjlllg  ICC.  IMC 

License  will  replace  an  existing  Non-Revenue  Permit  issued  to  the  Sunol  Glen  Unified  School  1 
District  on  April  1, 1973. 

13-0086 

5-28-13 

CS-235 

Approve  the  selection  of  Brown  and  Caldwell  to  provide  planning  and  engineering  services  for 
Agreement  CS-235,  Southeast  Plant  Biosolids  Digester  Facilities  Project;  Authorize  the  GM  to 
negotiate  and  execute  a  professional  services  agreement  for  an  amount  not-to-exceed 
$80,000,000,  and  with  a  duration  not-to-exceed  10  years,  subject  to  the  BOS  approval. 
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13-0087 

5-28-13 

Grant  Agreements 
with  Local 
Community  Based 
Non-Profit 
Organizations , 

Authorize  the  GM  to  solicit  applications,  negotiate  and  execute  approximately  five  to  10  grant 
agreements  with  selected  local  community  based  non-profit  organizations  for  a  cumulative  . 
amount  not-to-exceed  $150,000  with  a  duration  of  6  months  per  agreement.  These  grants  will 
support  disadvantaged  SF  high  school  youth  who  will  engage  over  the  summer  in  SFPUC  project- 
based  service  learning  opportunities. 

13-0088 

5-28-13 

First  Amendment 
of  Quarry  Lease 
(Oliver  de  Silva) 

Adopt  Findings  pursuant  to  the  CEQA;  Approve  the  terms  and  conditions;  and  authorize  the  GIVI  to 
execute,  upon  BOS  approval,  the  first  amendment  to  the  Quarry  Lease  dated  March  29,  2010 
between  the  SFPUC  and  Oliver  de  Silva,  Inc.,  for  property  located  adjacent  to  Calaveras  Road  in 
the  Sunol  Valley,  Alameda  County.  The  Revised  Lease,  among  other  things,  confirms  City's  consent 
to  the  terms  and  conditions  of  the  revised  mining  permit  to  be  issued  by  Alameda  County  and  the 
Parties'  agreements  regarding  expanded  mining  and  processing  operations.  The  Revised  Lease  is 
consistent  with  the  expectation  of  the  Parties  under  the  original  2010  Lease,  and  does  not  revise 
the  rent  structure  of  the  Lease,  though  the  Amendment  does  provide  for  the  expansion  of  mining 
activities  which  will  have  a  positive  impact  toward  meeting  SFPUC  water  storage  objectives  as  well 
as  on  the  total  sum  of  royalties  paid  to  the  SFPUC. 

''B-0089 

6-11-13 

Revocable  License 
with  San  Francisco 
Parks  Alliance 

Authorize  the  GM  to  negotiate  and  execute  a  five-year  revocable  license  with  the  San  Francisco 
Paries  Alliance,  as  fiscal  sponsor  of  the  Garden  for  the  Environment,  to  operate  a  public 
demonstration  garden  and  educational  programs  on  SFPUC  property  at  7th  Avenue  and  Lawton 
St.,  and  to  enter  into  a  Grant  Agreement  for  five  years  for  up  to  $100,000  for  Fiscal  Year  13-14  and 
$90,000  a  year  for  subsequent  years  through  June  2018.  The  2013  License  will  replace  the 
existing  license  and  is  required  to  reflect  GFE's  switch  in  fiscal  sponsorship,  effective  July  1,  2013, 
from  the  Haight  Asbury  Neighborhood  Council  to  the  SF  Parks  Alliance.  No  rent  will  be  paid  for  use 
of  the  License  Area  and  will  use  SFPUC  Grant  Agreement  funds  for  the  continued  operation  of  the 
public  demonstration  garden  and  environmental  education  program. 

13-0090 

6-11-13 

Revocable  License 
with  C  S  Bio  Co. 

Approve  the  terms  and  conditions  and  authorize  the  GM  to  execute  a  five-year  revocable  license 
with  C  S  Bio  Co.,  for  the  use  of  approximately  25,788  square  feet  of  SFPUC  land  at  1  Kelly  Court 
and  20  Kelly  Court,  Menio  Park,  California  as  a  parking  lot  at  a  monthly  Use  Fee  of  $4,040.12. 

13-0091 

6-11-13 

CS-296A-E 

Approve  Agreement  Nos.  CS-296A-E,  Hetchy  System  Improvement  Program  Professional  (HSIP) 
and  Engineering  Support  Services  to  Black  &  Veatch  Corporation  (CS-296A),  CH2MHill  Engineers,  ' 
Inc.,  (CS-296B),  AECOM  Technical  Services,  Inc./AGS,  Inc.  a  Joint  Venture  (CS-296C),  MWH 
Americas,  Inc.,  (CS-296D),  and  Shaw  Environmental  &  Infrastructure,  Inc.,  (CS-296E)  to  provide  the 
HSIP  with  technical  expertise  in  program/project  management,  construction  management,  project 
controls  management,  contract  administration  and  project  engineering;  Authorize  the  GM  to  j 
negotiate  and  execute  five  professional  services  agreements  for  initial  amounts  not-to-exceedjifl 
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13-0092 


13-0093 


13-0094 


13-0095 


13-0096 


13-0097 


13-0098 


6-11-13 


6-11-13 


CS-302 


WD-2620 


6-11-13 


6-11-13 


6-11-13 


6-11-13 


6-11-13 


WD-2673R 


WW-549 


WW-551 


$2,500,000  each  and  with  a  auTaHon^^^ey^r^er  agreem^     and  authorize  the  GM  to 
negotiate  and  execute  future  amendments  to  these  agreements  for  a  cumulative  total  up  to 
$25,000,000  with  no  single  agreement  exceeding  $9.5  million  dollars. 


Approve  the  selection  of  Geotechnical  Consultants  Inc.,  and  award  Agreement  CS-302,  Auxiliary 
Water  Supply  System  (AWSS)  Cisterns,  Geotechnical  Engineering  Services,  to  provide  geotechnical 
engineering  services  for  the  design  and  construction  of  cisterns  for  the  AWSS;  Authorize  the  GM 
to  negotiate  and  execute  a  professional  services  agreement  with  Geotechnical  Consultants  Inc.  for 
an  amount  not-to-exceed  $500,000,  and  with  a  duration  of  five  years. 


Approve  the  plans  and  specifications,  and  award  Contract  WD-2620,  8-inch  and  12-inch  Ductile 
Iron  Water  Main  Replacement  and  Pavement  Renovation,  on  Bryant  St.,  9""  St.  and  other  streets, 
in  the  amount  of  $3,737,165  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  M 
Squared  Construction,  Inc. 


Approve  Modification  No.  2  to  Contract  WD-2673R,  As-Needed  2012  Annual  Paving  Contract  with 
M  Squared  Construction,  to  provide  essential  pavement  restoration  services  until  a  new  as- 
needed  paving  contract  is  certified,  extending  the  contract  duration  by  120  consecutive  calendar 
days,  with  no  change  to  the  contract  amount. 


Approve  the  plans  and  specifications,  and  award  Contract  WD-2710,  SF  Local  Water  As-Needed 
Paving  three-year  contract  in  the  amount  of  $11,292,725,  to  the  lowest,  qualified,  responsible  and 
responsive  bidder,  A.  Ruiz  Construction  Co.  &  Associates  Inc.,  to  perform  as-needed  pavement 
restoration  work.  , 


Approve  the  plans  and  specifications,  and  award  Contract  WW-549,  Buchanan/  Divisadero/ 
Fillmore/Green/  Pierce  and  Scott  Sts.,  Sewer  Replacement,  in  the  amount  of  $2,178,505,  to  the 
lowest,  qualified,  responsible  and  responsive  bidder,  Precision  Engineering,  to  replace  the  existing 
sewers  on  the  subject  streets. 


Grant  Agreements 
(Grant  Assistance 
Floodwater 
Management) 
Nomination  to 
ACWA  Board 


Approve  the  plans  and  specifications,  and  award  Contract  WW-551,18th/19th/  Carolina/ 
Connecticut/Indiana/Minnesota/Texas  and  Wisconsin  Sts.,  Sewer  Replacement,  in  the  amount  of 
$2,385,030,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Harty  Pipelines,  to  replace 
the  existing  sewers  on  the  subject  streets. 
Authorize  the  GM  to  execute  Grant  Agreements  with  applicants  for  Grant  Assistance  for 
Floodwater  Management  for  property  owners  who  have  an  active  SFPUC  account  for  wastewater 
services.  The  SFPUC  will  allocate  $250,000  in  FY  2013-14  from  the  WWE  Operations  budget.  Grant 
assistance  for  future  fiscal  years  will  be  re-evaluated  and  separately  approved  and  budgeted. 
Adopt  resolution  in  support  of  the  nomination  of  Anson  B.  Moran  as  a  Board  Member  for  the 
Association  of  California  Water  Agencies,  Region  5. 
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13-0100 

6-25-13 

CS-257(I) 

Approve  Amendment  No.l  to  Agreement  No.  CS-257(I),  Regional  Construction  Contractors 
Outreach  Services,  with  the  JLM  Management  Group,  to  continue  conducting  site  visits  and  other 
related  small  business  outreach  services  for  the  SFPUC  Local  Business  Enterprise;  Authorize  the 
GM  to  negotiate  and  execute  an  amendment  increasing  the  duration  of  the  agreement  up  to  six 
months  with  no  change  to  the  contract  amount. 

W-0101 

n 

6-25-13 

HH-962E 

Accept  work  performed  by  California  Drilling  &  Blasting  Co.,  Inc.,  for  Contract  No.  HH-962E,  South 
Fork  Adit  Access  Rockfall  Stability  Project,  for  a  total  contract  amount  of  $66,866;  and  with  a  total 
contract  duration  of  367  consecutive  calendar  days;  and  authorize  final  payment. 

13-0102 

6-25-13 

HH-964E 

Accept  work  performed  by  Delta  Star,  Inc.,  for  Contract  No.  HH-964E,  Holm  Transformer  Repair 
Project,  for  a  total  contract  amount  of  $521,465,  and  with  a  total  contract  duration  of  120 
consecutive  calendar  days;  and  authorize  final  payment. 

6-25-13 

WD-2555 

Accept  work  performed  by  Ranger  Pipelines,  Inc.,  for  Contract  No.  WD-2555,  Crystal  Springs 
Pipeline  No.  2  Replacement  Project,  for  a  total  contract  amount  of  $34,146,821,  and  with  a  total 
contract  duration  of  740  consecutive  calendar  days;  and  authorize  final  payment. 

6-25-13 

WD-2568 

Accept  work  performed  by  Shimmick  Construction  for  Contract  No.  WD-2568  Bay  Division 
Pipeline  3  &  4  Crossovers;  Approve  Modification  No.  39,  decreasing  the  contract  by  $338,722.31 
and  with  a  time  extension  of  34  consecutive  calendar  days;  and  authorize  final  payment. 

13-0105 

1 

6-25-13 

WD-2683R 

Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2683R,  16-inch  &  8-inch 
Ductile  Iron  Water  Main  Installation  on  Indiana,  Tennessee,  Mariposa  and  3'"^  Streets,  to  install 
approximately  7,000  feet  of  ductile  iron  pipe  and  ancillary  service  pipe,  in  the  amount  of 
$2,445,650,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  M  Squared  Construction. 

^-0106 

6-25-13 

WW-487 

Accept  work  performed  by  Super  Excavators,  Inc.,  for  Contract  No.  WW-487,  Sunnydale  Auxiliary 
Sewer;  Approve  Modification  No.  9  for  adjustments  to  final  bid  item  quantities,  increasing  the 
contract  by  $14,392  and  with  a  time  extension  of  68  consecutive  calendar  days;  and  authorize 
final  payment. 

13-0107 

6-25-13 

Sale  of  Easement 
(Crystal  Springs 
Watersned) 

Recommend  that  the  Board  approve  the  sale  of  an  easement  over  an  approximately  23,185 
square-foot  portion  of  SFPUC  real  property  in  the  Crystal  Springs  Watershed  to  PG&E;  and 
authorize  the  GM  or  the  CCSF  Director  of  Property  to  execute  an  easement  agreement  conveying 
the  Easement  to  PG&E  for  its  fair  market  value  of  $15,400,  following  approval  by  the  BOS. 

13-0108 

6-25-13 

CLOSED  SESSION 

13-0109 

7-9-13 

Water  Supply 
Assessment 
(Pier  30-32  and 
Seawall  Lot  330) 

Approve  the  Water  Supply  Assessment  for  the  proposed  Event  Center  and  Mixed-Use 
Development  Project  at  Piers  30-32  and  Seawall  Lot  330,  pursuant  to  the  State  of  California 
Water  Code  Section  10910  et  seq.  and  California  Environmental  Quality  Act  (CEQA)  Section 
21151.9  and  CEQA  Guidelines  Section  15155. 
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13-0110 

7-9-13 

Water  Supply 
Assessment 

Master  Plan) 

Approve  the  Water  Supply  Assessment  for  the  proposed  Potrero  HOPE  SF  Master  Plan,  pursuant 
to  the  State  of  California  Water  Code  Section  10910  etseq.  and  California  Environmental  Quality 

Art  (rPDA^  ^prtinn  91 1  "^l  Q  anrl  TFnA  f^i iiHplinp<:  ^^prtinn  1  "^1 

M^L  ^V^CV_(rA/  OCl^LILIII  Z.i.XJJ..Z7  dllU  ^CV^M  VjUIUCIillCj  >Jd>LIUII  ±JA.^J. 

TO-Olll 

lb 

7-9-13 

Water  Supply 
Assessment 
f  Siinn\/d;)|p- 

i-^ui  II  lyuai^ 

Velasco  HOPE  SF 
Master  Plan) 

Approve  the  Water  Supply  Assessment  for  the  proposed  Sunnydale-Velasco  HOPE  SF  Master 
Plan,  pursuant  to  the  State  of  California  Water  Code  Section  10910  et  seq.  and  California  1 

Fnvirnnmpntal  Oiialitv  Art  (rFDAl  <?prtinn  91 1      Q  anH  rFDA  (iiiiHplinp>;  ^iprtinn  1  Rl  9 

1 

13-0112 

7-9-13 

WW-410 

Accept  work  performed  by  JMB  Construction  for  Contract  No.  WW-410,  Cesar  Chavez  St.,  Sewer 

Oy^Lclll  lllipi  UvclliCllL,  MppiUvcr  IvIUUI  1  iCdllUII  INU.        LU  dUJUbL  lllldl  tfUdlHILlcb  dilU  LUbL  lUi  dll  UlU 

items  and  previous  change  orders  to  match  final  installed  conditions,  increasing  the  contract 
amount  by  $20,331,  and  authorize  final  payment. 

13-0113 

■1 

WW-550 

Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-550,  20th/Arkansas/  M 
Connecticut/  Mississippi/Missouri  and  Wisconsin  Sts.,  Sewer  Replacement  and  Pavement  1 

nciiuvdLiiJii,  III  LMCr  diiiuuiii  ui  <pjfD  /  £.fjj\jf  LU  Liic  lUWcbL,  LjUdinicu,  icbpuiibiuic  dllU  icbpuiibivc 

bidder.  Precision  Engineering.  ' 

13-0114 

7-9-13 

HH-954R2 

Approve  the  plans  and  specifications,  and  award  Contract  No.  HH-954R2,  Early  Intake 
Refurbishment,  Phase  1,  in  the  amount  of  $2,763,109,  to  the  lowest,  qualified,  responsible  and 
responsive  bidder.  Communications  Services  Inc.,  to  replace  aging  equipment  at  the  Early  Intake 
Switchyard  including  disconnect  switches,  high  voltage  circuit  breakers,  insulators,  capacitors, 

\/nl^aoo  t  ra  n  CT  o  rm  o  rc     f  r>  n  c'l  n  n  anri  /^trioi*  micfollan^rM  ic  itn  m  t* 
VUlLdgC  LI  dllblUl  IT Ici        ItrilLlilg  dilU  ULliCi  illlbLclidiicLJUb  ILciilb. 

m 

7-9-13 

1 

Grant 

Grant  Assistance 
for  Large 
Alternate  Water 
Source  Projects 

Authorize  the  GM  to  execute  Grant  agreements  with  applicants  for  Grant  Assistance  for  Large 

Mlldllavc  VVdlci  0(JUf(.c  riUJcLla.  i  lie  puipUsc  UI  lilc  gidillb  lb  lU  UllbcL  Lllc  Ubc  UI  pOlaDIc  Walcr 

through  the  collection,  treatment  and  reuse  of  alternate  water  sources.  The  grant  program  is 
being  expanded  in  coordination  with  the  City's  Non-potable  Water  Ordinance  to  allow  for  the  Jt 
district-scale  (multi-parcel)  use  of  non-potable  water 

13-0116 

7-23-13 

John  Coleman  for 
ACWA  President 

Approval  of  resolution  in  support  of  the  nomination  of  John  Coleman  for  the  office  of  ACWA 
President 

13-0117 

7-23-13 

HH-961E 

Accept  work  performed  by  PAR  Electrical  Contractors,  Inc.,  for  Contract  No.  HH-961E  M 
Transmission  Lines  5/6  Repair  to  Optical  Ground  Wire,  for  a  total  contract  amount  of  Not-to-  1 
Exceed  $30,000;  Approve  Modification  No.  1,  for  a  time  extension  of  287  consecutive  calendar  ^ 
days,  and  authorize  final  payment. 
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13-0118 

7-23-13 

Reallocate  Existing 

Appropriation 

(WWE) 

Approve  the  reallocation  of  existing  appropriation,  in  the  amount  of  $40,000,000,  consistent  with 
the  planned  FY  2013-14  Capital  Project  investment,  from  WWE  FY  2013-14  CIP  SSIP  Project 
CWWSIPDP,  Biosolids  Digester  Project  to  WWE  FY  2013-14  SSIP  Project  CWWSIPPR,  Program  Wide 
Efforts;  and  authorize  the  GM  to  coordinate  a  request  for  a  Supplemental  Reallocation 
Appropriation  to  adjust  existing  appropriations  accordingly. 

r  

13-0119  ' 

r 

E 

7-23-13 

San  Joaquin  Valley 
Communication 
System  Upgrade 
Project 

Adopt  the  Final  MND,  the  MMRP  and  the  Findings  as  required  by  the  CEQAforthe  San  Joaquin 
Valley  Communication  System  Upgrade  Project;  Approve  Hetchy  System  Improvement  Program-  | 
funded  Project  No.  CUH10201,  San  Joaquin  Valley  Communication  System  Upgrade  Project;  1 
Approve  the  solicitation  of  design  build  proposals  pursuant  to  Administrative  Code  Section  6.61. 

13-0120 

7-23-13 

Construction  Site 
Runoff  Control 
Ordinance 

Recommend  to  BOS  to  adopt  the  Construction  Site  Runoff  Control  Ordinance.  The  ordinance  will 
ensure  the  City  is  in  compliance  with  State  Water  Board  Orders  No.  2003-0005-DWQ  and  No. 
2013-0001-DWa  the  Small  MS4  Permit  (Phase  II). 

7-23-13 

MOU  with  RPD 
(Management  of 
Lal<e  Merced 
Tract) 

Authorize  the  GM  to  execute  a  MOU  by  and  between  the  SFPUC  and  San  Francisco  Recreation 
and  Parks  Commission  regarding  management  of  the  Lake  Merced  Tract. 

13-0122 

7-23-13 

Implement 
Changes  to 
GoSolarSF 

Authorize  the  GM  to  implement  changes  to  GoSolarSF.  Program  adjustments  are  prompted  by 
changes  in  the  solar  market  and  the  need  for  the  solar  incentive  rate  structure  to  be  more 
effective  and  reach  more  customers. 

13-0123 

7-23-13 

CLOSED  SESSION 

13-0124 
"13-0125 



8-13-13 

WW-480 

Accept  work  performed  by  Shaw  Pipeline,  Inc.,  for  Contract  No.  WW-480,  Various  Locations 
Sewer  Replacement  Contract  No.  3  and  Pavement  Renovation;  and  approve  Modification  No.  4, 
increasing  the  contract  by  $41,170,  and  with  a  time  extension  of  five  consecutive  calendar  days. 
Authorize  final  payment. 

8-13-13 

WW-482 

Accept  work  performed  by  ProVen  Management,  Inc.,  for  Contract  No.  WW-482,  Various 
Locations  Sewer  Cleaning  Contract  No.  1,  for  a  total  contract  amount  of  $2,820,000;  Authorize 
final  payment. 

13-0126 

8-13-13 

WW-504 

Accept  work  performed  by  Precision  Engineering  for  Contract  No.  WW-504,  Sunset  District  Sewer 
Replacement  and  Pavement  Renovation,  with  an  express  reservation  of  rights  related  to  work 
performed  on  15th  Ave.,  from  Wawona  St.,  to  West  Portal  Ave.;  Approve  Modification  No.  1  to 
account  for  actual  costs  of  labor  and  materials  required  to  complete  the  work  under  bid  item 
allowances,  increasing  the  contract  by  $138,918,  and  with  a  time  extension  of  55  consecutive 
calendar  days  and  authorize  final  payment. 

■12127 

8-13-13 

MOA  between 

Approve  the  MOA  between  the  SFPUC  and  the  SFHA  that  provides  the  terms  by  which  SrH^^I 
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F 

I  apees  tS"piV  tf^e  SFPUC  for  uhjpald  elecfric  ljfn?ty  si&rvtce  MTs,  e§tiif»lted  tb  Bef^l.SM  tTifbOgh 
8/31/13;  Authorize  the  GM  to  execute  and  amend  the  Agreement  to  include  additional  unpaid 
electric  service  charges  through  the  end  of  the  SFHA  Fiscal  Year  on  September  30,  2013. 

13-0128 

8-13-13 

WD-2581 

Approve  an  increase  in  the  construction  contract  cost  contingency  for  Contract  No.  WD-2581, 
New  Irvington  Tunnel,  in  the  amount  $8,005,495,  and  an  increase  in  the  contract  duration  of  up  to 
33  consecutive  caienoar  uays,  ana  aumorize  tne  uivi  lo  approve  luiure  mouiTicaiions  lo  tne 
contract  for  a  total  revised  contract  amount  up  to  $257,328,965  and  for  a  total  revised  contract 
duration  up  to  1,843  consecutive  calendar  days.  The  requested  increase  in  the  contract  cost 
contingency  and  contract  duration  is  accounted  for  in  the  NIT  revised  budget  and  schedule 
approved  by  this  Commission  on  April  23,  2013,  and  is  due  to  having  to  perform  work  under  "fully 
gassy"  tunneling  conditions,  the  need  for  probing  and  grouting  to  control  groundwater  seepage, 
and  differing  site  conditions  such  as  harder  rock  encountered  during  excavation. 

13  ni*>Q 

J.O-Ui./7 

Approve  an  increase  in  the  construction  contract  cost  contingency  for  ContrBCt  No.  WD-2551, 

Calaveras  Dam  Replacement  Project,  in  the  amount  of  $46,914,611;  Authorize  the  GM  to  approve  1 

Tiil'iiria  mnrlifif a^ir^nc       i'Ko  rTintra/^t  for  a  irii'al  ro\/icorl  fmn^'r^rf  amniiiTt"  iiri  f/^  ^A.ACi  AA^            Tho  ^ 
lULUIc  liliJUiiiCallUlO  LU  LliC  LUnLldl.1  lUi  d  LUldl  icVIjCU  LUiHldLL  diTIUUIIL  UfJ  lU  pH-H^^HHhO/DHO.  1  lie  M 

requested  increase  in  the  contract  contingency  is  accounted  for  in  the  CDRP  revised  budget  M 
approved  by  the  Commission  on  January  22  and  April  23,  2013.  The  increase  is  due  to  the  balance* 
of  funding  required  for  the  changes  to  the  left  abutment  differing  site  condition  in  Observation 
Hill,  as  well  as  future  pending  and  potential  changes,  trends  and  remaining  risks. 

13-0130 
13-0131 

8-13-13 

CLOSED  SESSION 

13-0132 

9-10-13 

Revocable  License 
to  First  Morning 
Light  Chinese 
Christian  Church 

Approve  the  terms  and  conditions  and  authorize  the  GM  to  execute  a  five-year  revocable  license 
to  the  First  Morning  Light  Chinese  Christian  Church  to  use  approximately  30,928  square  feet  of 
SFPUC  property  at  531  East  Weddell  Drive  in  Sunnyvale,  California  as  a  parking  lot,  for  a  Use  Fee 
of  $3,118.50  per  month,  with  four  percent  annual  increases. 

%-0133 

Hi 

9-10-13 

MOD  between 
SFPUC  and  ABAG 

Approve  Water  Enterprise,  Bay  Area  Integrated  Regional  Water  Management  Grant  Consultant  1 
first  amendment  to  the  Memorandum  of  Understanding  between  the  San  Francisco  Public  || 
Utilities  Commission  and  the  Association  of  Bay  Area  Governments  (ABAG);  Authorize  the  GM  to^ 
execute  the  amendment,  to  pay  ABAG  an  additional  $3,455  for  its  share  of  the  Grant  Consultant's 
costs  in  an  amount  not-to-exceed  $11,167. 

13-0134 

9-10-13 

HH-925 

Accept  work  performed  by  Delta  Construction  for  Contract  No.  HH-925  Three-Year  Hetch  Hetchy 
As-Needed  Paving,  for  a  total  contract  amount  of  $1,066,767,  and  with  a  total  contract  duration 
of  1095  consecutive  calendar  days;  and  authorize  final  payment. 
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13-0135     '  9-10-13 

JOC-44 

Approve  and  award  JOC-44,  Micro-LBE  Set-Aside,  General  Building  (B-License)  for  San  Francisco/ 
Peninsula/East  Bay,  for  a  not-to-exceed  amount  of  $1,000,000  to  the  lowest,  qualified, 
responsible  and  responsive  bidder,  GECIVIS,  Inc.,  dba  Giron  Construction,  to  perform  general 
building  and  construction  tasks  for  all  SFPUC  Enterprise  Operations  and  Bureaus. 

13-0136 

9-10-13 

WD-2606 

Accept  work  performed  by  NTK  Construction  Inc.,  for  Contract  No.  WD-2606,  Forest  Hill  Pump 
Station  Upgrade;  Approve  Modification  No.  5  (Final)  to  reconcile  final  payment  items  to  reflect 
actual  quantities  used  under  unit  price  and  allowance  bid  items,  decreasing  the  contract  by 
$258,310;  Authorize  final  payment. 

'13-0137  1 

9-10-13 

WW-446 

Accept  work  performed  by  CDX  Builders  for  Contract  No.  WW-446,  Southeast  Community  Center 
Facility  Disability  Access  Work  and  Deck  Improvements;  Approve  Modification  No.  4,  decreasing 
the  contract  by  $75,000,  and  with  a  time  extension  of  422  consecutive  calendar  days;  Authorize 
final  payment. 

13-0138 

9-10-13 

CS-315A-C 

Approve  the  selection  of  and  award  Agreement  Nos.  CS-315A-C,  As-needed  Geotechnical 
Engineering  Services,  to  Geotechnical  Consultants,  Inc.,  (CS-315A),  AGS,  Inc.,  (CS-315B),  and  ARUP 
/Terra  JV  (CS-315C),  to  provide  specialized  geotechnical  engineering  services;  Authorize  the  GM  to 
negotiate  and  execute  three  professional  services  agreements  for  amounts  not-to-exceed 
$1,500,000  each,  and  with  a  duration  of  five  years  per  agreement  or,  in  the  event  negotiations  are 
not  successful  or  City  requirements  are  not  satisfied,  to  negotiate  and  execute  a  professional 
services  agreement  with  the  next  highest  ranked  proposer. 

13-0139 

9-10-13 

MOD  between 
TIDA  and  SFPUC 

Authorize  the  GM  to  execute  a  MOU  between  the  Treasure  Island  Development  Authority  and 
the  SFPUC  to  contract  for  provision  of  certain  utility  services  on  Naval  Station  Treasure  Island 
during  the  remaining  term  of  the  Base  Caretaker  Cooperative  Agreement  between  TIDA  and  the 
U.S.  Navy  through  October  1,  2013,  and  through  the  extended  term  to  September  30,  2014,  if 
approved  by  the  BOS. 

13-0140 

9-10-13 

Public  Hearing: 
2013  Health  Goal 
Report 

Public  Hearing  on  the  2013  Public  Health  Goal  Report  for  the  San  Francisco  Water  System.  Direct 
the  Water  Quality  Division  Director  to  submit  a  letter  to  the  CA  DPH  documenting  that  such  a 
hearing  has  been  held. 

13-0141 

9-10-13 

Wawona 

Settlement 

(Simonian) 

Recommend  the  settlement  of  Unlitigated  Claim  of  Claimants,  with  the  City  paying  $301,136.45 
on  the  terms  set  forth  in  the  Full  and  Final  Release  for  Claim  No.  14-00297  on  file  with  the 
Commission  Secretary. 

13-0142 

9-24-13 

CS-318 

Approve  the  selection  of  Invensys  Systems,  Inc.,  and  award  Agreement  No.  CS-318,  Software  and 
Equipment  Maintenance  for  WWE  Control  Systems  (DCS),  to  provide  emergency  technical 
support,  system  maintenance  and  monitoring,  and  software  and  equipment  upgrades  for  WWE 
DCS;  Authorize  the  GM  to  negotiate  and  execute  a  professional  services  agreement  with  Invensys 
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Systems,  Inc.,  for  an  amount  not-to-exceed  $1,421,422,  and  with  a  duration  of  five  years. 

13-0143 

9-24-13 

JOC-41 

Approve  Modification  No.  1  to  JOC-41,  General  Engineering  for  San  Francisco/  Peninsula/East  Bay  « 
to  Hetch  Hetchy,  with  Verba  Buena  Engineering  and  Construction,  Inc.,  to  perform  general  1 

onninoorino  anri  mnciriiftion             fnr  all  ^FPI  IC  Firfomrico  Onora'fionc  anH  Riiroaiic  inrroacino 
dlglliccillig  dliu  LUl  131.1  UL.LiU  1 1  Ldztlv^  lUl  all  ^jrrLlv.  cliLcipilZ>c  wpci  clLlUilb  allu  DUlcdUa,  11  cd^iilg 

the  contract  by  $2,500,000,  and  with  a  time  extension  of  730  consecutive  calendar  days. 

13-0144 

9-24-13 

WD-2685 

Adopt  Findings  pursuant  to  the  CEQA;  Approve  the  plans  and  specifications,  and  award  Contract 
No.  WD-2685,  AWSS  Reservoir  and  Tanks  Improvement,  in  the  amount  of  $8,469,000,  to  the 
lowest,  qualified,  responsible  and  responsive  bidder,  Cal  State  Constructors,  Inc.,  to  construct 

v/ariniic  ctri  irti  iral   arrhitor'tiiral   morhanifal  oloffriral  anH  Inctri  imoirhal'inn  anH  C  nnfml  c\/ci"om 

VdllUUb  SLIULLUldl;  d  1      1 1  LCl.'LU  1  d  1/  1 1 ICLI  Id  1 1  lv<d  1/  CICLLI  ILdl  dllU  11  laLI  U 1 1  ICi  1  Ld  LIL^I  1  dllU  V^LflllltJI  ^ysLCiii 

improvements  at  Jones  Street  Tank,  Ashbury  Heights  Tank,  and  Twin  Peaks  Reservoir  facilities. 

13-0145 

r 

9-24-13 

WD-2696 

Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2696,  AWSS-  New  Cisterns  B, 
in  the  amount  of  $3,973,300,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Azul 
Works,  Inc.,  to  construct  five  new  AWSS  buried  concrete  cisterns  at  Cashmere  St.  and  Hudson 
Ave.;  Colby  St.  and  Silver  Ave.;  Holyoke  St.  and  Silliman  St.;  Geneva  Ave.  and  Paris  St.;  and  Geneva 
Ave.  and  Moscow  St. 

13-0146 

9-24-13 

Water  Enterprise 
Commercial  Paper 
r  rogram 

Authorize  the  GM  to  enter  into  agreements  with  Commercial  Paper  Dealers  for  the  Water 
Enterprise  Commercial  Paper  Program,  with  a  combined  authorization  of  $500  million.  The 
respondents,  Barclays  Capital  Inc.,  J. P.  Morgan  Securities  LLC,  U.S.  Bancorp  Investments  Inc.,  and 
Merrill  Lynch  Pierce,  Fenner  &  Smith  Inc.,  were  the  lowest  cost,  responsive  and  responsible 
bidders.  The  proposed  agreements,  which  reflect  29%  in  cost  savings  compared  to  the  current 
dgrccmcnis,  inciuuc  comDincu  dnnuai  costs  noi-to-cxcccu  ^jzou^uuu  ana  Tor  a  Quraiion  ot  Lnrec 
vears  with  two  additional  extension  oeriods  of  one  vear  each  The  GM  is  authorized  to  select  the 
next  lowest  cost,  responsive  and  responsible  bidder  should  the  selected  firm(s)  be  unable  to  meet 
City  contracting  requirements  or  if  negotiations  are  otherwise  not  successful. 

13-0147 

9-24-13 

Wawona 

vv  o  vwi  la 

Settlement 
(Duffy) 

RprnmmpnH  thp  <:pttlpn^pnt  nf  UnlitiSFatpH  f^laim  nf  Pl;iim;4nt^  with  thp  Pitx/  nA\/inp  ^d-t  091  nn 

the  terms  set  forth  in  the  Full  and  Final  Release  for  Claim  No.  14-00449  on  file  with  the 
Commission  Secretary.  ""^ 

13-0148 

9-24-13 

CLOSED  SESSION 

13-0149 

9-24-13 

Water  Supply 
Assessment 
{5M  Project) 

Approve  the  Water  Supply  Assessment  for  the  proposed  5M  Project,  pursuant  to  the  State  of  CA  i 
Water  Code  Section  10910  et  seq.  and  CEQA  Section  21151.9  and  CEQA  Guidelines  Section  15155. 

13-0150 

10-8-13 

WW-502 

Accept  work  for  Contract  No.  WW-502,  Laurel  Heights/Haight  Districts  Sewer  Replacement  and 
Pavement  Renovation,  for  a  total  contract  amount  of  $2,401,683,  and  with  a  total  contract 
duration  of  276  consecutive  calendar  days;  Authorize  final  payment. 
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10-8-13 

WW-554 

Approve  an  increase  in  the  construction  contract  cost  contingency  for  Contract  No.  WW-554, 
Various  Locations  Sewer  Replacement  and  Pavement  Renovation,  in  the  amount  of  $90,000; 
Authorize  a  potential  increase  in  the  contract  duration  of  up  to  155  consecutive  calendar  days; 
Authorize  the  GM  to  approve  future  modifications  to  the  contract  for  a  total  revised  contract 
amount  not  to  exceed  $2,970,518,  and  to  the  contract  duration  not  to  exceed  337  consecutive 
calendar  days.  The  increased  cost  contingency  and  duration  are  needed  to  perform  sewer 
replacement  and  pavement  renovation  work  on  an  additional  block  requested  by  DPW. 

13-0152 

10-22-13 

JOC-45 

Approve  and  award  Contract  No.  JOC-45,  Micro-LBE  Set-Aside,  General  Building  for  Hetch  Hetchy, 
for  a  not-to-exceed  amount  of  $1,000,000,  to  the  lowest,  qualified,  responsible  and  responsive 
bidder,  Empire  Engineering  &  Construction,  Inc.,  to  perform  general  building  and  construction 
tasks  for  all  SFPUC  Enterprise  Operations  and  Bureaus. 

13-0153 

10-22-13 

WD-2456 

Accept  work  performed  by  M  Squared  Construction,  Inc.,  for  Contract  No.  WD-2456,  8-Inch  DIM 
Installation  and  Pavement  Renovation  on  Mission  St.  from  17'^  St.  to  2l"  St.,  on  19""  St.,  from 
Shotwell  to  Valencia,  and  on  San  Carlos  St.  from  Sycamore  to  21^*  St.;  Approve  Modification  Nos.  2 
and  3,  to  reconcile  final  payment  items  to  reflect  actual  quantities  used  under  unit  price  and 
allowance  bid  items,  decreasing  the  contract  by  $61,987  and  with  a  time  extension  of  27 
consecutive  calendar  day;  and  authorize  final  payment. 

13-0154 

10-22-13 

WW-552R 

Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-552R,  Clay,  Cherry,  and  Collins 
Sts.  Sewer  Replacement,  Water  Main  Installation,  and  Pavement  Renovation,  in  the  amount  of 
$4,466,518,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Shaw  Pipeline,  to  replace 
existing  sewers  and  water  mains  and  renovate  existing  street  pavement  on  the  subject  streets. 

"iFoiss 

10-22-13 

Revocable  License 
to  YMCA  of  San 
Francisco 

Ratify  the  GM's  approval  of  a  five-year  revocable  license  to  the  YMCA  of  SF  at  a  fair  market  Use 
Fee  of  $750  per  biannual  eight-week  season,  for  the  use  of  approximately  22,500  square  feet  of 
SFPUC  land  at  Sloat  Boulevard  and  22"''  Avenue,  as  a  field  for  a  youth  soccer  program. 

13-0156 

10-22-13 

DB-117 

Accept  work  performed  by  Bass  Electric  for  Contract  No.  DB-117,  Solar  Photovoltaic  Renewable 
Energy  Plants:  Chinatown  Public  Health  Center  and  Muni  Woods  Motor  Coach  Facility,  for  a  total 
contract  amount  of  $1,397,749,  and  with  a  total  contract  duration  of  365  consecutive  calendar 
days;  Authorize  final  payment. 

L 

Revocable  License 
with  Girl  Scouts  of 
Northern  CA 
(Camp  Ida  Smith) 

Approve  the  terms  and  conditions  and  authorize  the  GM  to  execute  a  five-year  revocable  license 
with  the  Girl  Scouts  of  Northern  CA,  for  the  use  of  approximately  244,000  square  feet  of  SFPUC 
land  near  Lake  Merced  in  SF  for  a  summer  camp  facility  (Camp  Ida  Smith),  for  no  annual  Use  Fee, 
but  subject  to  maintenance  and  indemnity  obligations. 

13-0158 

10-22-13 

CS-139 

Approve  Amendment  No.  1  to  Agreement  No.  CS-139,  Environmental  Analysis  Services  for  the 
Moccasin  Facilities  Upgrade  Project,  with  Environmental  Science  Associates  +Orion  Joint  Venture, 
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to  allow  for  connpletion  of  the  required  environmental  review  and  resource  agency  permitting 
processes  for  the  project;  Authorize  the  GM  to  execute  this  amendment  providing  a  time 

AYtpncinn  nf  thrpp  \/parc  vA/ith  no  flianop  to  tho  aarropmpnl*  ip 

CAlCIIOlUII  Ul   LMICC  yXZOl  Jf  WILlI  1         L<IICIIIgC           IMC  Cigltrdlldll  VCliUC< 

13-0059 

■ 

10-22-13 

MOD  between 
SFPUC  and 
Alameda  Creek 
Fisheries 
Restoration 
WorkerouD 

Authorize  the  GiVI  to  execute  the  third  amendment  to  the  Memorandum  of  Understanding  by  | 
and  between  the  SFPUC  and  other  members  of  the  Alameda  Creek  Fisheries  Restoration  1 
Workgroup;  Authorize  the  GM  to  allocate  funding  for  the  SFPUC  portion  of  the  Flow  Studies  as  1 
described  in  the  amendment,  for  an  amount  not-to-exceed  $12,500.  m 

13-0160 

10-22-13 

Proposition  84 
Grant  Funding 

Authorize  the  GM  to  apply  for  Proposition  84  Grant  Funding  pursuant  to  the  Safe  Drinking  Water, 
Water  Quality  and  Supply,  Flood  Control,  River  and  Coastal  Protection  Bond  Act  of  2006,  through 
the  Strategic  Growth  Council,  in  order  to  obtain  up  to  $800,000  in  Urban  Greening  for  Sustainable 
Cnmmiinitlp*;  Prnpr;im  fiinHinp*  anri  if  ^(>\prtpc\  tn  pntpr  intn  an  3Prppmpnt  vA/ith  thp  ^tatp  of  PA 

1 1 1 1 1 1  u  1  1  i L J  ri\./glulll  lUIIUIIIK,  ullU,  II  ^dCL^LdJ,  LU  dlLCI    IIILU  CI  1 1  OKICdIldIL  VVILII  LIIC  .JLOLC  \JI 

to  carry  out  the  Chinatown  Green  Alleys  Project,  and  seek  Commission  and  BOS  approval  to 
accept  and  expend  grant  funds. 

13-0161 

10-22-13 

CUW36702 

Approve  Project  No.  CUW36702  -  Peninsula  Pipelines  Seismic  Upgrade  Project  in  northern  San  1 
Mateo  County;  Adopt  the  required  CEQA  Findings,  including  a  Statement  of  Overriding  1 

f~on Qirlp ratio riQ  a nrl  thp  fV/l IV/I R P •  anri  ai  ithori7P  thp  C^KA  to  im rilpmpnt  thp  Proiprt  in  r*om nlia nr'p  3 

VrfUl  lalUCI  a  LIUI 1^;  allU  LI  IC  IVIIVirVr,  allU  CIULIIUIl£.C  IIIC  VjIVI  LU  IIII|JICIiIc:IIL  LIICT  rlUJCCL;  II)  LUI 1 1  Ulld  1  ^ 

with  the  Charter  and  applicable  law,  and  subject  to  BOS  approval  where  required. 

13-0162 

10-22-13 

CUW2730502 

Approve  Project  No.  CUW2730502,  San  Andreas  Pipeline  2  and  San  Andreas  Pipeline  3 
Improvements  Project  in  the  City  of  South  San  Francisco,  San  Mateo  County,  Adopt  findings 
pursuant  to  the  CEQA  including  adopting  the  MMRP  for  the  Baden  and  San  Pedro  Valve  Lots 

lmnro\/pmpntc  Prolppt  ac  annlipH  to  thp  Proiprt*  anrI  aiithoriTP  thp  C^^A  to  imnlpnripnt  thp  Proip/'t 

1 1 1 1  ^1  U  VCI  lie  1 1  Lo  rlUJCLl/  Cl3  CI|JfJIICU  LU  LIIC  rlUJCV.<L/  dllU  dU  LI  lU  1  IZ.C  LIIC  VjlVI  LLJ  II 1 1  [Jlcl  1 ICT 1 1  L  LIIC  r  ILJJCL.L/ 

in  compliance  with  the  Charter  and  applicable  law. 

•12:0163 

1 

■ 

11-12-13 

CS-960(I) 

Approve  Amendment  No.  2  to  Agreement  No.  CS-960(I),  with  STOP  Processing  Center,  to  provide 
ongoing  processing/enrollment  services  for  SFPUC  customers  who  want  their  bills  paid  through  an 
automatic  bill  payment  service;  Authorize  the  GM  to  negotiate  and  execute  an  amendment  i 

pxtpndinp  thp  tprm  of  tlip  rnntrart  un  tn  nnp  vpar  and  fnnr  mnnth*;  with  nn  rhanpp  tn  thp  .jmt 

t/VVtllVJIIIg  Li          Ld  1  1  1  Wl    LI  IV^  Law  1  1  LI  a  L.L             Lv/  LJIIC   yCOl    UilU   l\J\4i    IIIL/IILII3,    VVILII   1  t\J  dlOIIKC   LU  LIIC  ^^^^S^H 

agreement  value.  flH 

13-0164 

11-12-13 

HH-954R2 

Approve  Modification  No.  1  to  Contract  No.  HH-954R2,  Intake  Switchyard  Refurbishment  Phase  1, 
with  Communication  Services,  Inc.,  for  $492,785,  to  compensate  contractor  for  SFPUC  requested 
standby  time  during  the  first  week  of  the  Rim  Fire  Emergency,  to  address  SFPUC  requested  shoo- 
fly,  insulator  bolt,  and  grounding  revisions,  and  for  implementing  an  accelerated  schedule  to  make 
up  for  time  lost  during  the  Rim  Fire,  increasing  the  total  contract  amount  to  $3,255,894. 
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13-0065 

11-12-13   j  WW-519 

Accept  work  performed  by  NTK  Construction  for  Contract  No.  WW-519,  Channel  Pump  Station 
Odor  Control  and  Facility  Improvements  Phase  III,  for  a  total  contract  amount  of  $4,553,573,  and  a 
with  a  total  contract  duration  of  735  consecutive  calendar  days;  Authorize  final  payment. 

13-0166 

11-12-13 

WW-522 

Approve  Modification  No. 10  to  Contract  No.  WW-522  Southeast  Water  Pollution  Control  Plant 
Dewatering  Facility  Corrosion  Repairs,  with  Monterey  Mechanical  Co.,  extending  the  contract 
duration  by  150  consecutive  calendar  days,  to  accommodate  unanticipated  emergency  work  on 
the  biosolids  storage  cake  bins,  under  a  separate  contract  adjacent  to  the  WW-522  contract  work 
site,  with  no  change  to  the  contract  amount. 

'13-0167 

11-12-13 

Revocable  License 
with  US  Dept.  of 
Veterans'  Affairs 

Adopt  findings  pursuant  to  the  CEQA,  approve  the  terms  and  conditions,  and  authorize  the  GM  to 
execute  a  five-year  revocable  license  with  the  United  States  Department  of  Veterans  Affairs  (VA) 
for  the  SFPUC's  installation  and  operation  of  a  subsurface  conduit,  telecommunications  line  and 
data  connection  to  serve  the  Bay  Division  Pipeline  Nos.  3  and  4  Barron  Creek  Crossover  Facility,  in 
Palo  Alto.  The  VA  is  providing  the  License  Agreement  rent-free  to  SFPUC. 

13-0168 

11-12-13 

Revocable  License 
with  City  of  Santa 
Clara  and  Sports 
and  Open  Space 
Authority  of  Santa 
Clara 

Adopt  findings  pursuant  to  the  CEQA,  approve  the  terms  and  conditions,  and  authorize  the  GM  to 
execute  a  revocable  license  with  the  City  of  Santa  Clara  and  the  Sports  and  Open  Space 
Authority  of  the  City  of  Santa  Clara  (SOSA),  to  authorize  SFPUC's  use  of  SOSA's  driveway  and 
Santa  Clara's  splash  pad  and  recycled  water  at  the  newly  constructed  BDPL  Nos.  3  and  4  Crossover 
Facility  at  the  Guadalupe  River  site  in  exchange  for  a  license  to  allow  Santa  Clara  to  continue 
operating  the  Ulistac  Natural  Area,  a  nature  preserve,  on  SFPUC's  fee-owned  right  of  way  known 
as  SFPUC  Parcel  128-A.  The  License  Agreement  provides  the  parties  with  reciprocal  licenses.  None 
of  the  parties  will  pay  rent  or  license  fees. 

13-0169 



WW-546Fr 

f  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-546R,  15th/16th/18th/19th/ 
20th  Aves.,  and  California/Clement  Sts.,  Sewer  Replacement  and  Pavement  Renovation,  in  the 
amount  of  $3,899,750  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Harty  Pipelines, 
Inc.,  to  replace  the  existing  sewers  and  renovate  the  existing  street  pavement. 

13-0170 

11-12-13 

CS-979(I) 

Approve  Amendment  No.  3  to  Agreement  No.  CS-979(I),  with  Dots  Printing  and  Stationery  to 
provide  ongoing  collection  services  for  SFPUC  payment  of  water  and  wastewater  bills  for  residents 
and  businesses  located  in  the  Chinatown  area  of  San  Francisco;  Authorize  the  GM  to  negotiate  an 
amendment  increasing  the  agreement  up  to  $38,000,and  with  a  time  extension  up  to  one  year. 

13-0171 

11-12-13 

CS-113B 

Approve  Amendment  No.  1  to  Agreement  No.  CS-113B,  As-Needed  Laboratory  Services,  with 
BioVir  Laboratories  to  continue  as-needed  laboratory  services  for  analytical  testing  of 
microorganisms  in  various  water  matrixes  and  provide  testing  and  services  such  as  technical 
support,  data  analysis  and  consulting  services;  Authorize  the  GM  to  negotiate  and  execute  an 
amendment  providing  a  time  extension  up  to  two  years  and  six  months. 
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13-0172 

11-12-13 

MOU  with  San 

(Crystal  Spring 
Trail) 

Adopt  findings  pursuant  to  the  CEQA,  and  authorize  the  GM  to  execute  a  MOU  with  San  IVIateo 

C oil  nf\i  for  Ira il  im nro\/omo ntc  run  t ho  C rx/cfa  1  ^nrinoc  Rooirtnal  Tra il  lA/ith  a  H 1 1  ration  of  th        \/oa rc 

V_UU  IILy  IIJI    Llali  IIM^IUVCIIICII       L/l  l  LliC  V^l  Y^LCl  1  0|JI  II  Ig^  iXCglL'  1  ICll    lldil/  WILII  CI  UUIdLIUll  \Jt  LIIICC  yXZOl 

and  to  contribute  $300,000  for  the  construction  of  security  and  watershed  fencing  for  the  South 
of  Lower  Crystal  Springs  Dam  to  Highway  92  trail  extension 

13-0173 

11-12-13 

Purchase  and 
Sales  Agreement 
(Sheridan  Road) 

Annrovp  thp  tprm^  and  rnnriitinn^  and  authnriyp  thp  GM  tn  pxpriitp  a  Purchase  and  Sat@ 
Agreement  to  facilitate  the  purchase  of  approximately  84  acres  of  improved  agricultural  land, 
located  at  7484  Sheridan  Road  in  Sunol,  CA,  from  Kenneth  Paul  Mackin  and  Janice  Mackin  for 
$3,721,500,  for  the  New  Irvington  Tunnel  Project. 

13-0174 

11-12-13 

Joint  Funding 
Agreement  with 
USGS 

Authorize  the  GM  to  execute  a  Joint  Funding  Agreement  with  the  U.S.  Geological  Survey,  for  an 

amount  not-to-exceed  $335,520,  and  with  a  duration  of  one  year,  which  will  allow  for  hydrologic 
monitoring  and  stream  gage  maintenance  on  the  Tuolumne  River  and  its  tributaries. 

"15-0175 

12-10-13 

Wawnna 

Settlement 

(Lyman) 

RprnmmpnH  thp  ^pttlpmpnt"  nf  1  Jnlitipatpfl  dsiiin  nf  f  laimant^  with  thp  Pitv  navinp  *^71  QS''^  ^7  nn 

■  AC^UI  1  II  1  Id  lU  IMC  OCLLIdllCIIL  Ui  UllllllgaiCU  ^IQIIII  Kjl  V.  iO  11 1  la  1  1  LD,  WILII  LIIC  V^ILy  |.iayillg          A.  /  ^  £.J  .J  f  KJll 

the  terms  set  forth  in  the  Full  and  Final  Release  for  Claim  No.  14-01002  on  file  with  the 
Commission  Secretary. 

13-0176 

12-10-13 

Lease  with  Five 
Keys  Charter 
SrhnnI 

Approve  the  terms  and  conditions  and  authorize  the  GM  to  execute  a  five-year  lease  between  the 
CCSF,  acting  by  and  through  its  PUC  and  the  SF  Sheriffs  Department  Five  Keys  Charter  School  as 

tpnant  for  iiqp  of  annrovimatpK/  0  SQA  rpntaKIp  cniiarp  foot  of  oonoral  offipo  anH  riaccroom  cnafo 

IdiailL/  IV^I    UDC  \Ji  a  ^}JI  UAIM  la  LCiy  Z.^O^*-r  IdlLaUIC  ^LfUCIIC  ICCL  KJl  gCIICICII  UIIILC  ClllU  L.ICI^ji  UtJI  1 1  O^CIl-C 

at  the  Southeast  Community  Facility  for  a  monthly  rent  of  $2,291.08. 

13-0177 

12-10-13 

CS-193A-D 

Approve  the  selection  of  and  award  Agreement  Nos.  CS-193A-D,  Energy  Efficiency  Services  to  kW 
Engineering,  Inc.,  (CS-193A);  Enovity,  Inc.,  (CS-193B);  Enernoc,  Inc.,  (CS-193C);  and  CB&I/EBS  Joint 
Venture  (CS-193D),  to  provide  professional  services  related  to  energy  efficiency;  Authorize  the  GM 
to  negotiate  and  execute  the  four  professional  services  agreements,  for  an  amount  not-to-exceed ■ 

s9          OnO  paph  anH  vA/ith  a  rli  iration  of  fiwo  \/parc  nor  aurppmpirh 
f  J  I  ^  f\j\j\j  cciL.li  aiiu  wiLii  a  uuiaLiuii  \j\  live  ycdi^  |Jd  cigicdiidiL> 

13-0178 

12-10-13 

CS-317 

Approve  the  selection  of  and  award  Agreement  No.  CS-317,  Specialized  and  Technical  Services, 
Restoration  and  Revegetation,  to  Orion  Environmental  Associates,  to  provide  specialized  and 
technical  services  related  to  on-site  restoration  and  revegetation  of  WSIP  construction  sites  in  the 
San  Joaquin,  Sunol  Valley,  Bay  Division,  and  Peninsula  regions;  Authorize  the  GM  to  negotiate  and 
execute  a  professional  services  agreement  with  Orion  Environmental  Associates  for  an  amount 
not-to-exceed  $1,500,000,  and  with  a  duration  of  two  years. 

'  13-0179 

12-10-13 

ill 

CS-916 

Approve  Amendment  No.  2  to  Agreement  No.  CS-916,  Peninsula  Region  Construction 
Management  Services,  with  HDR  Engineering,  Inc.,  for  additional  construction  management  J 
services  associated  with  the  Crystal  Springs/San  Andreas  Transmission  Upgrade  project;  Authorize! 
the  GM  to  execute  the  amendment,  increasing  the  agreement  not-to-exceed  amount  by  1 
$1,500,000  and  extending  the  agreement  duration  by  six  months,  subject  to  BOS  approval.  J 
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13-0180 

12-10-13 

CS-955B  and 
CS-955C 

Approve  Amendment  No.  1  to  Agreement  Nos.  CS-955B  and  CS-955C,  As-needed  Specialized  and 
Technical  Wastewater  Services,  with  RMC  (CS-955B)  and  Carollo  Engineers  (CS-955C),  to  complete 
ongoing  specialized  and  highly  technical  wastewater  services  while  preparing  transition  plans  for 
the  agreements  to  the  consultant  teams  under  CS-203A-D,  As-needed  Wastewater  Technical 
Services;  Authorize  the  GM  to  negotiate  and  execute  two  professional  services  amendments  up  to 
$500,000  per  agreement  with  no  change  to  the  agreement  duration. 

13-0181 

12-10-13 

HH-935B 

Accept  work  performed  by  Mountain  Cascade,  Inc.,  for  Contract  No.  HH-935B,  San  Joaquin 
Pipeline  System,  Western  Segment;  Approve  Modification  No.  1,  increasing  the  contract  by 
$1,749,280,  and  with  a  time  extension  of  310  consecutive  calendar  days;  Authorize  final  payment. 

13-0182 

12-10-13 

JOC-46 

Approve  and  award  Contract  No.  JOC-46,  Electrical,  Governor  &  Exciter  Systems  for  Hydroelectric 
Powerhouses,  Hetch  Hetchy,  for  a  not-to-exceed  amount  of  $5,000,000  to  the  lowest,  qualified, 
responsible  and  responsive  bidder,  Tri-Technic,  Inc.,  to  perform  specialty  high-voltage  electrical 
work  for  Hetch  Hetchy  Operations. 

13-0183 

12-10-13 

WD-2445 

Accept  work  performed  by  P&J  Utility  Co.  for  Contract  No.  WD-2445,  8-Inch  DIP  Main  Installation 
on  Second,  New  Montgomery,  Stevenson,  Minna  and  Annie  Streets;  Approve  Modification  No.  3 
to  reconcile  the  final  contract  amount  to  reflect  the  actual  quantity  of  work  performed  under  unit 
price  bid  items,  increasing  the  contract  by  $26,608;  Authorize  final  payment. 

13-0184 

12-10-13 

WD-2601 

Approve  an  increase  in  the  construction  contract  cost  contingency  for  Contract  No.  WD-2601, 
Crystal  Springs/San  Andreas  Transmission  System  Upgrade  Project,  in  the  amount  of  $26,453,000, 
and  an  increase  in  the  maximum  time  for  completion  of  construction  work  under  the  contract  of 
up  to  465  consecutive  calendar  days;  Authorize  the  GM  or  his  designee  to  approve  future 
modifications  to  the  contract  to  increase  the  contract  amount  up  to  a  maximum  of  $136,192,300, 
and  to  extend  the  contract  time  for  a  total  revised  construction  phase  duration  of  up  to  1,445 
consecutive  calendar  days. 

13-0185 

12-10-13 

WD-2612 

Accept  work  performed  by  J.  Flores  Construction  Company,  Inc.,  for  Contract  No.  WD-2612,  8-Inch 
DIP  Main  Installation  on  Florida  St.,  from  16th  to  26th  Sts.;  Approve  Modification  No.  2  to 
reconcile  the  Final  Contract  Amount  to  reflect  the  actual  quantity  of  work  performed,  decreasing 
the  contract  by  $136,253,  for  a  total  contract  amount  of  $1,186,688;  and  authorize  final  payment. 

13-0186 

12-10-13 

WW-583 

Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-583,  As-Needed  Main  Sewer 
Replacement,  for  a  total  contract  amount  not-to-exceed  $3,534,100,  to  the  lowest,  qualified, 
responsible  and  responsive  bidder.  Precision  Engineering,  to  perform  as-needed  main  sewer 
replacement  at  locations  to  be  determined. 

13-0187     1  12-10-13   j  WW-584 

Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-584,  As-Needed  Spot  Sewer 
Repair,  for  a  total  contract  amount  not  to  exceed  $6,593,265,  to  the  lowest,  qualified,  responsible 
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and  responsive  bidder,  J.  Flores  Construction,  Inc.,  to  replace  sections  of  existing  sewer  piping,  on 
an  as-needed  basis,  at  locations  to  be  determined  throughout  San  Francisco. 

13-0188 

12-10-13 

WW-585 

Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-585,  15th/17th/23rd/44th/ 
47th/Granada/  Meda  and  Oakdale  Aves.,  Sewer  Replacement,  in  the  amount  of  $2,634,535,  to 
the  lowest,  qualified,  responsible  and  responsive  bidder,  Shaw  Pipeline,  to  replace  the  existing 
sewers  on  the  subject  streets. 

12-10-13 

Lease  with  Koret 
Foundation 

Authorize  the  GM  to  negotiate  with  the  Koret  Foundation  the  terms  of  a  20-year  lease  with  two 
10-year  extension  options  for  approximately  .96  acres  of  SFPUC  Parcel  22  in  So.  SF  for  parking, 
ingress  and  egress  and  landscaping  uses,  and  to  execute  the  lease,  subject  to  BOS  approval. 

1  o  r\  1  c\r\ 

li-oiyo 

12-10-13 

MOU  with  DPW 
(Green  Wiggle) 

Authorize  the  GM  to  execute  a  MOU  with  the  SF  DPW  to  fund  an  amount  not-to-exceed 
$668,000,  for  the  first  phase  of  the  Green  Wiggle,  located  at  Oak  and  Fell  St.,  between  Scott  and 
Baker  Sts..  This  is  the  SSIP's  first  green  infrastructure  early  implementation  project. 

13-0191 

12-10-13 

Lease 

Amendment  with 
Clemco 

Properties,  LLC 

Approve  the  terms  and  conditions  and  authorize  the  GM  to  execute  a  Second  Amendment, 
extending  the  terms  of  an  existing  lease,  between  Clemco  Properties,  LLC  and  the  CCSF  for  office 
space,  storage  and  parking  at  1657  Rollins  Road  in  Burlingame.  Base  rent  will  be  adjusted  < 
annually  according  the  CPI  with  two  percent  minimum  and  five  percent  maximum  increases.  .: 

13-0192 

12-10-13 

Five  Year  Office 
Lease  with  544 
Golden  Gate 
Associates 

Approve  the  terms  and  conditions  and  authorize  the  GM  to  execute  a  five-year  office  lease 
between  544  Golden  Gate  Associates,  LLC  and  the  CCSF  for  the  use  of  approximately  6,888 
rentable  square  feet  of  space  at  544  Golden  Gate  Ave.,  Second  Floor,  at  the  rental  rate  of  $24,108 
per  month.  The  SFPUC  will  pay  for  its  own  services  and  utilities  at  an  additional  estimated  cost  of 
$3,000  per  month.  The  total  estimated  monthly  sum  for  rent,  services  and  utilities  is  $27,108. 

13-0193 

12-10-13 

Electric  Service 
Agreement  with 
TJPA 

Authorize  the  GM  to  execute,  on  behalf  of  the  City  and  County  of  San  Francisco,  an  Electric 
Service  Agreement  with  the  Transbay  Transit  Powers  Authority,  for  the  SFPUC  to  be  the  primary 
provider  of  electric  service  to  the  TJPA. 

13-0194 

12-10-13 

MOU  with  SFMTA 
(Sewer  Collection 
Central  Subway 

r  lUJCLL/ 

Authorize  the  GM  to  execute  a  MOU  with  the  SFMTA  for  sewer  collection  system  improvements 
on  4'^  St.,  between  Bryant  St.,  and  King  St.,  in  conjunction  with  the  Central  Subway  Project,  for  an 
amount  not  to  exceed  $2,925,296,  which  includes  a  10  percent  construction  contingency  to  cover 
any  cnange  oruers,  lor  inis  wotk  over  me  estimateo  project  auration  or  4.3  years.  1  nese 
improvements  will  allow  for  the  relocation,  rehabilitation  or  replacement  of  sewer  facilities  during 
construction  of  the  rail  facilities  and  avoid  future  conflicts  and  maintenance  impacts. 

13-0195 

12-10-13 

National  Biosolids 
Partnership  Code 
of  Good  Practice 
I^Guidelines 

Endorse  the  commitment  of  the  WWE  to  undertake  operational  practices  that  conform  to  the 
National  Biosolids  Partnership  Code  of  Good  Practice  Guidelines  for  biosolids  management  and 
the  SFPUC's  goals  for  the  sustainable  and  cost-effective  beneficial  use  of  biosolids. 
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SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 

AGENDA 
Tuesday,  January  8,  2013 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


Commissioners 

Art  Torres,  President 
Vince  Courtney,  Vice  President 
Ann  Moller  Caen 

Anson  Moran 
Francesca  Vietor 


Harlan  L.  Kelly,  Jr. 

General  Manager 

Donna  Hood 

Secretary 


For  information,  contact  tlie  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  ttie  SFPUC  web  site:  www.sfwater.orq 
Gavel-to-Gavel  coverage  available  at: 
tittp://sanfrancisco.qranicus.comA/iewPublisher.ptip?view  icl=22 


Disability  Access 

The  Public  Utilities  Commission  meeting  will  be  held  in  Room  400,  at  One  1  Dr.  Carlton  B.  Goodlett 
Place,  (400  Van  Ness  Avenue),  San  Francisco,  CA.  The  closest  accessible  BART  Station  is  the 
Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  Lines  serving  this 
location  are:  Muni  Metro  lines  J  Church,  K  Ingleside,  L  Taraval,  M  Oceanview,  N  Judah  and  T  Third 
at  Van  Ness  and  Civic  Center  Stations;  F  Market  Line;  and  bus  routes  19  Polk,  47  Van  Ness,  49 
Mission  Van  Ness,  5  Fulton,  6  Parnassus,  21  Hays,  9  San  Bruno,  9L  San  Bruno  Limited,  71  Haight 
Noriega  and  71 L  Noriega  Limited.  For  more  information  about  MUNI  accessible  services  call  (415) 
701 .4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been 
designated  on  the  Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility- 
impaired  persons.  There  is  accessible  parking  available  within  the  Civic  Center  Underground 
Parking  Garage  at  the  corner  of  McAllister  and  Polk  Streets,  and  within  the  Performing  Arts  Parking 
Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain 
meeting  materials  in  alternative  format,  please  contact  Donna  Hood  at  (415)  554-3165,  or  by 
emailing  dhood@sfwater.orq.  Providing  at  least  72  hours  notice  will  help  to  ensure  availability. 

To  assist  the  City's  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses, 
multiple  chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that 
other  attendees  may  be  sensitive  to  various  chemical  based  products.  Please  help  the  City 
accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance 
(Chapter  67  of  the  San  Francisco  Administrative  Code) 

Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public. 
Commissions,  boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the 
people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the  people  and 
that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under  the 
Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  the  Sunshine  Ordinance  Task 
Force,  City  Hall,  Room  409, 1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102-4683  at 
Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554-7854;  E-mail:  sotf@sfqov.orq.  Copies  of  the 
Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San  Francisco 
Public  Library  and  on  the  City's  website  at  www.sfqov.orq. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are 
prohibited  at  this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the  meeting 
room  of  any  person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar 
sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements 

Individuals  and  entities  that  influence  or  attempt  to  influence  local  legislative  or  administrative  action 
may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF  Campaign  &  Governmental  Conduct 
Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information  about  the  Lobbyist 
Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue,  Suite 
220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-31 12;  web  site  at 
www.sfqov.orq/ethics. 


ORDER  OF  BUSINESS: 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  Minutes  of  December  1 1 ,  2012. 

4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within  the 
Commission's  jurisdiction  and  are  not  on  today's  agenda. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Safe  Medicine  Disposal  Program  Update 

d)  Annual  Popular  Report 

e)  Annual  CAFR 

6.  Other  Commission  Business 

7.  Report  of  the  General  Manager 

a)  CleanPowerSF  Update  (Hale) 

8.  Citizens'  Advisory  Committee  Update  (Jones) 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney 
where  applicable. 

Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
525  Golden  Gate  Avenue,  13^"  Floor,  San  Francisco,  CA  94102,  Telephone:  (415)  554- 
3165,  Fax:  (415)  554-3424. 

CONSENT  CALENDAR 

9.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
5  routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by 
^  a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these  items 
^  unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which  event  the 
tH  matter  will  be  removed  from  the  Calendar  and  considered  as  a  separate  item. 

a)  Approve  Amendment  No.2,  Agreement  CS-142A,  As-Needed  Community  and 
Contractors  Outreach  Services,  with  The  Thier  Group  to  continue  conducting 
outreach  to  local  and  regional  contractors;  and  authorize  the  General  Manager 
to  execute  this  amendment  increasing  the  agreement  by  $49,000,  for  a  total 


not-to-exceed  agreement  amount  of  $99,000,  and  with  a  time  extension  of  one 
year  for  a  total  agreement  duration  of  three  years  and  six  months.  (Wong) 


5 
■3 


b)  Approve  Amendment  No.  6  to  Agreement  CS-804,  Alameda  Siphon  No.  4,  with 
Black  Veatch/AGS  Inc.,  for  Engineering  Services  during  Construction;  and 
authorize  the  General  Manager  to  execute  this  retroactive  amendment 
extending  the  agreement  to  March  9,  2013,  for  a  total  agreement  duration  not- 
to-exceed  six  years,  10  months,  with  no  change  to  the  contract  amount. 

(Labonte) 

c)  Approve  Amendment  No.  1  to  Agreement  CS-896,  As-Needed  Laboratory 
i       Analytical  Services,  with  Eurofins  Eaton  Analytical,  Inc.,  to  provide  the  ongoing 

analytical  expertise  to  ensure  compliance  with  Water  and  Wastewater  regulatory 
requirements;  and  authorize  the  General  Manager  to  execute  this  amendment, 
increasing  the  agreement  duration  by  two  years  for  a  total  agreement  duration 
of  six  years.  (RItchle/Moala) 

3   d)  Accept  work  performed  by  MSquared  Construction,  Inc.  for  Contract  WD-2439, 
^       8-inch  Ductile  Iron  Main  Installation  on  Laguna  Street  from  Market  to  Post 
05       Streets;  Approve  Modification  No.  2  (Final),  to  reconcile  the  final  contract 

amount  to  reflect  the  actual  quantity  of  work  performed,  increasing  the  contract 
amount  by  $23,496,  for  a  total  contract  amount  of  $1 ,508,022;  and  authorize 
final  payment  to  the  contractor.  (Moala) 

e)  Accept  work  performed  by  Roadrunner  Drilling  and  Pump  Company  for 

Contract  WD-2600,  Regional  Groundwater  Storage  and  Recovery  Project  -  Test 
^        Well  Drilling.  Approve  Modification  No.  4  (Final)  to  reconcile  payment  Items  to 
o        reflect  actual  quantities  used  under  unit  price  and  allowance  bid  items, 

decreasing  the  contract  by  $245,71 5,  and  authorize  final  payment  to  the 
contractor.  (Labonte) 

vO  f)  Accept  work  performed  by  Trinet  Construction,  Inc.,  for  Contract  No.  WD-2607, 

§  Pulgas  Balancing  Reservoir  -  Modifications  of  Existing  Dechloramination  Facility, 

^  for  upgrading  the  treatment  facilities  located  at  Pulgas  Balancing  Reservoir;  and 

—  authorize  final  payment  to  the  contractor.  (Labonte) 

g  g)  Accept  work  performed  by  Cal  State  Constructors  for  Contract  No.  WW-462, 
9  Southeast  Water  Pollution  Control  Plant  Digester  Gas  Circulation  Compressor 
Replacement  and  authorize  final  payment  to  the  contractor.  (Moala) 

h)  Approve  Modification  No.  5  to  Contract  No.  WW-513,  North  Shore  and 

Mariposa  Pump  Station  Improvements,  with  Cal  State  Constructors,  Inc.,  to 
o   complete  the  improvements  for  pump  station  reliability  contract  work,  increasing 
^  the  contract  amount  by  $270,480,  for  a  total  contract  amount  of  $5,298,1 34, 
^  and  with  a  time  extension  of  90  consecutive  calendar  days  for  total  contract 
duration  of  720  consecutive  calendar  days.  (Moala) 


Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to 
execute  a  five-year  revocable  permit  issued  to  the  City  of  Milpitas,  to  use  and 
maintain  approximately  1.35  acres  of  SFPUC  property,  Parcel  101 -A,  located  at 
the  intersection  of  Coelho  and  Cortez  Streets  in  the  City  of  Milpitas,  as  a  public 
park  with  no  use  fee.  The  Permit  will  replace  an  existing  permit  issued  to  the 
City  of  Milpitas  on  May  1 6,  1 967.  (Russell) 

j)   Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to 
CP      execute  a  five-year  revocable  permit  to  InnVision  Shelter  Network  for  the  use 
g     of  approximately  2,670  square  feet  of  SFPUC  property,  located  on  Locust  Street 

in  Redwood  City,  as  a  green  space  play  area  for  children's  outdoor  recreation. 
^     The  annual  permit  fee  is  $3,204  and  is  subject  to  annual  increases  at  a  rate  of 
four  percent.  (Russell) 


REGULAR  BUSINESS 


10.  Approve  Amendment  No.  1  to  Agreement  CS-968,  Environmental  Analysis 
^    Services  for  the  Upper  Alameda  Creek  Filter  Gallery  Project,  with  Environmental 

Science  Associates  to  provide  environmental  analysis  services  and  permitting 
^    support;  and  authorize  the  General  Manager  to  execute  this  amendment  with  a 
time  extension  of  six  years,  for  a  total  agreement  duration  of  eight  years,  1 0 
months.  (Ritchie) 

1 1  .Approve  an  increase  in  the  construction  contract  cost  contingency  for 
Contract  No.  HH-953,  Tesia  Portal  Protection,  in  the  amount  of  $519,366,  and  an 
increase  in  the  contract  duration  of  up  to  195  consecutive  calendar  days. 
^   Authorize  the  General  Manager  to  approve  future  modifications  to  the  contract,  for 
CD   a  total  revised  contract  amount  up  to  $3,555,366  and  for  a  total  revised  contract 
duration  up  to  459  consecutive  calendar  days.  (Ritchie) 

12.  Public  comments  on  matters  to  be  discussed  in  Closed  Session. 


13.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 


CLOSED  SESSION 


The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

14.  Conference  with  Legal  Counsel  Pursuant  to  California  Government  Code  Section 
54956.9  (a)  and  San  Francisco  Administrative  Code  Section  67.10  (d).  (Mueller) 


Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.  A1 27554;  Filed  January  29,  2010. 


15.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(c)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (2). 

(Ambrose) 

Anticipated  Litigation  -  As  Plaintiff 
Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

16.  Announcement  following  closed  session. 

17.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

18.  Other  new  business. 
ADJOURNMENT 


San  Francisco 
Water  Power  Sewer 

Services  of  the  San  Francisco  Public  Utilities  Commission 


SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 


MINUTES 
Tuesday,  January  8,  2013 

(Approved  1-22-13) 


1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


Commissioners 

Art  Torres,  President 
Vince  Courtney,  Vice  President 
Ann  Moller  Caen 

Anson  Moran 
Francesca  Vietor 


Harlan  L.  Kelly,  Jr. 

General  Manager 


Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
IVlinutes  and  other  information  are  available  on  the  SFPUC  web  site;  www  sfwater  orq 
Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.qranicus.comA/iewPiiblisher.php7view  id=22 


ORDER  OF  BUSINESS: 

1.  Call  to  Order 

President  Torres  called  the  meeting  to  order  at  1:32  PM 

2.  Roll  Call 

Present:  Torres,  Courtney,  Caen,  and  Courtney 
Commissioner  Vietor  arrived  at  1:34  PM. 

3.  Approval  of  Minutes  of  December  11.  2012. 

The  minutes  of  December  11,  2012  were  amended  to  reflect  additional  comments, 
as  suggested  by  Mr.  Jerry  Cadigan  via  his  email  correspondence  of  January  5, 
2013. 

On  Motion  to  approve  the  Amended  Minutes  of  December  11,  2012: 

4.  Public  Comments 

•  Mr.  Francisco  DaCosta  expressed  his  concern  for  the  state  of  our  infrastructure, 
given  the  damage  done  by  Super  Storm  Sandy  and  Climate  Change. 

•  Dr  Espanola  Jackson  expressed  her  concerns  with  the  Southeast  Community 
College  campus  and  "turf'  issues  in  the  Bayview.  She  shared  her  concerns  with 
the  amount  of  space  occupied  by  the  College  at  the  Facility,  and  feels  they 
should  have  more  space,  at  a  reduced  rate. 

•  Mr.  Anthony  Urbina,  Sheet  Metal  Workers  Local  104,  distributed  a  letter 
protesting  the  award  of  any  contractor  who  utilizes  American  Mechanical 
Services  of  Walnut  Creek,  and  requested  that  the  SFPUC  designate  them  as  a 
non-responsible  bidder. 

President  Torres  questioned  the  processes  for  paying  prevailing  wages,  to 
which  General  Manager  Kelly  responded  that  due  process  is  followed. 

Ms.  Ivy  Fine,  Contracts  Administration  Manager,  stated  that  the  SFPUC  has  a 
standard  bid  process,  and  at  the  request  of  President  Torres,  indicated  that 
she  would  provide  additional  information  on  the  issues  raised  by  Mr  Urbano. 
Deputy  City  Attomey  Ambrose  stated  that  she  would  work  with  Ms.  Fine  on  a 
response. 

•  Mr.  Richard  Koenig,  Sheet  Metal  Workers  Local  104,  protested  the  award  of  any 
contractor  who  utilizes  American  Mechanical  Services  of  Walnut  Creek,  and 
requested  that  the  SFPUC  designate  them  as  a  non-responsible  bidder. 

•  Mr  Robert  Woods,  expressed  his  concerns  with  the  rent  charged  to  non-profit 
organizations  located  at  the  Southeast  Facility  and  feels  the  rates  will  negatively 
affect  their  ability  to  serve  the  public. 

Commissioner  Vietor  questioned  what  the  Southeast  Facility  Commission's 
role  is  in  the  conversations  regarding  rental  rates  and  space  allocation  and 
wants  to  make  sure  they  are  a  partner  in  discussions. 


Commissioner  Moran  asl<ed  if  tlie  SFPUC  cliarged  market  rate  to  tenants  at 
the  Southeast  Facility,  to  which  Deputy  General  Manager  Carlin  stated  that 
tenants  are  charged  below-market  rate.  He  indicated  he  will  provide  an 
analysis  of  rental  rates  to  the  Commission. 

•  Dr  Anita  Grier,  Community  College  of  San  Francisco  (CCSF),  Board  of  Trustees, 
expressed  her  concerns  with  space,  transportation,  and  turf  issues  associated 
with  the  Southeast  Facility  Campus.  She  also  stated  that  seniors  are  being 
pushed  out  of  the  facility  due  to  limited  space. 

General  Manager  Kelly,  Jr,  stated  that  the  SFPUC  went  through  a  detailed 
process  regarding  space  allocation  and  programming  at  the  Facility,  including 
conversations  with  the  CCSF  Chancellor  He  noted  past  issues  of  concern 
included  sub-leasing  of  space. 

Ms.  Juliet  Ellis,  Assistant  General  Manager,  External  Affairs,  noted  that  City 
College  had  requested  and  received  17,000  square  feet  of  space  at  the 
Facility.  She  stated  that  they  pay  an  "industrial  rate"  which  is  below  market 
rate  for  space. 

General  Manager,  Kelly,  Jr,  stated  that  staff  will  provide  the  Commission  with 
lease  information  and  documentation  of  agreements  in  place. 

•  Mr  Tony  Lee  followed-up  on  his  past  appearance  regarding  billing  collection 
issues  related  to  his  parent's  rental  property.  Mr  Lee  provided  a  letter  expressing 
his  concerns  with  the  response  he  received  from  Ms.  Marge  Vizcarra,  Customer 
Service  Bureau  Director,  and  suggested  additional  changes  in  the  existing  policy. 

Commissioner  Moran  noted  that  the  SFPUC  will  be  transitioning  to  a  monthly 
billing  cycle,  which  should  alleviate  some  of  the  issues  presented. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Safe  Medicine  Disposal  Program  Update 

Commissioner  Caen  requested  that  the  Program  include  additional  pharmacies 
and  that  more  outreach  occur  with  existing  pharmacies. 

d)  Annual  Popular  Report 

e)  Annual  Comprehensive  Annual  Financial  Report 

6.  Other  Commission  Business 
None. 

7.  Report  of  the  General  Manager 

General  Manager,  Kelly,  Jr,  stated  that  staff  has  been  in  discussions  with  BAWSCA 
regarding  the  Water  Supply  Agreement  and  are  addressing  concerns  of  the 
Wholesale  Customers. 


General  Manager  Kelly,  Jr.,  noted  that  the  U.S.  EPA  Administrator,  Lisa  Jackson, 
toured  the  SFPUC  Administration  building  earlier  in  the  day  and  was  impressed  with 
the  amenities  and  sustainability  features  of  the  building. 

a)  CleanPowerSF  Update 

Ms.  Barbara  Hale,  Assistant  General  Manager,  Power  Enterprise,  gave  an 
update  on  P&GE  electric  rate  changes,  the  updated  GoSolarSF  Timeline,  and  a 
review  of  materials  presented. 

Ms.  Hale  stated  that  PG&E  electric  rates  changed  January  1,  2013.  The  previous 
rate  was  7. 1  cents  perkWh  and  was  raised  to  7.9  cents  perkWh.  As  a  result,  the 
projected  electric  bill  premium  for  GoSolarSF  will  be  smaller  than  expected.  She 
indicated  that  PG&E  expects  an  additional  rate  increase  in  May,  which  will  again 
impact  rate  comparisons  of  PG&E  rates  to  CleanPowerSF.  She  stated  that  the 
anticipated  CleanPowerSF  rates  will  be  presented  to  the  Commission  soon. 

Ms.  Hale  touched  on  the  updated  Timeline  and  noted  that  Program  is  on-track  for 
overall  program  delivery,  through  some  intermediate  steps'  timing  have  been 
adjusted. 

Ms.  Hale  noted  that  the  additional  materials  provided  were  for  infonvational 
purposes  in  preparation  for  the  January  22,  2013  not-to-exceed  rate  discussion. 

Discussion  ensued  on  a  question  from  Commissioner  Vietor  regarding  the 
Program.  Todd  Rydstrom,  Assistant  General  Manager  and  CFG,  stated  that  the 
Local  Power,  Incorporated  (LPI)  proposed  business  case  envisions  a  much 
larger  rollout  than  Phase  1  of  CleanPowerSF,  including  both  residential  and 
commercial  customers  using  up  to  600  MW  of  power  (vs.  20-30  MWfor 
CleanPowerSF  Phase  1).  He  noted  some  key  assumptions,  including  that  the 
City  would  need  to  borrow  up  to  $1.5  billion  to  fund  generation  and  up  to  90,000 
energy  efficiency  projects  for  CCA  participants,  including  300  in-City  combined 
heat  and  power  internal  combustion  engines,  and  that  new  natural  gas  and 
biogas  costs  and  risks  would  also  be  present.  These  key  assumptions  will  all 
need  further  City  policymaker  consideration.  A  key  outstanding  SFPUC  staff 
question  to  LPI  also  includes  their  assumption  of  private  property  owners'  long- 
term  commitment  with  the  City,  given  the  City  is  assumed  to  be  on  the  hook  for 
borrowed  funds  though  the  improvements  at  most  of  the  assumed  sites  are  on 
privately-owned  properties. 

Commissioner  Moran  asked  if  the  Commission  will  be  required  to  choose  one 
proposal  over  the  other,  or  if  they  were  different  phases.  He  had  questions  about 
the  opt-in/opt-out  requirement.  Mr  Rydstrom  stated  that  implementation  will  be 
in  phases  and  that  good  ideas  and  strategies  could  be  layered  onto  Phase  1  of 
CleanPowerSF  at  a  future  time  after  related  policy  decisions  are  considered.  City 
Attorney  Ambrose  stated  that  additional  information  on  the  opt-in/opt-out 
requirement  will  be  provided. 


Limited  discussion  ensued  on  the  Program.  Commissioner  Courtney  requested 
tfiat  ttie  Commission  be  regularly  informed  as  to  participation  in  the  Program.  He 
also  requested  regular  updates  as  to  which  contractors  are  hired  to  work  on  the 
Program. 

Commissioner  Vietor  requested  that  information  be  provided  on  the  level  of 
interest  by  commercial  customers  and  that  those  customers  are  included  in  the 
Program  sun/ey. 

Commissioners  Moran  and  Vietor  requested  that  revisions  between  the  phases 
be  more  clearly  defined  and  presented  to  the  Commission  with  an  associated 
timeline. 

Public  Comment 

•  Mr  Francisco  DaCosta  expressed  his  thoughts  on  energy  consumption  and 
transmission,  and  on  the  survey. 

•  Mr  Eric  Brooks,  Green  Party  of  San  Francisco  and  grassroots  organization,  "Our 
City",  expressed  his  thoughts  on  the  materials  provided  and  encouraged  the 
Commission  to  read  the  concerns  posed  by  Local  Power,  and  shared  his 
thoughts  on  opt-in/opt-out  and  on  the  sun/ey. 

8.  Citizens'  Advisory  Committee  Update 

Mr  Terrence  Jones,  Citizens'  Advisory  Committee  (CAC)  Chair  provided  a  bhef 
update  on  the  activities  of  the  CAC.  He  stated  that,  at  the  request  of  the 
Commission,  outreach  to  non-English  speakers  was  completed  in  November 
The  CAC  continues  to  research  ways  to  effectively  outreach  on-English 
speakers.  Mr  Jones  indicated  the  CAC  has  15  of  17  seats  filled.  He  noted  their 
Annual  Report  would  be  completed  and  distributed  in  the  next  month. 

9.  Consent  Calendar 

a)  Approve  Amendment  No.2,  Agreement  CS-142A,  As-Needed  Community  and 
Contractors  Outreach  Services,  with  The  Thier  Group  to  continue  conducting 
outreach  to  local  and  regional  contractors;  and  authorize  the  General  Manager  to 
execute  this  amendment  increasing  the  agreement  by  $49,000,  for  a  total  not-to- 
exceed  agreement  amount  of  $99,000,  and  with  a  time  extension  of  one  year  for 
a  total  agreement  duration  of  three  years  and  six  months.  (Resolution  13-0009) 

b)  Approve  Amendment  No.  6  to  Agreement  CS-804,  Alameda  Siphon  No.  4,  with 
Black  Veatch/AGS  Inc.,  for  Engineering  Services  during  Construction;  and 
authorize  the  General  Manager  to  execute  this  retroactive  amendment  extending 
the  agreement  to  March  9,  2013,  for  a  total  agreement  duration  not-to-exceed  six 
years,  10  months,  with  no  change  to  the  contract  amount.  (Resolution  13-0001) 

c)  Approve  Amendment  No.  1  to  Agreement  CS-896,  As-Needed  Laboratory 
Analytical  Services,  with  Eurofins  Eaton  Analytical,  Inc.,  to  provide  the  ongoing 
analytical  expertise  to  ensure  compliance  with  Water  and  Wastewater  regulatory 
requirements;  and  authorize  the  General  Manager  to  execute  this  amendment. 


increasing  the  agreement  duration  by  two  years  for  a  total  agreement  duration  of 
six  years.  (Resolution  13-0002) 

d)  Accept  work  performed  by  MSquared  Construction,  Inc.  for  Contract  WD-2439, 
8-inch  Ductile  Iron  Main  Installation  on  Laguna  Street  from  Market  to  Post 
Streets;  Approve  Modification  No.  2  (Final),  to  reconcile  the  final  contract  amount 
to  reflect  the  actual  quantity  of  work  performed,  increasing  the  contract  amount 
by  $23,496,  for  a  total  contract  amount  of  $1 ,508,022;  and  authorize  final 
payment  to  the  contractor.  (Resolution  13-0003) 

e)  Accept  work  performed  by  Roadrunner  Drilling  and  Pump  Company  for  Contract 
WD-2600,  Regional  Groundwater  Storage  and  Recovery  Project  -  Test  Well 
Drilling.  Approve  Modification  No.  4  (Final)  to  reconcile  payment  items  to  reflect 
actual  quantities  used  under  unit  price  and  allowance  bid  items,  decreasing  the 
contract  by  $245,715,  and  authorize  final  payment  to  the  contractor.  (Resolution 
13-0004) 

f)  Accept  work  performed  by  Trinet  Construction,  Inc.,  for  Contract  No.  WD-2607, 
Pulgas  Balancing  Reservoir  -  Modifications  of  Existing  Dechloramination  Facility, 
for  upgrading  the  treatment  facilities  located  at  Pulgas  Balancing  Reservoir;  and 
authorize  final  payment  to  the  contractor.  (Resolution  13-0005) 

g)  Accept  work  performed  by  Cal  State  Constructors  for  Contract  No.  WW-462, 
Southeast  Water  Pollution  Control  Plant  Digester  Gas  Circulation  Compressor 
Replacement  and  authorize  final  payment  to  the  contractor.  (Resolution  13-0006) 

h)  Approve  Modification  No.  5  to  Contract  No.  WW-513,  North  Shore  and  Mariposa 
Pump  Station  Improvements,  with  Cal  State  Constructors,  Inc.,  to  complete  the 
improvements  for  pump  station  reliability  contract  work,  increasing  the  contract 
amount  by  $270,480,  for  a  total  contract  amount  of  $5,298,134,  and  with  a  time 
extension  of  90  consecutive  calendar  days  for  total  contract  duration  of  720 
consecutive  calendar  days.  (Resolution  13-0009) 

i)  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to  execute 
a  five-year  revocable  permit  issued  to  the  City  of  Milpitas,  to  use  and  maintain 
approximately  1.35  acres  of  SFPUC  property.  Parcel  101-A,  located  at  the 
intersection  of  Coelho  and  Cortez  Streets  in  the  City  of  Milpitas,  as  a  public  park 
with  no  use  fee.  The  Permit  will  replace  an  existing  permit  issued  to  the  City  of 
Milpitas  on  May  16,  1967.  (Resolution  13-0007) 

j)  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to  execute 
a  five-year  revocable  permit  to  InnVision  Shelter  Network  for  the  use  of 
approximately  2,670  square  feet  of  SFPUC  property,  located  on  Locust  Street  in 
Redwood  City,  as  a  green  space  play  area  for  children's  outdoor  recreation.  The 
annual  permit  fee  is  $3,204  and  is  subject  to  annual  increases  at  a  rate  of  four 
percent.  (Resolution  13-0008) 


Commissioner  Courtney  requested  that  item  9h  be  removed  from  the 
calendar. 

Dr.  Espanola  Jackson  requested  that  item  9a  be  removed  from  the  calendar. 

•  Dr.  Jackson  asked  who  the  Their  Group  was.  General  Manager  Kelly,  Jr., 
provided  brief  background  on  the  Their  Group. 

•  Mr.  Robert  Woods  expressed  his  desire  that  the  Bayview  Community  be 
allowed  to  participate  in  the  outreach  services. 

On  IVIotion  to  Approve  Items  9b  through  9g;  and  9i  and  9j 
AYES:  Torres,  Courtney,  Caen,  Vietor  and  IVIoran 

On  IVIotion  to  Approve  Item  9a 

AYES:  Torres,  Courtney,  Caen,  Vietor  and  l\/loran 

Deputy  City  Attorney  Ambrose  stated  that  a  substitute  resolution  reflecting  staff 
recommended  changes  for  Item  9h  were  submitted. 

Commissioner  Courtney  read  the  proposed  changes  to  the  resolution  into  the 
record. 

On  l\/lotion  to  Approve  Item  9h 

AYES:  Torres,  Courtney,  Caen,  Vietor  and  Moran 

Public  Comment 
•  None. 

Commissioner  Caen  asked  to  return  to  Item  5a,  Advance  Calendar,  and  requested  that 
the  Real  Estate  Disposal  Update  be  added  back  to  the  Calendar,  to  which  Deputy 
General  Manager  Carlin  stated  it  would  be  added. 

Commissioner  Vietor  requested  that  a  date  be  set  for  a  meeting  at  Lake  Merced. 
Deputy  General  Manager  Steve  Ritchie,  Water  Enterprise,  stated  that  communication 
with  the  Recreation  and  Park  Department  will  take  place  and  a  date  will  be  set. 
Commissioner  Vietor  asked  that  proposed  dates  be  presented  to  the  Commission  at  the 
next  meeting. 

10.  Approve  Amendment  No.  1  to  Agreement  CS-968,  Environmental  Analysis  Services 
for  the  Upper  Alameda  Creek  Filter  Gallery  Project,  with  Environmental  Science 
Associates  to  provide  environmental  analysis  services  and  permitting  support;  and 
authorize  the  General  Manager  to  execute  this  amendment  with  a  time  extension  of 
six  years,  for  a  total  agreement  duration  of  six  years,  three  months.  (Resolution  13- 
0011) 


Ms.  Irina  Torrey,  Bureau  of  Environmental  Management,  provided  a  brief  introduced  this 
item  and  requested  a  time  extension  of  the  program. 


On  Motion  to  Approve  Item  10 

AYES:  Torres,  Courtney,  Caen,  Vietor  and  Moran 

Public  Comment 

•  None. 

11.  Approve  an  increase  in  the  construction  contract  cost  contingency  for  Contract  No. 
HH-953,  Tesia  Portal  Protection,  in  the  amount  of  $519,366,  and  an  increase  in  the 
contract  duration  of  up  to  195  consecutive  calendar  days.  Authorize  the  General 
Manager  to  approve  future  modifications  to  the  contract,  for  a  total  revised  contract 
amount  up  to  $3,555,366  and  for  a  total  revised  contract  duration  up  to  459 
consecutive  calendar  days.  (Resolution  13-0012) 

On  Motion  to  Approve  Item  1 1 

AYES:  Torres,  Courtney,  Caen,  Vietor  and  Moran 

Public  Comment 

•  None. 

12.  Public  comments  on  matters  to  be  discussed  in  Closed  Session. 
None. 

1 3.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

On  Motion  NOT  to  assert: 

AYES:  Torres,  Courtney,  Caen,  Vietor  and  Moran 
The  Commission  entered  Closed  Session  at  3:20  PM 

14.  Conference  with  Legal  Counsel  Pursuant  to  California  Government  Code  Section 

54956.9  (a)  and  San  Francisco  Administrative  Code  Section  67.10  (d). 

Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 
Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 
Case  No.  A127554;  Filed  January  29,  2010. 

15.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(c)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (2). 

Anticipated  Litigation  -  As  Plaintiff 

The  Commission  exited  Closed  Session  at  3:56  PM 

16.  Announcement  following  closed  session. 

President  Torres  announced  ttiat  no  action  was  taken  on  items  14  or  15. 


17.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

On  Motion  NOT  to  disclose: 

AYES:  Torres,  Courtney,  Caen,  Vietor  and  IVIoran 

18.  Other  new  business. 
None. 

President  Torres  adjourned  the  meeting  at  3:58  PM 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  1  3-000 1 


WHEREAS,  On  May  9,  2006,  this  Commission  awarded  Agreement  No.  CS-804,  Alameda 
Siphon  No.  4,  and  authorized  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission 
to  negotiate  and  execute  a  professional  services  agreement,  for  a  not-to-exceed  amount  of  $2,000,000 
and  with  a  term  of  3  years,  8  months  with  Black  and  Veatch/AGS  Inc.  (BV/AGS),  a  Joint  Venture 
Company;  and 

WHEREAS,  Amendment  No.  1  was  issued  for  $830,607  to  include  additional  geotechnical 
investigation  to  locate  the  main  and  secondary  traces  of  the  Calaveras  fault,  structural  analysis  of  the 
existing  Alameda  East  Portal  (AEP),  additional  scope  for  the  design  of  the  Calaveras  Road  intersection 
to  the  Alameda  East  Portal,  and  construction  scheduling  services,  increasing  the  not-to-exceed 
agreement  amount  to  $2,830,607;  and 

WHEREAS,  Amendment  No.  2  was  issued  for  $2,400,000  to  shift  all  design  responsibilities  to 
BV/AGS,  who  stamped  and  sealed  a  majority  of  the  drawings  because  the  project  required  additional 
expertise  to  address  its  criticality  for  seismic  reliability,  water  quality,  and  safety  in  the  Sunol  Valley, 
increasing  the  not-to-exceed  agreement  amount  to  $5,230,607;  and 

WHEREAS,  Amendment  No.  3  was  issued  for  $614,031  in  order  for  BV/AGS  to  provide  the 
initial  phase  of  engineering  support  services  during  construction,  increasing  the  not-to-exceed 
agreement  amount  to  $5,844,638  and  extended  the  agreement  duration  to  May  9,  2012;  and 

WHEREAS,  While  processing  Amendment  No.  3,  SFPUC  staff  made  an  administrative  error 
and  mistakenly  drafted  the  contract  to  reflect  a  December  31,  2012  expiration  date  and  all  parties  have 
performed  accordingly;  and 

WHEREAS,  Amendment  No.  4  was  issued  for  $1,192,928  to  provide  the  remainder  of  the 
needed  engineering  services  through  completion  of  the  construction  phase,  increasing  the  not-to- 
exceed  agreement  amount  to  $7,037,566;  and 

WHEREAS,  Amendment  No.  5  was  issued  for  ($125,000)  to  provide  for  a  settlement 
agreement  between  the  City  and  the  Contractor,  decreasing  the  total  agreement  not-to-exceed  amount 
to  $6,912,566;  and 

WHEREAS,  Amendment  No.  6  is  being  requested  to  retroactively  authorize  the  time  extension 
through  December  31,  2012  and  provide  two  (2)  additional  months  to  allow  for  contract  closeout 
activities,  extending  the  agreement  to  March  9,  2013;  and 

WHEREAS,  A  Human  Rights  Commission  (HRC)  sub  consulting  goal  of  7.0%  Local 
Business  Enterprise  (LBE)  participation  of  the  total  value  of  services  to  be  provided  has  been 
established  for  this  agreement;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  Project  No.  CUW35902  -  Alameda 
Siphon  No.  4  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  Water  Enterprise,  Water  System 
Improvement  Program-funded,  Agreement  No.  CS-804,  Alameda  Siphon  No.  4,  with  Black 
Veatch/AGS  Inc.  (BV/AGS),  a  Joint  Venture  Company  for  Engineering  Services  during  Construction; 
and  authorize  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  to  execute  this 
amendment  extending  the  agreement  duration  to  March  9,  2013  for  a  total  agreement  duration  not-to- 
exceed  six  years,  10  months. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  8,  2013. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


13-0002 


WHEREAS,  On  January  27,  2009  this  Commission  awarded  Agreement  No.  CS-896.  As- 
Needed  Laboratory  Analytical  Services,  and  authorized  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  (negotiate  and)  execute  a  professional  services 
agreement,  in  the  amount  of  $2,000,000  and  with  a  term  of  four  years,  concluding  on  February, 
28,  2013  with  MWH  Laboratories;  and 

WHERAS,  On  November  13,  2012  this  Commission  authorized  the  General  Manager  of 
the  San  Francisco  Public  Utilities  Commission  to  execute  an  Assignment  and  Novation  of 
Agreement  No.  CS-896  in  connection  with  the  sale  of  MWH  Laboratories,  Inc.  ("Assignor")  to 
Eurofins  Eaton  Analytical,  Inc.  ("Assignee");  and 

WHEREAS,  Amendment  No.  1  is  being  requested  so  Eurofins  Eaton  Analytical,  Inc.  can 
continue  providing  the  analytical  expertise  that  is  required  to  fulfill  Water  and  Wastewater 
regulatory  requirements,  increasing  the  agreement  duration  by  two  (2)  years  for  a  total  agreement 
duration  of  six  (6)  years;  and 

WHEREAS,  Pursuant  to  Chapter  14B.8  of  the  San  Francisco  Administrative  Code,  the 
Local  Business  Enterprise  (LBE)  subconsulting  provisions  of  Chapter  14B  were  waived  for  this 
project;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  the  Water  Quality  Operating 
Budget,  470440  and  Wastewater  Operating  Budget  921020  and  920401;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  1  to  Water  & 
Wastewater  Enterprise,  Operating  Budgets-funded  Agreement  No.  CS-896,  As-Needed 
Laboratory  Analytical  Services,  with  Eurofins  Eaton  Analytical,  Inc.  to  provide  the  onging 
analytical  expertise  that  is  necessary  to  fulfill  Water  and  Wastewater  regulatory  requirements; 
and  authorize  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  to  execute 
this  amendment,  increasing  the  agreement  duration  by  two  years  for  a  total  agreement  duration 
of  six  years. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  8,  2013. 


f\ 
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Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  13-0003 


WHEREAS,  Construction  has  been  completed  for  Contract  No.  WD-2439  8-inch  Ductile 
Iron  Main  Replacement  on  Laguna  Street  from  Market  to  Post  Streets,  by  'the  contractor 
MSquared  Construction,  Inc.;  and 

n    .    "^^^^^t?^  ^P'"  No.  11-0053,  this  Commission  awarded 

Contract  No.  WD-2439,  8-inch  Ductile  Iron  Main  Replacement  on  Laguna  Street  from  Market  to 
Posi  Streets,  m  the  amount  of  $1,350,000,  to  the  lowest,  qualified  responsible  and  responsive 
bidder,  MSquared  Construction,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  June  15 
2011,  with  an  original  schedule  of  330  consecutive  calendar  days  and  the  contract  work  was 
completed  m  317  consecutive  calendar  days  on  April  27,  2012;  and 

WHEREAS,  The  original  contract  amount  was  for  $1,350,000  and  the  original  contract 
duration  was  330  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  was  issued  for  $134,526  to  reflect  the  actual  quantities 
ot  work  performed  in  the  field,  increasing  the  contract  amount  to  $1,484,526;  and 

WHEREAS,  Modification  No.  2  is  being  requested  for  $23,496  to  reconcile  the  final 

''Tf.nc'T.T'     '^"^''^  'l"'"^"^     ^^'^  performed,  increasing  the  contract  amount 

to  $1,508,022;  and 

WHEREAS,  The  contractor  has  made  a  good  faith  effort  to  comply  with  die  Contract 
Monitoring  Division  (CMD)  subcontracting  goals  of  14%  Local  Business  Enterprise  (LBE) 
submitted  for  dns  contract  while  the  contractor  achieved  a  final  LBE  participation  of  14.8%;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW260,  Local  Water 
Conveyance/Distribution  Program;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  MSquared 
Constmction,  Inc.  for  Local  Water  Conveyance/Distribution  Program-funded  Contract  No  WD- 
2439  8-inch  Ductile  Iron  Main  Replacement  on  Laguna  Street  from  Market  to  Post  Streets 
approves  Modification  No.  2  (Final),  increasing  the  contract  by  $23,496,  for  a  total  contract 
amount  of  $1,508,022;  and  authorizes  final  payment  to  the  contractor,  MSquared  Construction 
Inc. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  8,  2013. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  13-0004 


WFIEREAS,  Construction  has  been  completed  for  Water  Enterprise,  Water  System 
Improvement  Program  (WSIP)  Contract  No.  WD-2600,  Regional  Groundwater  Storage  and 
Recovery  Project-Test  Well  Drilling,  by  the  contractor,  Roadrunner  Drilling  and  Pumo 
Company;  and  ^ 

WHEREAS,  On  December  12,  2011,  by  Resolution  No.  11-0191,  this  Commission 
awarded  Contract  No.  WD-2600,  Regional  Groundwater  Storage  and  Recovery  Project-Test 
Well  Drillmg.  m  the  amount  of  $2,998,685,  to  the  lowest,  qualified  responsible  and  responsive 
bidder,  Roadrunner  Drilling  and  Pump  Company;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  January  30 
2012,  with  an  original  schedule  of  220  consecutive  calendar  days  and  the  contract  work  was' 
completed  m  220  consecutive  calendar  days  on  September  5,  2012;  and 

WHEREAS,  The  original  contract  amount  was  for  $2,998,685  and  the  original  contract 
duration  was  220  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  was  issued  for  $11,400  for  modification  of  the  well 
sounding  ports,  increasing  the  contract  value  to  $3,010,085;  and 

WHEREAS,  Modification  No.  2  was  issued  for  $118,542  for  additional  special 
inspection  related  to  water  quality  testing  and  reporting,  increasing  the  contract  value  to 
$3,128,627;  and 

WHEREAS,  Modification  No.  3  was  issued  for  $23,296  for  various  additional  civil  and 
well  constniction  related  work,  increasing  the  contract  value  to  $3,151,923;  and 

WHEREAS,  Modification  No.  4  (Final)  is  being  requested  for  ($245,715)  to  reconcile 
final  payment  items  to  reflect  actual  quantities  used  under  unit  price  and  allowance  bid  items 
decreasing  the  contract  amount  to  $2,906,207;  and 

WHEREAS,  Pursuant  to  Chapter  I4B,  the  Local  Business  Enterprise  (LEE) 
subcontracting  goal  for  this  specific  contract  has  been  waived;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW30103  Regional  Groundwater 
Storage  and  Recovery  Project;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  for  Water 
Enterprise,  WSlP-funded  Contract  No.  WD-2600  Regional  Groundwater  Storage  and  Recovery 
Project-Test  Well  Drilling,  approves  Modification  No.  4  (Final),  decreasing  the  contract  by 
$245,715.  for  a  total  contract  amount  of  $2,906,207;  and  authorizes  final  payment  to  the 
contractor,  Roadrunner  Drilling  and  Pump  Company. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  8,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


13-0005 


WHEREAS,  Construction  has  been  completed  for  Water  Enterprise,  Water  System  Improvement 
Program  (WSIP)-funded  Contract  No.  WD-2607,  Pulgas  Balancing  Reservoir  -  Modifications  of 
Existmg  Dechloramination  Facility,  by  the  Contractor,  Trinet  Construction,  Inc;  and 

WHEREAS,  On  August  10,  2010,  by  Resolution  No.  10-0143,  this  Commission  awarded 
Contract  No.  WD-2607,  Pulgas  Balancing  Reservoir  -  Modifications  of  Existing  Dechloramination 
Facility  to  the  lowest,  qualified  responsible  and  responsive  bidder,  NCCI;  and 

WHERAS  in  April  2011,  NCCI  defaulted  on  the  contract  and  their  bonding  company.  Old 
Republic,  assumed  responsibility  to  complete  the  work  pursuant  to  specifications  and  hired  Trinet 
Construction,  Inc.  to  act  as  the  prime  contractor,  and 

WHEREAS,  The  original  contract  amount  was  for  $1,864,560  and  the  original  contract  duration 
was  405  consecutive  calendar  days;  and 


WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  September  22,  2010,  with  an 
original  schedule  of  405  consecutive  calendar  days  and  the  contract  work  was  completed  in  765 
consecutive  calendar  days  on  October  25,  2012;  and 

WHEREAS,  on  July  24,  2012,  by  Resolution  No.  11-0133,  this  Commission  authorized  future 
modifications  to  the  contract  amount  for  up  to  $2,237,460  and  contact  duration  for  up  to  765  consecutive 
calendar  days;  and 

WHEREAS,  Modifications  Nos.  1-7  were  issued  for  an  additional  $184,576  to  cover  changes 
due  to  differing  site  and  as-built  conditions,  design  modifications  required  to  meet  established 
performance  criteria,  and  equipment  delivery  delays  due  to  flooding  events  in  Thailand,  the  location  of 
some  of  the  equipment  suppliers,  increasing  the  total  contract  value  to  $2,049,136  and  extending  the 
contract  duration  by  360  consecutive  calendar  days;  and  * 

WHEREAS,  A  Contract  Monitoring  Division  (CMD)  subcontracting  goal  of  13.4%  Local 
Business  Enterprise  (LBE)  participation  was  originally  established  for  this  construction  contract,  in 
April  201 1,  NCCI,  the  original  Prime  contractor  for  Contract  No.  WD-2607,  defaulted  on  the  contract, 
and  their  bonding  company.  Old  Republic,  assumed  responsibility  to  complete  the  work  pursuant  to  the 
specifications  and  hired  LBE  Trinet  Construction  ,  Inc.  to  act  as  the  prime  contractor,  the  actual  LBE 
participation  achieved  by  the  Contractor  is  12.3%,  which  was  deemed  acceptable  to  CMD  considering 
all  the  relevant  factors  ;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW36105,  Pulgas  Balancing  Reservoir  - 
Modifications  of  Existing  Dechloramination  Facility;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  the  work  performed  by  Tinet  Construction, 
Inc.  for  Water  Enterprise,  WSIP-fimded  Contract  No.  WD-2607,  Pulgas  Balancing  Reservoir  - 
Modifications  of  Existing  Dechloramination  Facility,  and  authorizes  final  payment  to  the  contractor. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  8,  2013. 


Secretary,  Public  Utilities  Commission 


\ 


i 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0006 


WHEREAS,  Construction  has  been  completed  for  Wastewater  Enterprise  (WWE)  Capital 
Improvement  Program  (ClP)-funded  Contract  No.  WW-462,  Southeast  Water  Pollution  Control 
Plant  (SEWPCP)  Digester  Gas  Recirculation  Compressor  Replacement,  by  the  contractor,  Cal 
State  Coastructors;  and 

WHEREAS,  On  July  14,  2009,  by  Resolution  No.  09-0113,  this  Commission  awarded 
Contract  No.  WW-462,  Southeast  Water  Pollution  Control  Plant  (SEWPCP)  Digester  Gas 
Recirculation  Compressor  ReplaceiTient,  in  the  amount  of  $1,847,000,  to  the  lowest,  qualified 
responsible  and  responsive  bidder,  Cal  State  Constmctors;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  September  8, 
2009,  with  an  original  schedule  of  365  consecutive  calendar  days  and  the  contract  work  was 
completed  in  575  consecutive  calendar  days  on  April  6,  20 11;  and 

W^HEREAS,  The  original  contract  amount  was  for  $1,847,000  and  the  original  contract 
duration  was  365  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  was  issued  for  $9,482  to  upgrade  the  compressor  check 
valve  material  to  stainless  steel  and  additional  equipment  for  remote  monitoring,  increasing  the 
contract  amount  to  $1,856,482;  and 

WHEREAS,  Modification  No.  2  was  approved  for  $210,902  (Resolution  No.  11-0043 
dated  March  22,  2011)  to  install  the  digester  gas  cooling  system,  increasing  the  contract  amount 
to  $2,067,384,  and  extending  die  contract  duration  by  210  days  for  a  total  contract  duration  of 
575  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  3  was  issued  for  ($255,085)  to  install  plumbing  and 
electrical  devices  for  design  changes,  delete  work  related  to  digester  gas  scrubbing  media,  and 
resolve  a  contract  claim  submitted  by  the  contractor,  decreasing  the  contract  amount  by 
($475,469)  for  a  total  contract  amount  of  $1,591,915  and  a  total  contract  duration  of  575 
consecutive  calendar  days;  and 

WHEREAS,  The  contractor  has  met  the  Contract  Monitoring  Division  (CMD) 
subcontracting  goal  of  10%  Local  Business  Enterprise  (LBE)  by  utilizing  a  total  of  26%  LBE 
participation;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CENMSCIC31  -  Wastewater  CIP; 
now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  Cal  State 
Constructors  for  WWE,  CIP-fimded  Contract  No.  WW-462  Southeast  Water  Pollution  Control 
Plant  Digester  Gas  Recirculation  Compressor  Replacement,  for  a  total  contract  amount  of 
$1,591,915,  and  with  a  total  contract  duration  of  575  consecutive  calendar  days;  and  authorizes 
final  payment  to  the  contractor. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  8,  2013 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  13-0007 


WHEREAS  The  City  and  County  of  San  Francisco,  under  the  jurisdiction  of  the  San 
Francisco  Pubhc  Utihties  Commission  (SFPUC),  owns  approximately  1.35  acres  of  property 
located  at  the  intersection  of  Coelho  and  Cortez  Streets  in  the  City  of  Milpitas  (Permit  Area)rand 

m^-T  SFPUC  issued  a  revocable  permit  to  the  City  of  Milpitas  on  May  16, 

196/(1967  Permit)  to  construct  and  maintain  a  public  park  on  the  Permit  Area;  and 

WHEREAS,  The  SFPUC  has  agreed  to  issue  the  City  of  Milpitas  a  new  revocable  permit 
(Permit)  without  any  use  fee,  for  a  term  not  to  exceed  five  years,  to  renovate  and  repair  the 
Permit  Area  and  to  continue  using  and  maintaining  the  Permit  Area  as  a  public  park,  and  the  City 
of  Milpitas  has  agreed  to  accept  such  terms  and  conditions  of  the  Permit;  and 

WHEREAS,  On  September  6,  2012  under  the  Delegation  Agreement  with  the  San 
Francisco  Planning  Depaitment,  the  SFPUC  Bureau  of  Environmental  Management  has 
determined  that  this  action  does  not  constitute  a  "project"  under  Califomia  Environmental 
Quality  Act  Guidelines,  section  15378,  because  there  would  be  no  physical  change  in  the 
environment;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  terms  and  conditions  and 
authorizes  the  SFPUC  General  Manager  to  execute  the  Permit,  and  commencing  upon  final 
execution,  that  the  Permit  replace  the  existing  1967  Permit;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  to  take 
any  and  all  other  steps  he  or  the  City  Attorney  deems  necessary  and  advisable  to  effectuate  the 
purpose  and  intent  of  this  Resolution. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  January  8,  2013. 


iL 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  13-0008 


WHEREAS,  The  City  and  County  of  San  Francisco  under  the  jurisdiction  of  the  San 
Francisco  Public  Utilities  Commission  (SFPUC),  owns  approximately  2,670  square  feet  of 
SFPUC  property,  also  known  as  Parcels  2118  and  2119,  located  adjacent  to  1 10  Locust  Street  in 
Redwood  City  (Permit  Area);  and 

WHEREAS,  hm Vision  Shelter  Network  (Permittee)  is  a  501c  non-profit  entity  that 
provides  transitional  housing  and  comprehensive  support  services  to  homeless  families;  and 

WHEREAS,  Permittee  requested  a  revocable  permit  (Permit)  to  use  the  Permit  Area  as  a 
green  space,  play  area  for  children's  outdoor  recreation;  and 

WHEREAS,  The  SFPUC  agreed  to  issue  a  five-year  Permit  for  the  Permit  Area  to 
Permittee  at  an  use  annual  fee  of  $3,204,  subject  to  four  percent  (4%)  annual  increases,  and 
Permittee  has  agreed  to  accept  such  terms  and  conditions  of  the  Permit;  and 

WHEREAS,  SFPUC  staff  determined  that  the  permit  fee  for  use  of  the  Permit  Area 
falls  under  the  guidelines  approved  under  Resolution  12-0043,  for  a  non-profit  organization  that 
advances  charitable  purposes;  and 

WHEREAS,  On  July  9,  2012  the  Bureau  of  Environmental  Management  has  determined 
that  issuance  of  a  revocable  permit  does  not  constitute  a  "project"  under  the  California 
Environmental  Quality  Act  Guidelines  definition,  under  Section  15378  as  there  would  be  no 
physical  change  in  the  environment;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  terms  and  conditions  and 
authorizes  the  SFPUC  General  Manager  to  execute  a  Permit  to  Permitee,  for  use  of  the  Permit 
Area,  commencing  upon  final  execution;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  to  take 
any  and  all  other  steps  he  or  the  City  Attorney  deems  necessary  and  advisable  to  effectuate  the 
purpose  and  intent  of  this  Resolution. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  8,  2013. 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


13-0009 


WHEREAS,  Commission  Resolution  09-0117  on  January  27,  2009  authorized  the 
General  Manager  of  the  San  Francisco  Public  Utilities  Commission  to  negotiate  and  execute  a 
professional  services  agreement  No.  CS-142A,  As-Needed  Community  and  Contractors 
Outreach  Services  in  the  amount  of  $50,000,  and  with  a  tenn  of  two  years,  concluding  on  June 
15,  2012,  with  The  Thier  Group;  and 

WHEREAS,  Amendment  No.l  was  issued  for  six  months  to  complete  tasks  consistent 
with  the  original  scope  of  work,  extending  the  agreement  duration  to  two  years  and  six  months; 
and 

WHEREAS,  Amendment  No.2  is  being  requested  for  $49,000  to  provide  additional 
community  and  contractor  outreach  services  consistent  with  the  original  agreement  and  extend 
the  agreement  duration  by  one  year,  increasing  the  not-to-exceed  agreement  amount  to  $99,000 
and  extending  the  total  agreement  duration  to  three  years  and  six  months;  and 

WHEREAS,  Pursuant  to  Chapter  14B  of  the  San  Francisco  Administrative  Code,  Local 
Business  Enterprise  (LEE)  subcontracting  goals  do  not  apply  to  Micro-LBE  Set-Aside  contracts; 
and 

WHEREAS,  Funds  for  this  agreement  will  be  made  available  from  the  Infrastructure 
Operating  Budget;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.2,  Infrastructure 
Operating  Budget-funded  Agreement  No.  CS-142A,  As-Needed  Community  and  Contractors 
Outreach  Services,  with  The  Thier  Group  to  continue  conducting  outreach  to  local  and  regional 
contractors'  to  create  partnerships  between  primes  and  certified  Local  Business  Enterprises 
(LBE)  thus  increasing  the  number  of  qualified  firms  and  teams  bidding  on  SFPUC  projects;  and 
authorize  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  to 
execute  this  amendment  increasing  the  agreement  by  $49,000,  for  a  total  not-to-exceed 
agreement  amount  of  $99,000,  and  with  a  time  extension  of  one  year  for  a  total  agreement 
duration  of  three  years  and  six  months. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  8,  2013. 


% 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  13.0010 


WHEREAS,  On  January  11,  2011,  per  Resolution  No.  11-0007,  this  Commission 
approved  the  award  of  Wastewater  Enterprise  (WWE),  Capital  Improvement  Program  (CIP)- 
funded  Contract  No.WW-513,  North  Shore  and  Mariposa  Pump  Station  Improvements  to  Cal 
State  Constructors,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  March  3 
201 1;  and 

WHEREAS,  The  original  contract  amount  was  for  $4,847,000  and  the  original  contract 
duration  was  390  consecutive  calendar  days;  and 

WHEREAS,  On  April  24,  2012  Modification  Nos.  1,  2,  &  3,  per  Resolution  No.  12-0056, 
were  approved  for  an  increase  of  $180,653  and  extension  of  150  consecutive  calendar  days  to 
address  unforeseen  conditions  of  existing  piping,  electrical,  mechanical  and  instrumentation,  and 
related  items,  increasing  the  total  contract  amount  to  $5,027,653  and  the  total  contract  duration 
to  540  consecutive  calendar  days;  and 

WHEREAS,  On  September  25,  2012  Modification  No.  4,  per  Resolution  No.  12-0173 
was  approved  for  a  time  extension  of  90  consecutive  calendar  days  to  complete  the  contract  work 
that  was  delayed  due  to  emergency  work  on  the  North  Shore  Force  Main  and  potential  delays 
caused  by  the  contractor,  increasing  the  total  contract  duration  to  630  consecutive  calendar  days; 
and 

WHEREAS,  Modification  No  5  is  being  requested  for  an  increase  of  $270,481  to  perform 
additional  thrust  block  and  pipe  support  work  for  dry  weather  pumps  3  and  4,  increasing  the  total 
contract  amount  to  $5,298,134;  and 

WHEREAS,  A  potential  contract  modification  is  under  consideration  to  complete  the 
additional  contract  work,  and  address  delays  potentially  caused  by  the  contractor,  that  would 
increase  the  contract  duration  by  up  to  90  consecutive  calendar  days,  increasing  the  total  contract 
duration  to  up  to  720  consecutive  calendar  days,  dependmg  upon  a  determination  of 
responsibility  for  the  delays,  and  subject  to  the  General  Manager's  subsequent  approval  of  a 
modification  to  the  contract;  and 

WHEREAS,  The  Planning  Department  issued  a  Class  1  categorical  exemption 
#2020.0402E  for  the  project  on  June  1,  2010;  and 

WHEREAS,  A  Contract  Monitoring  Division  (CMD)  subcontracting  goal  of  13%  Local 
Business  Enterprise  (LBE)  participation  was  originally  established  for  this  construction  contract; 
and 

WHEREAS,  Funds  are  available  from  Project  No.  CENMSCIC40  -  WW-513,  North 
Shore  and  Mariposa  Pump  Station  Improvements;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  Modification  No.  5  to  WWE,  CIP- 
fiinded  Contract  No.  WW-513,  North  Shore  and  Mariposa  Pump  Station  Improvements,  widi  Cal 
State  Constmctors,  Inc.,  to  complete  the  contract  work  of  improvements  for  pump  station 
reUabiUty,  with  increase  in  cost  for  $270,481  increasing  the  contract  amount  to  55.298,134  and  a 
time  extension  of  90  consecutive  calendar  days  for  total  contract  duration  of  720  consecutive 
calendar  days. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  8,  2013. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


13-0011 


WHEREAS,  On  January  26,  2010,  this  Commission  awarded  Agreement  No.  CS-968 
Environmental  Analysis  Services  for  the  Upper  Alameda  Creek  Filter  Gallery  Project  and 
authorized  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  to  negotiate 
and  execute  a  professional  services  agreement,  in  the  amount  of  $2,300,000,  and  with  a  term  of 
two  years,  ten  months,  and  an  option  to  extend  the  agreement  term  for  up  to  six  years  with 
Environmental  Science  Associates  (ESA);  and 

WHEREAS,  Amendment  No,  1  is  being  requested  to  extend  the  agreement  terra  by  three 
years  and  five  months  to  July  15,  2016,  in  order  to  continue  providing  environmental  analysis 
services  and  permitting  support  to  the  project;  and 

WHEREAS,  A  Contract  Monitoring  Division  (CMD)  subconsulting  goal  of  12%  Local 
Business  Enterprise  (LBE)  participation  (of  the  total  value  of  services  to  be  provided)  has  been 
established  for  this  agreement;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  Project  No.  CS-968 
Environmental  Analysis  Services  for  the  Upper  Alameda  Creek  Filter  Gallery,  and  no  additional 
funds  are  being  requested;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  1  to  Water  System 
Improvement  Program-fimded  Agreement  No.  CS-968,  Environmental  Analysis  Services  for  the 
Upper  Alameda  Creek  Filter  Gallery,  with  Environmental  Science  Associates  (ESA)  in  order  to 
provide  ongoing  environmental  analysis  services  and  permitting  support,  and  authorizes  the 
General  Manager  of  the  San  Francisco  Public  Utilities  Commission  to  execute  this  amendment, 
with  a  lime  extension  of  three  years  and  five  months,  for  a  total  agreement  duration  of  six  years 
and  three  months. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  8,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  13-0012 


WHEREAS,  On  December  13,  2011,  per  Resolution  No.  11-0190,  this  Commission 
approved  the  award  of  Water  Enterprise,  Water  System  Improvement  Program  (WSIP)  funded 
Construction  Contract  No.  HH-953,  Tesla  Portal  Protection,  to  Azul  Works,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  March  21,  2012;  and 

WHEREAS,  The  original  contract  amount  was  for  $2,760,000  and  the  original  contract 
duration  was  240  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(H)(1)  of  the  Administrative  Code  requires  that  any  cumulative 
increases  in  contract  price  in  excess  of  10%  of  the  original  contract  price  be  approved  by  the 
Commission;  and 

WHEREAS,  Section  6.22(H)(2)  of  the  Administrative  Code  requires  that  any  cumulative 
extensions  of  time  in  excess  of  10%  of  the  original  contract  duration  be  approved  by  the 
Commission;  and 

WHEREAS,  The  project  has  encountered  circumstances  in  the  field  that  were  not 
anticipated  during  the  planning  and  design  of  the  project,  including  differing  site  and  as-built 
conditions,  design  modifications  required  to  meet  established  design  criteria,  and  unanticipated 
corrosion  of  the  existing  pipeline  manifold;  and 

WHEREAS,  Cost  modifications  approved  to  date  for  this  construction  contract  amount  to 
$88,303,  pending  change  orders  amount  to  $36,137,  potential  change  orders  amount  to  $431,352, 
trends  amount  to  $93,863,  and  10%  contingency  of  the  work  not  yet  performed  amount  to 
$145,711;  and 

WHEREAS,  These  change  orders,  trends  and  10%  contingency  of  the  work  not  yet 
performed,  if  converted  to  approved  change  orders,  would  exceed  the  pre-approved  10% 
constaiction  cost  contingency;  and 

WHEREAS,  an  increase  in  the  contract  cost  contingency  in  the  amount  of  $519,366  and  a 
time  extension  of  195  consecutive  calendar  days  are  requested,  subject  to  the  General  Manager's 
subsequent  authorization  of  modifications,  if  appropriate;  and 

WHEREAS,  Human  Rights  Commission  (HRC)  subcontracting  goal  of  17%  Local 
Business  Enterprise  (LBE)  participation  was  originally  established  for  this  construction 
contract;  and 

WHEREAS,  A  26.56%  LBE  participation,  as  submitted  at  the  time  of  bid,  has  been 
committed  by  the  Contractor;  and 

WHEREAS,  Funding  is  currently  available  in  Project  CUW38401,  Tesla  Treatment 
Facility;  and 

WHEREAS,  on  October  9,  2012,  per  Resolution  No.  12-0181,  this  Commission  approved 
increase  of  project  budget  and  schedule  extension  to  Project  CUW3840I,  Tesla  Treatment 


Facility  Project  that  take  into  account  the  potential  contract  modifications  outlined  herein;  now 
therefore  be  it 

RESOLVED,  That  this  Commission  hereby  approves  an  increase  to  the  existing  contract 
cost  contingency  in  the  amount  of  $519,366,  and  approves  a  potential  increase  in  the  contract 
duration  of  up  to  195  consecutive  calendar  days  for  the  Water  Enterprise,  WSIP  funded 
Construction  Contract  HH-953  -  Tesla  Portal  Protection,  for  a  total  cost  contingency  amount  of 
$795,366;  and  a  potential  extension  in  the  contract  total  duration  of  up  to  219  consecutive 
calendar  days;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
to  consider,  and  if  appropriate,  to  approve  any  future  modifications  to  the  contract  amount  for  up 
to  $3,555,366  and  to  the  contract  duration  for  up  to  459  consecutive  calendar  days. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  8,  2013. 

Secretary,  Public  Utilities  Commission 


San  Francisco 
Water  Power  Sewer 

Services  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  public  utilities  commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 

AGENDA 
Tuesday,  January  22,  2013 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


Commissioners 

Art  Torres,  President 
Vince  Courtney,  Vice  President 
Ann  Moller  Caen 

Anson  Moran 
Francesca  Vietor 


Harlan  L.  Kelly,  Jr. 

General  Manager 


Donna  Hood 

Secretary 


For  Infomiation,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  Infomiatlon  are  available  on  the  SFPUC  web  site:  www.sfwater.orq 
Gavel-to-Gavel  coverage  available  at; 
http://sanfranclsco.aranlcus.com/ViewPublisher.php7view  ld=22 


Disability  Access 


The  Public  Utilities  Commission  meeting  will  be  held  in  Room  400,  at  One  1  Dr.  Carlton  B.  Goodlett 
Place,  (400  Van  Ness  Avenue),  San  Francisco,  CA.  The  closest  accessible  BART  Station  is  the 
Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  Lines  serving  this 
location  are:  Muni  Metro  lines  J  Church,  K  Ingleside,  L  Taraval,  M  Oceanview,  N  Judah  and  T  Third 
at  Van  Ness  and  Civic  Center  Stations;  F  Market  Line;  and  bus  routes  19  Polk,  47  Van  Ness,  49 
Mission  Van  Ness,  5  Fulton,  6  Parnassus,  21  Hays,  9  San  Bruno,  9L  San  Bruno  Limited,  71  Haight 
Noriega  and  71 L  Noriega  Limited.  For  more  information  about  MUNI  accessible  services  call  (415) 
701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been 
designated  on  the  Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility- 
impaired  persons.  There  is  accessible  parking  available  within  the  Civic  Center  Underground 
Parking  Garage  at  the  corner  of  McAllister  and  Polk  Streets,  and  within  the  Performing  Arts  Parking 
Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain 
meeting  materials  in  alternative  format,  please  contact  Donna  Hood  at  (415)  554-3165,  or  by 
emailing  dhood(a)sfwater.orq.  Providing  at  least  72  hours  notice  will  help  to  ensure  availability. 

To  assist  the  City's  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses, 
multiple  chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that 
other  attendees  may  be  sensitive  to  various  chemical  based  products.  Please  help  the  City 
accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance 
(Chapter  67  of  the  San  Francisco  Administrative  Code) 

Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public. 
Commissions,  boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the 
people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the  people  and 
that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under  the 
Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  the  Sunshine  Ordinance  Task 
Force,  City  Hall,  Room  409,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102-4683  at 
Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554-7854;  E-mail:  sotf^sfgov.org.  Copies  of  the 
Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San  Francisco 
Public  Library  and  on  the  City's  website  at  www.sfqov.orq. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are 
prohibited  at  this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the  meeting 
room  of  any  person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar 
sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements 

Individuals  and  entities  that  influence  or  attempt  to  influence  local  legislative  or  administrative  action 
may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF  Campaign  &  Governmental  Conduct 
Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information  about  the  Lobbyist 
Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue,  Suite 
220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-3112;  web  site  at 
www.sfqov.orq/ethics. 


ORDER  OF  BUSINESS: 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  Minutes  of  January  8,  201 3. 

4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within  the 
Commission's  jurisdiction  and  are  not  on  today's  agenda. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Sewer  Inspection  and  Replacement  Update 

d)  Status  of  Major  Development  Projects  in  the  Service  Area 

e)  Water  Supply  Agreement  Update 

6.  Other  Commission  Business 

7.  Report  of  the  General  Manager 

a)  Wastewater  Refunding  Bond  Sale  and  Savings  Report  (Rydstrom) 

b)  WSIP  Update  (Labonte) 

8.  BAWSCA  Update  (Jensen) 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney 
where  applicable. 

Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
525  Golden  Gate  Avenue,  13'"  Floor,  San  Francisco,  CA  94102,  Telephone:  (415)  554- 
3165,  Fax:  (415)  554-3424. 

CONSENT  CALENDAR 

9.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by 
a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these  items 
unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which  event  the 
matter  will  be  removed  from  the  Calendar  and  considered  as  a  separate  item. 

a)  Accept  work  performed  by  Construction  Services  Inc.,  for  Contract  HH-926R, 
Hetch  Hetchy  Microwave  Upgrade  -  Phase  II;  Approve  Modification  No.  2 
^       (Final),  for  the  purchase  and  installation  of  additional  materials  and  to  provide 
o       extra  electrical  and  radio  testing  services,  increasing  the  contract  amount  by 


$90,405,  for  a  total  contract  amount  of  $3,684,549,  and  with  a  time  extension  of 
60  consecutive  calendar  days,  for  a  total  contract  duration  of  354  consecutive 
calendar;  and  authorize  final  payment  to  the  contractor.  (Hannaford) 


b)  Approve  Modification  No. 6  to  Contract  WD-2559R,  New  San  Francisco  Public 

so  Utilities  Commission  Administration  building,  with  Webcor  Construction,  LP;  and 

^  authorize  the  General  Manager  to  execute  this  amendment  to  complete  the  work 

o  and  obtain  the  final  acceptance  of  the  project,  extending  the  duration  for  final 

^  completion  by  120  consecutive  calendar  days,  for  a  total  of  358  consecutive 
calendar  days  from  the  substantial  completion  date  of  June  8,  2012.  (Carlin) 

^)  Approve  the  plans  and  specifications,  and  award  Contract  WD-2613,  8-inch 

5  Ductile  Iron  Main  Installation  on  23''^  Street  from  Church  Street  to  Hoffman 

^  Avenue,  in  the  amount  of  $1,084,000  to  the  lowest,  qualified,  responsible  and 

^  responsive  bidder,  M  Squared  Construction  Inc.  (Ritchie) 

^  d)  Approve  the  Assignment  and  Novation  Agreement  for  WW-526,  Wastewater 

o  Enterprise  Elevator  Maintenance  and  Repair;  and  authorize  the  General 


CO 


Manager  to  execute  an  Assignment  and  Novation  of  the  existing  Contract  from 
Ascent  Elevator  Services,  Inc.  to  KONE,  Inc.  (Moala) 


e)  Approve  the  plans  and  specifications,  and  award  Contract  WW-560,  As- 
Needed  Main  Sewer  Replacement,  for  a  total  contract  amount  not-to-exceed 
^    $2,775,550,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Shaw 
<r>    Pipeline,  to  perform  main  sewer  replacement  work  at  locations  to  be  determined 
^    in  San  Francisco.  (Moala) 


f)  Authorize  the  General  Manager  to  execute  a  Memorandum  of  Agreement  with 
-    University  of  California  Santa  Cruz,  for  an  amount  not  to  exceed  $94,692  and 

with  a  duration  of  19  months,  to  conduct  a  genetic  evaluation  of  the  ancestry, 
5    origins  and  population  structure  of  Steelhead  and  Rainbow  Trout  {Oncorhynchus 

mykiss)  in  Alameda  Creek.  (Ramirez) 


REGULAR  BUSINESS 


10.  Approve  the  selection  of  Grid  Subject  Matter  Experts,  LLC  ("Grid  SME");  Award 
Agreement  CS-245,  Technical  Support  Services,  Hetch  Hetchy  Water  and  Power 
(HHWP)  North  American  Electrical  Reliability  Corporation  (NERC)  Regulatory 
^      Standards  -  Critical  Infrastructure  Protection,  to  provide  the  HHWP  Division  with 
-H     NERC  audit  and  compliance  consulting  services;  and  authorize  the  General 
^      Manager  to  negotiate  and  execute  a  professional  services  agreement  with  Grid  SME 
CO     for  an  amount  not-to-exceed  $1 ,500,000,  and  with  a  duration  of  five  years. 

(Hannaford) 


Schedule  and  Cost  Revisions  to  Calaveras  Dam  Replacement  Project 

(Labonte) 

•  Adopt  California  Environmental  Quality  Act  findings  to  the  Final 
Environmental  Impact  Report  for  the  proposed  modifications  to  the  Calaveras 
Dam  Replacement  Project  (CDRP),  and  approve  CDRP  modification. 

•  Approve  revisions  to  the  schedule  and  budget  of  the  CDRP  being  delivered 
as  part  of  the  Water  System  Improvement  Program,  and  direct  staff  to  send  a 
Notice  of  Change  Report  to  the  California  Department  of  Public  Health  and 
the  California  Seismic  Safety  Commission  in  compliance  with  California  Water 
Code  Section  73502(d)(3)  and  California  Assembly  Bills  1823  and  2437. 

•  Approve  an  increase  in  the  construction  cost  contingency  for  Contract 
No.  WD-2551,  Calaveras  Dam  Replacement  Project,  in  the  amount  up  to 
$117,000,000,  and  an  increase  in  the  contract  duration  of  up  to  761 
consecutive  calendar  days.  Authorize  the  General  Manager  to  approve 
future  modifications  to  the  contract  for  a  total  revised  contract  amount  up  to 
$402,529,035  and  for  a  total  revised  contract  duration  up  to  2,290 
consecutive  calendar  days. 

•  Approve  a  funding  reallocation  in  the  amount  of  $117,000,000  from 
CUW395,  Program  Management  Reserve  Project  to  the  CUW37401, 
Calaveras  Dam  Replacement  Project. 

Approve  the  plans  and  specifications,  and  award  Contract  WD-2575,  San  Antonio 
Backup  Pipeline,  in  the  amount  of  $31,372,335,  and  for  a  contract  duration  of 
720  consecutive  calendar  days,  to  the  lowest,  qualified,  responsible  and 
responsive  bidder.  Ranger  Pipelines,  Inc.,  to  provide  reliable  conveyance  capacity 
for  emergency  discharges  of  Hetch  Hetchy  water  supplies,  and  to  increase 
operational  flexibility  and  reliability  during  emergencies  and  planned  maintenance. 

(Labonte) 

13.  Authorize  the  General  Manager  to  negotiate  and  execute,  on  behalf  of  the  City  and 
County  of  San  Francisco,  an  amendment  to  the  2009  Water  Supply  Agreement 

^     with  the  Wholesale  Customers  in  substantially  the  form  set  forth  in  this  item;  Direct 
CD     staff  to  take  all  steps  necessary  to  secure  the  approval  of  the  amendment  by  the 
wholesale  customers;  and  recommend  that  the  wholesale  customers  approve  the 
amendment  to  the  Agreement.  (Ritchie) 

14.  CleanPowerSF  Workshop  #1  (2:30  PM  TIME  CERTAIN)  (Rydstrom/Hale) 
Discussion  of  schedules  of  rates  and  charges  of  the  San  Francisco  Public 
Utilities  Commission  Power  Enterprise  for  Phase  One  of  the  CleanPowerSF 
Community  Choice  Aggregation  Program  for  renewable  power  procurement 
within  San  Francisco.  No  action  to  adopt  the  schedule  of  rates  and  charges  will  be 
taken  at  this  meeting.  The  proposed  Resolution  attached  to  this  staff  report  would  be 
considered  at  a  subsequent  duly  noticed  Commission  meeting. 

a.  CleanPowerSF  Proposed  Not-to-Exceed  Rates  Presentation 

b.  Local  Power  Incorporated  Presentation  of  Key  Business  Case  and 
Financial  Deliverables 

c.  Staff  Highlights  of  Key  Assumptions  and  Next  Steps 


1 5.  Budget  Hearing  #1  -  Water,  Wastewater  and  Power  Enterprises  (Rydstrom) 

•  FY  2013-14  Budget  Mid-Cycle  Commission  Review 

•  FY  201 3-1 4  through  2022-23  1 0-Year  Capital  Plan 

•  10-Year  Financial  Plan  Update  and  Projected  Revenue  Requirement  - 

FY2013-14  through  2022-23 

•  Capital  Project  Summary  by  Enterprise 

•  High  Level  Programmatic  Budget  Summary 

16.  Public  comments  on  matters  to  be  discussed  in  Closed  Session. 

17.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

CLOSED  SESSION 

The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(c)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (2). 

(Ambrose) 

Anticipated  Litigation  -  As  Plaintiff 

19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(a)  and  San  Francisco  Administrative  Code  Section  67.10  (d).  (Mueller) 
Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.  A1 27554;  Filed  January  29,  2010 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

20.  Announcement  following  closed  session. 

21.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

22.  Other  new  business. 


ADJOURNMENT 
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1.  Call  to  Order 

President  Torres  called  the  meeting  to  order  at  1:29  PM. 

2.  Roll  Call 

Present:  Torres,  Courtney  and  Moran  were  present  at  roll  call. 
Absent:  Vietor  and  Caen 

3.  Approval  of  Minutes  of  January  8.  201 3. 

Vice  President  Courtney  requested  that  the  spelling  of  two  members  of  the  public 
who  provided  public  comments  be  corrected. 

On  Motion  to  Approve  the  minutes  of  January  8,  2013  AS  AMENDED: 
AYES:  Torres,  Courtney,  Caen  and  Moran 

4.  Public  Comments. 

•    Mr  Dick  Allen  provided  the  Commission  with  a  copy  of  a  letter  with  questions 
related  to  the  Recreation  and  Park  Bond  money  and  the  to-be-scheduled  SFPUC 
meeting  at  Lake  Merced. 

o  Deputy  City  Attorney  Ambrose  stated  that  the  Park  Bond  money  is  eligible 
for  use  at  Lake  Merced,  but  that  CEQA  analysis  will  need  to  be  done.  She 
indicated  it  will  be  up  to  the  Board  of  Supen/isors,  Mayor  and  Controller  as 
to  how  the  funds  are  administered  and  implemented.  President  Torres 
noted  that  staff  is  coordinating  the  Commissioners  schedules  for  a  date  for 
the  Lake  Merced  meeting. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Sewer  Inspection  and  Replacement  Update 

d)  Status  of  Major  Development  Projects  in  the  Service  Area 

e)  Water  Supply  Agreement  Update 

6.  Other  Commission  Business. 
None. 

7.  Report  of  the  General  Manager. 

General  Manager  Kelly,  Jr  stated  that  he  attended  the  U.S.  Conference  of  Mayors 
with  Mayor  Lee,  where  they  conducted  a  well-received  presented  on  infrastructure. 

a)  Wastewater  Refunding  Bond  Sale  and  Savings  Report 

Mr  Todd  Rydstrom,  Assistant  General  Manager  of  Business  Services  and  CFG 
updated  the  Commission  on  the  recent  Wastewater  Bond  sale,  which  resulted  in 
a  retail  ratepayer  savings  of$32.8M.  He  stated  the  average  interest  rate  was 
1.23  percent,  with  an  average  ratepayer  savings  through  2026  of$2.3M  per  year 

b)  WSIP  Update 

Ms.  Julie  Labonte,  WSIP  Director,  provided  a  WSIP  updated,  noting  that  a 
milestone  was  reached  with  the  hole-through  of  the  Bay  Tunnel  and  the 
completion  of  the  tie-in  between  the  Bay  Division  System  with  the  New  Irvington 


Tunnel.  She  stated  that  the  management  team  is  conducting  a  program-wide 
review  of  active  projects  to  identify  cost  efficiencies  to  help  cover  projected 
increases.  She  stated  that  she  will  come  before  the  Commission  sometime  in 
March  or  April  with  a  revised  budget. 

Commissioner  Caen  arrived  at  1:36  PM. 

Public  Comments. 
•  None. 

8.  BmiSOk  Update 

Wr.  Art  Jensen,  BAWSCA,  stated  that  BAWSCA  received  AA-/Aa3  ratings  on  their 
bonds,  and  that  he  will  fly  to  New  York  to  talk  with  loan  buyers.  He  indicated  that 
BAWSCA  had  an  election  of  officers,  with  Chair  Irene  O'Connell  and  Vice  Chair 
Randy  Breault  elected. 

Public  Comments. 
None. 

9.  Consent  Calendar 

a)  Accept  work  performed  by  Construction  Services  Inc.,  for  Contract  HH-926R, 
Hetch  Hetchy  Microwave  Upgrade  -  Phase  II;  Approve  Modification  No.  2  (Final), 
increasing  the  contract  amount  by  $90,405,  for  a  total  contract  amount  of 
$3,684,549,  and  with  a  time  extension  of  60  consecutive  calendar  days,  for  a 
total  contract  duration  of  354  consecutive  calendar;  and  authorize  final  payment 
to  the  contractor.  (Resolution  13-0013) 

b)  Approve  Modification  No. 6  to  Contract  WD-2559R,  New  San  Francisco  Public 
Utilities  Commission  Administration  building,  with  Webcor  Construction,  LP;  and 
authorize  the  General  Manager  to  execute  this  amendment  to  complete  the  work 
and  obtain  the  final  acceptance  of  the  project,  extending  the  duration  for  final 
completion  by  120  consecutive  calendar  days,  for  a  total  of  358  consecutive 
calendar  days  from  the  substantial  completion  date  of  June  8,  2012.  (Resolution 
13-0018) 

c)  Approve  the  plans  and  specifications,  and  award  Contract  WD-261 3,  8-inch 
Ductile  Iron  Main  Installation  on  23'^'^  Street  from  Church  Street  to  Hoffman 
Avenue,  in  the  amount  of  $1 ,084,000  to  the  lowest,  qualified,  responsible  and 
responsive  bidder,  M  Squared  Construction  Inc.  (Resolution  13-0014) 

d)  Approve  the  Assignment  and  Novation  Agreement  for  WW-526,  Wastewater 
Enterprise  Elevator  Maintenance  and  Repair;  and  authorize  the  General 
Manager  to  execute  an  Assignment  and  Novation  of  the  existing  Contract  from 
Ascent  Elevator  Services,  Inc.  to  KONE,  Inc.  (Resolution  13-0015) 

e)  Approve  the  plans  and  specifications,  and  award  Contract  WW-560,  As-Needed 
Main  Sewer  Replacement,  for  a  total  contract  amount  not-to-exceed  $2,775,550, 


to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Shaw  Pipeline. 
(Resolution  13-0016) 


f)  Authorize  the  General  Manager  to  execute  a  Memorandum  of  Agreement  with 
University  of  California  Santa  Cruz,  for  an  amount  not  to  exceed  $94,692  and 
with  a  duration  of  19  months,  to  conduct  a  genetic  evaluation  of  the  ancestry, 
origins  and  population  structure  of  Steelhead  and  Rainbow  Trout  {Oncorhynchus 
mykiss)  in  Alameda  Creek.  (Resolution  13-0017) 

Commissioner  IVIoran  requested  tiiat  Item  9b  be  removed  from  tfie  Consent 
Calendar. 

Public  Comments. 
None. 

On  Motion  to  Approve  Items  9a,  and  9c-f: 
AYES:  Torres,  Courtney,  Caen  and  Moran 

Regarding  item  9b,  Commissioner  Moran  addressed  the  communication  received  from 
Mr  Steve  Lawrence,  suggesting  that  the  item  was  improper  and  that  it  didn't  accurately 
reflect  the  state  of  completion  of  the  new  building.  Deputy  City  Attorney  Noreen 
Ambrose  provided  clarification  and  indicated  that  the  Commission  is  not  being  asked  to 
accept  the  project  as  complete,  but  rather  is  being  asked  to  approve  a  time  extension  of 
120  days  to  finish  the  punch  list. 

Public  Comments. 
None. 

On  Motion  to  Approve  Items  9b: 

AYES:  Torres,  Courtney,  Caen  and  Moran 

President  Torres  requested  tfiat  Item  15  be  rescheduled  to  the  February  22"*^ 
meeting,  to  which  the  Commission  concurred. 

10.  Approve  the  selection  of  Grid  Subject  Matter  Experts,  LLC  ("Grid  SME");  Award 
Agreement  CS-245,  Technical  Support  Services,  Hetch  Hetchy  Water  and  Power 
(HHWP)  North  American  Electrical  Reliability  Corporation  (NERC)  Regulatory 
Standards  -  Critical  Infrastructure  Protection;  and  authorize  the  General  Manager  to 
negotiate  and  execute  a  professional  services  agreement  with  Grid  SME  for  an 
amount  not-to-exceed  $1,500,000,  and  with  a  duration  of  five  years.  (Resolution  13- 
0019) 

Mr  Steve  Ritchie,  Assistant  General  Manager,  Water  Enterprise  provided  a  brief 
summary  of  the  item. 

Public  Comments. 
None. 


On  Motion  to  Approve  Items  9b: 

AYES:  Torres,  Courtney,  Caen  and  Moran 

11  .Schedule  and  Cost  Revisions  to  Calaveras  Dam  Replacement  Project  (Resolution 
13-0020) 

•  Adopt  California  Environmental  Quality  Act  findings  to  the  Final 
Environmental  Impact  Report  for  the  proposed  modifications  to  the  Calaveras 
Dam  Replacement  Project  (CDRP),  and  approve  CDRP  modification. 

•  Approve  revisions  to  the  schedule  and  budget  of  the  CDRP  being  delivered 
as  part  of  the  Water  System  Improvement  Program,  and  direct  staff  to  send  a 
Notice  of  Change  Report  to  the  California  Department  of  Public  Health  and 
the  California  Seismic  Safety  Commission  in  compliance  with  California  Water 
Code  Section  73502(d)(3)  and  California  Assembly  Bills  1823  and  2437. 

•  Approve  an  increase  in  the  construction  cost  contingency  for  Contract  No. 
WD-2551,  Calaveras  Dam  Replacement  Project,  in  the  amount  up  to 

$1 17,000,000,  and  an  increase  in  the  contract  duration  of  up  to  761 
consecutive  calendar  days.  Authorize  the  General  Manager  to  approve  future 
modifications  to  the  contract  for  a  total  revised  contract  amount  up  to 
$402,529,035  and  for  a  total  revised  contract  duration  up  to  2,290 
consecutive  calendar  days. 

•  Approve  a  funding  reallocation  in  the  amount  of  $1 17,000,000  from  CUW395, 
Program  Management  Reserve  Project  to  the  CUW37401,  Calaveras  Dam 
Replacement  Project. 

Ms.  Julie  Labonte,  thanked  Mr.  Dan  Wade,  Calaveras  Dam  Project  Manager  for  his 
hard  work.  Ms.  Labonte  referred  to  her  prior  updates  to  the  Commission  regarding 
the  geological  difficulties  and  the  magnitude  of  the  cost  and  schedule  impacts.  Ms. 
Labonte  stated  that  she  would  be  requesting  four  separate  actions  related  to  the 
schedule  and  cost  revisions,  and  briefly  touched  on  each: 

>  Adopt  CEQA  findings  in  Addendum  No.  1  and  approve  Project  modification; 

>  Approve  revisions  to  Calaveras  Dam  Replacement  Project  (CDRP); 

>  Approve  increase  in  construction  contingency  for  CDRP,  with  an  increase  of 
duration  by  761  days  (25  months);  and  increase  the  value  by  $1 1 7M;  and 

>  Approve  reallocation  of  $117 M  from  Program  Management  Reserve  to 
CDRP,  which  will  also  need  Board  of  Supervisor  Finance  Committee 
approval. 

Ms.  Labonte  discussed  the  program  status,  noting  the  overall  program  is  72  percent 
complete  with  five  projects  remaining  in  pre-construction.  She  stated  that  59  of  81 
projects  are  completed,  with  1 7  with  on-going  construction.  She  indicated  the  current 
balance  in  the  Program  reserve  is  $11 7M. 

Ms.  Labonte  touched  on  the  schedule,  indicating  that  as  a  result  of  the  site 
conditions,  completion  of  the  CDRP  would  be  delayed  until  August  2018,  with  the 
anticipation  that  all  other  projects  are  scheduled  to  be  completed  by  July  2016.  She 
noted  that  a  few  projects  still  have  some  schedule  risk,  although  the  schedules  are 
being  reviewed  and  actions  are  being  taken  to  prevent  delays. 


Ms.  Labonte  provided  a  summary  of  costs  based  on  the  construction  management 
estimates,  noting  tliat  the  $11 7M  figure  doesn't  include  the  need  for  additional  soft 
costs  along  with  additional  environmental  mitigation  and  replenishment  of 
construction  cost  contingency. 

Commissioner  Vietor  arrived  at  1:54  PM 

Ms.  Labonte  described  potential  cost  savings  and  discussed  next  steps. 

Commissioner  Moran  noted  that  correspondence  was  received  from  BAWSCA  and 
asked  Ms.  Labonte  if  there  was  any  reason  the  Commission  should  not  accept  their 
recommendations,  to  which  Ms.  Labonte  replied  there  was  not. 

Public  Comments. 

•    Mr  Art  Jensen,  BAWSCA  outlined  the  concerns  and  questions  outlined  in  the 
letter. 

On  Motion  to  Approve  Item  11  AS  AMENDED: 
AYES:  Torres,  Courtney,  Caen,  Vietor  and  Moran 

Commissioner  Caen  stated  that  she  liked  BAWSCA's  letter  and  asked  Ms.  Labonte 
when  a  response  to  the  questions  raised  would  be  forthcoming,  to  which  she 
replied  that  the  letter  outlines  specific  deadlines,  and  that  it  is  her  intent  to  respond 
by  the  deadlines. 

Public  Comments. 
None. 

12.  Approve  the  plans  and  specifications,  and  award  Contract  WD-2575,  San  Antonio 
Backup  Pipeline,  in  the  amount  of  $31 ,372,335,  and  for  a  contract  duration  of  720 
consecutive  calendar  days,  to  the  lowest,  qualified,  responsible  and  responsive 
bidder,  Ranger  Pipelines,  Inc.  (Resolution  13-0021) 

On  Motion  to  Approve  Item  12: 

AYES:  Torres,  Courtney,  Caen,  Vietor  and  Moran 

Public  Comments. 
None. 

13.  Authorize  the  General  Manager  to  negotiate  and  execute,  on  behalf  of  the  City  and 
County  of  San  Francisco,  an  amendment  to  the  2009  Water  Supply  Agreement  with 
the  Wholesale  Customers  in  substantially  the  form  set  forth  in  this  item;  Direct  staff 
to  take  all  steps  necessary  to  secure  the  approval  of  the  amendment  by  the 
wholesale  customers;  and  recommend  that  the  wholesale  customers  approve  the 
amendment  to  the  Agreement.  (Resolution  13-0022) 


Mr.  Steve  Ritchie,  Assistant  General  Manager,  Water  Enterprise,  introduced  this 
item,  amending  the  2009  Water  Supply  Agreement,  noting  it  provides  a  mechanism 
to  ensure  that  the  interests  of  the  Wholesale  Customers  can  be  protected  in  the 
event  of  future  consideration  of  proposals  similar  to  Proposition  F. 

On  Motion  to  Approve  Item  13: 

AYES:  Torres,  Courtney,  Caen,  Vietor and  Moran 

Public  Comments. 

•  Mr  Mike  Marshall,  Executive  Director,  Restore  Hetch  Hetchy,  provided  the 
Commission  with  at  letter  expressing  concerns  with  the  proposed  Water 
Supply  Agreement  and  offered  amendments  to  the  resolution.  He  expressed 
concern  that  the  proposed  amendment  provides  non-elected  individuals  and 
non-San  Franciscans  veto  power  over  the  people  of  San  Francisco,  and 
believes  it  doesn't  involve  key  stakeholders.  He  also  stated  that  BAWSCA 
should  be  held  liable  for  any  litigation  costs. 

•  Mr  Sprek  Rosekrans,  Restore  Hetch  Hetchy,  echoed  the  concerns  expressed 
by  Mr  Marshall.  He  stated  that  the  fourth  Whereas  clause  was  deceptive,  and 
is  not  how  people  outside  of  the  Bay  Area  look  at  the  water  system. 

•  Mr  Art  Jensen,  BAWSCA,  stated  there  was  an  error  in  the  statement  of  fact 
by  Mr  Marshall,  and  that  the  item  puts  future  votes  in  the  hands  of  the 
governing  bodies  of  the  Wholesale  customers,  not  BAWSCA,  and  all  but  two 
of  those  casting  votes  are  elected  officials. 

Commissioner  Vietor  asked  Deputy  City  Attorney  Ambrose  what  would 
happen  if  litigation  came  forward,  to  which  she  replied  that  all  costs 
associated  with  the  Water  Supply  Contract  are  shared  between  San 
Francisco  (1/3)  and  the  Wholesale  Customers  (2/3).  In  response  to  a 
question  posed  by  Commissioner  Courtney,  Ms.  Ambrose  stated  that  she 
doesn't  believe  the  amendment  creates  a  risk  of  liability. 

Commissioners  Moran  and  Caen  expressed  their  thoughts  and  stated  they 
were  comfortable  with  the  language. 

Due  to  the  2:30  "Time  Certain"  scheduling  of  Item  14,  the  Commission  entered 
into  Closed  Session  at  2:18  PM  and  exited  at  2:40  PM. 

16.  Public  comments  on  matters  to  be  discussed  in  Closed  Session. 
None. 

17.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

On  Motion  TO  ASSERT: 

AYES:  Torres,  Courtney,  Caen,  Vietor  and  Moran 


18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9(c)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (2). 


Anticipated  Litigation  -  As  Plaintiff 

19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(a)  and  San  Francisco  Administrative  Code  Section  67.10  (d). 
Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.  A1 27554:  Filed  January  29.  2010 

20.  Announcement  following  closed  session. 

President  Torres  stated  tfiere  was  no  action  tal<en  on  Items  18  or  19. 

21.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 
On  Motion  NOT  to  disclose: 

AYES:  Torres,  Courtney,  Caen,  Vietor and  Moran 

14.CleanPowerSF  Workshop  #1:  Discussion  of  schedules  of  rates  and  charges  of  the 
San  Francisco  Public  Utilities  Commission  Power  Enterprise  for  Phase  One  of  the 
CleanPowerSF  Community  Choice  Aggregation  Program  for  renewable  power 
procurement  within  San  Francisco.  No  action  to  adopt  the  schedule  of  rates  and 
charges  was  taken.  The  proposed  Resolution  will  be  considered  at  a  subseguent 
Commission  meeting. 

Ms.  Barbara  Hale,  Assistant  General  Manager,  Power  Enterprise,  introduced  Mr 
Paul  Fenn,  Principal,  Local  Power,  Incorporated  (LPI),  who  began  his  presentation 
with  a  brief  history  of  LPI.  Mr  Fenn  proceeded  to  discuss  Phase  I  recommendations, 
which  involve  lessening  or  avoiding  rate  premium  by  integrating  excess  Hetch 
Hetchy  power;  accelerating  local  build-out;  and  the  purchasing  of  the  least 
expensive  kind  of  California  RPS  compliant  Renewable  Energy  Credits.  He  indicated 
the  enrollment  target  for  Phase  I  would  be  approximately  78K  customers,  with 
20MW  of  Shell  Power  and  approximately  1  BMW  of  Hetchy  power,  which  would  dilute 
the  price  premium  and  minimize  potential  opt-outs. 

Mr  Fenn  then  presented  Phase  11+  recommendations  and  stated  that  the  "lockbox" 
clause  in  the  Shell  agreement  is  inconsistent  with  the  issuance  of  bonds  for 
subsequent  Phases  and  would  make  it  difficult  if  not  impossible  for  the  agency  to 
issue  bonds.  He  recommended  it  not  be  included  in  Phase  11+  contracts.  He  noted 
that  build-out  would  commence  in  2014. 

Mr  Fenn  stated  that  the  current  CleanPowerSF  design  is  not  competitive,  is 
overpriced,  and  has  a  risk  of  high  opt-out  rates.  Mr  Fenn  then  briefly  touched  on  the 
proposed  business  case. 


Mr.  Fenn  stated  that  the  service  delivery  model  views  energy  as  a  service,  focusing 
on  bill  impacts  to  customers,  not  just  delivering  kilowatt  hours.  He  noted  this  is  a  "no 
money  down"  approach  that  offers  a  different  product  than  other  utilities.  Mr  Fenn 
discussed  an  integrated  and  targeted  approach  to  resources,  with  a  mix  of  local 
resources  and  offered  what  the  draft  and  final  models  might  look  like. 

President  Torres  asked  when  a  model  showing  the  financial  exposure  to  ratepayers 
would  be  available.  Mr  Samuel  Golding,  LP  I  Project  Manager,  indicated  that  the 
final  financial  model  will  be  available  in  three  months.  Mr  Fenn  noted  that  the  risk  is 
based  on  wholesale  price  of  power  President  Torres  asked  for  details  in  the  future 
that  address  how  financial  risk  is  being  minimized. 

Commissioner  Vietor  stated  that  local  build-out  is  critical.  She  asked  what  the  risk  is 
to  commercial  customers  given  their  participation,  or  lack  thereof,  in  the  program. 
Mr  Fenn  provided  a  response,  noting  that  the  generic  risk  would  generally  be  the 
same  as  for  residential  customers.  Mr.  Fenn  continued  stating  that  the  program 
would  begin  with  100  percent  purchased  power,  and  then  local  generation  resources 
would  be  added  later  In  response  to  a  follow-up  question  by  Commissioner  Vietor, 
Mr  Fenn  stated  that  Phase  I  is  focused  on  residential  customers,  with  the 
recommendation  that  commercial  customers  be  added  quickly  in  Phase  II,  along 
with  residential  customers,  to  balance  between  day  time  and  night  time  load,  lower 
the  cost  of  service  and  improve  the  load  shape  of  the  aggregation. 

Commissioner  Courtney  questioned  the  Green  Jobs  component  of  the  program, 
asking  Mr.  Fenn  to  elaborate  on  the  component  as  it  relates  to  local  workforce 
development  and  jobs  training.  Mr  Fenn  indicated  that  they  are  projecting  3,000 
jobs  per  year  He  stated  that  they  have  been  working  within  the  local  hire  ordinance 
and  Office  of  Economic  and  Workforce  Development  to  ensure  there  is  a  local  labor 
pool  from  which  to  hire. 

Commissioner  Moran  asked  how  the  program,  as  presented,  meshes  with  that  the 
Board  of  Supervisors  has  approved.  Mr  Moran  expressed  concern  with  how  the 
calculations  for  the  Phases  I  premiums  were  determined,  and  how  that  results  in  the 
offering  of  a  low  premium  rate  in  Phase  I.  He  also  expressed  concern  over  the 
performance  risk  and  challenges  associated  with  the  proposal,  and  over  the 
suggestion  that  the  Department  of  the  Environment  manage  the  projects,  given  the 
scope  and  size. 

Mr.  Fenn  stated  that  LPI  is  not  recommending  a  change  to  the  Shell  agreement  for 
Phase  I.  He  indicated  that  the  main  change  is  the  addition  of  the  increment  of 
available  Hetch  Hetchy  power;  rather  than  making  it  available  to  the  market,  it  be 
made  it  available  to  CCA  as  a  matter  of  policy.  He  stated  that  the  other  piece  is  the 
change  in  renewable  energy  credit  strategy  because  there  are  several  different 
categories,  and  they  are  available  at  different  prices  on  the  marketplace.  In  response 
to  a  question  by  Commissioner  Vietor,  Mr.  Fenn  confirmed  that  they  are  changing 
the  resource  mix  rather  than  the  local  build-out  piece  for  Phase  I,  with  a  slightly 
different  number  of  residential  customers.  Commissioner  Moran  asked  if  it  was  LPI's 
recommendation  that  the  Commission  not  adopt  the  Not-to-Exceed  rates,  to  which 


Mr.  Fenn  replied,  it  was.  Brief  discussion  continued  on  tiie  resource  mix  and  rate 
determination  for  Ptiase  I. 

In  response  to  a  question  from  Commissioner  Vietor,  Mr  Rydstrom  stated  that  there 
is  a  shared  goal  with  LPI  to  make  sure  that  rates  will  be  as  low  as  possible,  but  there 
is  disagreement  as  to  what  is  firm  and  available  from  Hetch  Hetchy,  noting  there  isn't 
always  excess  power,  especially  in  dry  years.  He  noted  the  goal  is  to  mitigate  and 
minimize  risk,  which  the  Shell  contract  does. 

Public  Comments. 

•  Mr  Francisco  DaCosta  stated  that  what  was  presented  was  different  than 
what  was  discussed  at  LAFCo,  with  too  many  variables  introduced. 

•  Hope  Schmeltzer,  LAFCo  Commissioner,  stated  that  the  LPI  proposal  hasn't 
changed  despite  the  concerns  that  have  been  repeatedly  raised.  She  stated 
that  LPI's  recommendation  to  use  Prop  H  Bonds  in  not  an  option  as,  per  the 
City  Attorney.  She  also  expressed  concern  with  LPI's  co-gen  facility  proposal 
and  siting  issues. 

•  Mr  Jason  Fried,  LAFCo  staff  spoke  on  behalf  of  Supervisor  Campos,  LAFCo 
Chair,  stated  that  the  launch  of  the  Program  must  not  be  slowed  down.  He 
also  provided  comments  on  the  set-aside  fund  requirements. 

Commissioner  Vietor  asked  Mr  Fenn  how  LPI  proposes  to  pay  for  the 
Local  Build-Out  given  the  comments  by  Ms.  Schmeltzer  regarding 
Proposition  H  Bonds.  Mr  Fenn  replied  LPI  proposes  that  H  Bonds 
potentially  be  used  for  the  whole  build-out,  via  taxable  bonds  for  private 
benefit  on  commercial  buildings  and  public  bonds  for  PUC-owned 
generation,  along  with  tax  equity  investment. 

•  Mr  Arthur  Feinstein,  Chair,  Sierra  Club,  Bay  Chapter,  stated  that  they  are 
looking  forward  to  CCA,  but  are  concerned  about  rates  being  too  high  and 
customers  opting-out.  They  encourage  the  Commission  to  look  at  all  options 
to  help  lower  rates. 

•  Ms.  Jess  Den/in- Ackerman,  Conservation  Organizer,  Sierra  Club,  Bay 
Chapter,  provided  her  comments  on  the  proposed  long-term  build-out  and 
spoke  to  the  desire  for  a  coordinated  bridge  plan.  She  expressed  support  for 
the  Feed-in-Tariff  intent  for  the  metering  program.  She  encouraged  the  hiring 
for  the  vacant  CleanPowerSF  Program  Director 

•  Mr  Eric  Brooks,  Green  Party  of  San  Francisco  and  local  grass  roots 
organization,  "Our  City",  stated  the  immediate  need  for  a  Program  Director  for 
the  Clean  PowerSF  Program.  He  expressed  his  thoughts  on  the  relationship 
between  SFPUC  staff  and  LPI. 

Commissioner  Vietor  asked  for  a  status  update  on  the  hiring  of  the 
CleanPowerSF  Director  Deputy  General  Manager  Michael  Carlin  stated  that 
the  position  requisition  is  pending  approval  in  the  Mayor's  Office. 


Vice  President  Courtney  requested  and  Ms.  Ha/e  provided  clarification  on  tlie 
local  build  out  bridge  plan  as  discussed  by  Ms.  Den/in-Ackerman. 

Commissioner  Moran  requested  that  the  discussion  regarding  local  build  out  be 
postposed  as  it  is  not  immediately  necessary  to  the  decision  of  not-to-exceed 
rates. 

Commissioner  Caen  expressed  frustration  with  the  delay  in  the  customer  poll 
and  wants  to  see  individual  customer  surveys.  She  feels  customers  should  be 
told  what  the  rate  will  be,  as  compared  to  PG&E  rates. 

15.  Budget  Hearing  #1  -  Water,  Wastewater  and  Power  Enterprises 

At  the  request  of  President  Torres,  this  item  was  removed  from  the  calendar  and  will 
be  included  with  the  Budget  Workshop  scheduled  for  February  1^'^. 

22.  Other  new  business. 
None. 


President  Torres  adjourned  the  meeting  at  3:55  PM 
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PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  13-0013 


WHEREAS,  Construction  has  been  completed  under  Hetch  Hetchy  Water  Capital 
Improvement  Program-fimded  Contract  No.  HH-926R  Hetch  Hetchy  Microwave  Upgrades  - 
Phase  II,  by  the  contractor.  Construction  Services  Inc;  and 

WHEREAS,  On  September  13,  2011,  by  Resolution  No.  11-0141,  this  Commission 
awarded  Contract  No.  HH-926R,  Hetch  Hetchy  Microwave  Upgrades  -  Phase  II,  in  the  amount 
of  $3,544,059,  to  the  lowest,  qualified  responsible  and  responsive  bidder.  Construction  Services 
Inc.;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  November  7, 
2011,  with  an  original  schedule  of  294  consecutive  calendar  days  and  the  contract  work  was 
completed  in  354  consecutive  calendar  days  on  October  25,  2012;  and 

WHEREAS,  The  original  contract  amount  was  for  $3,544,059  and  the  original  contract 
duration  was  294  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(H)  (1)  and  6.22(H)(2)  of  the  Administrative  Code  requires  that 
any  cumulative  increases  in  contract  price  in  excess  of  10%  of  the  original  contract  price  and  any 
cumulative  extensions  of  time  exceeding  10%  of  the  original  duration  be  approved  by  the 
Commission;  and 

WHEREAS,  Modification  No.  1  was  issued  for  $50,085  to  allow  the  contractor  to  obtain 
necessary  FCC  licenses  diat  reflect  their  design,  increasing  the  contract  amount  to  $3,594,144; 
and 

WHEREAS,  Modification  No.  2  (Final)  is  being  requested  for  $90,405  to  purchase  and 
install  additional  materials  that  were  determined  to  be  required  ,  and  to  provide  extra  electrical 
and  radio  testing  services,  increasing  the  contract  amount  to  $3,684,549,  and  extending  the 
contract  duration  by  60  consecutive  calendar  days;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  determined  that  the  contractor 
has  made  a  good  faith  effort  to  comply  with  the  19.2%  LBE  submitted  for  this  contract  by 
achieving  a  LBE  participation  of  25.5%;  and 

WHEREAS,  Funds  are  available  from  Project  No.  HH-926R,  Hetch  Hetchy  Microwave 
Upgrades  -  Phase  II;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  Construction 
Services  Inc.  for  Hetch  Hetchy  Water  Capital  Improvement  Program-funded  Contract  No.  HH- 
926R,  Hetch  Hetchy  Microwave  Upgrade  -  Phase  II;  approves  Modification  No.  2  (Final),  to 
have  the  contractor  purchase  and  install  additional  materials,  and  to  provide  extra  electrical  and 
radio  testing  services,  increasmg  the  contract  by  $90,405,  for  a  total  contract  amount  of 
$3,684,549,  and  with  a  time  extension  of  60  consecutive  calendar  days  for  a  total  contract 
duration  of  354  consecutive  calendar;  and  authorizes  final  payment  to  the  contractor. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  22,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  13-0014 


WHEREAS,  Local  Water  Capital  Improvement  Program  (CIP)  Program- funded  Contract 
No.  WD-2613  8-inch  Ductile  Iron  Main  Installation  on  23"*  Street  from  Church  Street  to 
Hoffman  Avenue  was  advertised  on  October  29,  2012;  and 

WHEREAS,  The  baseline  budget  amount  is  $1,100,000  and  the  Engineer's  Estimate  is 
$1,100,000  for  this  construction  contract  work,  to  install  approximately  4,100  feet  of  ductile  iron 
pipe  and  2,700  feet  of  ancillary  service  pipe;  and 

WHEREAS,  The  contract  duration  is  330  consecutive  calendar  days;  and 

WHEREAS,  Project  No.  CUW2600141,  WD-2613  8-inch  Ductile  Iron  Main  Installation 
on  23'  Street  from  Church  Street  to  Hoffman  Avenue  was  determined  to  be  statutorily  exempt 
under  California  Environmental  Quality  Act  (CEQA)  Guidelines  Section  15282(k)  and  Public 
Resources  Code  Section  21080.21;  and 

WHEREAS,  Six  (6)  bids  were  received  and  opened  publicly  on  December  6,  2012;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  M  Squared  Construction,  hic. 
as  the  lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  CMD  subcontracting  goal  of  19%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  diis  contract  and  M  Squared  Construction,  Inc.  committed 
to  a  19%  participation  with  their  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW2600141,  WD-2613  8- inch 
Ductile  Iron  Main  Installation  on  23"*  Street  from  Church  Street  to  Hoffman  Avenue;  now, 
therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  Local  Water  CIP  Program-funded  Contract  No.  WD-2613  8-inch  Ductile  Iron  Main 
Installation  on  23"*  Street  from  Church  Street  to  Hoffman  Avenue,  in  the  amount  of  $1,084,000, 
to  the  lowest,  qualified,  responsible  and  responsive  bidder,  M  Squared  Construction,  Inc. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January^  !!,  2013. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0015 


WHEREAS,  On  September  13,  201 1,  this  Commission  awarded  Contract  No.  WW-526. 
Wastewater  Enterprise  Elevator  Maintenance  and  Repair,  and  authorized  the  General  Manager  to 
execute  a  construction  contract,  in  the  amount  of  $489,400  and  with  a  duration  of  three  years,  to 
Ascent  Elevator  Services,  Inc.;  and 

WHEREAS,  In  connection  with  the  sale  of  Ascent  Elevator  Services,  Inc.,  Ascent 
Elevator  Services,  Inc.  ("Assignor")  has  requested  a  consent  to  an  Assignment  and  Novation  to 
KONE,  Inc.  ("Assignee");  and 

WHEREAS,  All  the  terms  and  conditions  of  the  original  agreement  remain  in  full  force 
and  effect;  now  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  terms  and  conditions  and 
authorizes  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  to  execute  an 
Assignment  and  Novation  Agreement  in  a  form  approved  by  the  City  Attorney. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  22,  2013. 


iiSMAJ^.  KXlnnrix-  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0016 


WHEREAS,  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R) 
Program-funded  Contract  No.  WW-560,  As-Needed  Main  Sewer  Replacement  Bureau  of  Street 
and  Sewer  Repair  (BSSR)  Paving,  Spring  201 3,  was  advertised  on  November  7,  2012;  and 

WHEREAS,  The  Engineer's  Estimate  is  $3,335,100  for  this  construction  contract  work  to 
perform  main  sewer  replacement  (manhole  to  manhole  segments)  work  at  locations  to  be 
determined  in  San  Francisco  in  coordination  with  Department  of  Public  Works  (DPW)  BSSR 
paving  locations;  and 

WHEREAS,  The  contract  duration  is  365  consecutive  calendar  days;  and 

WHEREAS,  On  October  19,  2012  the  Bureau  of  Environmental  Management  determined 
the  proposed  project  was  statutorily  exempt  from  the  California  Environmental  Quality  Act 
under  Guidelines  Section  15282(k)  and  Public  Resources  Code  Section  21080.21  and  on 
November  20,  2012  the  Environmental  Review  Officer  concurred  with  the  determination;  and 

WHEREAS,  Four  (4)  bids  were  received  and  opened  publicly  on  December  13,  2012; 

and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  Shaw  Pipeline  as  the  lowest, 
qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  CMD  subcontracting  goal  of  8%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract  and  Shaw  Pipeline  committed  to  a  8.37% 
participation  with  their  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  PUC  Project  No.  CWWRNRCS69,  As-Needed 
Main  Sewer  Replacement  (BSSR  Paving  Spring  2013);  now,  therefore,  be  it 


m 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  WWE  R&R  Program-funded  Contract  No.  WW-560,  As-Needed  Main  Sewer 
Replacement  BSSR  Paving  Spring  2013,  for  a  total  contract  amount  not-to-exceed  $2,775,550,  to 
the  lowest,  qualified,  responsible  and  responsive  bidder,  Shaw  Pipeline. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  22,  2013. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0017 


WHEREAS,  Implementing  the  Memorandum  of  Agreement  with  the  University  of 
California,  Santa  Cruz  for  a  fishery  genetics  study  will  allow  the  SFPUC  to  comply  with  the 
incidental  take  permit  issued  by  the  National  Marine  Fisheries  Service  in  the  March  5,  2011 
Biological  Opinion  for  the  Calaveras  Dam  Replacement  Project;  and 

WHEREAS,  The  estimated  cost  of  the  study  is  $94,692;  and 

WHEREAS,  Services  are  anticipated  to  begin  in  October  2012  and  end  in  April  2014  for 
a  total  duration  of  19  months;  and 

WHEREAS,  Funds  for  this  agreement  will  be  available  at  the  time  of  award  of  the 
agreement  from  the  Water  Enterprise  Programmatic  Capital  Budget  (CUW  271)  and/or  the 
Calaveras  Dam  Replacement  Project;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  execute  a  Memorandum  of  Agreement  with  the 
University  of  California.  Santa  Cruz  for  an  amount  not  to  exceed  $94,692,  and  with  a  total 
duration  of  nineteen  (19)  months. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  22,  2013. 


/   ,A  -iJij 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0018 


WHEREAS,  On  January  8,  2008,  per  Resolution  No.  08-0005,  this  Commission 
approved  the  award  of  Contract  No.  WD-2559R  (the  "Contract"),  for  construction  of  the  New 
SFPUC  Administration  Building  to  Webcor  Construction,  LP  (the  "CM/GC");  and 

WHEREAS,  The  original  contract  amount  was  for  $141 ,000,000;  and 

WHEREAS,  Modification  Nos.  1-3  were  requested  for  $8,361,997  to  modify  various 
contract  terms  and  inclusion  of  Subguard  into  the  contract,  as  well  as  to  establish  a  final  Lump 
Sum  amount  for  all  pre-construction  and  construction  services;  and 

WHEREAS,  Modification  No.  4  &  5  was  requested  to  complete  the  work  including  the 
punch  list  and  obtain  final  acceptance  of  the  project  under  Administrative  Code  section  6.22(K), 
extending  the  duration  for  final  completion  by  120  and  58  consecutive  calendar  days  for  a  total 
of  238  consecutive  calendar  days  from  substantial  completion,  and  a  total  contract  duration  of 
1,043  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  6  is  being  requested  to  complete  the  work  including  the 
punch  list  and  obtain  final  acceptance  of  the  project  under  Administrative  Code  section  6.22(K), 
extending  the  duration  for  final  completion  by  120  consecutive  calendar  days  for  a  total  of  358 
consecutive  calendar  days  from  substantial  completion,  and  a  total  contract  duration  of  1,163 
consecutive  calendar  days  from  NTP  No.  5;  and 

WHEREAS,  The  CM/GC  achieved  substantial  completion  on  June  8,  2012;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW  687-  New  SFPUC 
Administration  Building;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Modification  No.6  to  Contract  No. 
WD-2559R,  New  San  Francisco  Public  Utilities  Commission  (SFPUC)  Administration  building, 
with  Webcor  Construction,  LP,  and  authorize  the  General  Manager  of  the  SFPUC  to  execute  this 
amendment  to  complete  the  work  including  the  punch  list  and  obtain  the  final  acceptance  of  the 
project  under  Administrative  Code  section  6.22(K),  extending  the  duration  for  final  completion 
by  120  consecutive  calendar  days  for  a  total  of  358  consecutive  calendar  days  from  the 
substantial  completion  date  of  June  8,  2012. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  22,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0019 


WHEREAS,  Hetch  Hetchy  Water  and  Power  (HHWP),  a  Division  of  the  San  Francisco 
Public  Utilities  Commission  (SFPUC),  is  an  owner,  operator,  and  user  of  the  Bulk  Electric 
System  and  as  such  is  subject  to  compliance  with  the  North  American  Electrical  Reliability 
Corporation  (NERC)  reliability  standards;  and 

WHEREAS,  It  is  necessary  to  procure  the  services  of  a  qualified  consultant  to  provide 
specialized  audit  and  consulting  services  related  to  NERC  Reliability  Standards  compliance  and 
to  provide  training  to  SFPUC  staff;  and 

WHEREAS,  The  estimated  cost  of  services  is  $  1,500,000;  and 

WHEREAS,  The  proposal  was  advertised  on  July  26,  2012;  and 

WHEREAS,  Services  are  anticipated  to  begin  in  February  2013  and  end  in  January  2018 
and  the  duration  of  this  agreement  is  five  (5)  years;  and 

WHEREAS,  SFPUC  staff  and  Contract  Monitoring  Division  (CMD)  review  of  the 
selection  panel  evaluations  and  the  proposals  resulted  in  the  establishment  of  Grid  Subject 
Matter  Experts,  LLC  as  the  highest  ranked  consulting  firm;  and 

WHEREAS,  Pursuant  to  Chapter  14B.8  of  the  San  Francisco  Administrative  Code,  the 
San  Francisco  Contract  Monitoring  Division  (CMD)  has  waived  the  Local  Business  Enterprise 
(LBE)  subcontracting  goals  for  this  Agreement;  and 

WHEREAS,  Failure  to  reach  successful  agreement  on  contract  terms  and  conditions 
within  30  days  of  the  date  of  the  Commission  award  may  result  in  award  of  the  contract  to  the 
next  highest  ranked  proposer,  or  re-advertising  and  re-selecting  consultants  at  the  discretion  of 
the  City;  and 

WHEREAS,  The  firms  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may,  in  the  General  Manager's  sole 
discretion,  result  in  award  of  the  agreement  to  the  next  highest  ranked  proposer,  or  re- advertising 
and  re-selecting  consultants  at  the  discretion  of  the  City;  and 

WHEREAS,  Funds  for  this  agreement  will  be  available  at  the  time  of  award  of  the 
agreement  from  CUH  101  Power  Infrastructure  and  PUH  504  WECC/NERC  Compliance;  now, 
therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  selection  of  Grid  Subject  Matter 
Experts,  LLC;  awards  Agreement  No.  CS-245,  Technical  Support  Services,  HHWP  NERC 
Regulatory  Standards  -  Critical  Infrastructure  Protection,  to  provide  the  HHWP  division  with 
NERC  audit  and  compliance;  and  authorizes  the  General  Manager  of  the  San  Francisco  Public 
Utilities  Commission  to  negotiate  and  execute  a  professional  services  agreement  with  Grid 
Subject  Matter  Experts,  LLC  for  an  amount  not-to-exceed  SL500,000  and  with  a  duration  of  five 
(5)  years,  or,  in  the  event  negotiations  are  not  successful  or  City  requirements  are  not  satisfied,  to 
negotiate  and  execute  a  professional  services  agreement  with  the  next  highest  ranked  proposer. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  22,  2013. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  13-0020 


WHEREAS,  On  May  28,  2002,  per  Resolution  No.  02-0101,  this  Commission  approved  a 
Long-Term  Strategic  Plan  for  Capital  Improvements,  a  Long-Range  Financial  Plan  and  a  Capital 
Improvement  Program  (CIP);  and 

WHEREAS,  On  November  5,  2002,  San  Francisco  residents  voted  to  approve 
Proposition  A  (Water  System  Improvement  Revenue  Bonds  and  Imposition  of  Surcharge  on 
Retail  Water  Customers),  a  revenue  bond  measure  to  fund  the  CIP  approved  by  the  Commission 
on  May  28,  2002;  and 

WHEREAS,  On  Febmary  26,  2003,  pursuant  to  the  requirements  of  California  Assembly 
Bill  (AB)  1823,  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  submitted  to  the 
California  Department  of  Health  Services  (now  the  California  Depanment  of  Public  Health)  a 
report  outlining  the  projects,  schedule  and  implementation  plan  for  the  CIP;  and 

WHEREAS,  On  November  29,  2005  this  Commission  approved  project-level  changes  to 
the  CIP  and  by  doing  so  endorsed  the  revised  scope,  schedule  and  budget  of  individual  projects 
and  renamed  the  program  the  Water  System  Improvement  Program  ("December  2005  WSIP"): 
and 

WHEREAS,  On  February  26,  2008  this  Commission  approved  project-level  changes  to 
the  WSIP  and  by  doing  so  endorsed  the  revised  scope,  schedule  and  budget  of  individual  projects 
("December  2007  Revised  WSIP");  and 

WHEREAS,  On  July  28,  2009,  this  Commission  approved  project-level  changes  to  the 
WSIP  and  by  doing  so  endorsed  the  revised  scope,  schedule  and  budget  of  individual  projects 
("June  2009  Revised  WSIP");  and 

WHEREAS,  On  July  12,  2011,  this  Commission  approved  project-level  changes  to  the 
WSIP  and  by  doing  so  endorsed  the  revised  scope,  schedule  and  budget  of  Individual  projects 
("June  201 1  Revised  WSIP");  and 

WHEREAS,  On  June  12,  2012,  this  Commission  approved  budget  and  schedule  changes 
for  three  individual  WSIP  projects  -  New  Irvington  Timnel,  Bay  Division  Pipeline  (BDPL) 
Reliability  Upgrade  -  Pipeline  ("BDPL  No.  5")  and  I\ilgas  Balancing  -  Modification  of  the 
Existing  Dechloramination  Facility;  and 

WHEREAS,  On  October  9,  2012,  this  Commission  approved  budget  changes  for  four 
individual  WSIP  projects  -  San  Joaquin  Pipeline  (SJPL)  System,  Tesla  Treatment  Facility, 
Vegetation  Restoration  of  WSIP  Construction  Sites  (new  project),  and  Program  Management; 
and 

WHEREAS,  Revisions  to  the  schedule  and  budget  of  the  Calaveras  Dam  Replacement 
Project  (CDRP)  are  needed  as  a  result  of  the  unexpected  geologic  conditions  observed  during 
excavation  of  the  slope  on  the  left  side  of  the  valley  that  could  potentially  contribute  to 
instability  of  the  left  abutment  and  spillway  area  of  the  new  dam  as  designed;  these  revisions 
would  involve  extending  the  project  schedule  by  up  to  25  months,  thus  revising  the  project 
completion  date  from  July  29,  2016  to  August  31,  2018,  and  increasing  the  project  budget  by  up 
to  $1 17,000,000,  thus  revising  the  total  project  budget  from  $415,637,844  to  $532,637,844;  and 


WHEREAS,  A  Final  Programmatic  Environmental  Impact  Report  was  prepared  for  the 
WSIP  ("PEIR")  and  certified  by  the  Planning  Commission  on  October  30,  2008  by  Motion  No. 
17734,  and  thereafter,  this  Commission  approved  the  WSIP  and  adopted  findings  and  a 
Mitigation  Monitoring  and  Reporting  Program  (MMRP),  as  required  by  the  California 
Environmental  Quality  Act  (CEQA)  on  October  30,  2008  per  Resolution  No.  08-0200,  which 
findings  are  incorporated  in  this  Resolution  by  this  reference;  and 

WHEREAS,  On  January  27,  201 1,  the  San  Francisco  Planning  Commission  certified  the 
EIR  for  the  CDRP  (Project  Number  CUW37401),  which  tiers  off  of  the  WSIP  PEIR,  and  on  the 
same  date,  per  Resolution  No.  11-0015,  this  Commission  adopted  CEQA  findings,  including  a 
statement  of  overriding  considerations,  and  a  MMRP  for  the  CDRP;  which  findings  are 
incorporated  herein  by  this  reference,  and  approved  the  CDRP;  and 

WHEREAS,  On  December  13,  2012,  the  San  Francisco  Planning  Department  issued  the 
attached  Addendum  No.  1  to  the  CDRP  EIR,  which  concluded  that  proposed  modifications  to  the 
design  of  the  CDRP  (CDRP  Modifications),  necessitated  by  the  discovery  of  unexpected 
geologic  features  observed  during  excavation  of  the  new  dam's  left  abutment,  are  within  the 
scope  of  the  project  analyzed  in  the  CDRP  EIR  and  will  not  result  in  any  new  significant  impacts 
or  a  substantial  increase  in  the  severity  of  previously  identified  significant  impacts  that  alter  the 
conclusions  reached  in  tlie  CDRP  EIR;  Addendum  No.  1  is  incorporated  in  this  Resolution  by 
this  reference;  and 

WHEREAS,  The  PEIR  and  SFPUC  Resolution  No.  08-0200,  the  CDRP  and  Resolution 
No.  11-0015,  and  Addendum  No.  1  to  the  CDRP  EIR  have  been  made  available  for  review  by 
the  SFPUC  and  the  public,  and  those  files  are  part  of  the  record  before  this  Commission;  and 

WHEREAS,  This  Commission  has  reviewed  and  considered  the  information  contained  in 
the  PEIR,  CDRP  EIR  and  Addendum  No.  1 ,  the  findings  contained  in  SFPUC  Resolutions  No. 
08-0200  and  No.  11-0015,  and  all  written  and  oral  information  provided  by  the  Planning 
Department,  the  public,  relevant  public  agencies,  SFPUC  and  other  experts  and  the 
administrative  files  for  the  CDRP  Modifications;  and 

WHEREAS,  On  May  24  2011,  per  Resolution  No.  11-0077,  this  Commission  approved 
the  award  of  Contract  No.  WD-2551,  Calaveras  Dam  Replacement  Project  to  Dragados-USA, 
Inc./Flatiron  West,  Inc/Sukut  Construction,  Inc.,  Joint  Venture;  and 

WHEREAS,  The  constmction  contract  Notice-To-Proceed  date  was  August  15,  2011; 

and 

WHEREAS,  The  original  contract  amount  was  for  5259,571,850  and  the  original  contract 
duration  was  1,460  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(H)(1)  of  the  Administrative  Code  requires  that  any  cumulative 
increases  in  contract  price  in  excess  of  10%  of  the  original  contract  price  be  approved  by  the 
Commission;  and 

WHEREAS,  Section  6.22(H)(2)  of  the  Administrative  Code  requires  that  any  cumulative 
extensions  of  time  in  excess  of  10%  of  the  original  contract  duration  be  approved  by  the 
Commission;  and 

WHEREAS,  Cost  modifications  approved  to  date  for  this  construction  contract  amount  to 
$19,022,881,  pending  change  orders  amount  to  $1,037,000,  potential  change  orders  amount  to 
$3,391,223,  trends  amount  to  $119,506,080,  and  a  balance  of  $6,934,303  remains  in  the  project's 
10%  construction  contingency;  and 

WHEREAS,  These  pending  and  potential  change  orders,  trends  and  remaining  10% 


contingency,  if  converted  to  approved  change  orders,  would  exceed  the  pre-approved  10% 
construction  cost  contingency;  and 

WHEREAS,  An  increase  in  the  construction  cost  contingency  in  the  amount  of 
$1 17,000,000  and  a  time  extension  of  up  to  761  consecutive  calendar  days  are  requested,  subject 
to  the  General  Manager's  subsequent  authorization  of  modifications,  if  appropriate;  and 

WHEREAS,  Human  Rights  Commission  (HRC)  subcontracting  goal  of  5%  Local 
Business  Enterprise  (LBE)  participation  was  originally  established  for  this  construction  contract; 
and 

WHEREAS,  The  Contractor  committed  to  a  7.41%  LBE  participation,  as  submitted  at  the 
time  of  bid;  and 

WHEREAS,  Funding  is  currently  available  in  the  remaining  WSIP  Program  Management 
Reserve  Project  under  CUW395,  and  currently  on  reserve  with  the  Budget  and  Finance 
Committee  of  the  San  Francisco  Board  of  Supervisors;  and 

WHEREAS,  Water  Code  Section  73502(d)(2)  requires  that  the  City  provide  written 
notice,  not  less  than  30  days  prior  to  the  date  of  a  meeting  of  the  City  Agency  responsible  for 
management  of  the  Bay  Area  Regional  Water  System,  that  a  change  in  the  program  is  to  be 
considered;  and 

WHEREAS,  On  December  21,  2012,  the  SFPUC  notified  the  Bay  Area  Wholesale 
Customers  through  the  Bay  Area  Water  Supply  &  Conservation  Agency  (BAWSCA)  in  writing 
that  this  Commission  would  be  considering  changes  to  the  WSIP  at  a  public  hearing  on  January 
22, 2013; and 

WHEREAS,  During  the  30-day  public  review  period,  the  WSIP  Director  discussed  with 
representatives  of  the  BAWSCA  the  proposed  changes  to  the  CDRP;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  has  reviewed  and  considered  the  CEQA  Findings 
and  statement  of  overriding  considerations  that  it  previously  adopted  for  the  WSIP  and  CDRP, 
and  reviewed  and  considered  the  CEQA  Findings  contained  in  Addendum  No.l  and  hereby 
adopts  these  additional  CEQA  Findings  as  its  own.  The  SFPUC  additionally  finds  that  (1) 
implementation  of  the  CDRP  Modifications  as  set  forth  in  Addendum  No.  1  does  not  require 
major  revisions  in  the  CDRP  EIR  due  to  the  involvement  of  new  significant  environmental 
effects  or  a  substantial  increase  in  the  severity  of  previously  identified  significant  effects;  (2)  no 
substantial  changes  have  occurred  with  respect  to  the  circumstances  under  which  the  project 
analyzed  in  the  CDRP  EIR  will  be  undertaken,  which  would  require  major  revisions  to  the 
CDRP  EIR  due  to  the  involvement  of  new  significant  environmental  effects,  or  a  substantial 
increase  in  the  severity  of  effects  identified  in  the  CDRP  EIR;  and  (3)  no  new  information  of 
substantial  importance  to  the  project  analyzed  in  the  CDRP  EIR  has  become  available  that  would 
indicate  that  (i)  the  CDRP  Modifications  will  have  significant  effects  not  discussed  in  the  CDRP 
EIR;  (ii)  significant  environmental  effects  will  be  substantially  more  severe;  (iii)  mitigation 
measures  or  alternatives  found  not  feasible,  which  would  reduce  one  or  more  significant  effects, 
have  become  feasible;  or  (iv)  mitigation  measures  or  alternatives,  which  are  considerably 
different  from  those  in  the  CDRP  EIR  will  substantially  reduce  one  or  more  significant  effects  on 
the  environment;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  endorses  the  schedule  and  budget 
changes  for  Project  CUW37401:  Calaveras  Dam  Replacement  Project  described  herein;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  an  increase  to  the 
existing  contract  cost  contingency  of  up  to  the  amount  of  $1 17,000,000,  and  approves  a  potential 
increase  in  the  contract  duration  of  up  to  761  consecutive  calendar  days  for  the  Water  Enterprise, 
WSIP  funded  Construction  Contract  WD-2551  -  Calaveras  Dam  Replacement  Project,  for  a  total 


cost  contingency  amount  of  up  to  $142,957 J 85;  and  a  potential  extension  in  the  contract  total 
duration  of  up  to  761  consecutive  calendar  days;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
to  consider,  and  if  appropriate,  to  approve  any  future  modifications  to  the  construction  contract 
amount  for  up  to  $402,529,035  and  to  the  contract  duration  for  up  to  2,290  consecutive  calendar 
days;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  reallocation  of 
funding  in  the  amount  of  Si  17,000,000  from  CUW395,  Program  Management  Reserve  Project  to 
CUW  37401,  Calaveras  Dam  Replacement  Project;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  directs  staff  to  send  a  Notice  of 
Change  Report  to  the  California  Department  of  Public  Health  and  the  California  Seismic  Safety 
Commission  in  compliance  with  Water  Code  Section  73502(d)(3)  and  to  inform  those  agencies 
that  an  updated  schedule  for  completion  of  the  CDRP  will  be  submitted  upon  completion  of 
negotiation  of  the  chaiige  order  and  Commission  approval  of  any  further  revisions  to  the  CDRP, 
or  other  WSIP  projects;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  adopts  the  10  recommendations 
contained  in  the  January  16,  2013  letter  from  the  Bay  Area  Water  Supply  and  Conservation 
Agency  to  the  Commission  President. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  22,  2013. 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTtON  NO.  13-0021 


WHEREAS,  Water  Enterprise,  Water  System  Improvement  Program  (WSIP)-funded 
Contract  No.  WD-2575,  San  Antonio  Backup  Pipeline  was  advertised  on  September  27,  2012; 
and 

WHEREAS,  The  baseline  budget  amount  is  $33,337,916  and  the  Engineer's  Estimate  is 
$34,510,886  for  this  construction  contract  work  to  install  approximately  6,600  feet  of  66-inch 
welded  steel  pipe  and  related  water  quality  and  water  reliability  improvements  along  the  west 
side  of  Calaveras  Road  in  Alameda  County;  and 

WHEREAS,  The  contract  duration  is  720  consecutive  calendar  days;  and 

WHEREAS,  Five  (5)  bids  were  received  and  opened  publicly  on  November  29,  2012; 

and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  Ranger  Pipelines,  Inc.,  as  the 
lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  CMD  subcontracting  goal  of  9%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract  and  Ranger  Pipelines,  Inc.  committed  to  a 
10.1%  participation  with  their  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  widain  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW37403,  San  Antonio  Backup 
Pipeline;  and 

WHEREAS,  An  Environmental  Impact  Report  (EIR)  was  prepared  for  this  Project;  and 

WHEREAS,  The  Final  EIR  (FEIR)  was  certified  by  the  Plannmg  Commission  on 
September  20,  2012  by  Motion  No.  18705;  and 

WHEREAS,  On  September  25,  2012.  this  Commission,  by  Resolution  No.  12-0174, 
approved  the  Project  and  adopted  findings  (CEQA  findings)  and  a  Mitigation  Monitoring  and 
Reporting  Program  (MMRP)  required  by  the  California  Environmental  Quality  Act  (CEQA);  and 

WHEREAS,  The  Project  files,  including  the  FEIR  and  SFPUC  Resolution  No.  12-0174 
have  been  made  available  for  review  by  the  SFPUC  and  the  public,  and  those  files  are  part  of  the 
record  before  this  Commission;  and 


WHEREAS,  This  Commission  has  reviewed  and  considered  the  information  contained  in 
the  FEIR  the  findings  contained  in  SFPUC  Resokition  No.  12-0174  and  all  written  and  oral 
information  provided  by  the  Planning  Department,  the  public,  relevant  public  agencies,  SFPUC 
and  other  experts  and  the  administrative  files  for  the  Project;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  has  reviewed  and  considered  the  FEIR  and  record  as 
a  whole,  finds  that  the  FEIR  is  adequate  for  its  use  as  the  decision-making  body  for  the  action 
taken  herein  to  award  contract  WD-2575,  San  Antonio  Backup  Pipeline,  and  incorporates  the 
CEQA  findings  contained  in  Resolution  No.  12-0174,  including  the  Statement  of  Overriding 
Considerations  by  this  reference  thereto  as  though  set  forth  in  this  Resolution;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  further  finds  that  since  the  FEIR  was 
finalized,  there  have  been  no  substantial  project  changes  and  no  substantial  changes  in  project 
circumstances  that  would  require  major  revisions  to  the  FEIR  due  to  the  involvement  of  new 
significant  environmental  effects  or  an  increase  in  the  severity  of  previously  identified  significant 
impacts,  and  there  is  no  new  information  of  substantial  importance  that  would  change  the 
conckisions  set  forth  in  the  FEIR;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  plans  and 
specifications  and  awards  Water  Enterprise,  WSIP-fimded  Contract  No.  WD-2575,  San  Antonio 
Backup  Pipeline,  in  the  amount  of  $31,372,335,  to  the  lowest,  qualified,  responsible  and 
responsive  bidder.  Ranger  Pipelines,  Inc. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  22,  2013. 


/I 
/I 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0022 


WHEREAS,  in  Resolution  09-0069  the  Commission  approved  the  Water  Supply 
Agreement  between  the  City  and  County  of  San  Francisco  and  Wholesale  Customers  in  Alameda 
County,  San  Mateo  County  and  Santa  Clara  County  ("Water  Supply  Agreement");  and 

WHEREAS,  on  April  28,  2009,  the  Wholesale  Customers  approved  the  Water  Supply 
Agreement  pursuant  to  Section  2.03;  and 

WHEREAS,  the  Water  Supply  Agreement  sets  forth  the  tenns  by  which  the  SFPUC  will 
produce,  and  the  Wholesale  Customers  will  purchase,  water  from  the  Hetch  Hetchy  Regional 
Water  System  for  a  term  of  25-years  beginning  on  July  1,  2009;  and 

WHEREAS,  Hetch  Hetchy  Reservoir  is  the  source  for  85%  of  the  water  produced  on 
average  by  the  Regional  Water  System  and  delivered  to  2.6  million  water  users  in  San  Francisco, 
San  Mateo,  Santa  Clara  and  Alameda  counties;  and 

WHEREAS,  the  Water  Supply  Agreement  requires  that  the  Regional  Water  System  be 
kept  in  good  working  order  and  repair  consistent  with  prudent  utility  practice  and  that  the 
SFPUC  will  collaborate  with  the  Wholesale  Customers  on  how  best  to  address  possible  impacts 
to  water  supply;  and 

WHEREAS,  on  November  6,  2012,  San  Francisco  voters  considered  and  rejected  an 
initiative  ordinance.  Proposition  F,  that  would  have  required  the  City  to  prepare  a  two-phase  plan 
evaluating  how  to  drain  the  Hetch  Hetchy  Reservoir  and  identifying  replacement  water  sources; 
and 

WHEREAS,  the  parties  have  determined  that  there  is  uncertainty  as  to  how  the  panics 
would  address  changes  to  the  Regional  Water  System  in  the  event  of  future  abandonment  or 
decommissioning  of  O'Shaughnessy  Dam  or  draining  of  Hetch  Hetchy  Reservoir;  and 

WHEREAS,  the  parties  have  negotiated  an  amendment  to  the  Water  Supply  Agreement 
to  assure  existing  condition  of  Hetch  Hetchy  Reservoir  is  maintained  unless  the  parties  agree  to  a 
further  amendment  to  the  Water  Supply  Agreement  that  meets  certain  conditions;  now,  therefore, 
be  it 

RESOLVED,  the  amendment  to  the  Water  Supply  Agreement  serves  a  substantial  public 
interest  and  it  is  in  the  interest  of  the  SFPUC  to  amend  the  Water  Supply  Agreement  with  the 
Wholesale  Customers;  and,  be  it  further 

RESOLVED,  the  Commission  hereby  authorizes  the  General  Manager  to  negotiate  and 
execute  an  Amendment  to  the  Water  Supply  Agreement  on  behalf  of  the  SFPUC  in  substantially 
the  form  set  forth  in  this  Resolution,  provided  that  the  amendment  is  approved  by  the  Wholesale 
Customers  pursuant  to  Water  Supply  Agreement  Section  2.03;  and  be  it  further 

RESOLVED,  the  Commission  directs  staff  to  take  all  steps  necessary  to  secure  the 
approval  of  the  Amendment  to  the  Agreement  by  the  Wholesale  Customers;  and  recommends 
that  the  Wholesale  Customers  approve  the  amendment  to  the  Agreement. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  January  22,  2013. 

Secretary,  Public  Utilities  Commission 


San  Francisco 


Services  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  Public  Utilities  Commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 

AGENDA 
Tuesday,  February  12,  2013 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


Commissioners 

Art  Torres,  President 
Vince  Courtney,  Vice  President 
Ann  Moller  Caen 

Anson  Moran 
Francesca  Vietor 


Harlan  L.  Kelly,  Jr. 

General  Manager 


For  information,  contact  ttie  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  ttie  SFPUC  web  site:  www.sfwater.orq 
Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.qranicus.com/ViewPublisher-phD'^view  id=22 


Donna  Hood 

Secretary 


Disability  Access 

The  Public  Utilities  Commission  meeting  will  be  held  in  Room  400,  at  One  1  Dr.  Carlton  B.  Goodlett 
Place,  (400  Van  Ness  Avenue),  San  Francisco,  CA.  The  closest  accessible  BART  Station  is  the 
Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  Lines  serving  this 
location  are:  Muni  Metro  lines  J  Church,  K  Ingleside,  L  Taraval,  M  Oceanview,  N  Judah  and  T  Third 
at  Van  Ness  and  Civic  Center  Stations;  F  Market  Line;  and  bus  routes  19  Polk,  47  Van  Ness,  49 
Mission  Van  Ness,  5  Fulton,  6  Parnassus,  21  Hays,  9  San  Bruno,  9L  San  Bruno  Limited,  71  Haight 
Noriega  and  71 L  Noriega  Limited.  For  more  information  about  MUNI  accessible  services  call  (415) 
701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been 
designated  on  the  Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility- 
impaired  persons.  There  is  accessible  parking  available  within  the  Civic  Center  Underground 
Parking  Garage  at  the  corner  of  McAllister  and  Polk  Streets,  and  within  the  Performing  Arts  Parking 
Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain 
meeting  materials  in  alternative  format,  please  contact  Donna  Hood  at  (415)  554-3165,  or  by 
emailing  dhood@sfwater.org.  Providing  at  least  72  hours  notice  will  help  to  ensure  availability. 

To  assist  the  City's  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses, 
multiple  chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that 
other  attendees  may  be  sensitive  to  various  chemical  based  products.  Please  help  the  City 
accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance 
(Chapter  67  of  the  San  Francisco  Administrative  Code) 

Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public. 
Commissions,  boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the 
people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the  people  and 
that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under  the 
Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  the  Sunshine  Ordinance  Task 
Force,  City  Hall,  Room  409,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102-4683  at 
Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554-7854;  E-mail:  sotf(a)sfqov.orq.  Copies  of  the 
Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San  Francisco 
Public  Library  and  on  the  City's  website  at  www.sfqov.orq. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are 
prohibited  at  this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the  meeting 
room  of  any  person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar 
sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements 

Individuals  and  entities  that  influence  or  attempt  to  influence  local  legislative  or  administrative  action 
may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF  Campaign  &  Governmental  Conduct 
Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information  about  the  Lobbyist 
Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue,  Suite 
220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-3112;  web  site  at 
www.sfqov.orq/ethics. 


ORDER  OF  BUSINESS: 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  Minutes  of  January  22,  2013. 

4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within  the 
Commission's  jurisdiction  and  are  not  on  today's  agenda. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Annual  Report:  FY  2013-14  Retail  Electric  Rates  (non-Municipal,  non- 
CleanPowerSF) 

d)  Water  Supply  Level  of  Service  Report  (Revised  from  December  11) 

e)  Annual  Electric  Reliability  Compliance  Program  Report 

f)  Annual  Energy  Procurement  and  Risk  Management 

g)  Six-Month  Budget  Update  Report 

h)  Local  Water  Supply  Program  Quarterly  Report  • 

i)  Water  Enterprise  Capital  Improvement  Program  Quarterly  Reports 

•  Regional 

•  Local 

j)  WSIP  Quarterly  Reports 

•  Regional 

•  Local 

k)  Six  Month  Audit  and  Performance  Review  Reports 

•  Memo:  SFPUC  Quarterly  Audit  &  Performance  Review  Report  Second 
Quarter/FY  2012-13 

•  FY  201 1  -1 2  Audited  Financial  Statements: 

■  Water  Enterprise 

■  Wastewater  Enterprise 

■  Hetch  Hetchy  Water  &  Power 

•  The  San  Francisco  Public  Utilities  Commission's  Power  Enterprise  Lacks 
Adequate  Controls  to  Safeguard  Its  Inventory 

•  Agreed-Upon  Procedures  Report  for  Settlement  Meter  Data  Processing 

•  The  SFPUC  Implemented  Both  of  the  Recommendations  From  a  2011 
Audit  of  the  Tesia  Water  Treatment  Facility  and  the  EastAA/est 
Transmission  Main 

•  The  Job  Order  Contract  Program  Lacks  Sufficient  Oversight  to  Ensure 
Program  Effectiveness 

6.  Other  Commission  Business 

7.  Report  of  the  General  Manager 


a)  Recognition  of  Dr.  Espanola  Jackson  on  her  80  Birthday  (Kelly,  Jr.) 

b)  WSIP  Quarterly  Update  (Labonte) 

c)  Bond  Sale  Update  (Rydstrom) 


The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney 
where  applicable. 

Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
525  Golden  Gate  Avenue,  13'^  Floor,  San  Francisco,  CA  94102,  Telephone:  (415)  554- 
3165,  Fax:  (415)  554-3424. 


CONSENT  CALENDAR 


8.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by 
a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these  items 
unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which  event  the 
matter  will  be  removed  from  the  Calendar  and  considered  as  a  separate  item. 

a)  Authorize  the  General  Manager  to  apply  to  the  United  States  Bureau  of 
Cvi        Reclamation  WaterSMART  Water  and  Energy  Efficiency  Grant  Program  for 
^       funding  up  to  $300,000  for  a  High-Efficiency  IVIunicipal  Fixture  Retrofit 
CO        Project,  that  will  engage  plumbers  from  the  City's  Department  of  Public  Works  to 
▼H        replace  high  water  using  toilets,  urinals,  washing  machines  and  other  water-using 
devices  with  efficient  models  in  a  maximum  of  46  municipal  buildings.  (Ritchie) 


b)  Approve  the  plans  and  specifications,  and  award  Contract  WD-2649,  Geary 
Road  Bridge  Project,  in  the  amount  of  $3,387,720,  to  the  lowest,  qualified, 

  responsible  and  responsive  bidder,  Gordon  N.  Ball,  Inc.,  to  demolish  and  remove 

o       the  existing  bridge;  construct  a  new  bridge  with  abutments  and  piers;  install  new 
^       and  refurbished  access  roads;  replace  culverts;  upgrade  storm  water  drainage 
^       facilities;  perform  site  restoration  and  landscaping  work;  and  maintain  a  2.5  year 
plant  establishment  period.  The  contract  work  location  is  Sunol,  California,  in  the 
Sunol  Regional  Wilderness  area.  (Wong) 

c)  Approve  the  selection  of  Mohr  Engineering  Division,  a  division  of  Stress 
Engineering  Services,  Inc.,  for  Agreement  CS-307,  IVIanufacture  and  Testing 
of  a  Slip  Joint  System  for  the  Seismic  Upgrade  of  BDPL  3  &  4  at  the 

^      Hayward  Fault  Project,  to  provide  design,  manufacture  and  testing  services  of  a 
o      slip  joint.  Authorize  the  General  Manager  to  negotiate  and  execute  a  combined 
^      professional  services  and  commodities  agreement  with  Mohr  Engineering 
^     Division  for  an  amount  not-to-exceed  $3,000,000,  and  with  a  duration  of  1 6 
months,  subject  to  final  approval  and  award  by  the  Purchaser.  (Labonte) 


REGULAR  BUSINESS 


9.  Approve  an  increase  in  the  contract  duration  contingency  for  Contract  HH- 
935C,  San  Joaquin  Pipeline  System  -  Eastern  Segment  and  other  facilities,  of 

CO     up  to  109  consecutive  calendar  days.  Authorize  the  General  Manager  to  approve 
^     future  time  extensions  to  the  contract  duration  for  a  total  revised  contract 
53     duration  up  to  758  consecutive  calendar  days.  The  potential  increase  in  the 
CO     contract  duration  is  due  to  design  modifications  required  to  meet  performance 
criteria  for  Oakdale  Portal,  differing  site  conditions,  and  unanticipated  bird 
migrations.  (Labonte) 

10.  Budget  Hearing  (Rydstrom) 

PRESENTATION  MATERIALS 

a)  FY  2013-14  Budget  Mid-cycle  Review 

■  Executive  Summary 

■  Water  Enterprise 

■  Power  Enterprise 

■  Wastewater  Enterprise 

■  Community  Benefits  and  Workforce  Development 
 b)  FY  2013-14  through  FY  2022-23  10-Year  Capital  Plan 

c)  FY  201 3-1 4  through  FY  2022-23  1 0-Year  Financial  Plan 
s-    ^      d)  Ratepayer  Assurance  Policy  Next  Steps 
y  <=> 

"    CO       ACTION  ITEMS 


,  r_L____e)  Public  Hearing  to  consider  and  possible  action  to  adopt  the  SFPUC's  10-Year 

^  Financial  Plan  for  FY  2013-14  through  FY  2022-23. 

o      f)  Public  Hearing  to  consider  and  possible  action  to  adopt  the  SFPUC  10-Year 
\^  <^  Capital  Plan  for  FY  2013  through  FY  2022-23;  and  authorize  the  General 

"    ^  manager  to  coordinate  a  request  for  Supplemental  Appropriation  for  the 

J   Enterprises  of  the  SFPUC  to  adjust  the  adopted  FY  201 3-14  Capital  Budget, 

based  on  updated  capital  investment  needs. 
_    <M      g)  Discussion  and  possible  adoption  of  FY  2013-14  Operating  Budget  Mid-Cycle 

Adjustments 

SUPPORTING  DOCUMENTS 

h)  Capital  Project  Summary  by  Enterprise 

i)  Programmatic  Budget  Summary 

1 1 .  CleanPowerSF  Workshop  (Hale/Rydstrom) 

•  Update  on  Customer  Survey 

•  Initial  Responses  to  Commissioner  Questions 

12.  Public  comments  on  matters  to  be  discussed  in  Closed  Session. 


13. 


Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 


CLOSED  SESSION 

The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

14.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(c)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (2). 

(Ambrose) 

Anticipated  Litigation  -  As  Plaintiff 

15.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(a)  and  San  Francisco  Administrative  Code  Section  67.10  (d).  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.  A127554;  Filed  January  29,  2010 

16.  Pursuant  to  Government  Code  Section  54957  and  San  Francisco  Administrative 
Code  Section  67.10(b),  to  consider  public  employee  appointment/hiring  for  the 
position  of  Assistant  General  Manager  for  Infrastructure  of  the  San  Francisco  Public 
Utilities  Commission;  and  Pursuant  to  Government  Code  Section  54954.5(f)  and 
Administrative  Code  Section  67.8(a)(5). 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

17.  Announcement  following  closed  session. 

18.  Motion  regarding  whether  to  disclose  the  discussions  dunng  Closed  Session. 

19.  Discussion  and  possible  action  to  approve  tlie  terms  of  an  employment 
contract,  pursuant  to  San  Francisco  Charter  Section  8B.  126(a),  between  the  San 
Francisco  Public  Utilities  Commission  and  Mr.  Emilio  Cruz,  for  the  position  of 
Assistant  General  Manager  for  Infrastructure  of  the  San  Francisco  Public  Utilities 
Commission  and  authorize  the  General  Manager  to  execute  the  contract. 

(Kelly,  Jr.) 


20.  Other  new  business. 


San  Francisco 

Water  Power  Sewer 


Services  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  public  utilities  commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 

MINUTES 
Tuesday,  February  12,  2013 

(Approved  February  26,  2013) 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 
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Art  Torres,  President 
Vince  Courtney,  Vice  President 
Ann  Moller  Caen 

Anson  Moran 
Francesca  Vietor 


Harlan  L.  Kelly,  Jr. 

General  Manager 

Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  www.sfwater.ora 
Gavel-to-Gavel  coverage  available  at: 
http://sanfrancisco.aranicus.comA/iewPublisher.Dhp7view  id=22 


1.  Call  to  Order 

President  Torres  called  the  meeting  to  order  at  1:33  PM. 

2.  Roll  Call 

Present:  Torres,  Courtney,  and  Moran 
Excused:  Caen 

3.  Approval  of  Minutes  of  January  22.  2013. 

President  Torres  indicated  that  Commissioner  Vietor  had  a  change  to  the  minutes, 
and  deferred  the  item  until  her  arrival,  at  which  time  she  stated  that  on  page  seven, 
item  13,  a  correction  was  needed  to  Ms.  Ambrose's  comments  to  reflect  that  "she 
doesn't  believe  the  amendment  would  create  a  risk  of  liability". 

On  Motion  to  approve  the  minutes  of  January  22,  2013,  AS  AMENDED: 
A  YES:  Torres,  Courtney,  Vietor  and  Moran. 

4.  Public  Comments 

•  Mr.  Francisco  DaCosta  stated  there  needs  to  be  more  public  outreach  from  the 
Citizens'  Advisory  Committee.  He  expressed  his  thoughts  on  the  city  contracting 
process. 

Commissioner  Vietor  arrived  at  1:37  PM. 

•  Mr.  David  Pilpel  expressed  his  concerns  with  the  color  of  the  agenda  cover.  He 
provided  his  thoughts  on  recent  stories  regarding  SFPUC  employee  conduct. 

5.  Correspondence 

Commissioner  Moran  thanked  staff  for  the  revised  Water  Supply  Level  of  Service  report 
and  commented  on  the  current  state  of  planning.  He  requested  that  a  joint  presentation 
between  SFPUC  and  BAWSCA  occur  to  address  supply  level  issues.  He  stated  his 
pleasure  with  and  the  importance  of  the  audit  reports  and  the  transparent  audit  process. 

Public  Comments 

•  Mr.  James  Gardner,  Southwest  Construction,  provided  his  thoughts  on  the  JOC 
program,  and  stated  that  it  provides  his  company  with  the  opportunity  for  work, 
and  that  the  program  is  fair,  is  a  success,  and  provides  adequate  oversight. 

•  Mr.  Miguel  Galarza,  Verba  Buena  Engineering  and  Construction,  stated  he  has 
been  performing  JOC  work  for  the  past  25  years  and  provided  thoughts  on  the 
executive  summary. 

•  Mr.  Robert  Garner,  The  Gordian  Group,  stated  he  was  disturbed  by  the  audit  and 
expressed  his  concerns. 

President  Torres  asked  Mr.  Todd  Rydstrom,  Assistant  General  Manager  (AGM) 
Business  Services  and  CFO,  if  staff  responds  to  the  audit  reports,  to  which  Mr. 
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Rydstrom  stated  that  the  SFPUC  has  the  opportunity  to  respond  to  correct  factual 
errors.  He  noted  that  concerns  were  communicated  to  the  Controller's  office.  General 
Manager  Kelly,  Jr.,  stated  that  the  concerns  of  the  speakers  would  be  provided  to  the 
Controller. 

In  response  to  a  question  from  Commissioner  Vietor  regarding  the  Water  Supply  Level 
of  Service  Report,  t\/lr.  Steve  Ritchie,  AGM,  Water  Enterprise,  provided  a  summary  of 
the  deadlines  for  specific  projects,  noting  reasons  for  delays.  Commissioner  Vietor 
expressed  the  desire  for  the  projects  to  remain  on  deadline. 

6.  Other  Commission  Business 
None. 

7.  Report  of  the  General  Manager 

a)  Recognition  of  Dr.  Espanola  Jackson  on  her  80'^  Birthday 

General  Manager  Kelly,  Jr.,  provided  an  introduction  for  Dr.  Espanola  Jackson. 
He  provided  detail  on  her  work  on  behalf  of  the  Bayview  Community  and  the 
people  of  the  City  and  County  of  San  Francisco,  and  wished  her  well  on  her  dCf^ 
birthday.  The  Commission  presented  Dr.  Jackson  with  a  ceremonial  resolution. 

Dr.  Jackson  accepted  her  resolution  and  expressed  her  gratitude  for  the  honor 
and  her  excitement  to  continue  her  work. 

b)  WSIP  Quarterly  Update 

Ms.  Julie  Labonte,  WSIP  Director,  provided  a  WSIP  update,  stating  the  project  is 
75  percent  comple,  with  18  active  projects  and  six  in  pre-construction.  She  stated 
that  given  some  site  problems,  mainly  with  Calaveras  Dam,  the  projected  overall 
project  cost  is  slightly  above  the  approved  budget.  Ms.  Labonte  reviewed  the 
program  cost  trend,  program  management  reserves,  ongoing  WSIP  assessment, 
and  accomplishments. 

c)  Bond  Sale  Update 

Mr.  Rydstrom  informed  the  Commission  that  $331.6M  in  Wastewater  bonds  were 
sold  to  Goldman  Sachs  at  3.578  percent,  resulting  in  $150.5M  in  ratepayer 
savings  over  the  next  30  years. 

At  the  request  of  Commissioner  Moran,  Mr.  Art  Jensen,  BAWSCA,  stated  that  on 
January  31,  2013,  BAWSCA  sold  bonds  at  3. 14  percent,  resulting  in  $62M  in 
savings. 

To  conclude  his  report.  General  Manager  Kelly  stated  that  former  SFPUC 
Commissioner  David  Hochschild  was  appointed  by  the  Governor  to  sen/e  on  the 
California  Energy  Commission. 


February  12,  2013 
SFPUC  Minutes 


Page  3 


Public  Comments 

•  Mr.  David  Pilpel  congratulated  staff  on  ttie  bond  sale  and  Commissioner 
Hochschild  on  his  appointment. 

•  Mr.  Francisco  DaCosta  provided  his  thoughts  on  Dr.  Jackson's  work  and  thanked 
the  Commission  for  recognizing  her.  He  stated  he  hopes  the  SFPUC  brings  the 
lessons  learned  on  the  WSIP  to  the  SSI  P.  He  recognized  several  staff  and  the 
General  Manager  for  their  work. 

•  Mr.  Eric  Brooks,  San  Francisco  Green  Party,  and  grassroots  organization,  "Our 
City",  expressed  his  admiration  for  Dr.  Jackson  and  her  work  on  behalf  of  the 
Bayview  Community  and  the  City. 

8.  Consent  Calendar 

a)  Authorize  the  General  Manager  to  apply  to  the  United  States  Bureau  of 
Reclamation  WaterSMART  Water  and  Energy  Efficiency  Grant  Program  for 
funding  up  to  $300,000  for  a  High-Efficiency  Municipal  Fixture  Retrofit  Project, 
that  will  engage  plumbers  from  the  City's  Department  of  Public  Works  to  replace 
high  water  using  toilets,  urinals,  washing  machines  and  other  water-using 
devices  with  efficient  models  in  a  maximum  of  46  municipal  buildings. 
(Resolution  13-0023) 

b)  Approve  the  plans  and  specifications,  and  award  Contract  WD-2649,  Geary 
Road  Bridge  Project,  in  the  amount  of  $3,387,720,  to  the  lowest,  qualified, 
responsible  and  responsive  bidder,  Gordon  N.  Ball,  Inc.,  to  demolish  and  remove 
the  existing  bridge;  construct  a  new  bridge  with  abutments  and  piers;  install  new 
and  refurbished  access  roads;  replace  culverts;  upgrade  storm  water  drainage 
facilities;  perform  site  restoration  and  landscaping  work;  and  maintain  a  2.5  year 
plant  establishment  period.  The  contract  work  location  is  Sunol,  California,  in  the 
Sunol  Regional  Wilderness  area.  (Resolution  13-0024) 

c)  Approve  the  selection  of  Mohr  Engineering  Division,  a  division  of  Stress 
Engineering  Services,  Inc.,  for  Agreement  CS-307,  Manufacture  and  Testing  of  a 
Slip  Joint  System  for  the  Seismic  Upgrade  of  BDPL  3  &  4  at  the  Hayward  Fault 
Project,  to  provide  design,  manufacture  and  testing  services  of  a  slip  joint. 
Authorize  the  General  Manager  to  negotiate  and  execute  a  combined 
professional  services  and  commodities  agreement  with  Mohr  Engineering 
Division  for  an  amount  not-to-exceed  $3,000,000,  and  with  a  duration  of  16 
months,  subject  to  final  approval  and  award  by  the  Purchaser.  (Resolution  13- 
0025) 

Public  Comments 
None. 

On  Motion  to  approve  Items  8a  through  8c: 
A  YES:  Torres,  Courtney,  Victor  and  Moran. 
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9.  Approve  an  increase  in  the  contract  duration  contingency  for  Contract  HH-935C, 
San  Joaquin  Pipeline  System  -  Eastern  Segment  and  other  facilities,  of  up  to  109 
consecutive  calendar  days.  Authorize  the  General  Manager  to  approve  future  time 
extensions  to  the  contract  duration  for  a  total  revised  contract  duration  up  to  758 
consecutive  calendar  days.  The  potential  increase  in  the  contract  duration  is  due  to 
design  modifications  required  to  meet  performance  criteria  for  Oakdale  Portal, 
differing  site  conditions,  and  unanticipated  bird  migrations.  (Resolution  13-0026) 

Public  Comments 
None. 

On  Motion  to  approve  Item  9: 

AYES:  Torres,  Courtney,  Victor  and  Moran. 

10.  Budget  Hearing 

Mr.  Rydstrom  stated  that  the  SFPUC  is  in  the  middle  of  the  two-year  budget  cycle. 
He  referenced  the  supporting  documents  provided  to  the  Commission,  and  stated 
that  there  were  few  changes  to  the  approved  budget.  Mr.  Rydstrom  provided  a 
budget  update,  noting  that  the  majority  of  the  budget  is  for  capital  costs.  He 
described  the  FY2013-14  Operating  budget  and  the  FY2013-14  Capital 
Improvement  Program  budget  changes.  Mr.  Rydstrom  provided  a  brief  Capital  Plan 
summary,  noting  the  key  changes  to  the  10-Year  Capital  Program. 

Mr.  Rydstrom  reviewed  the  average  monthly  water  bill,  actual  and  projected,  given 
the  approved  rate  increases.  He  noted  that  due  to  savings  from  early  repayment  by 
BAWSCA  and  retail  customers  on  the  Capital  Program,  the  projected  rates  are 
slightly  lower  than  was  projected.  He  discussed  the  average  wastewater  monthly  bill, 
which  is  up  slightly  due  to  moving-up  the  digester  project  18  months,  as  well  as 
early  implementation  of  green  projects.  He  reviewed  the  average  combined  water 
and  wastewater  monthly  bill.  Mr.  Rydstrom  detailed  the  combined  water  and 
wastewater  revenue  requirement,  with  average  bill  increase  scenarios  with  the 
updated  Capital  Plan. 

Mr.  Rydstrom  stated  the  general  fund  department  electric  rate  increase  for  the  Hetch 
Hetchy  Water  and  Power  Enterprise  was  implemented  as  requested  by  the 
Commission. 

Mr.  Rydstrom  touched  on  key  updates  on  policy,  achievements,  and  budget 
investments  in  the  areas  of  sustainability,  technology,  environmental  justice, 
community  benefits,  and  land  use. 

Commissioner  Moran  thanked  staff  for  providing  the  materials  early  for  adequate 
review.  He  noted  the  accomplishments  that  have  aided  in  a  positive  budget  report 
and  the  issues  that  need  additional  consideration.  In  future  budget  discussions,  he 
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would  like  to  see  a  review  of  approved  Commission  policies  to  ensure  adequate 
resources  are  being  provided  for  tfieir  success. 

Public  Comments 

•  Mr.  Eddie  Ahn,  Brightline  Defense  Project,  distributed  a  letter  in  support  of  full 
funding  for  the  GoSolarSF  incentive  program. 

President  Torres  questioned  the  status  of  the  GoSolarSF  Program.  General  Manager 
Kelly,  Jr.,  noted  that  the  SFPUC  is  using  Hetchy  funds  for  the  program.  He  stated  that 
$1M  has  been  identified  for  the  Program  and  additional  funds  are  being  sought.  He 
noted  there  are  issues  related  to  the  Program  and  dialogue  will  take  place  regarding  the 
Program  status. 

In  response  to  a  question  by  President  Torres,  Barbara  Hale,  AGM,  Power  Enterprise, 
noted  that  the  number  of  applicants  varies  year-to-year.  She  indicated  that  the  funding 
is  broken  up  quarterly  so  it  is  available  all  year  and  to  ensure  that  jobs  are  maintained. 

Commissioner  Vietor  requested  information  on  how  the  GoSolarSF  Program  can  be  tied 
and  marketed  to  CleanPowerSF  customers. 

•  Mr.  Dick  Allen  expressed  his  thoughts  regarding  the  costs  and  logistics  of  the 
Pacific  and  Rod  and  Gun  Club  site  clean-up. 

Mr.  Steve  Ritchie,  AGM,  Water  Enterprise,  stated  that  the  clean-up  fund  referenced  in 
the  budget  is  ratepayer  money.  He  noted  that  the  SFPUC  is  working  with  the  Gun  Club 
to  see  if  their  insurance  will  cover  cost  of  the  clean-up,  which  could  take  time,  and  that 
action  needs  to  take  place  before  that  is  settled.  He  stated  that  SFPUC  is  the  landowner 
and  bears  responsibility.  He  noted  that  clean-up  plan  details  are  in  the  works  and  that 
the  ultimate  use  for  the  site  will  be  determined  after  the  plan  is  complete.  He  stated  the 
Club  will  vacate  the  property  as  per  the  terms  of  the  lease. 

•  Mr.  Eric  Brooks,  San  Francisco  Green  Party  and  grass  roots  organization,  "Our 
City"  expressed  his  support  for  full  funding  of  the  GoSolarSF  Program. 

•  Mr.  David  Pilpel  expressed  his  thoughts  on  the  budget  process  and  his  memories 
of  former  Commissioner  Sklar.  He  expressed  his  appreciation  for  the  bond 
savings.  He  expressed  his  support  for  the  budget  items. 

e)  Public  Hearing  to  consider  and  possible  action  to  adopt  the  SFPUC's  10-Year 
Financial  Plan  for  FY  2013-14  through  FY  2022-23.  (Resolution  13-0027) 

President  Torres  proposed  an  amendment  to  item  10e  to  include  information  on  the 
bond  sale,  followed  by  an  additional  amendment  by  Commissioner  Vietor  to  include 
reference  specific  to  fiscal  years. 
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On  Motion  to  approve  Item  10e  AS  AMENDED 
AYES:  Torres,  Courtney,  Vietor and Moran 

f)  Public  Hearing  to  consider  and  possible  action  to  adopt  the  SFPUC  10-Year 
Capital  Plan  for  FY  2013  through  FY  2022-23;  and  authorize  the  General 
manager  to  coordinate  a  request  for  Supplemental  Appropriation  for  the 
Enterprises  of  the  SFPUC  to  adjust  the  adopted  FY  2013-14  Capital  Budget, 
based  on  updated  capital  investment  needs.  (Resolution  13-0028) 

On  Motion  to  approve  Item  101: 

AYES:  Torres,  Courtney,  Vietor  and  Moran 

g)  Discussion  and  possible  adoption  of  FY  2013-14  Operating  Budget  Mid-Cycle 
Adjustments.  (Resolution  13-0029) 

On  Motion  to  approve  Item  lOg: 

AYES:  Torres,  Courtney,  Vietor  and  Moran 

1 1  ■  CleanPowerSF  Workshop 

Ms.  Barbara  Hale  introduced  the  workshop,  stating  the  purpose  was  to  preview  the 
content  of  the  customer  survey,  discuss  the  effect  on  program  costs  and  Enterprise 
use  of  Hetchy  generation  for  Phase  I,  and  to  seek  Commission  feedback  on  the 
monthly  premium  range  to  use  on  the  survey.  She  emphasized  that  no  Commission 
action  was  being  requested. 

Ms.  Hale  provided  a  brief  review  of  the  201 1  and  2012  surveys,  which  included 
customers'  willingness  to  pay  for  renewable  supply  at  varying  price  points.  She 
indicated  that  the  2013  survey  will  test  100  percent  renewable  supply  at  premium 
prices  and  enable  staff  to  determine  expected  participation  in  the  program.  Ms. 
Hale  discussed  the  incorporation  of  Hetchy  Power  into  the  CleanPowerSF  Program, 
and  reviewed  Hetch  Hetchy  generation  and  sen/ice  loads  in  average  and  dry  water 
years.  Brief  discussion  ensued  on  the  resource  mix  and  change  in  incremental 
costs  shown  on  varying  survey  years. 

Mr.  Rydstrom  provided  information  on  the  CleanPowerSF  generation  costs  and 
monthly  premiums,  and  showed  30MW program  cost,  with  PG&E  Green  Tariff 
Comparison. 

Discussion  ensued  on  the  options.  President  Torres  inquired  about  the  Marin 
program.  Ms.  Hale  stated  that  Marin  customers  are  opted  into  the  "light  green" 
program,  but  they  can  elect  to  move  to  the  "dark  green"  program.  She  noted  overall, 
Marin  has  a  20  percent  opt-out  rate.  Ms.  Hale  stated  staff  is  seeking  the 
Commission's  guidance  on  showing  the  different  premium  ranges  on  the  customer 
survey  in  order  to  determine  the  likely  opt-out  rate  of  the  different  pricing  scenarios, 
which  will  enable  staff  to  return  with  recommendations  on  program  size  and  rates. 


February  12,  2013 
SFPUC  Minutes 


Page  7 


Commissioner  Moran  provided  his  ttioughts  ttie  program  costs  and  differences 
(light  green  or  darii  green)  and  the  PG&E  product.  He  noted  that  the  survey  needs 
to  gauge  customers'  thoughts  on  the  options.  Discussion  ensued  on  the  varying 
pricing  options  and  number  of  customers  needed  to  enroll  to  proceed  in  a  20MW  to 
30  MW  Program.  Commissioners  Courtney  and  Vietor  suggested  the  survey 
incorporate  customer  interest  in  the  local  build-out  and  the  jobs  component. 
General  Manager  Kelly,  Jr.,  stated  that  the  polling  information  will  be  provided  to 
the  Rate  Fairness  Board  for  their  consideration  and  their  recommendations  will  be 
brought  before  the  Commission. 

Public  Comments 

•  Mr.  Jason  Fried,  LAFCo  staff,  stated  that  LAFCo  wants  the  Program  to  move 
fon/vard  quickly.  He  provided  thoughts  on  the  price  points  and  the  survey. 

In  response  to  a  follow-up  question  by  President  Torres,  Ms.  Hale  indicated  that 
in  addition  to  phone  surveys,  staff  will  convene  focus  groups. 

•  Mr.  Eric  Brooks,  San  Francisco  Green  Party  and  grass  roots  organization, 
"Our  City"  provided  his  thoughts  on  the  Marin  Program  and  price  parody  with 
PG&E,  and  he  provided  comments  on  the  "light  green"  and  "dark  green" 
options.  He  expressed  his  thoughts  on  the  interaction  between  SFPUC  and 
LPI  staff. 

•  Mr.  Arthur  Feinstein,  Sierra  Club,  noted  that  they  want  the  process  to  work 
and  work  quickly. 

•  Ms.  Jess  Dervin-Ackerman,  Sierra  Club,  likes  connecting  jobs  with  the  value 
of  the  build-out.  She  provided  her  thoughts  on  the  "light  green"  and  "dark 
green"  options. 

Commissioner  Vietor  expressed  thoughts  on  use  of  the  verbiage  "light  green" 
and  "dark  green"  and  requested  that  different  wording  be  used  to  avoid 
confusion.  She  requested  that  information  on  Local  Power  mix  and  pricing  be 
included  in  future  presentations. 

Discussion  ensued  on  pricing  and  communication  between  LPI  and  SFPUC  staff. 
General  Manager  Kelly,  Jr.  stated  that  there  will  be  a  comparison  question  on  the 
survey  asking  potential  customers  if  they  will  be  willing  to  pay  for  local  build-out. 
Commissioner  Courtney  requested  information  on  the  build-out. 

•  Mr.  David  Pilpel  would  like  to  see  the  "assumptions"  expanded  and  expressed 
thoughts  on  the  re-negotiation  of  the  PG&E  interconnection  agreement  and 
support  for  the  Shell  approach. 
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12.  Public  comments  on  matters  to  be  discussed  in  Closed  Session. 

•  Mr.  David  Pilpel  expressed  his  support  for  the  appointment  of  l\/lr.  Cruz  to  the 
position  of  Assistant  General  Manager,  Infrastructure. 

•  Mr.  James  Bryant  expressed  his  support  for  the  appointment  of  Mr  Cruz  to 
the  position  of  Assistant  General  Manager,  Infrastructure 

13.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

On  Motion  TO  ASSERT 

AYES:  Torres,  Courtney,  Vietor and Moran 

14.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(c)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (2). 

Anticipated  Litigation  -  As  Plaintiff 

15.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(a)  and  San  Francisco  Administrative  Code  Section  67.10  (d). 

Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.  A1 27554;  Filed  January  29,  2010 

16.  Pursuant  to  Government  Code  Section  54957  and  San  Francisco  Administrative 
Code  Section  67.10(b),  to  consider  public  employee  appointment/hiring  for  the 
position  of  Assistant  General  Manager  for  Infrastructure  of  the  San  Francisco  Public 
Utilities  Commission;  and  Pursuant  to  Government  Code  Section  54954.5(f)  and 
Administrative  Code  Section  67.8(a)(5). 

17.  Announcement  following  closed  session. 

President  Torres  stated  that  no  action  was  taken  on  items  14  or  15. 

18.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

On  Motion  NOT  TO  DISCLOSE 

AYES:  Torres,  Courtney,  Vietor  and  Moran 

19.  Discussion  and  possible  action  to  approve  the  terms  of  an  employment  contract, 
pursuant  to  San  Francisco  Charter  Section  8B.1 26(a),  between  the  San  Francisco 
Public  Utilities  Commission  and  Mr.  Emilio  Cruz,  for  the  position  of  Assistant  General 
Manager  for  Infrastructure  of  the  San  Francisco  Public  Utilities  Commission  and 
authorize  the  General  Manager  to  execute  the  contract.  (Resolution  13-0030) 
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Ms.  Ambrose  noted  that  revised  contracts  were  available  for  public  review.  Mr.  Cruz 
thanked  the  Commission  for  the  appointment  and  stated  he  looks  fonA/ard  to  his  new 
role. 

On  Motion  to  approve  Item  19: 

AYES:  Torres,  Courtney,  Viator  and  Moran 

20.  Other  new  business. 
None. 

President  Torres  adjourned  the  meeting  at  5:05  PIVI. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0023 


WHEREAS,  This  Commission  supports  water  conservation;  and 

WHEREAS,  This  Commission  supports  leveraging  local  resources  by  applying  for 
external  funding;  and 

WHEREAS,  The  United  States  Bureau  of  Reclamation  (USER)  recently  announced  the 
availability  of  $21,5  million  in  Federal  funds  through  the  WaterSMART  Water  and  Energy 
Efficiency  Grant  Program  for  grants  to  implement  water  use  and  energy  efficiency  projects;  and 

WHEREAS,  The  SFPUC  intends  to  apply  for  grant  funding  through  the  USER 
WaterSMART  Water  and  Energy  Efficiency  Grant  Program  for  $300,000  to  use  for  a  High- 
Efficiency  Municipal  Retrofit  Project  that  has  an  estimated  total  cost  of  approximately  $685,000; 
and 

WHEREAS,  USER  can  fund  up  to  50%  of  approved  projects;  and 
WHEREAS,  A  local  match  of  at  least  50%  is  required;  and 

WHEREAS,  This  Commission  supports  die  submittal  of  the  High-Efficiency  Municipal 
Fixture  Retrofit  Project  application  to  the  USER  WaterSMART  Grant  Program;  and 

WHEREAS,  If  selected  for  a  WaterSMART  grant,  the  SFPUC  will  work  with  the  USER 
to  meet  established  deadlines;  and 

WHEREAS,  The  SFPUC  will  provide  approximately  $105,000  for  fixture  rebates  from 
FY12-13  and  FY  13-14  Water  Enterprise  Operating  Budget  funds;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  (SFPUC)  to  apply  to  die  USER  WaterSMART  Grant 
Program  for  funding  up  to  $300,000  to  replace  inefficient  plumbing  fixtures  in  municipal 
facilities,  to  be  replaced  by  City  Department  of  Public  Works  plumbers,  to  be  matched  by 
SFPUC  fundiag  of  approximately  $105,000  for  fixture  rebates  with  the  remaining  project  costs 
and  match  to  be  provided  by  the  San  Francisco  Fire  Department  and  Department  of  Real  Estate; 
and  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  of  the 
SFPUC  to  accept  and  expend  those  grant  funds,  if  awarded;  to  seek  Board  of  Supervisors 
approval  to  accept  and  expend  those  funds;  and,  to  execute  such  additional  documents  or  take 
such  additional  actions  as  may  be  necessary  to  implement  the  Grant  Agreement,  including,  if 
appropriate,  indemnifying  the  United  States  Bureau  of  Reclamation  for  liability  associated  widi 
die  projects,  to  the  extent  approved  by  the  City's  Risk  Manager  and  the  City  Attorney. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  February  12,  2013. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  13-0024 


WHEREAS,  Water  Enterprise,  Capital  Improvement  Program  (ClP)-funded  Contract  No. 
WD-2649,  Geary  Road  Bridge  was  advertised  on  November  5,  2012;  and 

WHEREAS,  The  baseline  budget  amount  is  $4,100,000  and  the  Engineer's  Estimate  is 
$3,700,000  for  this  construction  contract  work  to  demolish  and  remove  the  existing  bridge; 
constnict  a  new  bridge  with  abutments  and  piers,  install  new  and  refurbished  access  roads; 
replace  culverts;  upgrade  stormwater  drainage  facilities,  perform  site  restoration  and  landscaping 
work  and  maintain  a  2.5  year  plant  establishment  period;  and 

WHEREAS,  The  contract  duration  is  1252  consecutive  calendar  days;  and 

WHEREAS,  Seven  (7)  bids  were  received  and  opened  publicly  on  December  13,  2012; 

and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  Gordon  N.  Ball,  Inc.  as  the 
lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  CMD  subcontracting  goal  of  15%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract  and  the  contractor  committed  to  utilizing  an 
LBE  participation  of  20.52%  with  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW26403,  Sunol  Bridge  Project; 

and 

WHEREAS,  A  mitigated  negative  declaration  ("MND")  was  prepared  for  this  Project; 

and 

WHEREAS,  The  Final  MND  (FMND)  was  finalized  by  the  Planning  Department  on 
September  10,  2012;  and 

WHEREAS,  On  September  25,  2012,  the  San  Francisco  Public  Utilities  Commission 
(SFPUC),  by  Resolution  No.  12-0176,  approved  the  Project  and  adopted  CEQA  findings  and  a 
Mitigation  Monitoring  and  Reporting  Program  (MMRP)  required  by  the  California 
Environmental  Quality  Act  (CEQA);  and 

WHEREAS,  The  Project  files,  including  the  FMND  and  SFPUC  Resolution  No.  12-0176 


have  been  made  available  for  review  by  the  SFPUC  and  the  public,  and  those  files  are  part  of  the 
record  before  this  Commission;  and 


WHEREAS,  The  Commission  has  reviewed  and  considered  the  information  contained  in 
the  FMND  the  findings  contained  in  SFPUC  Resolution  No.  12-0176  and  all  written  and  oral 
information  provided  by  the  Planning  Department,  the  public,  relevant  public  agencies,  SFPUC 
and  other  experts  and  the  administrative  files  for  the  Project;  now,  therefore,  be  it 

RESOLVED,  The  Commission  has  reviewed  and  considered  the  FMND  and  record  as  a 
whole,  finds  that  the  FMND  is  adequate  for  its  use  by  the  decision-making  body  for  the  action 
taken  herein  to  award  contract  WD-2649,  Geary  Road  Bridge  and  the  CEQA  findings  contained 
in  Resolution  No.  12-0176  are  hereby  incorporated  by  reference  as  though  set  forth  in  this 
Resolution;  and  be  it 

FURTHER  RESOLVED,  The  Commission  further  finds  that  since  the  FMND  was 
finalized,  there  have  been  no  substantial  project  changes  and  no  substantial  changes  in  project 
circumstances  that  would  require  major  revisions  to  the  FMND  due  to  the  involvement  of  new 
significant  environmental  effects  or  an  increase  in  the  severity  of  previously  identified  significant 
impacts,  and  there  is  no  new  information  of  substantial  importance  that  would  change  the 
conclusions  set  forth  in  the  FMND;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  plans  and 
specifications  and  awards  Water  Enterprise,  Capital  Improvement  Program  (ClP)-funded 
Contract  No.  WD-2649,  Geary  Road  Bridge  Project,  in  the  amount  of  $3,387,720,  to  the  lowest, 
qualified,  responsible  and  responsive  bidder,  Gordon  N.  Ball,  Inc. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  February  12,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0025 


WHEREAS,  The  Seismic  Upgrade  of  BDPL  3&4  at  the  Hayward  Fault  project  includes 
an  innovative  fault-crossing  system  consisting  of  two  ball  joints  and  a  slip  joint  within  an 
articulated  concrete  vault.  The  slip  joint  is  an  essential  component  in  this  system  with  stringent 
design  and  testing  criteria;  and 

WHEREAS,  The  slip  joint  must  be  custom-designed  and  fabricated  to  meet  the  technical 
specifications  and  must  undergo  vigorous  laboratory  testing  to  verify  its  behavior  in  a  major 
earthquake;  and 

WHEREAS,  It  is  necessary  to  procure  the  services  of  qualified  mechanical  product 
design,  fabrication  and  testing  fum  with  extensive  experience  in  the  area  of  joints  and  couplings 
for  water,  oil  or  gas  pipelines,  and  extensive  experience  in  product  performance  testing, 
specifically  in  the  area  of  pipeline  appurtenances  to  design,  fabricate  and  test  a  slip  joint;  and 

WHEREAS,  The  estimated  cost  of  services  is  not  to  exceed  $3,000,000;  and 

WHEREAS,  Services  are  anticipated  to  begin  in  February  2013  and  end  in  June  2014  and 
the  duration  of  this  agreement  is  486  consecutive  calendar  days;  and 

WHEREAS,  the  Purchaser  approved  a  sole  source  waiver  request  for  this  agreement;  and 

WHEREAS,  The  Local  Business  Enterprise  subcontracting  goals  and  the  Equal  Benefits 
requirements  have  been  waived  for  this  agreement  pursuant  to  Chapters  14B  and  12B  of  the  City 
and  County  of  San  Francisco  Administrative  Code,  respectively;  and 

WHEREAS,  The  requirements  for  compliance  with  the  Equal  Benefits  Provisions  of 
Chapter  12B  of  the  City's  Administrative  Code  have  been  waived;  and 

WHEREAS,  Funds  for  this  agreement  will  be  available  at  the  time  of  award  of  the 
agreement  from  CUW35302  -  Seismic  Upgrade  of  BDPL  3&4  at  the  Hayward  Fault,  $3,000,000; 
now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  selection  of  Mohr  Engineering 
Division,  a  division  of  Stress  Engineering  Services,  Inc.  for  Water  Enterprise  Water  System 
Improvement  Program-funded  Agreement  No.  CS-307,  Agreement  for  Manufacture  and  Testing 
of  a  Slip  Joint  System  for  the  Seismic  Upgrade  of  BDPL  3&4  at  the  Hayward  Fault  Project,  to 
provide  design,  manufacture  and  testing  services;  and  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  negotiate  and  execute  a  combined  professional  services 
and  commodities  agreement  with  Mohr  Engineering  Division,  a  division  of  Stress  Engineering 
Services,  Inc.  for  an  amount  not-to-exceed  $3,000,000,  and  with  a  duration  of  486  consecutive 
calendar  days,  subject  to  final  approval  and  award  by  the  Purchaser. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  February  12,  2013. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0026 


WHEREAS,  On  June  14,  2011,  per  Resolution  No.  11-0094,  this  Commission  approved 
the  award  of  Water  Enterprise,  Water  System  Improvement  Program  (WSIP)  -  funded  Contract 
No.  HH-935C  -  San  Joaquin  Pipeline  (SJPL)  System-  Eastern  Segment  and  Other  Facilities,  to 
Contri  Construction;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  (NTP)  was  issued  on  August 
31, 2011;  and 

WHEREAS,  The  original  contract  amount  was  for  $45,329,416  and  the  original  contract 
duration  was  590  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(H)(2)  of  the  Administrative  Code  requires  that  any  cumulative 
extensions  of  time  in  excess  of  10%  of  the  original  contract  duration  be  approved  by  the 
Commission;  and 

WHEREAS,  The  project  has  encountered  conditions  in  the  field  that  were  not  anticipated 
during  planning  and  design  of  the  project  such  as  modifications  required  to  meet  performance 
criteria  for  the  Oakdale  Portal  structure,  differing  site  conditions,  and  unanticipated  bird 
migrations;  and 

WHEREAS,  A  time  extension  of  109  consecutive  calendar  days  is  requested  to  be  added 
to  the  existing  contract  duration  contingency,  subject  to  the  General  Manager's  subsequent 
authorization  of  modifications,  if  appropriate;  and 

WHEREAS,  Human  Rights  Commission  (HRC)  subcontracting  goal  of  8%  Local 
Business  Enterprise  (LBE)  participation  was  originally  established  for  this  construction  contract; 
and 

WHEREAS,  A  12.6%  LBE  participation,  as  submitted  at  the  time  of  bid,  has  been 
committed  by  the  Contractor;  and 

WHEREAS,  Funding  is  currently  available  in  Project  CUW37301  -  San  Joaquin  Pipeline 
System  Project;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  a  potential  increase  in  the  contract 
duration  contingency  of  up  to  109  consecutive  calendar  days  for  the  Water  Enterprise,  WSIP 
funded  Construction  Contract  HH-935C  -  San  Joaquin  Pipeline  System  -  Eastern  Segment  and 
Other  Facilities,  subject  to  the  General  Manager's  subsequent  authorization  of  contract 
modification,  if  appropriate,  for  a  potential  extension  in  the  contract  total  duration  of  up  to  168 
consecutive  calendar  days;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  die  General  Manager 
to  consider,  and  if  appropriate,  to  approve  any  future  modifications  to  the  contract  duration  for 
up  to  a  total  of  758  consecutive  calendar  days. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  February  12,  2013. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


13-0027 


WHEREAS,  The  General  Manager  of  the  San  Francisco  Public  Utilities  Commission 
(SFPUC)  and  staff  presented  the  proposed  10- Year  Financial  Plan  for  the  period  FY  2013-14 
through  FY  2022-23  to  the  Commission  at  a  duly  noticed  public  hearing  held  on  February  12  of 
2013  for  the  Water  Enterprise,  Wastewater  Enterprise  and  Hetch  Hetchy  Water  and  Power 
including  the  Power  Enterprise;  and 

WHEREAS,  It  is  recommended  that  governmental  entities  maintain  a  multi-year 
financial  plan  to  forecast  future  fiscal  operations  and  revenue  requirements  for  their  customers 
and  stakeholders;  and 

WHEREAS,  It  is  further  recommended  that  future  year  revenue  requirement  impacts  be 
considered  when  making  budgetary  decisions;  and 

WHEREAS,  The  10- Year  Financial  Plan  is  mandated  by  City  Charter  Section  8B.123 
and  is  updated  annually  as  a  part  of  the  budget  process;  and 

WHEREAS,  The  10- Year  Financial  Plan  will  also  be  used  to  meet  the  City  requirement 
for  a  5-Year  Financial  Plan;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  to  update  the 
10- Year  Financial  Plan  to  incorporate  by  fiscal  year,  the  FY  2013-14,  the  FY  2014-15,  and 
subsequent  impacts  of  the  $150  million,  30-year  total  ratepayers  savings  which  resulted  from  the 
successful  sewer  bond  results  achieved  at  today's  8  AM  sale,  as  well  as  hereby  authorizes  the 
General  Manger  to  make  technical  adjustments  to  conform  with  the  final  sizing  and  timing  of  the 
recent  successful  BAWSCA  water  bond  sale,  which  closes  in  late  February,  and  hereby  adopts, 
as  duly  amended  for  the  aforementioned,  the  attached  SFPUC  10- Year  Financial  Plan  for  FY 
2013-14  through  FY  2022-23. 

/  hereby  certify  that  the  foregoing  was  adopted  by  the  Public  Utilities  Commission  at  its 
meetingof  February  12,  2013.  ^ 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0028 


WHEREAS,  San  Francisco  Charter  Section  8B.123  requires  the  Commission  to  annually  review, 
update  and  adopt  a  Ten- Year  Capital  Plan; 

WHEREAS,  The  SFPUC  proposed  Capital  Improvement  Program  Budget  must  be 
submitted  to,  and  approved  by,  Mayor  Edwin  M.  Lee  and  the  Board  of  Supervisors;  and 

WHEREAS,  At  a  duly  noticed  public  hearing  held  on  February  12  of  2013,  the  SFPUC 
General  Manager  recommended  that  the  SFPUC  seek  a  supplemental  appropriation  to  adjust  the 
adopted  FY  2013-14  capital  budget  for  the  Water  Enterprise,  Wastewater  Enterprise  and  H  e  t  c  h 
Hetchy  Water  &  Power,  including  the  Power  Enterprise,  to  timely  implement  public  repair 
and  improvement  projects,  including  the  preparation  and  consideration  of  environmental 
analysis  pursuant  to  the  California  Environmental  Quality  Act  (CEQA)  and  Administrative  Code 
Chapter  3 1 ,  where  required;  and 

RESOLVED,  that  this  Commission  hereby  approves  the  adjustments  to  the  FY  2013-14 
Capital  Improvement  Program  Budget  for  each  Enterprise  as  follows: 

FY  2013-14  Projects  Adopted  Adjusted  Adjusted 

Budget  Plan  Updates  Budget 

Wastewater  Enterprise  $255,569,000  (13,961,000)  $241,608,000 

Water  Enterprise  $97,749,000  (4,112,000)  $93,637,000 

.  Hetchy  Power  $23,280,000  1,741,000  $25,021,000 

Hetchy  Water  $57,491,000  (8,427,000)  $49,064,000 

Total  SFPUC  $434,089,000  (24,759,000)  $409,330,000 

Financing  Cost  $56,174,000  (13,391,579)  $42,782,421 


Total  w/ Financing  Cost     $490,263,000       (38,150,579)  $452,112,421 

and,  be  it 


FURTHER  RESOLVED,  That  the  General  Manager  of  the  San  Francisco  Public 
Utilities  Commission  (SFPUC)  is  authorized  to  make  further  technical  adjustments  including 
the  update  of  Financing  Costs  to  these  approved  amounts  as  may  be  necessary,  or  upon  further 
direction  from  the  Commission;  and,  be  it 


FURTHER  RESOLVED,  the  FY  2013-14  to  FY  2022-23  Ten- Year  Capital  Plan  is  hereby 
adopted: 


10- Year  Capital  Plan  FYE  2014-2023 

Wastewater  Enterprise  •  $5,339,383,000 

Water  Enterprise  $  1 ,472,562,000 

Hetch  Hetchy  Water  &  Power  $728,097,000 


Total  SFPUC  $7^40,042,000 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  February  12,  2013.  ^ 

0(l(rnni^  \dUcrpL 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0029 


WHEREAS,  The  General  Manager  of  the  San  Francisco  Public  Utilities 
Commission  (SFPUC)  proposes  budgetary  adjustments  to  the  adopted  FY  2013- 14  Operating 
and  Programmatic  Project  Budgets,  the  Wastewater  Enterprise,  and  Hetch  Hetchy  Water 
and  Power,  including  the  Power  Enterprise  as  well  as  the  SFPUC  Bureaus;  and 

WHEREAS,  The  SFPUC  proposed  Operating  and  Programmatic  Project  Budgets 
must  be  submitted  to,  and  approved  by.  Mayor  Edwin  M.  Lee  and  the  Board  of  Supervisors; 
now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  budget  adjustments  to  the 
Adopted  FY  2013-14  Operating  and  Programmatic  budgets  of  up  to  the  amounts  summarized  in 
Attachment  A;  and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General 
Manager  to  submit  the  Operating  Budgets  and  Programmatic  Project  Budget  adjustments  to 
the  Mayor  and  Controller;  and  be  it 

FURTHER  RESOLVED,  That  the  General  Manager  is  authorized  to  make 
further  technical  adjustments  to  these  approved  amounts  as  may  be  necessary  or  upon 
further  direction  from  the  Commission;  and  be  it 

FURTHER  RESOLVED,  That  the  General  Manager  is  authorized  to  adjust  salaries  in 
accordance  with  amendments  to  the  Annual  Salary  Ordinance  and  mandatory  fringe  benefits  in 
accordance  with  the  Controller's  instructions  as  well  as  position  substitutions  as  long  as  the  net 
effect  does  not  increase  the  number  of  authorized  positions;  and  be  it 

FURTHER  RESOLVED,  That  the  budget  estimates  shaU  be  filed  with  the 
Controller  m  accordance  with  the  provisions  of  the  San  Francisco  Charter  Article  DC  and 
Administrative  Code  Chapter  3.  Copies  of  the  approved  budget  are  on  file  in  the  office  of 
the  Commission  Secretary. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  February  12,  2013. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


13-0030 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  has  the  "exclusive 
charge  of  the  construction,  management,  supervision,  maintenance,  extension,  expansion, 
operation,  use  and  control  of  all  water,  cleanwater  and  energy  supplies  and  utilities  of  the  City  as 
well  as  the  real,  personal  and  financial  assets,  that  are  under  the  jurisdiction  or  assigned  to  the 
Commission",  pursuant  to  the  San  Francisco  Charter;  and 

WHEREAS,  The  General  Manager  is  the  department  head  of  the  SFPUC,  with 
responsibility  for  the  administration  and  management  of  the  operations,  personnel  and  assets 
under  the  jurisdiction  of  the  SFPUC;  and 

WHEREAS,  Charter  Section  8B.  126(b)  authorizes  the  General  Manager  of  the  SFPUC  to 
negotiate  an  individual  contract  with  the  employee  appointed  to  perform  the  duties  of  general 
infrastructure  management  and  oversight  of  the  Capital  Improvement  Program,  subject  to 
approval  by  the  Commission  and  notwithstanding  Charter  Section  A8.409  et  seq.  For  purposes  of 
approving  this  individual  employment  contract  the  Public  Utilities  Commission  may  exercise  all 
powers  of  the  City  and  County,  the  Board  of  Supervisors,  the  Mayor,  and  the  Director  of  Human 
Resources  under  Article  XI  of  this  charter;  and 

WHEREAS,  The  General  Manager  of  the  SFPUC  has  negotiated  a  new  employment 
contract  with  Emilio  Cruz  to  perform  the  duties  of  general  infrastructure  management  and 
oversight  of  the  Capital  Improvement  Program,  including  the  Water  System  Improvement 
Program  and  Uie  Sewer  System  Improvement  Program,  and  other  capital  programs  and  projects, 
as  authorized  under  Charter  Section  83.126  (b),  for  a  five  year  term,  effective  February  18,  2013, 
pursuant  to  the  terms  of  the  proposed  contract  on  file  with  the  Commission  Secretary;  now', 
therefore,  be  it 

RESOLVED,  This  Commission  authorizes  the  General  Manager  of  the  SFPUC  to 
execute  an  employment  contract  with  Emilio  Cruz  to  perform  die  duties  of  general  infirastructure 
management  and  oversight  of  the  SFPUC  Capital  hnprovement  Program  as  Assistant  General 
Manager  for  Infrastructure,  effective  February  18,2013  and  expiring  five  years  thereafter,  subject 
to  the  terms  and  conditions  in  substantially  the  form  of  the  contract  on  file  with  the  Commission 
Secretary,  and  approved  as  to  form  by  the  City  Attorney,  on  behalf  of  the  City  and  County  of  San 
Francisco,  acting  by  and  through  the  SFPUC. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  February  12,  2013. 


Secretary,  Public  Utilities  Commission 


San  Francisco 
Water  Power  Sewer 


Services  of  the  San  Francisco  Public  Utilities  Commission 


SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 

AGENDA 
Tuesday,  February  26,  2013 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


Commissioners 

Art  Torres,  President 
Vince  Courtney,  Vice  President 
Ann  Moiler  Caen 

Anson  Moran 
Francesca  Victor 


Harlan  L.  Kelly,  Jr. 

General  Manager 

Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  www.sfwater.orq 
Gavel-to-Gavel  coverage  available  at: 
http://sanfrancisco.qranicus.comA/iewPublisher.  php?vlew  icl=22 


Disability  Access 


The  Public  Utilities  Commission  meeting  will  be  held  in  Room  400,  at  One  1  Dr.  Carlton  B.  Goodlett 
Place,  (400  Van  Ness  Avenue),  San  Francisco,  CA.  The  closest  accessible  BART  Station  is  the 
Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  Lines  serving  this 
location  are:  Muni  Metro  lines  J  Church,  K  Ingleside,  L  Taraval,  M  Oceanview,  N  Judah  and  T  Third 
at  Van  Ness  and  Civic  Center  Stations;  F  Market  Line;  and  bus  routes  19  Polk,  47  Van  Ness,  49 
Mission  Van  Ness,  5  Fulton,  6  Parnassus,  21  Hays,  9  San  Bruno,  9L  San  Bruno  Limited,  71  Haight 
Noriega  and  71 L  Noriega  Limited.  For  more  information  about  MUNI  accessible  services  call  (415) 
701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been 
designated  on  the  Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility- 
impaired  persons.  There  is  accessible  parking  available  within  the  Civic  Center  Underground 
Parking  Garage  at  the  corner  of  McAllister  and  Polk  Streets,  and  within  the  Performing  Arts  Parking 
Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain 
meeting  materials  in  alternative  format,  please  contact  Donna  Hood  at  (415)  554-3165,  or  by 
emailing  dhood(a)sfwater.org.  Providing  at  least  72  hours  notice  will  help  to  ensure  availability. 

To  assist  the  City's  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses, 
multiple  chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that 
other  attendees  may  be  sensitive  to  various  chemical  based  products.  Please  help  the  City 
accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance 
(Chapter  67  of  the  San  Francisco  Administrative  Code) 

Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public. 
Commissions,  boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the 
people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the  people  and 
that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under  the 
Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  the  Sunshine  Ordinance  Task 
Force,  City  Hall,  Room  409,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102-4683  at 
Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554-7854;  E-mail:  sotf@sfqov.orq.  Copies  of  the 
Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San  Francisco 
Public  Library  and  on  the  City's  website  at  www.sfgov.org. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are 
prohibited  at  this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the  meeting 
room  of  any  person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar 
sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements 

Individuals  and  entities  that  influence  or  attempt  to  influence  local  legislative  or  administrative  action 
may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF  Campaign  &  Governmental  Conduct 
Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information  about  the  Lobbyist 
Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue,  Suite 
220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-31 12;  web  site  at 
www.sfqov.org/ethics. 


ORDER  OF  BUSINESS: 


1 .  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  Minutes  of  February  12,  2013. 

4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within  the 
Commission's  jurisdiction  and  are  not  on  today's  agenda. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Real  Estate  Update 

d)  Power  Enterprise  Energy  Efficiency  Targets  and  Energy  Efficiency  Report 

e)  Status  of  WSIP  Construction  Change  Orders  02  FY12-13 

f)  Wastewater  Enterprise  Capital  Improvement  Program  Quarterly  Report 

g)  Hetch  Hetchy  Water  and  Power  Capital  Improvement  Program  Quarterly  Report 

6.  Other  Commission  Business 

7.  Report  of  the  General  Manager 

a)  SSIP  Update  (Kubick) 

b)  CleanPowerSF  Update  (Hale) 

8.  BAWSCA  Update  (Jensen) 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney 
where  applicable. 

Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
525  Golden  Gate  Avenue,  13^"  Floor,  San  Francisco,  CA  94102,  Telephone:  (415)  554- 
3165,  Fax:  (415)  554-3424. 

CONSENT  CALENDAR 

9  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by 
a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these  items 
unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which  event  the 
matter  will  be  removed  from  the  Calendar  and  considered  as  a  separate  item. 

a)  Accept  work  performed  by  J.  Flores  Construction  for  Contract  WW-418,  Various 
o        Locations  Sewer  Replacement  No.  2,  for  a  total  contract  amount  of 


$2,471 ,809,  and  with  a  total  contract  duration  of  262  consecutive  calendar 
days;  and  authorize  final  payment  to  the  contractor.  (Moala) 


b)  Approve  Modification  No.  2  to  Contract  WW-482,  Various  Locations  Sewer 

1  Qnn  'J  ■>  ^'^^"''^S  Contract  No.  1,  with  ProVen  Management  Inc.,  to  complete  the  sewer 
I J  U  U  J  4  cleaning  work  on  Treat  Avenue  from  1 7th  Street  to  1 8th  Street,  increasing  the 
contract  by  $230,000,  for  a  total  contract  amount  of  $2,820,000.  (Moala) 

c)  Approve  Modification  No.  1  Contract  WW-502,  Laurel  Heights/Haight  Districts 
Sewer  Replacement  and  Pavement  Renovation,  with  Harty  Pipelines,  for  a  time 
extension  of  64  consecutive  calendar  days,  to  allow  for  additional  days  due  to 

130033        City's  Holiday  construction  moratorium,  and  to  complete  additional  work  due 
to  unforeseen  conditions  encountered  during  the  sewer  replacement  work, 
increasing  the  contract  duration  to  290  consecutive  calendar  days,  with  no 
change  to  the  contract  amount.  (Moala) 

d)  Approve  the  plans  and  specifications,  and  award  Contract  WW-558,  As- 
1^     Needed  Sewer  Cleaning,  for  a  total  contract  amount  not-to-exceed 

p,Efr»c>'J        $1,981,075,  to  the  lowest,  qualified,  responsible  and  responsive  bidder.  Verba 
IVtJvV^         Buena  Construction,  to  clean  existing  box  sewers,  on  an  as-needed  basis,  at 
CJ^^       locations  to  be  determined  within  the  City  of  San  Francisco.  (Moala) 

e)  Accept  work  performed  by  J.  Flores  Construction  Company,  Inc.,  for  Contract 
WD-2415,  8-inch  DIP  Main  Installation  on  Mason  Street  between  Geary  Street  to 
Sutter  Street;  Powell  Street  between  Jackson  Street  and  Vallejo  Street;  Taylor 
Street  between  Clay  Street  and  Vallejo  Street;  Auburn  Street  between  Jackson 

130034     S*""®®*       Pacific  Avenue;  Approve  Modification  No.  3  (Final),  decreasing  the 
contract  by  $83,984  to  reconcile  the  final  contract  amount  to  reflect  the  actual 
quantity  of  work  performed,  for  a  total  contract  amount  of  $1 ,361 ,934;  and 
authorize  final  payment  to  the  contractor.  (Ritchie) 

f)  Approve  Amendment  No.  1  Agreement  CS-893,  Systems  Engineering 
Services  for  the  Water  System  Improvement  Project,  with  CH2M  Hill  to  provide 
continued  systems  engineering  services;  and  authorize  the  General  Manager  to 

130^35      execute  this  amendment  extending  the  agreement  duration  by  one  year,  for  a 
total  agreement  duration  of  six  years,  with  no  increase  to  contract  value. 

(Bajwa) 

g)  Approve  and  authorize  the  General  Manager  to  execute  Amendment  No.  5  to 
extend  the  term  and  add  an  additional  task  to  the  Memorandum  of 

130036     Understanding  (MOU)  between  the  SFPUC  and  the  North  San  Mateo  County 
Sanitation  District  for  the  provision  of  consulting  services  for  the  planning  and 
development  of  the  Harding  Park  Recycled  Water  Project  No.  CUW  30204.  The 
term  of  this  MOU  is  set  to  expire  on  April  1 1 ,  2013.  The  proposed  amendment 
will  extend  the  term  of  the  agreement  to  October  20,  2013  to  allow  the 
consultant,  Carollo  Engineers,  to  undertake  an  additional  task  required  by  WSIP 
asset  management  procedures.  No  additional  funds  are  needed.  (Ritchie) 


REGULAR  BUSINESS 


i  10.  Authorize  the  General  Manager  to  enter  into  a  Small  Generator  Interconnection 

Agreement  (SGIA)  with  Pacific  Gas  and  Electric  Company  (PG&E)  to  connect 
V         r«    the  University  Mound  Renewable  Hydroelectric  Project  to  the  PG&E  electric  grid. 
'  The  SGIA  will  have  a  maximum  cost  of  $86,765,  which  includes  $49,500  for 

^    network  upgrades,  and  $37,265  for  a  one-time  charge  to  cover  PG&E's  long  term 
ro    cost  of  ownership  of  said  upgrades.  The  SGIA  has  a  duration  of  10  years  subject  to 
automatic  renewal  every  year  thereafter.  (Hale) 

1 1 .  Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 

12.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

CLOSED  SESSION 

The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

1 3.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9(c)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (2). 

(Ambrose) 

Anticipated  Litigation  -  As  Plaintiff 

14.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9(a)  and  San  Francisco  Administrative  Code  Section  67.10  (d).  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.  A1 27554;  Filed  January  29,  2010 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

15.  Announcement  following  closed  session. 

16.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session, 
k            17.  Other  new  business. 


ADJOURNMENT 


San  Francisco  Public  Utilities  Commission 
525  Golden  Gate  Avenue 
13™  Floor 

San  Francisco,  CA  94102 


San  Francisco 
Water  Power  Sewer 

Services  of  the  San  Francisco  Public  Utilities  Commission 

San  Francisco  Public  Utilities  Commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 


MINUTES 
Tuesday,  February  26,  2013 

(As  approved  March  12,  2013) 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


Commissioners 

Art  Torres,  President 
Vince  Courtney,  Vice  President 
Ann  Moller  Caen 

Anson  Moran 
Francesca  Vietor 
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1.  Call  to  Order 

President  Torres  called  the  meeting  to  order  at  1:24  PM. 

2.  Roll  Call 

Present:  Torres,  Courtney,  Caen  and  Moran 
Excused:  Vietor 

3.  Approval  of  Minutes  of  February  1 2.  201 3. 

On  Motion  to  approve  the  Minutes  of  February  12,  2013 
Ayes:  Torres,  Courtney,  Caen  and  Moran 

A.  General  Public  Comments 

•  Mr  Francisco  DaCosta  expressed  his  thoughts  on  the  impact  to  the  Bayview  with 
the  Sewer  System  Improvement  Project  and  encouraged  the  Commission  to 
engage  with  the  Community. 

•  Mr  David  Pilpel  thanked  the  Citizens'  Advisory  Committee  Water  Subcommittee 
for  their  work. 

5.  Communications 

Commissioner  Caen  expressed  her  frustration  with  the  Real  Estate  Update  and  her 
desire  for  a  comprehensive  report.  General  Manager  Kelly,  Jr.,  indicated  that  a 
workshop  on  SFPUC  real  estate  would  be  scheduled. 

Public  Comments 
None. 

6.  Other  Commission  Business 
None. 

7.  Report  of  the  General  Manager 

a)  Sewer  System  Improvement  Program  (SSIP)  Update 

Mr  Emilio  Cruz,  Assistant  General  Manager,  Infrastructure,  provided  a  brief 
introduction  and  turned  the  presentation  over  to  Ms.  Karen  Kubick,  SSIP 
Program  Director  who  stated  the  presentation  would  review  the  SSIP  validation 
and  Implementation  Plan.  She  provided  a  recap  of  the  SSIP  validation  budget 
summary  for  the  three  phases,  noting  that  the  Project  is  currently  in  the  first 
phase,  which  includes  planning  through  construction  and  planning  through 
preliminary  design,  for  a  total  budget  of  $2, 71 2M. 

In  response  to  a  comment  from  President  Torres  regarding  the  condition  of  the 
digesters,  Ms.  Kubick  indicated  that  the  situation  is  dire.  She  discussed  the 
condition  of  the  digesters  and  immediate  repairs  that  need  to  be  made. 
Discussion  ensued  on  the  digesters  and  reasons  for  delay.  General  Manager 
Kelly,  Jr,  stated  he  would  provide  a  chronological  timeline  of  the  digester  project. 
President  Torres  requested  a  briefing  on  the  digester  project. 
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Commissioner  Moran  expressed  frustration  with  past  delays,  but  noted  that  the 
project  had  been  moved  up  18  months. 

Ms.  Kubicl<  provided  a  summary  of  the  Validation  Program  Schedule  which 
outlines  the  schedule  for  each  phase  of  the  Project 

Mr  Jeet  Bajwa,  Deputy  Director,  Pre-Construction,  discussed  the  Implementation 
Plan  for  Phase  I,  which  included  a  review  of  the  baseline  project  schedule  and 
resource  planning,  which  will  involve  a  City-led  integrated  team  with  consultant 
support.  Mr  Bajwa  discussed  the  contracting  approach  including  contract  types, 
goals,  and  Request  for  Proposals.  He  described  tools  for  the  efficient  delivery  of 
the  implementation  plan,  risk  management,  and  public  outreach  and 
communications  efforts. 

In  response  to  a  question  by  President  Torres  regarding  the  management  of 
stakeholder  expectations,  Ms.  Kubick  stated  that  they  are  focusing  attention  on 
outreach  and  communications.  Ms.  Kubick  outlined  proposed  activities  for  the 
next  nine  to  12  months,  including  stakeholder  outreach,  green  infrastructure, 
social  media,  and  plant  and  bicycle  tours.  Ms.  Kubick  concluded  by  discussing 
next  steps. 

President  Torres  questioned  what  conditions  the  community  can  expect  with  the 
Project  Ms.  Kubick  stated  they  will  experience  associated  construction  activities, 
such  as  truck  traffic,  equipment  staging  and  moving.  She  noted  the  project  team 
will  work  with  the  community  on  construction  issues  to  reduce  the  impact,  and 
ensure  the  health  and  safety  of  the  residents. 

Commissioner  Moran  requested  that  staff  share  the  Risk  Management  Plan  with 
the  Commission  to  ensure  that  staff  receives  adequate  support,  that  the  schedule 
is  maintained,  and  is  on-budget.  He  requested  that  decisions  with  unclear  and/or 
significant  trade-offs  between  social,  economic  and  environment  benefits  be 
brought  back  before  the  Commission  for  discussion. 

Public  Comments 

•  Mr  Francisco  DaCosta  stated  that  the  choice  to  proceed  with  the  WSIP  project 
before  the  SSIP  project  was  due  to  discrimination.  He  feels  there  is  a  lack  of 
historical  facts  being  presented  and  lack  of  credit  given  to  the  community. 

•  Mr  Eric  Brooks,  San  Francisco  Green  Party  and  Grassroots  organization,  "Our 
City",  stated  his  frustration  with  the  digester  project  He  provided  his  thoughts  on 
the  need  for  urban  composting  toilets  with  the  pilot  projects. 

President  Torres  stated  the  need  for  healthcare  monitoring  during  the  project  He 
requested  that  a  history  of  the  SSIP  be  put  on  the  SFPUC  website. 
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Ms.  Kubick  noted  that  the  Digester  Task  Force  will  be  reinstituted,  which  will 
include  stakeholders  and  community  members. 

•  On  behalf  of  the  Community,  a  female  citizen  thanked  the  Commission  for 
moving  forward  on  the  Project  and  requested  that  future  emphasis  be  put  on  job 
creation  and  community  improvement. 

•  Mr  David  Pilpel  expressed  his  thoughts  on  the  SSIP  logo,  CEQA  strategy,  real 
estate  issues  in  the  Project  area,  energy  and  environment,  and  ratepayer  value. 

•  Mr  Dion-Jay  Bookter,  Deputy  Director,  Young  Community  Developers,  noted 
that  15  young  people  from  the  Community  worked  for  10  weeks  on  the  Project  in 
various  roles  last  Summer  and  encouraged  continued  employment  opportunity 
be  offered  this  Summer 

•  Mr  Ging  Louie,  IFPTE  Local  21,  thanked  the  General  Manager  for  working 
closely  with  Local  21,  and  looks  forward  to  a  collaborative  effort  on  the  Project. 

Commissioner  Courtney  requested  a  roster  of  key  advocacy  groups,  neighborhood 
organizations  and  individuals  who  are  part  of  the  community  outreach  efforts;  detail 
of  how  interested  parties  are  notified  of  meetings  related  to  the  Project;  and  how 
labor  organizations  can  be  involved  in  outreach  efforts. 

b)  CleanPowerSF  Update 

Ms.  Barbara  Hale,  Assistant  General  Manager,  Power,  began  her  presentation 
by  reviewing  the  timeline.  She  stated  that  a  joint  meeting  between  the  SFPUC 
and  LAFCo  has  been  scheduled  for  March  25^'^. 

Mr.  Todd  Rydstrom,  CFG  and  Assistant  General  Manager,  Business  Services, 
presented  an  update  on  the  Local  Power  Incorporated  (LPI)  model  key 
assumptions,  including  the  12  model  scenarios  completed.  Mr  Rydstrom  stated 
the  LPI  business  case  and  assumptions  were  summarized  in  collaboration  with 
Samuel  Golding,  Managing  Director,  LPI.  Mr  Rydstrom  requested  Commission 
input  on  focused  next  steps.  Mr  Rydstrom  briefly  reviewed  the  key  LPI 
assumptions  and  risks,  noting  that  the  numbers  are  significant,  with 
approximately  5,400  energy  efficiency  projects  over  the  next  five  year,  and  with 
the  City  borrowing  $1B. 

In  response  to  a  question  from  President  Torres,  Mr  Rydstrom  stated  that 
meetings  with  the  advocates  have  progressed  timely,  noting  everyone  shares  the 
same  goals.  He  stated  that  the  Program  is  at  a  critical  juncture,  and  that  the 
ideas  and  scenarios  put  forth  by  LPI  require  a  lot  of  money  be  borrowed  and  a 
large  scale  roll-out,  which  would  create  a  great  deal  of  uncertainty  and  risk,  are 
key  assumptions.  He  stated  that  as  CFG,  he  cannot  protect  the  Commission 
against  the  resulting  risks  and  provided  his  thoughts  on  an  appropriate  course  for 
implementation:  stay  the  course  with  20-30  MW  Phase  I  approach;  assess 
results  of  Phase  I,  then  at  a  future  time  consider  additional  Program  capacity. 
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Commissioner  Moran  stated  lie  had  spoken  with  advocates  and  LPI  staff  and 
indicated  there  was  a  cooperative  spirit,  l-le  provided  his  personal  opinion  that  at 
the  current  level  of  understanding  he  doesn't  see  how  it  is  possible  to  responsibly 
commit  to  the  business  model,  level  of  investment,  and  complex  implementation 
plan  LPI  has  proposed,  given  the  levels  of  risk  involved. 

Public  Comments 

•  Mr  Eric  Brooks,  San  Francisco  Green  Party  and  Grassroots  organization,  "Our 
City",  discussed  his  understanding  of  the  energy  efficiency  projects  in  the  LPI 
model.  Mr  Brooks  provided  his  thoughts  on  renewable  energy  programs  and  the 
LIP  model  assumptions. 

•  Ms.  Jess  Dervin-Ackemian,  Sierra  Club,  Bay  Chapter,  echoed  the  thoughts  of 
Mr  Brooks  and  expressed  desire  for  local  build-out  and  believes  the  $1B  in 
borrowing  is  an  investment  rather  than  a  risk. 

Commissioner  Courtney  asked  Mr  Rydstrom  for  clarification  on  how  the  20 
percent  opt-out  figure  was  determined,  to  which  Mr  Rydstrom  provided  details  on 
the  calculation. 

Commissioner  Caen  questioned  who  maintains  the  property  sites  under  the  LPI 
business  case.  Mr  Rydstrom  stated  that  there  could  be  multiple  possibilities  and 
that  it  could  be  a  City  maintained  site,  a  private  contractor  maintained  site,  or 
private  property  owner  maintained  site.  However,  he  emphasized  that  as  a  City 
project,  the  City  would  have  responsibility.  He  noted  that  LPI  indicated  the  City 
would  be  required  to  have  individual  contracts  with  each  of  the  private  property 
owners  and  could  be  responsible  for  repair  and  maintenance  on  private  property 
and  structures  for  issues  such  as  leaking  roofs  containing  project  solar  panels. 

•  Mr  David  Pilpel  expresses  his  agreement  with  Mr  Rydstrom  regarding  the 
Program  risk  and  doesn't  want  the  Program  to  threaten  existing  utility  work  in 
water,  power  and  sewer 

Commissioner  Moran  stated  that  questions  which  need  to  be  answered  in  the 
next  few  months  include  what  to  do  about  the  roll-out,  how  to  determine  pricing 
for  Phase  I,  what  features  to  include,  and  what  to  do  about  the  local  build-out. 

General  Manager  Kelly,  Jr,  provided  his  thoughts  on  the  business  plan  and 
noted  that  conversations  with  the  advocates  will  continue. 

8.  BAWSCA  Update 

Mr  Art  Jensen,  BAWSCA,  stated  that  BAWSCA  will  close  on  issuance  of  bonds  on 
February  27th.  He  stated  that  it  is  his  preference  for  BAWSCA  to  present  to  the 
Commission  on  the  water  supply  planning  issues  in  May  or  June. 

9   Consent  Calendar 
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a)  Accept  work  performed  by  J.  Flores  Construction  for  Contract  WW^18,  Various 
Locations  Sewer  Replacement  No.  2,  for  a  total  contract  amount  of  $2,471 ,809, 
and  with  a  total  contract  duration  of  262  consecutive  calendar  days;  and 
authorize  final  payment.  (Resolution  13-0031) 

b)  Approve  Modification  No.  2  to  Contract  WW-482,  Various  Locations  Sewer 
Cleaning  Contract  No.  1 ,  with  ProVen  Management  Inc.,  to  complete  the  sewer 
cleaning  work  on  Treat  Avenue  from  17th  Street  to  18th  Street,  increasing  the 
contract  by  $230,000,  for  a  total  contract  amount  of  $2,820,000.  (Resolution  13- 
0032) 

c)  Approve  Modification  No.  1  Contract  WW-502,  Laurel  Heights/Haight  Districts 
Sewer  Replacement  and  Pavement  Renovation,  with  Harty  Pipelines,  for  a  time 
extension  of  64  consecutive  calendar  days,  to  allow  for  additional  days  due  to  the 
City's  Holiday  construction  moratorium,  and  to  complete  additional  work  due  to 
unforeseen  conditions  encountered  during  the  sewer  replacement  work, 
increasing  the  contract  duration  to  290  consecutive  calendar  days,  with  no 
change  to  the  contract  amount.  (Resolution  13-0033) 

d)  Item  9d  was  removed  from  the  calendar  at  the  request  of  staff. 

e)  Accept  work  performed  by  J.  Flores  Construction  Company,  Inc.,  for  Contract 
WD-2415,  8-inch  DIP  Main  Installation  on  Mason  Street  between  Geary  Street  to 
Sutter  Street;  Powell  Street  between  Jackson  Street  and  Vallejo  Street;  Taylor 
Street  between  Clay  Street  and  Vallejo  Street;  Auburn  Street  between  Jackson 
Street  and  Pacific  Avenue.  Approve  Modification  No.  3,  decreasing  the  contract 
by  $83,984  to  reconcile  the  final  contract  amount  to  reflect  the  actual  quantity  of 
work  performed,  for  a  total  contract  amount  of  $1 ,361 ,934;  and  authorize  final 
payment.  (Resolution  13-0034) 

f)  Approve  Amendment  No.  1  Agreement  CS-893,  Systems  Engineering  Services 
for  the  Water  System  Improvement  Project,  with  CH2M  Hill  to  provide  continued 
systems  engineering  services;  and  authorize  the  General  Manager  to  execute 
this  amendment  extending  the  agreement  duration  by  one  year,  for  a  total 
agreement  duration  of  six  years,  with  no  increase  to  contract  amount.  (Resolution 
13-0035) 

g)  Approve  and  authorize  the  General  Manager  to  execute  Amendment  No.  5  to 
extend  the  term  and  add  an  additional  task  to  the  Memorandum  of 
Understanding  between  the  SFPUC  and  the  North  San  Mateo  County  Sanitation 
District  for  the  provision  of  consulting  services  for  the  planning  and  development 
of  the  Harding  Park  Recycled  Water  Project  No.  CUW  30204.  The  term  of  this 
MOU  is  set  to  expire  on  April  1 1 ,  201 3.  The  proposed  amendment  will  extend  the 
term  of  the  agreement  to  October  20,  201 3  to  allow  the  consultant,  Carollo 
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Engineers,  to  undertake  an  additional  task  required  by  WSIP  asset  management 
procedures.  No  additional  funds  are  needed.  (Resolution  13-0036) 

Public  Comments 
None. 

On  Motion  to  approve  the  Items  9a-c  and  9e-g 
Ayes:  Torres,  Courtney,  Caen  and  Moran 

10.  Authorize  the  General  Manager  to  enter  into  a  Small  Generator  Interconnection 
Agreement  (SGIA)  with  Pacific  Gas  and  Electric  Company  (PG&E)  to  connect  the 
University  Mound  Renewable  Hydroelectric  Project  to  the  PG&E  electric  grid.  The 
SGIA  will  have  a  maximum  cost  of  $86,765,  which  includes  $49,500  for  network 
upgrades,  and  $37,265  for  a  one-time  charge  to  cover  PG&E's  long  term  cost  of 
ownership  of  said  upgrades.  The  SGIA  has  a  duration  of  10  years,  subject  to 
automatic  renewal  every  year  thereafter.  (Resolution  13-0037) 

Ms.  Hale  introduced  this  item.  Commissioner  Courtney  requested  clarification  on 
Clause  12.11  regarding  subcontractors,  which  Ms.  Hale  provided. 

Public  Comments 
None. 

On  Motion  to  approve  thie  Item  10 
Ayes:  Torres,  Courtney,  Caen  and  Moran 

President  Torres  noted  that  there  would  be  no  Closed  Session. 

17.  Other  new  business 

Commissioner  Courtney  referenced  the  letter  received  at  the  last  meeting  from 
Brightline  Defense  Fund  regarding  GoSolarSF  funding  and  requested  clarification  on 
the  relationship  between  CCA  and  GoSolarSF.  Commissioner  Caen  noted  that 
funding  for  GoSolarSF  was  discussed  during  budget  deliberations  and  that  the 
Commission  agreed  on  the  amount.  General  Manager  Kelly,  Jr,  stated  that  he 
would  provide  the  Commission  with  a  summary  of  the  level  of  GoSolarSF  funding 
'  and  an  explanation  of  the  funding  of  the  solar  component  of  CCA. 

President  Torres  adjourned  the  meeting  at  3:26  PM. 
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PUBUC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  13-0031 


WHEREAS,  Construction  has  been  completed  for  Wastewater  Enterprise,  Renewal  and 
Rep  acement  (R&R)  Program-funded  Contract  No.  WW-418,  Various  Locations  Sewer 
Replacement  No.  2,  by  the  contractor,  J.  Flores  Construction;  and 

r    .    !^M^^unx;       ^"'^  R^^«l"tion  No.  11-0136,  this  Commission  awarded 

S's?n7.7  ^^'^'^^^"^  Replacement  No.  2,  in  the  amount  of 

2>i,5JU,737.  to  the  lowest,  qualified  responsible  and  responsive  bidder,  J.  Flores  Construction; 

OA , ,  ^J^^^^'^^'  The  construction  contract  Notice-To-Proceed  date  was  set  for  September  19 
2011  wiA  an  ongmal  schedule  of  260  consecutive  calendar  days  and  the  contract  work  was 
completed  m  262  consecutive  calendar  days  on  June  6,  2012;  and 

WHEREAS,  The  original  contract  amount  was  for  $2,530,737  and  the  original  contract 
duration  was  260  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  was  issued  for  ($58,928)  to  account  for  actual  costs  of 
labor  and  materials  required  to  complete  the  work  under  bid  item  allowances,  decreased  the 
contract  amount  to  $2,471,808.80,  and  increased  the  contract  duration  by  2  consecutive  calendar 
days;  and 

WHEREAS,  The  contractor  has  made  a  good  faith  effort  to  comply  with  the  Contract 
Momtormg  Division  (CMD)  subcontracting  goal  of  16%  Local  Business  Enterprise  (LBE) 
participation  by  achieving  a  LBE  participation  of  17. 14%;  and 

WHEREAS,  Funds  are  available  from  Project  No  CWWRNRCS34,  Various  Locations 
Sewer  Replacement  No.  2;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  J  Flores 
Sf.^fr^?'''"  ^^"^^^^^^J"  Enterprise,  Renewal  and  Replacement  (R&R)  Program-funded 
^Y-;t  «no^'T'u^'''''*''"'  ^'"^^^  Replacemem  No.  2,  for  a  total  contract  amount  of 
$2,471,809,  and  with  a  total  contract  duration  of  262  consecutive  calendar  days;  and  authorizes 
final  payment,  to  the  contractor. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  February  26,  2013. 


imn 


A 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0032 


WHEREAS,  On  September  27,  2011,  per  Resolution  No.  11-0157,  this  Commission 
approved  the  award  of  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R) 
Program-funded  Contract  No.  WW-482,  Various  Locations  Sewer  Cleaning  Contract  No.  1,  to 
ProVen  Management  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  November  28,  2011; 

and 

WHEREAS,  The  original  contract  amount  was  for  $2,355,000  and  the  original  contract 
duration  was  720  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  was  issued  for  $235,000  to  perform  sewer  cleaning 
work  on  18th  Street  from  Treat  Avenue  to  Folsom  Street  and  on  Treat  Avenue  from  17th  Street 
to  18th  Street,  increasing  the  contract  amount  to  $2,590,000;  and 

WHEREAS,  Modification  No.  2  is  being  requested  for  $230,000  to  complete  the  sewer 
cleaning  work  on  Treat  Avenue  from  17th  Street  to  18th  Street,  increasing  the  contract  amount  to 
$2,820,000;  and 

WHEREAS,  Contract  Monitoring  Division  subcontracting  goal  of  6%  Local  Business 
Enterprise  participation  was  originally  established  for  this  construction  contract;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CWWRNRCS37,  Various  Locations 
Sewer  Cleaning  Contract  No.  1;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Modification  No.  2  to  Wastewater 
Enterprise,  Renewal  and  Replacement  Program-funded  Contract  No.  WW-482,  Various 
Locations  Sewer  Cleaning  Contract  No.  1,  with  ProVen  Management  Inc.,  to  complete' the  sewer 
cleaning  work  on  Treat  Avenue  from  17th  Street  to  18th  Street,  increasing  the  contract  by 
$230,000,  for  a  total  contract  amount  of  $2,820,000. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  February  26,  2013. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


13-0033 


WHEREAS,  On  March  27,  2012,  per  Resolution  No.  12-0052.  this  Commission 
approved  the  award  of  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R) 
Program-funded  and  Department  of  Public  Works  (DPW)  Pavement  Renovation  Program- 
funded  Contract  No.  WW-502,  Laurel  Heights/Haight  Districts  Sewer  Replacement  and 
Pavement  Renovation,  to  Harty  Pipelines;  and 

WHEREAS,  The  construction  contract  Notice-To- Proceed  date  was  April  30,  2012;  and 

WHEREAS,  The  original  contract  amount  was  for  $2,432,302  and  the  original  contract 
duration  was  226  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  is  being  requested  for  a  time  extension  of  64 
consecutive  calendar  days  to  allow  for  additional  days  due  to  City's  Holiday  construction 
moratorium  and  to  complete  additional  work  due  to  unforeseen  conditions  encountered  during 
the  sewer  replacement  work,  increasing  the  contract  duration  to  290  consecutive  calendar  days; 
and 

WHEREAS,  Contract  Monitoring  Division  subcontracting  goal  of  18%  Local  Business 
Enterprise  participation  was  established  for  this  construction  contract;  and 

WHEREAS,  Funds  are  available  from  Public  Utilities  Commission  Project  No 
CWWRNRCSl  1,  Laurel  Heights/Haight  Districts  Sewer  Replacement  and  Department  of  Public 
Works  (DPW)  Project  No.  CSTR11SR6738,  Laurel  Heights/Haight  Districts  Pavement 
Renovation;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Modification  No.  1  to  Wastewater 
Enterprise  Renewal  and  Replacement  Program-funded  and  DPW  Pavement  Renovation 
Program-funded  Contract  No.  WW-502,  Laurel  Heights/Haight  Districts  Sewer  Replacement  and 
Pavement  Renovation,  with  Harty  Pipelines,  for  a  time  extension  of  64  consecutive  calendar 
days  for  a  total  contract  duration  of  290  consecutive  calendar  days. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  February  26,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  13-0034 


WHEREAS,  Construction  has  been  completed  for  Local  Water  Conveyance/Distribution 
Program-funded  Contract  No.  WD-2415,  8"  Ductile  Iron  Pipe  (DIP)  Main  Installation  on  Mason 
Street  between  Geary  Street  to  Sutter  Street;  Powell  Street  between  Jackson  Street  and  Vallejo 
Street;  Taylor  Street  between  Clay  Street  and  Vallejo  Su-eet;  Auburn  Street  between  Jackson 
Street  and  Pacific  Avenue,  by  the  contractor,  J.  Flores  Construction  Company,  Inc.;  and 

WHEREAS,  On  June  28,  2011,  by  Resolution  No.  11-0097,  this  Commission  awarded 
Contract  No.  WD-2415,  8"  DIP  Main  Installation  on  Mason  Street  between  Geary  Street  to 
Sutter  Street;  Powell  Street  between  Jackson  Street  and  Vallejo  Street;  Taylor  Street  between 
Clay  Street  and  Vallejo  Street;  Auburn  Street  between  Jackson  Street  and  Pacific  Avenue,  in  the 
amount  of  $1,411,593,  to  the  lowest,  qualified  responsible  and  responsive  bidder,  J.  Flores 
Construction  Company,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  August  17, 
2011,  with  an  original  schedule  of  240  consecutive  calendar  days  and  the  contract  work  was 
completed  in  256  consecutive  calendar  days  on  April  28,  2012;  and 

WHEREAS,  The  original  contract  amount  was  for  $1,411,593  and  the  original  contract 
duration  was  240  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  was  issued  for  $34,325  to  reflect  the  actual  quantities  of 
work  performed  in  the  field,  and  increased  the  contract  amount  to  $1,445,917;  and 

WHEREAS,  Modification  No.  2  was  issued  for  a  time  extension  of  16  consecutive 
calendar  days  to  extend  the  contract  by  16  non-compensable  days  due  to  an  increased  scope  of 
work  and  increased  the  contract  duration  to  256  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  3  (Final)  is  being  requested  for  ($83,984)  to  reconcile  the 
final  contract  amount  to  reflect  the  actual  quantity  of  work  performed,  decreasing  the  contract 
amount  to  $1,361,934;  and 

WHEREAS,  The  contractor  has  made  a  good  faith  effort  to  comply  with  the  Contract 
Monitoring  Division  subcontracting  goals  of  17%  Local  Business  Enterprise  (LBE)  submitted 
for  this  contract  by  achieving  a  final  LBE  participation  of  26.3%;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW260,  Local  Water 
Conveyance/Distribution  Program;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  J.  Flores 
Constaiction  Company,  Inc.  for  Local  Water  Conveyance/Distribution  Program-funded  Contract 
No,  WD-2415  8"  DIP  Main  Installation  on  Mason  Street  between  Geary  Street  to  Sutter  Street; 
Powell  Street  between  Jackson  Street  and  Vallejo  Street;  Taylor  Street  between  Clay  Street  and 
Vallejo  Street;  Auburn  Street  between  Jackson  Street  and  Pacific  Avenue;  approves  Modification 
No.  3  (Final),  decreasing  the  contract  by  $83,984,  for  a  total  contract  amount  of  $1,361,934;  and 
authorizes  final  payment  to  the  contractor,  J.  Flores  Construction  Company,  Inc. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  February  26,  2013. 

"    Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


13-0035 


WHEREAS,  On  December  11,  2008,  this  Commission  awarded  Agreement  No.  CS-893, 
System  Engineering  Services,  and  authorized  the  General  Manager  of  the  San  Francisco  Public 
Utihties  Commission  to  (negotiate  and)  execute  a  professional  services  agreement,  in  the  amount 
of  $4,000,000,  and  with  a  term  of  five  (5)  years,  concluding  on  March  2,  2013,  with  CH2M  Hill; 
and 

WHEREAS,  Amendment  No.  1  is  being  requested  to  extend  the  agreement  term  by  one 
(1)  year,  in  order  to  provide  continued  systems  engineering  services:  including  hydraulic 
modeling  and  support  of  system  shutdowns,  extending  the  duration  to  March  2,  2014;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD),  formerly  the  San  Francisco 
Human  Rights  Commission,  established  a  12%  Local  Business  Enterprise  (LBE)  subconsulting 
goal  for  this  agreement  and  CH2MHill  has  committed  to  meet  that  goal  with  12%  LBE 
participation  on  this  project;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  Project  No.  CUW392  -  Water 
System  Improvement  Program  (WSIP)  Program  Management  Project;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  1  to  Water 
Enterprise,  WSIP  funded  Agreement  No.  CS-893.  Systems  Engineering  Services,  with  CH2M 
Hill  to  provide  continued  systems  engineering  services:  including  hydraulic  modeling  and 
support  of  system  shutdowns,  and  authorizes  the  General  Manager  of  the  San  Francisco  Public 
Utilities  Commission  to  execute  this  amendment,  extending  the  agreement  duration  by  one  (1) 
year,  for  a  total  agreement  duration  of  six  (6)  years. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  February  26,  2013. 


Secretary,  Public  Utilities  Commission 


■'i 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0036 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  and  North  San 
Mateo  County  Sanitation  District  (NSMCSD),  a  subsidiary  of  the  City  of  Daly  City  (Daly  City) 
have  developed  the  Harding  Park  Recycled  Water  Project  (Project)  a  plan  for  the  distribution  of 
recycled  water  to  Harding  Park  Golf  Course;  and 

WHEREAS,  The  SFPUC,  in  Resolution  No.  07-0207  dated  December  I  I,  2007, 
authorized  the  General  Manager  to  execute  the  Memorandum  of  Understanding  (MOU)'by  and 
between  the  SFPUC  and  the  NSMCSD  for  planning  and  design  consulting  services  for  the 
Project;  and 

WHEREAS,  The  SFPUC,  in  Resolution  No.  08-0135  dated  July  22,  2008,  authorized  the 
General  Manager  to  execute  the  First  Amendment  to  the  MOU  by  and  between  the  SFPUC  and 
NSMCSD  for  additional  planning  and  design  consulting  services  for  the  Project;  and 

WHEREAS,  The  SFPUC,  in  Resolution  No.  09-0089  dated  May  26,  2009,  authorized  the 
General  Manager  to  execute  the  Second  Amendment  to  the  MOU  by  and  between  the  SFPUC 
and  NSMCSD  to  complete  additional  planning  and  design  activities  for  the  Project;  and 

WHEREAS,  The  SFPUC  in  Resolution  No.  09-0200  dated  December  8,  2009,  authorized 
the  General  Manager  to  execute  the  Third  Amendment  to  the  MOU  by  and  between  the  SFPUC 
and  NSMCSD  to  provide  engineering  and  design  services  during  Project  construction;  and 

WHEREAS,  The  SFPUC  in  Resolution  No.  12-0057  dated  April  24,  2012,  authorized  the 
General  Manager  to  execute  the  Fourth  Amendment  to  the  MOU  by  and  between  the  SFPUC  and 
NSMCSD  to  provide  engineering  and  design  services  during  Project  construction;  and 

WHEREAS,  The  SFPUC  and  NSMCSD  desire  to  enter  into  the  Fifth  Amendment  to  the 
MOU  to  extend  the  term  of  the  MOU  and  to  expand  the  scope  of  services  to  complete 
construction  close-out  activities,  as  required  by  WSIP  procedures;  and 

WHEREAS,  No  additional  funds  are  required  for  Amendment  No.  5  as  funding  authority 
provided  under  Amendment  No.  2  is  sufficient  to  pay  the  cost  ($12,628)  of  the  remaining 
construction  closeout  activities;  and 

WHEREAS,  The  term  of  the  Fourth  Amendment  to  the  MOU  is  anticipated  to  end  by  or 
before  April  11,  2013;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the 
SFPUC  to  execute  the  Fifth  Amendment  to  the  MOU  by  and  between  the  SFPUC  and  NSMCSD 
for  the  purposes  of  extending  the  term  of  the  MOU  to  expire  on  October  20,  2013  and  to  expand 
the  scope  of  services  to  complete  construction  close-out  activities. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  February  26,  2013. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0037 


WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  Power  Enterprise  is 
p  annmg  the  design  and  construction  of  a  small  240  kilowatt  capacity  hydroelectric  project  at 
University  Mound  reservoir  which  lakes  advantage  of  the  available  renewable  resource  water 
energy,  flowing  m  the  pipes  from  Crystal  Springs  Reservoir  to  University  Mound;  and 

cpnrrr^^"^^^^^'  ^"  """^^^      """^^  "'^  renewable  resource's  electric  generation, 

^hPUL  must  enter  into  a  Small  Generator  Interconnection  Agreement  with  Pacific  Gas  and 
Electric  Company  (PG&E),  so  that  the  electricity  can  be  carried  over  PG&E  lines  to  other 
StPUC  served  electric  customers;  and 

WHEREAS,  The  estimated  cost  of  the  services  provided  is  $57,843,  including  $33  000 
for  network  upgrades  and  a  $24,843.46  one-time  charge  to  cover  PG&E's  long  term  cost  of 
ownership  of  said  upgrades;  and 

WHEREAS,  The  total  contracting  authority  sought  herein  is  $86,765.18,  which  reflects  a 
50 /c  contingency  to  account  for  the  plus  or  minus  50%  factor  included  in  PG&E's  cost  estimate- 
and  ' 

WHEREAS,  The  agreement  has  a  duration  of  10  years,  subject  to  automatic  renewal 
every  year  thereafter;  and 

WHEREAS,  Funds  for  this  agreement  will  be  available  at  the  time  of  award  of  the 
agreement  from  Project  No.  CUH99401  -  University  Mound  Hydro  Project;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  execute  a  Small  Generator  Interconnection  Agreement 
with  PG&E,  substantially  in  the  form  of  the  draft  agreement  attached  to  this  Resolution  with  a 
cost  cap  not  to  exceed  $86,765. 1 8,  and  with  a  total  duration  of  10  or  more  years;  and  be  it' 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  to 
submit  the  agreement  to  the  Board  of  Supervisors  for  its  review  and  approval. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  February  26,  2013. 

Secretary,  Public  Utilities  Commission 


San  Francisco 
Water '       r  Sewer 

Services  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  Public  utilities  commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 


AGENDA 
Tuesday,  March  12,  2013 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


Commissioners 

Art  Torres,  President 
Vince  Courtney,  Vice  President 
Ann  Moller  Caen 
Francesca  Vietor 
Anson  Moran 


Harlan  L.  Kelly,  Jr. 

General  Manager 

Donna  Hood 

Secretary 


For  information,  cxsntact  the  Commission  Secretary  at  554-31 65. 
IVIinutes  and  other  information  are  available  on  the  SFPUC  web  site:  www.sfwater  orq 
Gavel-to-Gavel  coverage  available  at: 
http://sanfrancisco.qranicus.comA/iewPublisher.phD?vieVt'  id=22 


Disability  Access 

The  Public  Utilities  Commission  meeting  will  be  held  in  Room  400,  at  One  1  Dr.  Carlton  B.  Goodlett 
Place,  (400  Van  Ness  Avenue),  San  Francisco,  CA.  The  closest  accessible  BART  Station  is  the 
Civic  Center  Station  at  United  Nations  Plaza  and  Marl<et  Street.  Accessible  MUNI  Lines  serving  this 
location  are:  IVluni  Metro  lines  J  Church,  K  Ingleside,  L  Taravai,  M  Oceanview,  N  Judah  and  T  Third 
at  Van  Ness  and  Civic  Center  Stations;  F  Marl^et  Line;  and  bus  routes  19  Poll<,  47  Van  Ness,  49 
Mission  Van  Ness,  5  Fulton,  6  Parnassus,  21  Hays,  9  San  Bruno,  9L  San  Bruno  Limited,  71  Haight 
Noriega  and  71 L  Noriega  Limited.  For  more  infomnation  about  MUNI  accessible  services  call  (415) 
701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been 
designated  on  the  Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility- 
impaired  persons.  There  is  accessible  parking  available  within  the  Civic  Center  Underground 
Parking  Garage  at  the  corner  of  McAllister  and  Polk  Streets,  and  within  the  Perfonning  Arts  Parking 
Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain 
meeting  materials  in  alternative  fomnat,  please  contact  Donna  Hood  at  (415)  554-3165,  or  by 
emailing  dhood(5)sfwater.orq.  Providing  at  least  72  hours  notice  will  help  to  ensure  availability. 

To  assist  the  City's  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses, 
multiple  chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that 
other  attendees  may  be  sensitive  to  various  chemical  based  products.  Please  help  the  City 
accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance 
(Chapter  67  of  the  San  Francisco  Administrative  Code) 

Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public. 
Commissions,  boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the 
people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the  people  and 
that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under  the 
Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  the  Sunshine  Ordinance  Task 
Force,  City  Hall,  Room  409,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102-4683  at 
Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554-7854;  E-mail:  sotf(5)sfqov.ora.  Copies  of  the 
Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San  Francisco 
Public  Library  and  on  the  City's  website  at  www.sfqov.orq. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are 
prohibited  at  this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the  meeting 
room  of  any  person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar 
sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements 

Individuals  and  entities  that  influence  or  attempt  to  influence  local  legislative  or  administrative  action 
may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF  Campaign  &  Governmental  Conduct 
Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information  about  the  Lobbyist  ''C 
Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue,  Suite  , 
220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-31 12;  web  site  at 
www.sfqov.orq/ethics. 


ORDER  OF  BUSINESS: 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  Minutes  of  February  26,  201 3. 

4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within  the 
Commission's  jurisdiction  and  are  not  on  today's  agenda. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

6.  Other  Commission  Business 

7.  Report  of  the  General  Manager 

•  15^^  and  Wawona  Update 
.   WSIP  Update 

•  BAWSCA  Announcement 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney 
where  applicable. 

Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
525  Golden  Gate  Avenue,  13^^  Floor,  San  Francisco,  CA  94102,  Telephone:  (415)  554- 
3165,  Fax:  (415)  554-3424. 

REGULAR  BUSINESS 

8.  Discussion  and  possible  action  to  adopt  Findings  pursuant  to  the  California 
Environmental  Quality  Act  (CEQA)  related  to  an  Ordinance  proposed  by  the  San 
Francisco  Port  Commission,  and  introduced  at  the  Board  of  Supervisors  (Board)  on 
December  1 1 ,  2012,  entitled  Encroachments,  Public  Service  Easements  and 
Vacations,  Infrastructure  -  8  Washington  Street,  concerning  matters  that  are 
within  the  jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC). 

•  Authorize  the  General  Manager  to  recommend  that  the  Board  approve  the 
proposed  Ordinance,  including  provisions  that  would: 

°°  (a)  Approve  the  summary  vacation  of  certain  public  service  easements; 
o  including  surface  drainage  and  sewer  easements,  subject  to 

c»  conditions; 

^  (b)  Accept  certain  new  and  relocated  SFPUC  sewer  easements;  and 


(c)  Authorize  issuance  of  an  encroacliment  permit  to  San  Francisco 
Waterfront  Partners  II,  LLC  (the  Developer)  regarding  the  construction 
and  use  of  various  public  improvements  affecting  existing  and  future 
public  rights-of-way  on,  under  or  adjacent  to  the  8  Washington 
Development  Site  in  San  Francisco;  and 

•  Authorize  the  General  Manager  to  negotiate  agreements  with  the  Developer  and 
the  Port  stating  conditions  and  restrictions  to  protect  existing  and  future  SFPUC 
sewer  infrastructure  on,  under  and  adjacent  to  the  8  Washington  Development 
Site,  prior  to  and  as  conditions  to  the  effectiveness  of  the  summary  vacations  of 
the  easements  under  the  Ordinance,  subject  to  further  Commission  approval  of 
such  agreements;  and 

•  Approve  the  acceptance  of  the  Relocated  SFPUC  Jackson  Street  Easement,  the 
Relocated  Drumm  Street  Sewer  Easement,  the  Seawall  Lot  Easement  and  the 
SFPUC  Vault  Easement,  as  described  below;  and 

•  Authorize  the  General  Manager,  or  his  designee,  in  consultation  with  the  City's 
Director  of  Property,  to  finalize  the  locations  and  legal  descriptions  of  the  New 
and  Relocated  SFPUC  Easements  and  approve  the  Project's  subdivision  map 
consistent  with  such  easements  and  this  Resolution.  (Carlin) 

Associated  Documents 

•  Draft  EIR  -  Part  I 

•  Draft  EIR -Part  II 

•  Draft  EIR  Comments  and  Responses,  Volume  I 

•  Draft  EIR  Comments  and  Responses,  Volume  II,  Part  I 

•  Draft  EIR  Comments  and  Responses,  Volume  II,  Part  II 

•  Draft  CEQA  Findings  for  SFPUC,  SFMTA  and  DPW 

•  Final  CEQA  Findings 

•  Addendum  to  Final  Environmental  Impact  Report 

•  Draft  Drumm  Sewer  Easement 

•  Draft  Jackson  Sewer  Easement 

•  Draft  Sewall  Easement 

•  Draft  Vault  Easement 

•  Reduction  in  Parking  Supply  Memo  and  Report 

•  Proposed  Board  of  Supervisors  Ordinance 


9.  Approve  Modification  No.  1  to  the  Agreement  between  the  United  States 

a>        Forest  Service  and  the  City  and  County  of  San  Francisco  regarding  acquisition 
^        of  the  25.2  acres  of  land  at  Camp  IVIather,  Tuolumne  County,  increasing  the 
o        Agreement  by  $21,722  for  a  total  Agreement  amount  of  $77,167.  The  increase 
^        reflects  higher  than  anticipated  costs  for  value  consultation  and  land  title  services 
being  performed  by  the  Forest  Service.  (Carlin) 

10.  Approve  an  increase  in  the  construction  contract  cost  contingency  for  Contract 
No.  WW-483RR,  North  Shore  to  Channel  Force  Main  Drainage  Improvement, 

<^        with  KJ  Woods  Construction,  In  the  amount  up  to  $15,324,000,  for  a  total 


revised  contract  amount  up  to  $32,360,800,  and  an  increase  in  the  contract 
duration  contingency  of  up  to  466  consecutive  calendar  days,  for  a  total 
revised  contract  duration  up  to  1 ,019  consecutive  calendar  days,  and 

•  Authorize  tine  General  Manager  to  approve  future  modifications  to  the 
contract,  if  appropriate;  and 

•  Authorize  the  General  Manager  to  negotiate  and  execute  a  Memorandum 
of  Understanding  with  the  San  Francisco  Municipal  Transportation  Agency 
on  Project  related  agreements  related  to  MUNI  bus  rerouting  and  traffic 
impacts,  if  necessary,  for  the  Project  in  the  vicinity  of  the  Project  Right-of- 
Way;  and 

•  Authorize  the  General  Manager  to  negotiate  and  execute  a 
Reimbursement  Agreement  with  Pacific  Gas  and  Electric  Company 
(PG&E)  to  redesign  and  construct  sewer  improvements  to  avoid  PG&E 
facilities  that  were  not  relocated  in  response  to  the  Project;  and 

•  Authorize  the  General  Manager  to  accept  and  expend  funds  from  PG&E 
(approximately  $2,100,000)  to  issue  a  related  Contract  Modification 
(included  within  the  total  not  to  exceed  potential  contract  amount  up  to 
$32,360,800),  and  authorize  staff  to  provide  support  related  to  the  PG&E 
related  project  work,  to  be  included  in  the  proposed  Reimbursement 
Agreement  with  PG&E;  and 

•  Authorize  the  General  Manager  to  seek  Board  of  Supervisors' 
authorization  for  acceptance  and  appropriation  of  funds  for  the  work,  as 
necessary;  and 

•  Adopt  findings  pursuant  to  the  California  Environmental  Quality  Act. 

The  increase  in  the  contract  cost  contingency  and  duration  contingency  is 
needed  for  modification  required  to  address  differing  site  conditions  and  utility 
conflicts,  as  well  as  impacts  and  changes  to  SFMTA  bus  lines  and  traffic 
conditions.  (Cruz) 

1 1 .  Approve  revised  Real  Estate  Services  Guidelines  to  reflect  changing  SFPUC 
policies  and  real  estate  practices.  (Russell) 

12.  Presentation  of  the  CleanPowerSF  Survey  Results  and  updated  timeline. 

(Hale) 

13.  Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 

14.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 
listed  below  as  Conference  with  Legal  Counsel. 


CLOSED  SESSION 


The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

15.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9(a)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 

(Ambrose) 

*^     Existing  Claim: 

o     Martin  v.  City  and  County  of  San  Francisco 
<=>     San  Francisco  County  Superior  Court,  Case  No.  436930 
2     City  Attorney  File  No.  041 822 
Date  Filed:  January  31,  2005 

16.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9(a)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 

(Ambrose) 

Existing  Claim: 

Lloyds  and  Zurich  North  America  v.  City  and  County  of  San  Francisco 
o     San  Francisco  County  Superior  Court,  Case  No.  CGC-1 3-528071 
^     Claim  No.  12-02957 
^      Date  Complaint  Filed:  January  1 7,  201 3 

17.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9(c)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (2). 

(Mueller) 

Anticipated  Litigation  -  As  Plaintiff 

18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9(a)  and  San  Francisco  Administrative  Code  Section  67.10  (d). 

(Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.  A1 27554;  Filed  January  29,  2010 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

19.  Announcement  following  closed  session. 

20.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 


21 .  Other  new  business. 


San  Francisco 

Water  Power  Sewer 

Services  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  public  utilities  commission 

City  and  County  of  San  Francisco 


SPECIAL  MEETING  NOTICE 

Monday,  March  25,  2013 
2:00  PM 

San  Francisco  Public  Utilities  Commission  will  hold  a 
Special  Joint  meeting  with  the  Local  Agency  Formation  Committee 
to  discuss  the  CleanPowerSF  Program 

and 

Will  hold  a  Special  Meeting  to  conduct  a  public  hearing,  discuss,  and 
take  possible  action  on  the  CleanPowerSF  Program,  including  adoption 

of  electric  rates 

(Posted  March?,  2013) 


1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Board  Chambers 
San  Francisco,  CA  94102 


The  detailed  agenda  and  related  files  will  be  available  at  least  72  hours  before  the 
scheduled  meetings  at  the  SFPUG  website  www.sfwater.org, 
or  by  calling  (415)  554-3165 


For  information,  contact  tlie  Commission  Secretary  at  554-3165. 
IVIinutes  and  other  information  are  available  on  the  SFPUC  web  site:  www.sfvvater.org 
Gavel-to-Gavel  coverage  available  at: 

http:/ysanfrancisco.aranicus.comA/iewPublisher  php?view  id=22 


San  Francisco 

Water  -^^wer  Sewer 

Services  of  the  San  Francisco  Public  Utilities  Commisston 


San  Francisco  Public  Utilities  Commission 

City  and  County  of  San  Francisco 


CANCELLATION  NOTICE 


The  Regular  meeting  of  the  San  Francisco  Public  Utilities  Commission 

scheduled  for 
Tuesday,  March  26,  201 3 


1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


HAS  BEEN  CANCELLED 

(Posted  March?,  2013) 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  vww.sfwater.ora 
Gavel-to-Gavel  coverage  available  at: 
htti3://sanfrancisco.granicus.comA/ievi^Publlsher.php?view  id=22 


San  Francisco 
Water  flower  Sewer 

Sersfices  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  Public  utilities  Commission 

City  and  County  of  San  Francisco 


SPECIAL  MEETING  NOTICE 

(Posted  March  7,  2013) 


San  Francisco  Public  Utilities  Commission  will  hold  a  Special  Meeting 

on 

Tuesday,  March  26,  2013 
1 :30  PM 


To  conduct  a  workshop  related  to  Lake  Merced  Issues 


Harding  Park  Clubhouse 
Lakeview  Terrace  Room,  2"^  Floor 
99  Harding  Park  Road 
San  Francisco,  OA  94132 


The  detailed  agenda  and  related  files  will  be  available  at  least  72  hours  before  the 
scheduled  meetings  at  the  SFPUG  website  www.sfwater.org. 
or  by  calling  (415)  554-3165. 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  www.sfwater.org 
Gavel-to-Gavel  coverage  available  at; 

http://sanfranclsco.ar3nicus.comA/ievvPublisher.php?view  id=22 


NOTICE  OF  PUBLIC  HEARINGS 


NOTICE  OF  PUBLIC  HEARINGS  Monday,  March  25,  2013  -  2:00  PM  City 
Hall,  Board  of  Supervisors  Chambers,  1  Dr.  Carlton  B.  Goodlett  Place,  San 
Francisco,  CA  94102,  at  a  Special  Meeting  of  the  SAN  FRANCISCO  PUBLIC 
UTILITIES  COMMISSION,  and  if  necessary,  Tuesday,  April  9,2013  -  1:30  PM 
City  Hall,  Room  400,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA 
94102,  at  a  Regular  Meeting  of  the  SAN  FRANCISCO  PUBLIC  UTILITIES 
COMMISSION:  Public  Hearing,  discussion  and  possible  action  to  adopt  a 
schedules  of  electric  rates  and  charges  for  customers  of  the  San  Francisco 
Public  Utilities  Commission  (SFPUC)  for  phase  one  of  the  CleanPowerSF 
Community  Choice  Aggregation  Program  for  renewable  power  procurement 
within  San  Francisco.  The  detailed  agenda  and  related  files  will  be  available  at 
least  72  hours  before  the  scheduled  meetings  at  the  SFPUC  website 
www.sfwater.orq.  or  by  calling  (415)  554-3165. 


San  Francisco 
Water  Power  Sewer 

Services  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  Public  utilities  Commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 


MINUTES 
Tuesday,  March  12,  2013 

(Approved  April  9,  2013) 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


Commissioners 

Art  Torres,  President 
Vince  Courtney,  Vice  President 
Ann  Moller  Caen 
Francesca  Vietor 
Anson  Moran 


Harlan  L.  Kelly,  Jr. 

General  Manager 

Donna  Hood 

Secretary 


For  information,  contact  tfie  Commission  Secretary  at  554-3165.. 
IVIinutes  and  other  information  are  available  on  tfie  SFPUG  web  site:  www.sfwater.orq 
Gavel-to-Gavel  coverage  available  at: 
http://sanfrancisco.aranicus.comA/iewPublisher.php7view  id=22 


ORDER  OF  BUSINESS: 


1.  Call  to  Order 

Vice  President  Courtney  called  tlie  meeting  to  order  at  1:35  PM 

2.  Roll  Call 

Present:  Courtney,  Caen,  Vietor  and  Moran 
Excused:  Torres 

3.  Approval  of  Minutes  of  February  26,  2013 

On  Motion  to  Approve  the  Minutes  of  February  26,  2013 
Ayes:  Courtney,  Caen,  Vietor  and  Moran. 

4.  Public  Comments 

•  Mr.  Gollinger  provided  ttie  Commission  with  a  letter  requesting  that  they 
postpone  action  on  Item  8. 

•  Mr.  Dick  Allen  requested  information  on  the  upcoming  Lake  Merced  Workshop. 

•  Mr.  Tony  Lee  expressed  his  ongoing  concerns  with  billing  issues  and  late 
notices  with  regard  to  commercial  property  owned  by  his  parents. 
Commissioner  Caen  asked  for  resolution  of  the  issue.  Deputy  City  Attorney 
Ambrose  stated  that  additional  discussion  could  not  continue  under  public 
comment,  as  the  issue  was  not  noticed.  Commissioner  Vietor  requested  that  the 
City  Attorney  let  the  Commission  know  if  there  is  a  precedent  for  similar 
situations  and  any  possible  Commission  options  on  the  matter. 

•  Dr.  Espanola  Jackson  expressed  her  desire  that  the  Commission  fully  fund 
GoSolarSF  and  noted  the  Mayor's  commitment  to  do  so. 

•  Mr.  Josh  Arce  expressed  his  desire  that  the  Commission  fully  fund  GoSolarSF. 
Mr.  Arce  provided  a  copy  of  a  letter  signed  by  various  organizations  thanking  the 
Mayor  for  his  funding  commitment. 

•  Ms.  Melissa  McDermott,  Luminalt  Energy  Corporation,  expressed  her 
excitement  for  the  Mayor's  commitment  to  full  funding  of  GoSolarSF. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

Commissioner  Vietor  expressed  concern  with  the  funding  commitment  for 
GoSolarSF  and  with  the  implications  and  funding  source.  Vice  President  Courtney 
indicated  that  there  was  brief  discussion  on  GoSolarSF  at  the  meeting  of  February 
26>^,  and  that  the  Commission  is  awaiting  guidance  from  the  General  Manager.  The 
General  Manager  stated  that  the  Mayor  would  be  making  an  announcement 
regarding  funding  and  recommended  that  additional  discussions  take  place  after  the 
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announcement.  Commissioner  Vietor  requested  that  tiie  Commission  be  briefed  if 
action  is  to  be  tal<en  or  money  is  to  be  allocated  for  the  Program.  Commissioner 
Moran  stated  it  was  his  understanding  GoSolarSF  was  funded  as  a  pilot  project  and 
that  discussion  should  occur  as  to  what  remains  to  be  proven  with  the  pilot  and  if 
transition  from  a  pilot  project  to  a  permanent  project  should  occur. 

Public  Comments 
None. 

6.  Other  Commission  Business 

Commissioner  Caen  requested  that  there  be  regular  updates  as  to  the  number  of 
miles  of  water  lines  inspected,  similar  to  the  report  provided  on  miles  of  sewer  line 
inspections. 

7.  Report  of  the  General  IVIanaqer 

•  15"^  and  Wawona  Update 

Mr.  Steve  Ritchie,  Assistant  General  Manager,  Water  Enterprise,  provided  an 
update  on  the  main  break  at  15'^  and  Wawona.  Mr.  Ritchie  indicated  that  the 
break  appears  to  be  a  result  of  soil  and  unconsolidated  fill  issues  rather  than  pipe 
issues.  He  noted  that  the  SFPUC  is  working  closely  with  the  neighbors  and  is 
setting  up  a  storefront  office  on  West  Portal  Avenue.  In  response  to  a  question 
from  Commissioner  Moran,  Mr.  Ritchie  stated  that  issues  with  Low  Impact 
Design  are  being  raised. 

•  WSIP  Update 

Ms.  Julie  Labonte,  Water  System  Improvement  Program  (WSIP)  Director, 
provided  a  brief  update  and  detail  on  the  progress  being  made  on  the 
comprehensive  assessment  on  WSIP  projects.  She  noted  that  in  April  there  will 
be  a  request  for  budget  and  schedule  revisions  to  WSIP.  She  stated  that  all  but 
two  projects  will  be  delivered  on  schedule  and  that  the  budget  will  exceed  the 
approved  budget  by  one  to  one  and  one-half  percent. 

•  BAWSCA  Announcement 

Mr.  Art  Jensen,  BAWSCA,  informed  the  Commission  of  his  intent  to  retire  on 
September  30,  2013.  He  stated  that  the  BAWSCA  board  is  in  the  early  stages  of 
the  recruitment  process  for  his  replacement. 

Public  Comments 

•  Mr.  David  Pilpel  congratulated  Mr.  Jensen  and  offered  his  thoughts  on  15'^  and 
Wawona. 

8.  Discussion  and  possible  action  to  adopt  Findings  pursuant  to  the  California 
Environmental  Quality  Act  related  to  an  Ordinance  proposed  by  the  San  Francisco 
Port  Commission,  and  introduced  at  the  Board  of  Supervisors  on  December  1 1 . 
2012.  entitled  Encroachments.  Public  Service  Easements  and  Vacations. 
Infrastructure  -  8  Washington  Street,  concerning  matters  that  are  within  the 
jurisdiction  of  the  San  Francisco  Public  Utilities  Commission.  (Resolution  13-0038) 
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Mr.  Michael  Carlin,  Deputy  General  Manger,  introduced  the  item.  He  stated  that 
the  8  Washington  project  rests  on  both  public  (Port)  and  private  property  and  that 
Commission  approval  is  being  requested  to  recommend  to  the  Board  of 
Supervisor  (BOS)  that  the  BOS  approve  an  Ordinance  related  to  the  project.  Mr. 
Carlin  offered  a  map  of  the  project  area,  detailing  the  easement  areas  and 
identifying  locations  of  other  SFPUC  sewer  infrastructure  affected  by  the  project. 
He  noted  that  the  design  plans  are  preliminary  and  final  plans,  which  will  include 
a  utility  agreement,  will  be  forthcoming.  He  reiterated  that  the  Commission  is 
being  asked  to  approve  CEQA  findings  related  to  the  Commission's 
recommendation  on  the  BOS  Ordinance  that  would  approve  an  encroachment 
permit  for  the  developer  that  includes  summary  vacations  of  public  easements; 
and  to  direct  the  General  Manager  to  negotiate  the  utilities  agreement,  which  will 
be  brought  back  before  the  Commission  for  approval. 

Commissioner  Vietor  asked  about  the  timing  of  the  approval  and  the  upcoming 
November  election,  to  which  Mr.  Carlin  responded  that  the  Port  is  asking  all  the 
affected  agencies  to  take  appropriate  action  and  that  the  referendum  will  not 
eliminate  the  project,  but  could  change  the  size  of  the  project. 

Public  Comments 

•  Mr.  Tim  Colen,  San  Francisco  Housing  Action  Collation,  expressed  his  support 
for  the  project  and  stated  it  will  bring  financial  and  design  benefits  and  housing 
affordability  to  the  City. 

•  Ms.  Sandy  Bernhard  stated  that  the  Commission  is  responsible  for  the  sewer 
infrastructure  and  encouraged  the  them  to  think  about  the  sewer  problems. 

•  Ms.  Emily  DiLaura  expressed  her  support  for  the  project  and  stated  that  the 
project  has  approval,  and  it  is  appropriate  for  the  Commission  to  continue  to 
negotiate  easement  locations. 

•  Mr.  Alec  Bash  stated  that  the  easements  for  consideration  are  desirable  for  the 
site  and  supports  the  project,  noting  that  the  action  sought  is  preliminary  and 
that  final  approval  would  be  sought  in  the  future. 

•  Mr.  Manuel  Flores,  Carpenters  Local  22,  expressed  support  for  the  project. 

•  Mr.  Jim  Chappell,  SPUR,  stated  that  the  actions  being  sought  are  appropriate 
and  indicated  that  SPUR  supports  the  project. 

•  Mr.  David  Pilpel  questioned  the  obligations  of  the  sponsor  if  the  November 
measure  fails,  and  what  happens  if  the  Commission  fails  to  act. 

•  Ms.  Sue  Hestor  stated  she  did  not  receive  environmental  hearing  notice  of  the 
meeting  and  questioned  when  the  Commission  received  the  EIR  documents 
and  how  they  read  them. 

•  Mr.  Aaron  Peskin,  Neighbors  to  Preserve  the  Waterfront,  expressed  his 
thoughts  and  read  from  the  consultant  report.  He  stated  that  there  was 
adequate  time  to  act  and  that  no  action  needed  to  be  taken  at  the  meeting.  He 
concurred  with  the  Comments  of  Ms.  Hestor. 
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•  Mr.  Danny  Campbell,  Sheetmetal  Workers'  Union,  Local  104,  expressed 
support  for  the  project  and  urged  Commission  action. 

Commissioner  Moran  requested  clarification  from  the  City  Attorney  regarding 
noticing  issues  and  offered  his  thoughts  on  the  AECOM  report. 

In  response  to  the  noticing,  Ms.  Nanni  Turrell,  Planning  Department,  stated  that 
copies  of  the  Addendum  were  sent  via  email  and  U.S.  Mail  on  February  26, 
2013.  She  indicated  that  those  who  provided  comments  on  the  draft  EIR,  and 
those  whose  comments  were  included  in  the  Response  to  Comments  were  sent 
a  copy  of  the  Addendum.  She  noted  that  the  Planning  Commission,  the  Board  of 
Supervisors,  the  SFPUC,  and  other  City  officials  were  sent  the  Addendum,  and 
stated  that  the  Addendum  was  posted  on  the  Planning  Department  website. 

Deputy  City  Attorney  Noreen  Ambrose  stated  that  the  SFPUC  noticed  the 
meeting  according  to  standard  noticing  requirements,  and  that  the  Commission 
Secretary  sent  the  Commissioners  documents  in  advance  of  the  meeting,  first 
the  EIR  and  then  Addendum.  She  stated  that  with  regard  to  the  notice  on  the 
vacation  of  the  easement,  the  Commission  is  not  vacating  any  easements  and 
that  the  BOS  has  the  sole  authority  to  approve  the  sale/transfer  of  City  Real 
Estate.  She  noted  that  the  Commission  is  recommending  to  the  BOS  that  subject 
to  conditions,  the  Commission  is  okay  with  the  Board  Ordinance.  She  noted  that 
the  agreement  is  dealing  with  public  easements  only,  not  private  easements. 

Commissioner  Moran  asked  if  there  were  any  defects  in  noticing  that  would 
prevent  the  Commission  from  acting,  to  which  Ms.  Ambrose  stated  "no". 

Ms.  Hestor  questioned  noticing  of  the  CEQA  findings  to  which  Ms.  Ambrose 
stated  that  there  are  no  additional  noticing  requirements,  other  than  the  standard 
meeting  notice,  to  adopt  CEQA  findings. 

In  response  to  a  question  from  Commissioner  Moran,  the  General  Manger 
offered  comments  on  the  AECOM  Report.  Discussion  ensued  on  the  timing  of 
the  report  and  potential  consequences  of  non-action,  stating  if  the  Commission 
chose  not  to  act,  they  would  have  no  recommendation  to  offer  the  Board  of 
Supervisors  on  the  Ordinance.  Discussion  continued  on  action  versus  non- 
action. In  response  to  a  question  from  Commissioner  Courtney,  Mr.  Brian 
Henderson,  SFPUC,  offered  brief  comments  on  the  seismic  activity  issues  noted 
in  the  AECOM  report. 

Final  comments  on  the  item  and  a  review  of  the  Commission  action  being 
requested  were  presented. 

On  Motion  to  Approve  Item  8 

Ayes:  Courtney,  Caen,  Vietor  and  Moran 
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9.  Approve  Modification  No.  1  to  the  Agreement  between  the  United  States  Forest 
Service  and  the  City  and  County  of  San  Francisco  regarding  acquisition  of  the 
25.2  acres  of  land  at  Camp  IVIather,  Tuolumne  County,  increasing  the  Agreement 
by  $21 .722  for  a  total  Agreement  amount  of  $77.167.  The  increase  reflects 
higher  than  anticipated  costs  for  value  consultation  and  land  title  services  being 
performed  by  the  Forest  Service.  (Resolution  13-0039) 

Mr.  Carlin  introduced  the  it^m. 

Public  Comments 

•  Ms.  Ann  Clark,  Friends  of  Camp  Matiier,  ast<ed  where  the  land  is  located. 

Mr.  Carlin  stated  that  the  exact  location  of  the  property  has  not  yet  been 
identified  by  the  U.S.  Forest  Service  but  that  he  will  report  back  once  it  has  been 
determined. 

On  Motion  to  Approve  Item  9 

Ayes:  Courtney,  Caen,  Vietor  and  Moran 

10.  Approve  an  increase  in  the  construction  contract  cost  contingency  for  Contract 
No.  WW-483RR.  North  Shore  to  Channel  Force  Main  Drainage  Improvement, 
with  KJ  Woods  Construction,  in  the  amount  up  to  $15.324.000.  for  a  total  revised 
contract  amount  up  to  $32.360.800.  and  an  increase  in  the  contract  duration 
contingency  of  up  to  466  consecutive  calendar  days,  for  a  total  revised  contract 
duration  up  to  1 .019  consecutive  calendar  days.  (Resolution  13-0040) 

Mr.  Emilio  Cruz,  Assistant  General  Manager,  Infrastructure,  introduced  the 
agenda  item  and  provided  a  summary  of  the  project. 

Brief  discussion  ensued  on  clarification  of  the  costs  for  the  contract  and  work  to 
be  done  to  complete  the  project. 

Public  Comments 

•  Mr.  David  Pilpel  expressed  his  thoughts  on  environmental  review  in  the  staff 
report  and  comments  on  planning  review  changes  to  the  project. 

On  Motion  to  Approve  Item  10 

Ayes:  Courtney,  Caen,  Vietor  and  Moran 

11.  Approve  revised  Real  Estate  Services  Guidelines  to  reflect  changing  SFPUC 
policies  and  real  estate  practices.  (Resolution  13-0041) 

Ms.  Rosanna  Russell,  Director  of  Real  Estate  provided  a  brief  introduction  of  the 
item  and  revisions  to  the  Guidelines. 
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Public  Comments 

•  Mr.  David  Pilpel  requested  a  track  changes  document  be  provided  for 
subsequent  revisions. 

On  Motion  to  Approve  Item  1 1 

Ayes:  Courtney,  Caen,  Vietor  and  Moran 

12.  Presentation  of  the  CleanPowerSF  Survey  Results  and  updated  timeline. 

Ms.  Barbara  Hale,  Assistant  General  Manager,  Power  Enterprise  introduced  Mr. 
Dave  Metz,  who  provided  a  presentation  on  the  February  2013  Customer  Survey. 

Mr.  Metz  began  with  a  review  of  the  Research  Methodology,  noting  2, 798  random 
ratepayers  were  selected  for  telephone  interviews.  He  offered  cautions  for  year- 
to-year  data  comparisons,  noting  that  current  data  may  not  be  directly  compared 
to  prior  year's  polls.  Mr.  Metz  proceeded  through  the  presentation  and  discussed 
the  questions  asked  to  participants,  their  subsequent  responses,  and  analysis  of 
their  responses.  Discussion  ensued  on  the  various  customer  tiers'  participation 
likelihood  under  two  rate  levels  and  resulting  monthly  premiums. 

Mr.  Jason  Fried,  LAFCo  staff,  provided  thoughts  on  the  data  and  his 
disagreement  with  the  phrasing  of  the  question  asking  if  residents  would  stay  with 
CleanPowerSF  or  opt  out  and  switch  back  to  PG&E,  and  his  belief  that  the  survey 
results  understate  the  likelihood  of  customer  participation  because  of  the 
treatment  of  those  who  indicate  that  they  are  undecided. 

Commissioner  Courtney  asked  Ms.  Hale  about  Mr.  Fried's  concerns.  Ms.  Hale 
indicated  that  since  the  findings  are  applied  to  heat  map/modeling  exercise, 
assumptions  will  be  made  to  factor  in  the  undecideds  to  get  a  better  picture,  and 
stated  that  staff  is  being  intententionally  conservative. 

In  response  to  a  question  by  Commissioner  Courtney,  Ms.  Hale  discussed 
thoughts  on  financing  a  build-out,  to  which  Ms.  Hale  described  options  and 
scenarios.  In  response  to  a  question  from  Commissioner  Vietor,  Ms.  Hale  touched 
on  GoSolarSF  in  relation  to  local-build-out.  Ms.  Hale  noted  an  implementable 
resource  plan  could  be  presented  in  January  2014,  if  the  program  launches  on 
time. 

Commissioner  Caen  expressed  concern  with  the  survey  and  discussion  ensued 
on  the  questions  and  how  they  were  posed  to  survey  participants. 

Commissioner  Courtney  requested  and  received  clarification  on  the  difference 
between  the  GoSolarSF,  GoSolarSF/CCA,  and  the  CleanPowerSF  programs  in 
structure  and  funding. 
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Commissioner  Moran  offered  his  tiioughts  on  tfie  survey  and  associated  numbers. 
He  expressed  concern  witfi  tfie  GoSolarSF  Program  and  tfie  installation  of 
publicly  funded  assets  on  private  property  for  tfie  benefit  of  private  home  owners, 
and  would  like  to  see  the  GoSolarSF  asset  placed  on  public  property.  Discussion 
ensued  on  Not-to-Exceed  rates,  funding  and  rate  options  and  local  build-out. 

Ms.  Hale  stated  that  various  funding  and  REC  mix  options  will  be  presented  to  the 
Commission  at  the  March  25,  2013  meeting. 

Public  Comments 

•  Mr.  Michael  Zumbrano,  Sierra  Club,  expressed  his  support  for  Phase  I  of 
CleanPowerSF  and  a  local  build-out. 

•  Ms.  Jennifer  Fong,  Sierra  Club,  expressed  her  support  for  CleanPowerSF  and 
the  economic  and  jobs  benefit. 

•  Mr.  Eric  Brooks,  San  Francisco  Green  Party  and  Local  Grass  Roots 
organization  "Our  City",  stated  that  the  stakeholders  do  not  support  the 
direction  the  staff  is  taking,  and  expressed  his  support  for  local  build-out. 

•  Ms.  Jess  Dervin-Ackerman  expressed  her  thoughts  on  the  outreach  campaign. 

•  Mr.  David  Pilpel  provided  his  thoughts  on  the  stakeholders  views  on  the 
Program  and  what  he  would  like  to  see  in  the  March  25,  2013  presentation. 

13.  Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 

•  None. 

14.  Motion  on  whether  to  assert  the  attomev-client  privilege  regarding  the  matters 
listed  below  as  Conference  with  Legal  Counsel. 

On  Motion  TO  Assert: 

Ayes:  Courtney,  Caen,  Vietor  and  Moran 

15.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9(a)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 
(Resolution  13-0042) 

Existing  Claim: 

Martin  v.  City  and  County  of  San  Francisco 

San  Francisco  County  Superior  Court,  Case  No.  436930 

City  Attorney  File  No.  041822;  Date  Filed:  January  31 ,  2005 

16.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9(a)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1). 
(Resolution  13-0043) 

Existing  Claim: 
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Lloyds  and  Zurich  North  America  v.  City  and  County  of  San  Francisco 
San  Francisco  County  Superior  Court,  Case  No.  CGC-1 3-528071 
Claim  No.  12-02957;  Date  Complaint  Filed:  January  17,  2013 

17.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9(c)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (2). 
Anticipated  Litigation  -  As  Plaintiff 

18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9(a)  and  San  Francisco  Administrative  Code  Section  67.10  (d). 

Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.  A1 27554;  Filed  January  29,  2010 

Commissioner  Moran  requested  to  be  excused  from  discussions  regarding  item 
16,  noting  he  has  business  relationship  with  an  organization  that  is  partially  owned 
by  one  of  the  insurance  companies  involved. 

On  Motion  to  EXCLUDE  Commissioner  Moran  from  discussions  related  to 

item  number  16: 

Ayes:  Courtney,  Caen,  Vietor 

Commissioner  Moran  left  the  meeting  while  Item  16  was  discussed. 

19.  Announcement  following  closed  session. 

Vice  President  Courtney  stated  settlements  were  approved  on  items  15  and  16; 
and  no  action  was  taken  on  items  17  and  18. 

20.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 
On  Motion  NOT  to  Disclose: 

Ayes:  Courtney,  Caen,  Vietor  and  Moran 

21.  Other  new  business. 
None. 

Vice  President  Courtney  adjourned  the  meeting  at  4:28  PM 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0038 


WHEREAS,  The  San  Francisco  Port  Commission  by  Resolution  No.  12-47,  approved 
certain  agreements  between  the  City  and  County  of  San  Francisco  (City)  acting  by  and  through 
the  San  Francisco  Port  Commission  (Port)  with  San  Francisco  Waterfront  Partners  II,  LLC 
(Developer)  for  the  development  of  a  mixed-use  project  (the  Project)  located  on  the  combined 
sites  of  Block  No.  168-Lot  No.  58,  Block  No.  171-Lot  No.  69,  and  Block  No,  201-Lot  No.  12,  a 
triangular  area  generally  bounded  by  The  Embarcadero  on  the  east,  Drumm  Street  on  the  west 
and  Washington  Street  on  the  south  (the  8  Washington  Site)  and  Seawall  Lot  351  (collectively, 
the  8  Washington  Development  Site);  and 


WHEREAS,  On  June  12,  2012,  the  Board  of  Supervisors  by  Resolution  No.  226-12  (File 
No.  120270)  approved  the  Purchase  and  Sale  Agreement,  Trust  Exchange  Agreement,  the  Port 
Maintenance  Agreement  and  Lease,  adopted  environmental  findings  and  findings  of  consistency 
with  the  General  Plan  and  the  eight  Priority  Policies  of  City  Planning  Code  Section  101.1,  and 
authorized  the  Port's  Executive  Director  and  the  City's  Director  of  Property  to  execute  easement 
agreements  and  other  property  documents  necessary  to  implement  the  transactions  contemplated 
by  the  Transaction  Documents,  make  certain  modifications  and  take  certain  actions  in 
furtherance  of  the  Resolution;  and  by  Ordinance  No.  105-12,  approved  a  General  Plan 
Amendment  to  "Map  2  -  Height  and  Bulk  Plan"  within  die  Northeastern  Waterfront  Area  Plan  of 
the  General  Plan  (Section  340)  (Ordinance  No.  105-12);  and  by  Ordinance  No.  104-12,  approved 
a  Height  Reclassification  (Section  302)  of  Zoning  Map  HTOl  (which  actions  reclassified  two 
portions  of  the  southwestern  area ).  On  August  1,  2012,  the  Department  of  Elections  certified  a 
petition  entitled  "Referendum  Against  Ordinance  104-12,  8  Washington  Street"  (Referendum). 
On  September  4,  2012,  the  Board  of  Supervisors  voted  not  to  repeal  Ordinance  104-12  and 
directed  the  Department  of  Elections  to  place  the  Referendum  on  the  ballot  for  die  next  election, 
which  is  currently  scheduled  for  November  5,  2013;  and 

WHEREAS,  The  City  owns  an  existing  32'-wide  easement  across  a  portion  of  the  8 
Washington  Site  for  sewer  and  public  utility  purposes  recorded  November  4,  1963  as  Instrument 
No.  M40721,  Book  A67L  Page  892,  in  the  Official  Records  of  the  City  (SFPUC  Jackson  Street 
Easement),  which  contains  a  portion  of  the  sewer  force  main  ,  under  the  jurisdiction  of  the  San 
Francisco  Public  Utilities  Commission  (SFPUC),  that  services  the  northeastern  portion  of  San 
Francisco,  known  as  the  "North  Shore  Force  Main,"  along  with  certain  subsurface  sewer  boxes, 
overflow  structures,  appurtenances  and  supporting  piles,  all  owned  and  operated  by  the  SFPUC 
(collectively,  the  SFPUC  Facilities),  which  subsurface  SFPUC  Facilities  extend  across  the 
adjacent  Seawall  Lot  351  and  into  The  Embarcadero  sidewalk  and  roadway  to  the  east  and  into 
Jackson  and  Drumm  Streets  to  the  west,  in  San  Francisco;  and 

WHEREAS,  SFPUC  is  currently  undertaking  the  North  Shore  to  Channel  Force  Main 
Improvements  Project  (SFPUC's  Force  Main  Project),  which  includes  the  relocation  of  a 
portion  of  the  North  Shore  Force  Main  inside  the  sewer  box  and  beneath  the  surface  of  the  8 
Washington  Development  Site  and  construction  of  certain  improvements  to  the  North  Shore 


Force  Main  to  provide  necessary  redundancy  to  maintain  the  integrity  of  the  sewer  infrastructure, 
including  installation  of  new  underground  equipment  and  infrastructure,  modifications  to 
existing  sewer  boxes,  and  removal  of  some  existing  sewer  facilities;  and 

WHEREAS,  The  City  owns  an  existing  44.75'-wide  easement,  22.375'  on  each  side  of 
the  center  line  of  former  Dnunm  Street  for  future  sewers,  fire  alarms  circuits  and  police 
communication  lines,  recorded  November  6,  1963  as  Instrument  No.  M41435,  Book  A672,  Page 
820,  in  the  Official  Records  of  the  City  (with  respect  to  sewers,  the  1963  Drumm  Street  Sewer 
Ea.sement);  and 

WHEREAS,  The  City  owns  an  existing  easement  located  within  the  former  lines  of 
Pacific  Avenue  and  Drumm  Street  for  light  and  air,  surface  drainage  and  emergency  vehicles, 
recorded  April  26,  1978,  Book  C557,  Page  930,  in  the  Official  Records  of  the  City  (with  respect 

to  surface  drainage,  the  1978  Drainage  Easement),  and  a  second  easement  located  within  a  

portion  of  former  Drumm  Street  for  light  and  air.  surface  drainage  and  emergency  vehicles, 
recorded  December  4,  1979  as  Instrument  No.  C053 115,  Book  C907,  Page  189,  in  the  Official 
Records  of  the  City  (with  respect  to  surface  drainage,  the  1979  Drainage  Easement) 
(collectively,  the  Drumm  Street  Drainage  Easements);  and 

WHEREAS,  The  Developer  has  requested  that  City  vacate  the  SFPUC  Jackson  Street 
Easement  and  the  portions  of  the  1963  Drumm  Street  Sewer  Easement  and  the  Drumm  Street 
Drainage  Easements  located  within  the  8  Washington  Development  Site  (together,  the  Vacated 
SFPUC  Easements),  among  other  easements  ;  and 

WHEREAS,  The  California  Streets  and  Highways  Code  provides  that  the  legislative 
body  of  a  local  agency  may  summarily  vacate  a  public  service  easement  when  the  easement  has 
not  been  used  for  the  purpose  for  which  it  was  dedicated  or  acquired  for  five  consecutive  years 
immediately  preceding  the  proposed  vacation,  or  the  easement  has  been  superseded  by 
relocation,  or  determined  to  be  excess  by  the  easement  holder;  and 

WHEREAS,  A  summary  vacation  of  the  Vacated  SFPUC  Easements  in  accordance  with 
the  California  Streets  and  Highways  Code  is  appropriate  in  this  mstance  for  the  following 
reasons: 

(a)  Developer  shall  comply  with  the  terms  of  the  Master  Encroachment 
Permit  described  below,  which  requires  the  Developer  to  make  satisfactory  arrangements  and 
payments  to  the  easement  holder  for  the  relocation,  termination,  or  replacement  of  the  Vacated 
SFPUC  Easements,  which  may  include  relocated  easements  or  replacement  MOUs  between  the 
applicable  City  agency  easement  holder,  the  Port  and/or  the  Developer; 

(b)  As  a  condition  to  the  effectiveness  of  the  summary  vacation,  the 
Encroachment  Permit  requires  Developer  to  verify  the  locations  of  any  City  or  public  sei-vice 
utility  company  facilities  that  may  be  affected  by  the  vacation,  assumption  of  all  responsibility 
for  any  damage  to  such  facilities  due  to  its  activities,  and  establishment  of  satisfactory 
arrangements  and  payments  for  any  necessary  temporary  or  permanent  relocation  of  City  or 
public  service  utility  company  facilities; 


(g)  Without  limiting  the  foregoing,  the  Encroachment  Permit  provides  that 
prior  to  and  as  a  condition  to  the  effectiveness  of  the  summary  vacation  of  the  SFPUC  Jackson 
Street  Easement,  such  easement  shall  have  been  superseded  by  the  Relocated  SFPUC  Jackson 
Street  Easement,  the  Port  shall  have  granted  SFPUC  the  SFPUC  Seawall  Lot  Easement,  and 
SFPUC  and  Developer  shall  have  entered  into  and  recorded  the  SFPUC  Agreement,  all  as 
described  in  subsection  (h)  of  this  Whereas  clause; 

(h)  Prior  to  and  as  condition  to  the  effectiveness  of  the  summary  vacation  of 
the  Vacated  SFPUC  Easements,  the  following  additional  conditions  shall  have  occurred: 

(i)  SFPUC  and  Developer  shall  have  entered  into  and  recorded  an 
agreement  (the  SFPUC  Agreement),  in  form  and  content  acceptable  to  SFPUC,  that  addresses 
the  SFPUC's  review  and  approval  of  Project  plans,  specifications  and  construction  methods,  and 
sets  forth  conditions  on  Developer  designed  to  avoid  adverse  impacts  on  the  SFPUC  Facilities, 
SFPUC's  Force  Main  Project,  and  SFPUC's  ability  to  operate,  maintain,  repair,  modify,  expand 
or  replace  the  SFPUC  Facilities,  including  the  facilities  installed  as  part  of  the  SFPUC's  Force 
Main  Project,  protects  SFPUC  from  any  liability,  claims,  and  damages  arising  from  the  design  or 
constaiction  of  the  Project  or  the  proximity  of  the  Project  to  the  SFPUC  Facilities,  and  preserves 
SFPUC's  ability  to  operate,  maintain,  repair,  alter,  expand  and  replace  the  SFPUC  Facilities 
without  increased  expense  (which  conditions  will  include,  without  limitation,  the  Developer's 
bearing  the  cost  of  SFPUC's  plan  review  and  inspections,  and  costs  of  relocating,  rehabilitating 
and/or  modifying  certain  SFPUC  Facilities  to  accommodate  the  Project); 

(ii)  SFPUC  shall  have  recommended  approval  of  the  tentative 
subdivision  map  for  the  Project  to  the  San  Francisco  Department  of  Public  Works  (DPW),  or 
DPW  shall  have  conditioned  its  approval  of  the  issuance  of  a  final  map  on  SFPUC's  approval, 
consistent  with  the  SFPUC  Agreement; 

(iii)  The  SFPUC  Jackson  Street  Easement  shall  have  been  superseded 
by  a  relocated  easement  in  favor  of  the  City,  approximately  forty  seven  (47)  feet  in  width  in  a 
location  acceptable  to  SFPUC,  for  the  SFPUC  Facilities  as  they  may  be  modified,  expanded, 
repaired  and  replaced  from  time  to  time,  to  restrict  surface  and  subsurface  uses,  protect  SFPUC 
Facilities  from  damage,  and  preserve  SFPUC's  ability  to  operate,  maintain,  repair,  alter,  expand 
and  replace  the  SFPUC  Facilities  without  significant  increased  expense,  substantially  in  the  form 
attached  hereto  (the  Relocated  SFPUC  Jackson  Street  Easement); 

(iv)  Port  shall  have  granted  SFPUC  the  SFPUC  Seawall  Lot 
Easement,  in  dimensions  and  a  location  acceptable  to  SFPUC  General  Manager,  extending  from 
the  Relocated  SFPUC  Jackson  Street  Easement  across  Seawall  Lot  351  to  The  Embarcadero,  for 
the  SFPUC  Facilities,  substantially  in  the  fonn  attached  hereto,  granted  by  the  Port  pursuant  to 
authority  granted  by  the  Board  of  Supervisors  to  the  Port  Executive  Director  and  the  City's 
Director  of  Property  by  Resolution  No.  226-12  adopted  June  12,  2012  and  approved  by  the 
Mayor  on  June  20,  20 1 2; 


(v)  The  1963  Drumm  Street  Sewer  Easement  shall  have  been 
superseded  by  a  replacement  easement,  hi  form,  substance,  dimensions  and  in  a  location 
acceptable  to  SFPUC,  for  storm  water  or  sanitary  sewer  infrastructure  (the  Relocated  Drumm 
Street  Sewer  Easement);  and 

(vi)  The  SFPUC  shall  have  approved  the  Relocated  Drumm  Street 
Sewer  Easement  and  authorized  the  City's  Director  of  Property  to  accept  such  easement  on 
behalf  of  the  City,  subject  to  authorization  by  the  Board  and  the  Mayor,  and  approved  the 
vacation  of  the  1 963  Dmmm  Street  Sewer  Easement,  conditioned  upon  the  Director  of 
Property's  acceptance  and  recording  of  the  Relocated  Drumm  Street  Sewer  Easement  subject  to 
authorization  by  the  Board  of  Supervisors  and  the  Mayor,  which  was  granted  in  Resolution  No. 
226-12;  and 

WHEREAS,  On  March  22,  2012,  the  Planning  Commission  reviewed  and  considered  the 
8  Washington  Street/Seawall  Lot  351  Project  Final  Environmental  Impact  Report  ("Final  EIR"), 
Planning  Department  File  No.  2(X)7.0030E,  consisting  of  the  Draft  Environmental  Impact  Report 
and  the  Comments  and  Responses  document,  and  found  that  the  contents  of  said  report  and  the 
procedures  through  which  the  Final  EIR  was  prepared,  publicized  and  reviewed  complied  with 
the  provisions  of  the  California  Environmental  Quality  Act  ("CEQA"),  the  CEQA  Guidelines  and 
Chapter  31  of  the  San  Francisco  Administrative  Code  and  found  further  that  the  Final  EIR 
reflects  the  independent  judgment  and  analysis  of  the  City  and  County  of  San  Francisco,  is 
adequate,  accurate  and  objective,  and  that  the  Comments  and  Responses  document  contains  no 
significant  revisions  to  the  Draft  EIR,  and  certified  the  completion  of  said  Final  EIR  in 
compliance  with  CEQA  and  the  CEQA  Guidelines  in  its  Motion  No.  18560.  The  Board  of 
Supervisors  affirmed  the  certification  of  the  Final  EIR  by  Motion  No.  12-061  on  May  15,  2012; 
and 

WHEREAS,   On  March  22,  2012,  the  Planning  Commission,  in  support  of  its  approval 
of  the  8  Washington  Street/Seawall  Lot  351  Project  adopted  findings  as  required  by  CEQA 
("CEQA  Findings"),  including  a  Statement  of  Overriding  Considerations  and  adoption  of  a 
Mitigation  Monitoring  and  Reporting  Plan  ("MMRP")  by  its  Motion  No.  18561 ,  and 

WHEREAS,   The  8  Washington  Street/Seawall  Lot  35 1  Project  as  adopted  by  the 
Planning  Commission  and  described  in  the  CEQA  Findings  is  the  same  as  the  Large  Fitness 
Center  Project  Variant  analyzed  in  the  Final  EIR,  Chapter  VIII,  C  &  R  N.37-44,  except  that  the 
project  as  approved  by  the  Planning  Commission  and  described  in  the  CEQA  Findings  provides 
for  134  residential  units  instead  of  160  units  and  382  parking  spaces  (127  residential  and  255 
public)  instead  of  422  parking  spaces  (referred  to  as  the  "Project");  and 

WHEREAS,   On  June  12,  2012,  the  Planning  Department  prepared  a  memorandum  from 
Paul  Maltzer  to  the  Clerk  of  the  Board  of  Supervisors  (the  "Parking  Memorandum"),  that 
considered  the  effect  of  reducing  the  amount  of  commercial  parking  in  the  Project  from  255 
spaces  to  200  spaces  and  concluded  that  such  reduction  would  not  result  in  any  additional 
environmental  effects  beyond  those  analyzed  in  the  Final  EIR  for  the  reasons  stated  in  the 
Parking  Memorandum;  and 

WHEREAS,   Since  the  certification  of  the  Final  EIR,  adoption  of  the  CEQA  Findings 


and  approval  of  the  Project  by  the  Planning  Commission  as  described  in  the  CEQA  Findings,  and 
as  modified  as  described  in  the  Parking  Memorandum,  the  Planning  Department  prepared  an 
Addendum  to  the  Final  EIR,  dated  February  20,  2013  (the  "Addendum")  that  considers  further 
minor  modifications  to  the  project;  and 

WHEREAS,    The  Addendum  analyzes  changes  in  the  width  of  a  street  median,  traffic 
lanes  and  sidewalk  widths  on  Washington  and  Drumm  Streets,  reduction  of  eight  off-street 
parking  spaces,  and  the  addition  of  two  bike  lanes  on  the  block  of  Washington  Street  between 
Drumm  Street  and  The  Embarcadero.  The  Addendum  also  considers  a  slight  increase  in  the 
amount  of  open  space,  the  vacation  of  various  utility  easements,  relocation  of  certain  easements 
and  granting  of  new  easements  to  accommodate  the  San  Francisco  Public  Utilities  Commission's 
utilities  in  the  project  area;  and 

WHEREAS,    The  Addendum  concludes  that  the  Project  as  approved  by  the  Planning 
Commission  and  as  modified  as  described  in  the  Parking  Memorandum  and  the  Addendum 
(referred  to  as  the  "Modified  Project")  is  within  the  scope  of  the  8  Washington  Street/Seawall 
Lot  351  Project  analyzed  in  the  Final  EIR  and  will  not  result  in  any  new  significant  impacts  or  a 
substantial  increase  in  the  severity  of  previously  identified  significant  effects  that  alter  the 
conclusions  reached  in  the  Addendum  for  the  reasons  stated  in  the  Addendum,  and  any 
supporting  documents  have  been  made  available  to  the  SFPUC  and  the  public;  and 

WHEREAS,  Copies  of  the  Final  EIR,  the  Planning  Commission's  Motions,  the  Parking 
Memorandum  and  the  Addendum  and  supporting  documents  are  on  file  with  SFPUC 
Commission  Secretary  and  are  incorporated  in  this  Resolution  by  this  reference;  and 

WHEREAS,  The  SFPUC  staff  recommends  that  the  SFPUC  approve  the  summary 
vacation  of  Vacated  SFPUC  Easements  related  to  the  Modified  Project,  subject  to  the  conditions 
stated  below;  now,  therefore  be  it 

RESOLVED,  The  SFPUC  has  considered  the  Final  EIR,  the  CEQA  Findings  that  were 
previously  adopted  by  the  Planning  Commission,  including  the  Statement  of  Overriding 
Considerations  and  the  MMRP,  the  Parking  Memorandum  and  the  Addendum,  and  the  SFPUC 
adopts  the  CEQA  Findings,  the  additional  CEQA  Findings  in  the  Parking  Memorandum  and  the 
Addendum  as  its  own;  and  be  it 

FURTHER  RESOLVED,  The  SFPUC  additionally  finds  that  (1)  implementation  of  the 
Modified  Project  does  not  require  major  revisions  to  the  Final  EIR  due  to  the  involvement  of  the 
new  significant  environmental  effects  or  a  substantial  increase  in  the  severity  of  previously 
identified  significant  impacts;  (2)  no  substantial  changes  have  occurred  with  respect  to  the 
circumstances  under  which  the  project  analyzed  in  the  Final  EIR  will  be  undertaken  that  would 
require  major  revisions  to  the  Final  EIR  due  to  the  involvement  of  new  significant  environmental 
effects,  or  a  substantial  increase  in  the  severity  of  effects  identified  in  the  Final  EIR;  and  (3)  no 
new  information  of  substantial  importance  to  the  project  analyzed  in  the  Final  EIR  has  become 
available,  which  would  indicate  that  (i)  the  Modified  Project  will  have  significant  effects  not 
discussed  in  die  Final  EIR;  (ii)  significant  environmental  effects  will  be  substantially  more 
severe;  (iii)  mitigation  measures  or  alternatives  found  not  feasible,  which  would  reduce  one  or 


more  significant  effects,  have  become  feasible;  or  (iv)  mitigation  measures  or  alternatives,  which 
are  considerably  different  from  those  in  the  Final  EIR,  will  substantially  reduce  one  or  more 
significant  effects  on  the  environment  that  would  change  the  conclusions  set  forth  in  the  Final 
EIR;  and  be  it 

FURTHER  RESOLVED,  This  Commission  approves  the  terms  of,  and  authorizes  the 
Director  of  Property  to  accept,  subject  to  approval  of  the  Board  of  Supervisors  and  Mayor,  the 
following  easements  (collectively.  New  and  Relocated  SFPUC  Easements),  to  be  under  the 
jurisdiction  of  the  SFPUC,  effective  as  of  the  close  of  escrow  under  the  Purchase  and  Sale 
Agreement  and  the  DDA  (the  Closing): 

A  permanent  easement  to  replace  the  SFPUC  Jackson  Street  Easement,  which  shall  be 
approximately  forty  seven  (47)  feet  in  width  ,  in  a  location  approved  by  the  General 

...  Manager,  for  the  SFPUC  Facilities  as  they  may  be  modified,  expanded,  repaired  and 

replaced  from  time  to  time,  restricting  other  surface  and  subsurface  uses,  protecting 
SFPUC's  sewer  facilities,  including  without  limitation  sewer  pipes,  boxes,  vaults  and 
structures,  with  all  associated  appurtenances,  appliances  and  fittings  (collectively, 
SFPUC's  Facilities)  from  damage,  and  preserving  SFPUC's  ability  to  install,  operate, 
maintain,  repair,  alter,  expand  and  replace  the  SFPUC  Facilities  from  time  to  time 
without  increased  expense  (the  Relocated  SFPUC  Jackson  Street  Easement); 

A  permanent  easement  to  replace  the  1963  Drumm  Street  Sewer  Easement  and  the 
Dmmm  Street  Drainage  Easements,  in  dimensions  and  exact  location  approved  by  the 
General  Manager,  for  storm  and  sanitary  sewer  puiposes,  restricting  other  surface  and 
subsurface  uses,  protecting  SFPUC's  Facilities  from  damage,  and  preserving  SFPUC's 
ability  to  install,  operate,  maintain,  repair,  alter,  expand  and  replace  its  sewer  facilities 
from  time  to  time  without  increased  expense  (die  Relocated  Drumm  Street  Sewer 
Easement); 

A  new  66-year  easement,  in  dimensions  and  exact  location  acceptable  to  SFPUC  General 
Manager  extending  from  the  Relocated  SFPUC  Jackson  Street  Easement  across  Seawall 
Lot  351  to  The  Embarcadero,  for  the  SFPUC  Facilities,  restricting  other  surface  and 
subsurface  uses,  protecting  SFPUC's  Facilities  from  damage,  and  preserving  SFPUC's 
ability  to  install,  operate,  maintain,  repair,  aker,  expand  and  replace  the  SFPUC  Facilities 
from  time  to  time  without  increased  expense  (the  SFPUC  Seawall  Lot  Easement);  and 

A  new  permanent  easement  for  SFPUC's  existing  underground  thrust  block  and  future 
vault  structure,  in  a  location  along  The  Embarcadero  within  a  portion  of  the  developer's 
Condominium  Parcel  (which  is  currently  part  of  Seawall  Lot  351),  in  dimensions  and 
exact  location  to  be  approved  by  the  General  Manager,  restricting  other  surface  and 
subsurface  uses,  protecting  SFPUC's  Facilities  from  damage,  and  preserving  SFPUC's 
ability  to  install,  operate,  maintain,  repair,  alter,  expand  and  replace  the  SFPUC  Facilities 
from  time  to  time  without  increased  expense  (the  SFPUC  Vault  Easement);  and,  be  it 

FURTHER  RESOLVED.  That  the  terms  of  the  New  and  Relocated  SFPUC  Easements 
shall  be  substantially  in  the  form  on  file  wiUi  the  Commission  Secretary  and  part  of  the  record 


before  this  Commission,  with  such  modifications  as  the  General  Manager  determines,  in 
consultation  with  the  City  Attorney,  are  consistent  with  this  Resolution,  and  do  not  diminish  the 
benefits  to  the  SFPUC  or  increase  the  liability  or  obligations  of  the  SFPUC,  consistent  with 
applicable  laws,  ;and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  delegates  to  the  General  Manager,  in 
consultation  with  SFPUC's  Chief  Surveyor  and  SFPUC's  Assistant  General  Manager, 
Wastewater  Enterprise,  the  authority  to  approve  the  locations  and  legal  descriptions  of  the  New 
and  Relocated  SFPUC  Easements  and  to  approve  the  tentative  and  final  subdivision  maps  for  the 
Project,  coasistent  with  such  easement  descriptions  and  this  Resolution;  and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  delegates  to  the  SFPUC  General 
Manager  authority  to  negotiate  proposed  terms  of  agreement  between  the  City,  acting  through 
the  SFPUC,  and  the  Developer  (the  SFPUC  Agreement),  that  addresses  the  SFPUC's  review 
and  approval  of  Project  plans,  specifications  and  construction  methods,  and  sets  forth  conditions 
on  Developer  designed  to  avoid  adverse  impacts  on  the  SFPUC  Facilities,  SFPUC's  Force  Main 
Project,  and  SFPUC's  ability  to  operate,  maintain,  repair,  modify,  expand  or  replace  the  SFPUC 
Facilities,  including  the  facilities  installed  as  part  of  the  SFPUC's  Force  Main  Project,  protects 
SFPUC  from  any  liability,  claims,  and  damages  arising  from  the  design  or  construction  of  the 
Project  or  the  proximity  of  the  Project  to  the  SFPUC  Facilities,  and  preserves  SFPUC's  ability  to 
operate,  maintain,  repair,  alter,  expand  and  replace  the  SFPUC  Facilities  without  increased 
expense  (which  conditions  will  include,  without  limitation,  the  Developer's  bearing  the  cost  of 
SFPUC's  plan  review  and  inspections,  and  costs  of  relocating,  rehabilitating  and/or  modifying 
certain  SFPUC  Facilities  to  accommodate  the  Project),  subject  to  this  Commission's  subsequent 
approval  of  the  material  terms  of  such  agreement;  and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  finds  that  die  Vacated  SFPUC  Easements 
are  surplus  to  the  needs  of  any  utility  under  the  SFPUC  jurisdiction,  and  approves  the  vacation  of 
the  Vacated  SFPUC  Easements,  effective  as  of  the  Closing,  subject  to  the  following  conditions 
and  further  subject  to  approval  by  the  Board  of  Supervisors  and  the  Mayor: 

(1)  Prior  to  and  as  a  condition  to  the  effectiveness  of  the  summary  vacation  of  the  Vacated 
SFPUC  Easements,  the  Developer  shall  have  entered  into  a  master  encroachment  permit 
(Master  Encroachment  Permit)  which  shall  require  the  Developer  to  make  satisfactory 
aiTangements  and  payments  to  the  easement  holder  for  the  relocation,  termination  or 
replacement  of  the  Vacated  SFPUC  Easements,  which  may  include  relocated  easements 
or  replacement  Memoranda  of  Understanding  between  the  applicable  City  agency 
easement  holder,  the  Port  and/or  the  Developer.  Without  limiting  the  foregoing,  the 
Master  Encroachment  Permit  shall  provide  that  prior  to  and  as  a  condition  to  the 
effectiveness  of  the  summary  vacation  of  the  Jackson  Street  Easement,  such  easement 
shall  have  been  superseded  by  the  Relocated  SFPUC  Jackson  Street  Easement  (as 
hereinafter  described),  the  Port  shall  have  granted  the  SFPUC  the  SFPUC  Seawall  Lot 
Easement  (as  hereinafter  described)  and  the  SFPUC  and  the  Developer  shall  have  entered 
into  and  recorded  the  SFPUC  Agreement  (as  hereinafter  described). 

(2)  The  Master  Encroachment  Permit  shall  also  require  the  Developer  to  verify  the  locations 


of  any  City  or  public  service  utility  company  facilities  that  may  be  affected  by  the 
vacation,  assume  all  responsibility  for  any  damage  to  such  facilities  due  to  its  activities, 
and  to  make  satisfactory  arrangements  and  payments  for  any  necessary  temporary  or 
permanent  relocation  of  City  or  public  service  utility  company  facilities. 

(3)  Prior  to  and  as  condition  to  the  effectiveness  of  the  summaiy  vacation  of  the  Vacated 
SITPUC  Easements,  the  following  prerequisites  shall  have  occurred: 

a.  The  SFPUC  and  the  Developer  shall  have  entered  into  the  SFPUC  Agreement, 
as  described  above,  and  such  Agreement  shall  have  been  recorded  in  the  City's 
real  property  records  to  be  effective  upon  the  Closing  as  equitable  servitudes  and 
perpetual  covenants  running  with  the  Developer's  parcel  generally  described  in  the 
Purchase  and  Sale  Agreement  as  the  Condominium  Parcel,  for  the  benefit  of  the 
New  and  Relocated  SFPUC  Easements,  and  senior  in  priority  to  any  mortgage, 

 deed  of  tmst,  easement,  or  other  lien; 

b.  The  SFPUC  shall  have  recommended  approval  of  the  tentative  subdivision  map 
for  the  Project  to  DPW  or  DPW  shall  have  conditioned  its  approval  of  the 
issuance  of  a  final  map  on  the  SFPUC s  approval,  consistent  with  the  SFPUC 
Agreement; 

c.  The  Relocated  SFPUC  Jackson  Street  Easement,  as  described  above,  shall 
have  been  accepted  by  City  and  recorded  upon  the  Closing  such  that  the 
easement  is  senior  in  priority  to  any  mortgage,  deed  of  trust,  easement,  or  other 
lien; 

d.  The  Seawall  Lot  Easement,  as  described  above,  shall  have  been  accepted  by 
City  and  recorded  upon  the  Closing  such  that  the  easement  is  senior  in  priority  to 
any  mortgage,  deed  of  trust,  easement,  or  other  lien; 

e.  The  Relocated  Drumm  Street  Sewer  Easement,  as  described  above,  shall  have 
been  accepted  by  City  and  recorded  upon  the  Closing  such  that  the  easement  is 
senior  in  priority  to  any  mortgage,  deed  of  trust,  easement  or  other  lien;  and 

f.  The  SFPUC  Vault  Easement,  as  described  above,  shall  have  been  accepted  by 
City  and  recorded  upon  the  Closing  such  that  the  easement  is  senior  in  priority  to 
any  mortgage,  deed  of  trust,  easement  or  other  lien;  and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  SFPUC  General 
Manager  to  recommend  approval  by  the  Board  of  Supervisors  and  the  Mayor  of  the  Ordinance 
authorizing  the  Vacated  SFPUC  Easements,  the  Encroachment  Permit,  the  Relocated  Jackson 
Street  Easement,  the  Relocated  Dmmm  Street  Sewer  Easement,  the  SFPUC  Vault  Easement  and 
the  Seawall  Lot  Easement,  consistent  with  this  Resolution;  and,  be  it 

FURTHER  RESOLVED,  That,  upon  satisfaction  of  the  conditions  to  the  vacation  of  the 
Vacated  SFPUC  Easements,  and  approval  by  the  Board  of  Supervisors,  this  Commission 
authorizes  the  SFPUC  General  Manager  and/or  the  City's  Director  of  Property  to  execute  and 
deliver  quitclaim  deeds  and  other  documents  to  implement  the  easement  vacations  consistent 
with  this  Resolution;  and,  be  it 

FURTHER  RESOLVED,  That,  upon  approval  by  Board  of  Supervisors,  this  Commission 
authorizes  the  SFPUC  General  Manager  and  the  City's  Director  of  Property  to  take  any  and  all 


other  steps  they,  in  consultation  with  flie  City  Attorney,  beUeve  aie  in  the  best  interest  of  the 
City;  do  not  materially  increase  the  obligations  or  liabilities  of  the  SFPUC  or  diminish  the 
benefits  to  the  SFPUC;  are  necessary  or  advisable  to  effectuate  the  puiposes  and  intent  of  this 
resolution;  and  are  in  compliance  with  all  applicable  laws,  including  the  City  Charter. 

[hereby  certify  that  the  foregoing  resohition  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  March  12,  2013. 

Ia^JjTisa,  i-,  M-^-&'f4 

Secretary,  Public  Utilities  Commission 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  13-0039 


WHEREAS,  On  March  27,  2012  this  Commission  approved  Resolution  No.  12-0054 
authonzmg  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  to' 
execute  on  behalf  of  the  City  and  County  of  San  Francisco,  a  Collection  Agreement  with  the 
United  States  Forest  Service  (Forest  Service)  for  the  SFPUC  to  fund  work  by  Forest  Service 
staff,  includmg  environmental  analyses,  value  consultation  and  land  title  serves,  and  preparation 
of  a  Feasibility  Analysis  (collectively  Preparatory  Work)  for  acquisition  by  the  SFPUC  of  25  2 
acres  of  land  at  Camp  Mather  in  Tuolumne  County,  for  an  amount  not  to  exceed  $77  167  and  a 
duration  of  30  months;  and   —    ~  '"'"l^ 

nnnlvd  ^"^H^^'l?'  ^'""^^  Commission  for  its  review  of  the  environmental 

analysis,  and  authorization  to  complete  the  Land  Exchange  following  the  completion  of 
necessary  environmental  review  and  other  analyses  stated  in  the  Collection  Agreement:  and 

WHEREAS,  Modification  No  1  in  the  amount  of  $21,722  is  being  requested  for  cost 
increases  for  value  consultation  and  land  title  services;  and 

•  F""'*^  ^'"^  available  from  Hetch  Hetchy  Water  and  Power  Capital  Budget 

project  number  CUH998;  now,  therefore,  be  it  ^ 

RESOLVED,  That  this  Commission  hereby  approves  Modification  No.  1  to  the 

reSTo^FpTr^H ^T'  ^'■'"'^  ^''y       County  of  San  Francisco 

related  to  SFPUC  funding  analysis  of  a  possible  SFPUC  land  acquisition  of  Forest  Service 
Property  at  Camp  Mather,  Tuolumne  County,  California,  increasing  the  Agreement  by  $21  722 
for  a  total  Agreement  amount  of  $77. 1 67.  y  ^  ,>^^, 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  Inarch  12,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0040 


WHEREAS,  On  April  24,  2012,  per  Resolution  No.  12-0065,  this  Commission  approved 
the  award  of  Wastewater  Enterprise  Capital  Improvement  Program  (CIP)  and  Sewer  System 
Improvement  Program  (SSIP)-funded  Contract  No.  WW-483RR,  North  Shore  to  Channel  Force 
Main  Drainage  Improvement  and  Pavement  Renovation  to  K.J.  Woods  Construction;  and 

WHEREAS,  The  constniction  contract  Notice-To-Proceed  date  was  set  for  May  29, 
2012;  and 

WHEREAS,  The  original  contract  amount  was  for  $15,488,000  and  the  original  contract 
duration  was  553  consecutive  calendar  days;  and 

WHEREAS,  Under  subsections  6.22(H)(1)  and  (2)  of  the  Administrative  Code, 
cumulative  increases  in  price  in  excess  of  ten  percent  of  the  original  conuact  price  and 
cumulative  extensions  of  time  in  excess  of  ten  percent  of  the  original  contract  duration  are 
subject  to  the  Commission  approval;  and 

WHEREAS,  The  project  has  encountered  circumstances  in  the  field  that  were  not 
anticipated  during  the  planning  and  design  phases  of  the  project,  including  differing  site 
conditions,  design  modifications  required  to  avoid  utility  conflicts,  and  rerouting  of  traffic  and 
bus  routes;  and 

WHEREAS,  Cost  modifications  approved  to  date  for  diis  construction  contract  amount  to 
$118,236.50,  potential  change  orders  amount  to  $9,770,700,  and  trends  amounts  to  $5,553,300; 
and 

WHEREAS,  These  change  orders,  trends  and  10%  contingency  of  work  not  yet 
performed,  if  converted  to  approved  change  orders,  would  exceed  the  pre-approved  10% 
construction  cost  contingency;  and 

WHEREAS,  An  increase  in  the  contract  cost  and  duration  contingencies  are  requested  in 
the  amount  up  to  $15,324,000,  for  a  total  revised  contract  amount  up  to  $32,360,800,  and  an 
increase  in  the  contract  duration  contingency  of  up  to  466  consecutive  calendar  days,  for  a  total 
revised  contract  duration  up  to  1,019  consecutive  calendar  days,  subject  to  the  General 
Manager's  subsequent  authorization  of  modifications,  if  appropriate;  and 

WHEREAS,  A  Preliminary  Initial  Study/Mitigated  Negative  Declaration  (IS/MND)  for 
the  Project  was  prepared  and  published  for  public  review  on  Februaiy  29,  2012,  and  was 
available  for  public  comments  until  March  20,  2012;  and 

WHEREAS,  On  March  21,  2012,  the  Environmental  Review  Officer  (ERO),  San 
Francisco  Planning  Department  Environmental  Planning  Division  reviewed  and  considered  the 
Final  Mitigated  Negative  Declaration  (FMND)  and  found  the  contents  of  said  report  and  the 
procedures  through  which  the  FMND  was  prepared,  publicized  and  reviewed  complied  with  the 
California  Environmental  Quality  Act  (California  Public  Resources  Code  Sections  21000  et  seq.) 
(CEQA),  14  CaUfomia  Code  of  Regulations  Sections  15000  et  seq.  (the  "CEQA  Guidelines") 
and  Chapter  31  of  the  San  Francisco  Administrative  Code  ("Chapter  31");  the  Planning 
Department  found  that  FMND  was  adequate,  accurate,  and  objective,  reflected  the  independent 
analysis  and  judgment  of  the  Planning  Department,  and  the  summary  of  comments  and  responses 
contained  no  significant  revisions  to  the  Preliminary  IS/MND,  and  issued  the  FMND  for  the 
Project  in  compliance  widi  CEQA,  the  CEQA  Guidelines  and  Chapter  3 1;  and 


WHEREAS,  On  April  24,  2012,  at  a  public  meeting  of  the  SFPUC,  the  SFPUC  adopted 
Resolution  No.  12-0065,  in  which  the  SFPUC  adopted  CEQA  Findings  and  the  FMND,  and 
adopted  the  Mitigation  Monitoring  and  Reporting  Program  (MMRP);  approved  the  project  and 
the  award  of  Contract  No.  WW-483RR,  Nonh  Shore  to  Channel  Force  Main  Drainage 
Improvement  and  Pavement  Renovation,  and 

WHEREAS,  On  March  1,  2013,  the  San  Francisco  Planning  Department  reviewed  the 
potential  modifications  in  the  Project,  determined  that  the  Revised  Project  would  not  result  in 
any  new  significant  environmental  impacts  or  a  substantial  increase  in  the  severity  of  previously 
identified  significant  impacts  that  alter  the  conclusions  reached  in  the  Final  IS/MND,  and  the 
administrative  record,  and  would  not  require  any  new  mitigation  measures  and  that  no  additional 
environmental  review  is  necessary;  and 

WHEREAS,  The  Project  files,  including  the  FMND  and  SFPUC  Resolution  No.  12-0065 
have  been  made  available  for  review  by  the  SFPUC  and  the  public,  and  those  files  are  part  of  the 
record  before  this  Commission;  and 

WHEREAS,  The  SFPUC  has  reviewed  and  considered  the  information  contained  in  the 
FMND,  all  written  and  oral  information  provided  by  the  Plaiming  Department,  the  pubtic, 
relevant  public  agencies,  SFPUC  and  other  experts  and  the  administrative  files  for  the  Project; 
and 

WHEREAS,  Contract  Monitoring  Division  (CMD)  subcontracting  goal  of  15%  Local 
Business  Enterprise  (LBE)  participation  was  established  for  this  construction  contract;  and 

WHEREAS,  The  20.7%  LBE  participation  goal,  as  submitted  at  the  time  of  bid,  has  been 
committed  by  the  Contractor;  and 

WHEREAS,  Staff  is  in  negotiation  with  PG&E  on  a  Draft  Reimbursement  Agreement  for 
acceptance  of  funds  (approximately  $2,100,000)  and  issuance  of  a  Contract  Modification  in 
response  to  PG&E's  request  for  SFPUC  to  re-design  some  work  from  open-cut  excavation  to 
trenchless  pipeline  installation;  and 

WHEREAS,  After  acceptance  and  appropriation  of  funds  from  PG&E,  and  reallocation 
of  internal  funding  sources  from  CENMSCICSR  and  CWWSIPSR,  subject  to  further  Board  of 
Supervisors'  approval  as  necessary,  funds  will  be  available  for  the  contract  modification;  and 

WHEREAS,  Staff  is  under  negotiation  with  SFMTA  on  a  Draft  Memorandum  of 
Understanding  to  procure  support  from  SFMTA  for  coordination  and  support  to  implement 
changes  to  traffic  and  bus  routing;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  has  reviewed  and  considered  the  FMND  and  record 
as  a  whole,  finds  that  the  FMND  is  adequate  for  its  use  as  the  decision-making  body  for  the 
action  taken  herein,  to  increase  the  constmction  contract  cost  contingency  and  contract  duration 
contingency  and  related  actions,  and  incorporates  the  CEQA  findings  contained  in  Resolution 
No.  12-0065  herein  by  this  reference;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  finds  that  since  the  FMND  was 
finalized,  there  have  been  no  substantial  project  changes  and  no  substantial  changes  in  project 
circumstances  that  would  require  major  revisions  to  the  FMND  due  to  the  involvement  of  new 
significant  environmental  effects  or  an  increase  in  the  severity  of  previously  identified  significant 
impacts,  and  there  is  no  new  information  of  substantial  importance  that  would  change  the 
conclusions  set  forth  in  the  FMND,  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  approves  an  increase  to  the  existing 
contract  cost  contingency  in  the  amount  up  to  $15,324,000  for  a  total  revised  contract  amount  up 
to  $32,360,800,  and  approves  an  increase  to  the  existing  contract  duration  contingency  by  up  to 
466  consecutive  calendar  days,  for  a  total  revised  contract  duration  up  to  1,019  consecutive 
calendar  days,  and  hereby  authorizes  the  General  Manager  to  consider,  and  if  appropriate,  to 


approve  any  future  modifications  to  the  contract  for  the  Wastewater  Enterprise  CIP  and  SSIP- 
funded  Contract  No.  WW-483RR,  North  Shore  to  Channel  Force  Main  Drainage  Improvement 
and  Pavement  Renovation  with  K.J.  Woods  Construction;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  of  the 
SFPUC  to  complete  negotiation,  in  consultation  with  the  City  Attorney's  Office,  and  enter  into  a 
Memorandum  of  Understanding  with  SFMTA  to  provide  funds  to  SFMTA  to  perform  temporary 
traffic  and  bus  re-routing  related  to  and  under  the  Wastewater  Enterprise  Project  Number 
CENMSCIC52,  North  Shore  to  Channel  Drainage  Improvement  and  Pavement  Renovation  in 
such  final  form  as  approved  by  the  General  Manager  and  the  City  Attorney;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  of  the 
SFPUC  to  complete  negotiation,  in  consuhation  with  the  City  Attorney's  Office,  and  enter  into  a 
Reimbursement  Agreement  with  PG&E  to  fully  fund  trenchless  pipeline  sewer  improvements 
requested  by  PG&E,  related  to  and  under  the  Wastewater  Enterprise  Contract  Number  WW- 
483RR,  North  Shore  to  Channel  Drainage  Improvement  and  Pavement  Renovation,  and  to 
indemnify  the  City  and  County  of  San  Francisco  for  any  costs  or  loss  related  to  the  Staff  support 
and  Contract  Modification  necessary  to  accommodate  for  changes  in  projects- 

work,  in  such  final  form  as  approved  by  the  General  Manager  and  the  City  Attorney;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  to 
accept  and  expend  funds  from  PG&E  to  issue  a  Contract  Modification  for  trenchless  pipeline 
installation  and  to  authorize  staff  to  provide  support  in  project  and  construction  management 
support,  subject  to  reimbursement  through  the  Reimbursement  Agreement;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  to  seek 
Board  of  Supervisors'  authorization  for  acceptance  and  appropriation  of  funds  for  the  work,  as 
necessary,  consistent  with  this  Resolution. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  March  12,  2013. 

// i  KJ.H  i A. A' ^A''A"AL   

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0041 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC),  established  pursuant  to 
San  Francisco  Charter  Section  4.112,  has  the  "exclusive  charge  of  the  construction,  management, 
supervision,  maintenance,  extension,  expansion,  operation,  use  and  control  of  all  water,  clean  water 
and  energy  supplies  and  utilities  of  the  City  as  well  as  the  real,  personal  and  financial  assets,  which  are 
under  the  Commission's  jurisdiction  or  assigned  to  the  Commission  under  Section  4.132,"  as  provided 
in  San  Francisco  Charter  section  8B.121;  and 

WHEREAS,  The  SFPUC  has  a  duly  appointed  General  Manager  and  pursuant  to  Charter 
Section  4.126,  the  General  Manager  is  responsible  for  the  administration  and  management  of  the 
department;  and 

WHEREAS,  The  Real  Estate  Services  Division  (RES)  of  the  San  Francisco  Public  Utilities 
Commission  (SFPUC),  among  other  things,  manages  real  property  under  the  SFPUC's  jurisdiction 
having  income-producing  potential;  and 

WHEREAS,  On  March  13,  2012  by  Resolution  12-0043,  the  SFPUC  approved  the  Real  Estate 
Services  Guidelines  (2012  Guidelines)  which  established  a  high-level  manual  for  RES  focusing  on 
critical  policy  objectives  governing  the  use  of  certain  SFPUC  lands;  and 

WHEREAS,  Since  2012,  SFPUC  policy  and  procedures  have  changed  to  the  extent  that  the 

2012  Guidelines  no  longer  reflect  current  commercially  standard  rental  valuation  methods  or  SFPUC 
operations,  obligations  and  practices;  and 

WHEREAS,  Resolution  12-0043  contemplated  that  the  Real  Estate  Director  would  ask  the 
SFPUC  to  amend  the  2012  Guidelines  from  time  to  time;  and 

WHEREAS,  RES  revised  the  2012  RES  Guidelines  (Revised  Guidelines)  to  reflect  (a)  changes 
in  SFPUC  policy  to  confirm  that  SFPUC  property  may  not  be  used  by  a  third  party  to  fulfill  another 
jurisdiction's  open  space,  setback  or  development  requirements;  (b)  updated  standard  commercial  lease 
and  license  rental  valuation  practices;  (c)  revised  City  Attorney  forms  of  leases  and  licenses;  (d) 
corrected  errata  in  the  2012  Guidelines  and  (e)  changes  designed  to  allow  RES  greater  efficiency  and 
flexibility  in  the  management  of  SFPUC  property;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  Revised  Guidelines,  dated  March  5, 

2013  and  the  attached  City  Attorney-approved  legal  fonns  of  leases  and  licenses;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager,  the  Real  Estate 
Director  and  the  Director  of  Property  to  take  any  and  all  other  steps  they  or  the  City  Attorney  believe  are 
in  the  best  interest  of  the  City;  do  not  increase  materially  increase  the  obligations  or  liabilities  of  the 
City;  are  necessary  or  advisable  to  effectuate  the  purposes  and  intent  of  the  this  resolution;  and  are  in 
compliance  with  all  applicable  laws,  including  the  City  Charter. 

/  hereby  certify  that  the  foregoing  resohition  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  March  12,  2013. 


Secretary,  Public  Utilities  Commission 
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Disability  Access 


The  Public  Utilities  Commission  meeting  will  be  held  in  the  Legislative  Chamber,  Room  250,  at  One 
1  Dr.  Carlton  B.  Goodlett  Place,  (400  Van  Ness  Avenue),  San  Francisco,  CA.  The  closest  accessible 
BART  Station  is  the  Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible 
IVIUNI  Lines  serving  this  location  are:  Muni  Metro  lines  J  Church,  K  Ingleside,  L  Taraval,  M 
Oceanview,  N  Judah  and  T  Third  at  Van  Ness  and  Civic  Center  Stations;  F  Market  Line;  and  bus 
routes  19  Polk,  47  Van  Ness,  49  Mission  Van  Ness,  5  Fulton,  6  Parnassus,  21  Hays,  9  San  Bruno, 
9L  San  Bruno  Limited,  71  Haight  Noriega  and  71 L  Noriega  Limited.  For  more  information  about 
MUNI  accessible  services  call  (415)  701 .4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been 
designated  on  the  Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility- 
impaired  persons.  There  is  accessible  parking  available  within  the  Civic  Center  Underground 
Parking  Garage  at  the  corner  of  McAllister  and  Polk  Streets,  and  within  the  Performing  Arts  Parking 
Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain 
meeting  materials  in  alternative  format,  please  contact  Donna  Hood  at  (415)  554-3165,  or  by 
emailing  dhood(a)sfwater.ora.  Providing  at  least  72  hours  notice  will  help  to  ensure  availability. 

To  assist  the  City's  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses, 
multiple  chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that 
other  attendees  may  be  sensitive  to  various  chemical  based  products.  Please  help  the  City 
accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance 
(Chapter  67  of  the  San  Francisco  Administrative  Code) 

Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public. 
Commissions,  boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the 
people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the  people  and 
that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under  the 
Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  the  Sunshine  Ordinance  Task 
Force,  City  Hall,  Room  409,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102-4683  at 
Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554-7854;  E-mail:  sotfasfgov.org.  Copies  of  the 
Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San  Francisco 
Public  Library  and  on  the  City's  website  at  www.sfqov.orq. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are 
prohibited  at  this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the  meeting 
room  of  any  person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar 
sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements 

Individuals  and  entities  that  influence  or  attempt  to  influence  local  legislative  or  administrative  action 
may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF  Campaign  &  Governmental  Conduct 
Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information  about  the  Lobbyist 
Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue,  Suite 
220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-31 12;  web  site  at 
www.sfqov.orq/ethics. 


JOINT  MEETING 
San  Francisco  Public  Utilities  Commission 

and 

Local  Agency  Formation  Commission 


1 .  Call  to  Order 

2.  Roll  Call 

3.  Opening  Remarks  and  discussion  of  expectations  for  tine  joint  meeting. 

(Torres) 

4.  General  Public  Comment 

Members  of  the  public  may  address  the  Special  Joint  Meeting  of  the  San  Francisco 
Public  Utilities  Commission  and  the  Local  Agency  Formation  Committee  on  matters 
that  are  within  either  of  their  respective  Jurisdictions  and  are  not  on  today's  agenda. 

5.  Discussion  regarding  the  status  of  the  Memorandum  of  Understanding,  dated  April 
17,  2009,  between  the  San  Francisco  Public  Utilities  Commission  and  the  Local 
Agency  Formation  Commission.  (Hale) 

6.  Presentation  of  the  CleanPowerSF  Survey  Results.  (Hale) 

7.  Presentation  on  schedules  of  Not-to-Exceed  rates  and  charges  of  the  San  Francisco 
Public  Utilities  Commission  Power  Enterprise  for  Phase  One  of  the  CleanPowerSF 
Community  Choice  Aggregation  Program  for  renewable  power  procurement  for 
participating  electric  customers  within  San  Francisco.  (Hollings) 

8.  Presentation  and  discussion  of  a  Rate  Fairness  Board  Report  on  proposed 
CleanPowerSF  Not-to-Exceed  Rates  and  charges.  (Cheng) 

9.  Closing  remarks  and  discussion  of  next  steps.  (Torres) 


ADJOURNMENT 


SPECIAL  MEETING 
San  Francisco  Public  Utilities  Commission 


ORDER  OF  BUSINESS: 

1.  Call  to  Order 

2.  Roll  Call 

3.  General  Public  Comment 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within  the 
Commission's  jurisdiction  and  are  not  on  today's  agenda. 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney 
where  applicable. 

Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
525  Golden  Gate  Avenue,  13^"  Floor,  San  Francisco,  CA  94102,  Telephone:  (415)  554- 
3165,  Fax:  (415)  554-3424. 

4.  Discussion  and  possible  action  on  schedules  of  Not-to-Exceed  rates  and  charges  of 
the  San  Francisco  Public  Utilities  Commission  Power  Enterprise  for  Phase  One  of 
the  CleanPowerSF  Community  Choice  Aggregation  Program  for  renewable  power 
procurement  for  participating  electric  customers  within  San  Francisco.  (Hale) 

5.  Other  New  Business 


ADJOURNMENT 
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JOINT  MEETING 
San  Francisco  Public  Utilities  Commission 

and 

Local  Agency  Formation  Commission 


1.  Call  to  Order 

Chair  Avalos  called  the  joint  meeting  to  order  at  2:07  PM. 

2.  Roll  Call 

Present:  Torres,  Courtney,  VIetor,  Moran 

3.  Opening  Remarks  and  discussion  of  expectations  for  the  joint  meeting 
Chair  Avalos  provided  opening  remarks  and  discussed  meeting  expectations. 

4.  General  Public  Comments 
None. 

Chair  Avalos  stated  that  item  5  would  be  called  after  items  6,  7,  and  8,  which  he 
requested  be  called  together 

6.    Presentation  of  the  CleanPowerSF  Survey  Results 

Ms.  Barbara  Hale,  Assistant  General  Manager,  Power  Enterprise  introduced  the 
item  and  Mr  Dave  Metz,  partner,  Faiban,  Maslin,  Maullin,  Metz  and  Associates, 
who  conducted  the  customer  sun/ey.  Mr  Metz  discussed  the  research 
methodology,  noting  that  2,708  random  ratepayers  in  San  Francisco  participated. 
He  offered  cautions  for  year-to-year  comparisons,  noting  that  current  data  may 
not  be  directly  compared  to  prior  year's  polls.  Mr.  Metz  proceeded  through  the 
presentation  and  discussed  the  questions  asked  to  participants,  including:  their 
familiarity  with  the  program;  their  willingness  to  pay  for  the  program  at  various 
tiers;  the  likelihood  of  opting-out  of  the  SFPUC  program  in  favor  of  the  PG&E 
Program;  and  questions  regarding  a  local  build-out. 

Mr  Metz  provided  a  brief  analysis  of  participants' responses. 

Discussion  ensued  on  the  various  tier  options,  the  effects  on  the  economy  and  on 
jobs  with  a  local  build-out  component. 

Commissioner  Caen  arrived  at  2:40  PM. 

Ms.  Hale  proceeded  with  the  presentation  and  discussion  ensued  on  follow-up 
questions  posed  at  the  March  12,  2013  meeting:  (1)  the  30MW  CleanPowerSF 
load;  (2)  a  new  2013  precinct  "heat  map";  (3)  information  on  integrating 
GoSolarSF  incentives  for  CleanPowerSF  customers;  and  (4)  key  levers  for  costs 
and  resulting  rate  impacts. 

Discussion  continued  regarding  intent  and  expectations  for  the  local  build-out, 
with  several  members  expressed  their  desire  for  a  robust  local  build-out  plan.' 


Commissioner  Vietor  requested  that  staff  put  together  an  outline/plan  for  the  local 
build-out,  including  financing,  jobs,  and  greenhouse  gas  reduction  numbers. 

Discussion  continued  on  the  build-out.  Commissioner  Courtney  questioned  the 
funding  allocation  for  GoSolarSF  and  Commissioner  Moran  requested  that  staff 
pursue  avenues  to  ensure  that  GoSolarSF  funds  are  allocated  to  CCA  customers 
exclusively. 

Presentation  on  schedules  of  Not-to-Exceed  rates  and  charges  of  the  San  Francisco 
Public  Utilities  Commission  Power  Enterprise  for  Phase  One  of  the  CleanPowerSF 
Community  Choice  Aaareaation  Program  for  renewable  power  procurement  for 
participating  electric  customers  within  San  Francisco. 

Mr.  Crispin  Hollings,  SFPUC  Director  of  Financial  Planning,  provided  a 
presentation  on  proposed  Not-to-Exceed  rates  for  CleanPowerSF,  discussing  the 
proposed  Tier  1  rate  premium  of  $10.24.  He  continued  with  discussion  of  the 
proposed  rates  and  charges,  followed  by  CleanPowerSF  Cost  of  Sen/ice  for  the 
first  five  years  of  the  program,  specifically  noting  procurement  costs,  rate 
stabilization  reserve,  and  recovery  of  start-up  cost  reserves.  Mr.  Hollings 
proceeded  to  discuss  the  Not-to-Exceed  rates  for  residential  customers  and  then 
presented  figures  for  a  customer  bill  premium  at  various  tiers,  and  offered  a  PG&E 
and  CleanPowerSF  bill  comparison  at  Tier  1.  Mr.  Hollings  concluded  his 
presentation  by  discussing  CleanPowerSF  tariffs,  focusing  on  residential  sen/ices. 

Brief  discussion  ensued  regarding  bonding  capacity,  given  the  proposed  Not-to- 
Exceed  rates,  and  how  the  proposed  rates  were  determined.  Ms.  Hale  stated  that 
staff  would  be  seeking  Commission  guidance  on  the  rates,  structure  and  bonding 
capacity.  President  Torres  stated  that  consideration  of  the  rates  should  be 
deferred  to  the  April  23^"  meeting  to  ensure  the  Commission  has  adequate  time  to 
review  various  scenarios,  rate  choices  and  other  information. 

Mr.  Hollings  responded  to  Commissioner  Breed's  question  on  PG&E  exit  fees  and 
surcharges  assessed  to  customers  leaving  the  PG&E  program.  Mr.  Hollings  noted 
there  will  be  no  opt-out  fee  for  residential  customers  who  decide  to  leave  the 
CleanPowerSF  program,  regardless  of  when  they  depart,  but  noted  that 
commercial  customers  will  be  charged  a  $25  fee  if  they  depart  the  program  after 
six  months. 

Presentation  and  discussion  of  a  Rate  Fairness  Board  Report  on  proposed 
CleanPowerSF  Not-to-Exceed  Rates  and  charges. 

Mr.  Kevin  Cheng,  Chair,  Rate  Fairness  Board  (RFB),  provided  a  brief  history  of  the 
RFB,  noting  that  the  Board  has  met  nine  times  since  January  2012  to  consider 
CleanPowerSF,  with  six  of  those  meetings  focused  on  Not-to-Exceed  rates.  He 
discussed  the  Board's  observations,  stating  that  the  proposed  Phase  I  rates  are 
technical  fair  and  are  designed  to  succeed  financially.  He  noted  that  ultimately,  the 
decision  to  proceed  with  Phase  I  is  a  policy  choice,  and  that  the  RFB  has  confidence 
in  SFPUC  staff.  He  stated  concerns  and  issues  that  were  raised  by  the  RFB  and 


offered  RFB  recommendations.  Discussion  ensued  on  the  RFB's  thoughts  on  the 
rates. 


Public  Comments 

•  Al  Weinrub,  Local  Clean  Energy  Alliance,  offered  his  thoughts  on  the  launch  of  the 
Program  and  the  customer  base.  He  expressed  desire  for  a  build-out  plan. 

•  Evan  Wynns,  San  Francisco  Energy  Co-operative,  stated  his  desire  for  green 
energy  and  urges  that  the  plan  be  put  into  effect  as  soon  as  possible. 

•  Ivy  Schlegel,  Greenpeace  USA,  supports  affordable,  clean,  and  renewable  energy 
and  discussed  similar  programs  offered  throughout  the  country. 

•  Sue  Vaughn,  Sierra  Club,  expressed  her  desire  that  the  program  move  fonward 
with  a  robust  local  build-out  with  affordable,  competitive  rates  and  job  creation. 

•  David  McCoard,  Sierra  Club,  supports  affordable  rates  and  local-build  out  with  job 
creation.  He  encouraged  the  issuance  of  bonds  upon  launch. 

•  Ben  Pittenger  supports  the  CleanPowerSF  Program  and  urges  a  quick,  robust 
build-out  with  affordable  rates  and  expressed  support  for  the  fee  and  tariffs. 

•  Marian  Swain,  Sierra  Club,  supports  a  robust  local  build-out  with  job  creation. 

•  Kristen  Schwind,  Bay  Localize  &  Clean  Energy  Alliance,  expressed  her  support  for 
the  program  and  local  build-out. 

•  Jennifer  Fong,  SF  State  Student,  expressed  desire  for  affordable  rates  and 
prioritization  of  the  local  build-out. 

•  John  Rlzzo,  Sierra  Club,  expressed  his  support  for  the  program  and  concerns  over 
the  opt-out  and  program  rates  as  compared  to  other  national  programs. 

•  Michael  Zambrano,  Sierra  Club,  expressed  his  support  for  the  CleanPowerSF 
Program. 

Arthur  Feinstein,  Sierra  Club,  expressed  his  desire  for  a  robust  build-out  and  stated 
a  plan  is  needed  as  soon  as  possible. 

Tom  McDonaguh  expressed  desire  for  natural,  clean  energy  generation. 
Eric  Brook,  San  Francisco  Green  Party  and  local  grassroots  organization,  "Our 
City",  expressed  his  desire  for  a  local-build  out,  and  expressed  concern  with  the 
participation  rates  noted  in  the  survey  and  with  the  potential  opt-out  rates. 
June  Brashares,  Local  Clean  Energy  Alliance,  expressed  he  support  for  the 
CleanPowerSF  Program  and  urges  the  development  of  a  well-designed  plan  with 
affordable  rates. 

Karen  Babbitt,  Sierra  Club,  expressed  her  support  for  the  program  and  her 
concerns  with  the  cost  of  the  rates  and  opt-out  rate. 

David  DeLaTorre,  Laborers  Local  261,  supports  the  program  and  asked  if  jobs  will 
be  created,  when  and  where. 

Hunter  Stem,  IBEW  Local  261  and  Stop  the  Shell  Shock  Campaign,  stated  that 
IBEW  supports  workers  in  28  utilities  and  that  work  will  be  contracted  out  to  Shell 
Energy.  He  expressed  support  for  the  local  build-out. 

Josh  Arce,  Brightline  Defense  Project,  thanked  everyone  for  their  work  on  the 
Program.  He  stated  there  are  unanswered  questions  remaining  on  jobs  and  rates. 
Jessica  Dervin-Ackerman,  Sierra  Club,  stated  that  the  nation  is  watching  the 
decisions  that  will  be  made  and  expressed  concerns  that  the  rates  are  too  high. 
Male  speaker  discussed  his  business  and  activity  in  the  GoSolarSF  Program  and 
offered  suggestions  for  the  CleanPowerSF  Program. 


•  Eddie  Ahn,  Brightline  Defense  Project,  stated  his  thouglits  on  the  need  for 
separation  of  the  CleanPowerSF  and  GoSolarSF  Projects. 

Commissioner  Vietor  departed  the  meeting  at  4:20  PM. 

Chair  Avalos  provided  closing  thoughts  and  a  summary  on  CleanPowerSF  Program  and 
presentations.  He  discussed  the  development  of  rates  to  ensure  participant  retention. 
He  encouraged  the  convening  of  another  joint  SFPUC/LAFCo  meeting. 

Commissioner  Campos  offered  his  closing  comments  and  noted  the  Program  is 
complex  and  a  middle  ground  must  be  met  to  strike  a  balance  to  get  a  low  rate,  while 
also  moving  quickly  to  a  robust  local  build-out. 

Commissioner  Breed  asked  that  lower  rates  be  investigated  and  doesn't  want  to  move 
too  quickly  in  order  to  ensure  success.  She  would  like  to  see  a  detailed  Program  plan  to 
make  an  informed  decision. 

Chair  Avalos  requested  a  comparison  of  rates  and  participation  figures  for  similar 
programs. 

President  Torres  concurred  with  Chair  Avalos  and  stated  that  the  SFPUC  will  meet 
again  on  April  23'^  to  discuss  the  Program. 

5.  Discussion  regarding  the  status  of  the  Memorandum  of  Understanding,  dated  April 
17.  2009,  between  the  San  Francisco  Public  Utilities  Commission  and  the  Local 
Agencv  Formation  Commission. 

Ms.  Barbara  Hale  stated  that  the  joint  MOD  has  expired  and  a  renewal  is  due.  She 
indicated  that  an  action  item  to  extend  the  MOU  would  be  presented  at  the  April  9"" 
SFPUC  Commission  Meeting.  Ms.  Nancy  Miller,  LAFCo  Staff  stated  there  was  no 
budget  impact  to  the  amendment. 

6.  Closing  remarks  and  discussion  of  next  steps. 

Chair  Avalos  and  President  Torres  thanked  the  staff  for  their  work  and  public  for 
their  participation. 


ADJOURNMENT  4:40 
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Disability  Access 

The  Special  Public  Utilities  Commission  meeting  will  be  held  at  1:30  PM,  at  Harding  Park  Clubhouse, 
Lakeview  Terrace  Room,  Second  Floor,  99  Harding  Road,  San  Francisco,  CA,  94132.  This  meeting, 
as  are  all  Commission  meetings,  is  open  to  the  public  and  welcomes  comments  from  community 
members. 

The  closest  BART  Station  is  located  at  Daly  City.  Accessible  MUNI  Lines  serving  this  location  are  the 
#28  (19"^  Avenue)  and  #18  (46"^  Avenue).  There  is  accessible  parking  available  in  the  Club  House 
parking  lot,  as  well  as  ample  on-site  parking. 

Harding  Park  Club  House  is  a  "SMOKE-FREE"  environment;  smoking  is  prohibited  inside  the  building. 
Accessible  seating  is  available  for  persons  with  disabilities  (including  those  using  wheelchairs). 
Individuals  with  other  disabilities  can  also  be  accommodated,  provided,  advance  notice  is  given  by 
contacting  the  Office  of  the  San  Francisco  Public  Utilities  Commission  at  (415)  554-3155. 

Materials  in  alternative  formats,  American  Sign  Language  interpreters,  and  other  accommodations  will 
be  made  available  upon  request.  Please  contact  Donna  Hood,  Commission  Secretary,  at  (415)  554- 
3155  or  by  Email  dhood(a).sfwater.orq  to  make  arrangements  for  any  of  these  services.  Providing  at 
least  48  hours  notice  prior  to  the  meeting  will  help  to  ensure  availability. 

In  order  to  assist  the  City's  efforts  to  accommodate  persons  with  severe  allergies,  environmental 
illnesses,  multiple  chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are 
reminded  that  other  attendees  may  be  sensitive  to  various  chemical  based  products.  Please  help  the 
City  accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance 
(Chapter  67  of  the  San  Francisco  Administrative  Code) 

Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public.  Commissions, 
boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the  people's  business.  This 
ordinance  assures  that  deliberations  are  conducted  before  the  people  and  that  City  operations  are  open 
to  the  people's  review.  For  more  information  on  your  rights  under  the  Sunshine  Ordinance  or  to  report  a 
violation  of  the  ordinance,  contact  the  Sunshine  Ordinance  Task  Force,  City  Hall,  Room  409,  1  Dr. 
Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102-4683;  phone  (415)  554-7724;  fax  (415)  554-7854; 
E-mail:sotf(a)sfqov.orq.  Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the 
Sunshine  Task  Force,  the  San  Francisco  Public  Library  and  on  the  City's  website  at  www.sfqov.orq. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are 
prohibited  at  this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the  meeting 
room  of  any  person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound- 
producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements 

Individuals  and  entities  that  influence  or  attempt  to  influence  local  legislative  or  administrative  action 
may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF  Campaign  &  Governmental  Conduct 
Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information  about  the  Lobbyist 
Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue,  Suite  220, 
San  Francisco,  CA  94102;  phone  (415)  252-3100;  fax  (415)  252-31 12;  web:  www.sfqov.orq/ethics. 


ORDER  OF  BUSINESS 

1.  Call  to  Order 

2.  Roll  Call 

3.  General  Public  Comment 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within  the 
Commission's  jurisdiction  and  are  not  on  today's  agenda. 

4.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

5.  Other  Commission  Business 

6.  Report  of  the  General  Manager 

The  following  matters  before  the  Commission  are  recommended  for  action  as 
stated  by  the  General  Manager  and  City  Attorney  where  applicable. 

Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
525  Golden  Gate  Avenue,  13^^  Floor,  San  Francisco,  CA  94102,  Telephone:  (415)  554- 
3 1 65,  Fax:  (4 1 5)  554-3424. 

CONSENT  CALENDAR 

7.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by 
a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these  items 
unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which  event  the 
matter  will  be  removed  from  the  Consent  Calendar  and  considered  as  a  separate 
item. 

***  a)  Approve  Modification  No.  2  to  Contract  WW-488,  As-Needed  Main  Sewer 
<^       Replacement  No.  1 ,  with  A.  Ruiz  Construction,  for  adjustment  of  actual  quantities 
O       used  for  unit-priced  bid  items  to  complete  required  worl<,  increasing  the 

contract  by  $720,884,  for  a  total  contract  amount  of  $3,506,065,  with  no  time 
extension.  (Moala) 

Approve  IVIodification  No.  5  to  Contract  WW-514R,  Southeast  Water  Pollution 
Control  Plant  Medium  Voltage  System  Reliability  Upgrades,  with  NTK 
Construction,  Inc.,  for  additional  protective  measures  for  electrical  works  in  order 
to  comply  with  PG&E  requirements  and  complete  the  electrical  reliability 
upgrades  for  the  treatment  facility,  increasing  the  contract  by  $87,910  for  a 
total  contract  amount  of  $2,262,773,  and  with  a  time  extension  of  210 
consecutive  calendar  days  to  complete  work  that  was  delayed  due  to  the 


b) 


CO 


unavailability  of  shutdowns,  for  a  total  contract  duration  of  840  consecutive 
calendar  days.  (Moala) 


c)  Approve  Modification  No.  8  to  Contract  WW-519,  Channel  Pump  Station  Odor 
Control  and  Facility  Improvement  Phase  III,  with  NTK  Construction,  Inc.,  to 
v^j      address  changes  in  field  conditions  and  unanticipated  electrical  work  related  to 
^     the  installation  of  a  new  emergency  generator,  increasing  tlie  contract  by 
CD      $109,042,  for  a  total  contract  amount  of  $4,553,573  and  with  a  time  extension 
^      of  180  consecutive  calendar  days  necessary  to  recover  from  the  cancellation 
of  planned  shutdowns,  for  a  total  contract  duration  of  735  consecutive  calendar 
days.  (IVIoala) 


CO 


d)  Approve  the  plans  and  specifications,  and  award  Contract  WW-563,  15th/21st/ 
24th/27th/30th/43rd/48th  Avenues  Sewer  Replacement,  in  the  amount  of 
$2,170,090,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Shaw 

^        Pipeline,  to  replace  the  existing  sewers  on  the  subject  streets  in  the  City  of  San 
Francisco's  Sunset  and  Parkside  Districts.  (Moala) 

e)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-565,  43rd 
Ave/46th  Ave/Geary  Blvd/O'Farrell/Natoma/Utah  and  London  Streets  Sewer 
Replacement,  in  the  amount  of  $2,620,410,  to  the  lowest,  qualified,  responsible 
and  responsive  bidder,  D'Arcy  &  Harty,  to  replace  the  existing  sewers  on  the 
subject  streets  in  the  City  of  San  Francisco.  (Moala) 


CO 

CD 
CO 


REGULAR  BUSINESS 


8.  Lake  IVIerced  Workshop:  The  Commission  will  conduct  a  workshop  to  hear  from 
SFPUC  staff,  the  San  Francisco  Recreation  and  Parks  Department,  and  the  public 
regarding  management  of  the  Lake  Merced  Tract.  No  action  will  be  taken  on  this 
item.  (Ritchie) 

9.  Other  new  business. 
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1. 


ORDER  OF  BUSINESS 

Call  to  Order 

President  Torres  called  the  meeting  to  order  at  1:36  PM. 


2.  Roll  Call 

Present:  Torres,  Courtney,  Caen,  Victor  and  Moran 

Commissioner  Courtney  informed  those  in  attendance  as  to  the  passing  of  Mr. 
Steven  Kerns,  a  Recreation  and  Parks  employee.  President  Torres  noted  the 
passing  of  Senator  Nicholas  Petris.  He  stated  that  the  meeting  would  be  adjourned 
in  their  memory. 

3.  General  Public  Comment 

•  Mr.  Francisco  DaCosta  provided  comments  on  the  joint  SFPUC/LAFCo  meeting 
and  Community  Choice  Aggregation. 

•  Ms.  Lurella  Harris  commented  on  the  meeting  location  and  difficulty  she  had 
accessing  the  disabled  entrance  and  locating  signage. 

4.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

5.  Other  Commission  Business 
None. 

6.  Report  of  the  General  Manager 
None. 

7. 

a)  Approve  Modification  No.  2  to  Contract  WW-488,  As-Needed  Main  Sewer 
Replacement  No.  1 ,  with  A.  Ruiz  Construction,  for  adjustment  of  actual  quantities 
used  for  unit-priced  bid  items  to  complete  required  work,  increasing  the  contract 
by  $720,884,  for  a  total  contract  amount  of  $3,506,065,  with  no  time  extension. 
(Resolution  13-044) 

b)  Approve  Modification  No.  5  to  Contract  WW-514R,  Southeast  Water  Pollution 
Control  Plant  Medium  Voltage  System  Reliability  Upgrades,  with  NTK 
Construction,  Inc.,  for  additional  protective  measures  for  electrical  works  in  order 
to  comply  with  PG&E  requirements  and  complete  the  electrical  reliability 
upgrades  for  the  treatment  facility,  increasing  the  contract  by  $87,910  for  a  total 
contract  amount  of  $2,262,773,  and  with  a  time  extension  of  210  consecutive 
calendar  days  to  complete  work  that  was  delayed  due  to  the  unavailability  of 
shutdowns,  for  a  total  contract  duration  of  840  consecutive  calendar  days. 
(Resolution  13-0045) 
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c)  Approve  Modification  No.  8  to  Contract  WW-519,  Channel  Punnp  Station  Odor 
Control  and  Facility  Improvement  Phase  III,  with  NTK  Construction,  Inc.,  to 
address  changes  in  field  conditions  and  unanticipated  electrical  work  related  to 
the  installation  of  a  new  emergency  generator,  increasing  the  contract  by 
$109,042,  for  a  total  contract  amount  of  $4,553,573  and  with  a  time  extension  of 
180  consecutive  calendar  days  necessary  to  recover  from  the  cancellation  of 
planned  shutdowns,  for  a  total  contract  duration  of  735  consecutive  calendar 
days.  (Resolution  13-0046) 

d)  Approve  the  plans  and  specifications,  and  award  Contract  WW-563,  15th/21st/ 
24th/27th/30th/43rd/48th  Avenues  Sewer  Replacement,  in  the  amount  of 
$2,170,090,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Shaw 
Pipeline,  to  replace  the  existing  sewers  on  the  subject  streets  in  the  City  of  San 
Francisco's  Sunset  and  Parkside  Districts.  (Resolution  13-0047) 

e)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-565,  43rd 
Ave/46th  Ave/Geary  Blvd/O'Farrell/Natoma/Utah  and  London  Streets  Sewer 
Replacement,  in  the  amount  of  $2,620,410,  to  the  lowest,  qualified,  responsible 
and  responsive  bidder,  D'Arcy  &  Harty,  to  replace  the  existing  sewers  on  the 
subject  streets  in  the  City  of  San  Francisco.  (Resolution  13-0048) 

8.     Lake  Merced  Workshop 

Mr.  Steve  Ritchie,  Assistant  General  Manager,  Water  Enterprise,  began  his 
presentation  with  a  visual  overview  of  the  Lal<e  Merced  tract.  He  touched  on  the 
bacliground  of  the  Lake  Merced  Watershed  Report,  including  the  stakeholder  vision, 
l-le  noted  the  six  goals  of  the  Watershed  Report:  Flora  and  Fauna,  Water,  Education 
and  Interpretation,  Recreation  and  Visitor  Services,  Sustainabitity  and 
Transportation. 

Mr.  Ritchie  then  reviewed  the  work  that  the  SFPUC  is  doing  at  Lake  Merced, 
including  the  Vista  Grande  Project,  Pacific  Rod  and  Gun  Club  site  clean-up.  Pacific 
Rod  and  Gun  Club  new  site  uses,  San  Francisco  Police  Department  Shooting 
Range,  Harding  Boathouse,  abandoned  dock  removal.  Sunset  Circle  bioswales, 
Harding  Park  Golf  Course  recycled  water  project,  and  the  San  Francisco 
Groundwater  Project. 

Mr.  Ritchie  discussed  proposed  SFPUC  and  Recreation  and  Park  Department 
(RPD)  responsibilities  for  the  management  of  Lake  Merced  and  outlined  specific 
responsibilities  for  each  agency.  President  Torres  stated  that  the  co-hosted  annual 
meetings  with  Lake  Merced  stakeholders  to  report  on  the  state  of  the  lake  should 
initially  be  held  quarterly  and  then  biannually. 

In  response  to  a  question  from  Commissioner  Caen  regarding  the  lake  level,  Mr. 
Ritchie  stated  that  it  was  at  a  reasonably  high  level,  but  he  wasn't  sure  of  the  exact 
level.  Brief  discussion  ensued  on  the  historic  levels  of  the  lake. 
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Mr.  Phil  Ginsburg,  Director,  RPD,  presented  on  Recreation  and  Parl<'s 
responsibilities  related  to  their  stewardship  and  management  of  recreational 
activities  at  the  Lake,  and  provided  an  overview  of  activities,  noting  a  successful 
partnership  with  the  San  Francisco  Public  Utilities  Commission  on  the  management 
of  activities.  He  discussed  stewardship  and  volunteers  activities.  Mr.  Ginsburg  noted 
that  the  SFPUC  provides  RPD  with  $300K  annually  for  staff  costs  and  RPD  provides 
$150K  in  maintenance  and  recreation. 

Mr.  Ginsburg  discussed  park  operations  and  land  management,  including 
maintenance  of  landscape  and  grounds,  trail  maintenance,  restoration  and 
protection  of  natural  areas  and  wildlife,  integrated  pest  management,  structural 
maintenance,  and  urban  forestry.  Mr.  Ginsburg  stated  that  FY  2011-12  expenditures 
total  $479,489.  He  noted  a  solid  volunteer  base  with  more  than  1,000  volunteer 
hours  expended. 

Mr.  Ginsburg  addressed  the  recreation  activities  at  the  Lake,  noting  the  various 
rowing  clubs  who  utilize  the  Lake,  leisure  and  boating  activities,  fishing  program, 
runners  and  walkers,  trails,  picnic  facilities,  and  day  and  summer  camp  activities.  He 
touched  on  some  of  the  day  camp  and  recreational  activities  that  are  offered.  Mr. 
Ginsburg  stated  that  the  Harding  Park  Golf  course  is  the  hub  of  the  activities  and  is  a 
top  golf  course  in  the  nation  which  hosts  major  professional  tournaments,  while  still 
being  accessible  to  the  public.  He  noted  that  $8M  is  spent  annually  on  Harding  Park 
for  maintenance,  staffing,  supplies  and  services. 

Mr.  Ginsburg  touched  on  capital  improvements  at  the  Lake  and  discussed  the 
history  of  RPD's  capital  improvement  contributions,  including  upgrades  to  Harding 
Park,  replacement  of  the  boat  docks  and  ramps,  installation  of  containers  for 
additional  boat  storage,  removal  of  old  docs.  He  noted  that  the  current  focus  is  on 
the  renovation  of  the  boathouse,  which  will  include  renovated  restrooms,  concession 
area,  rowing  exercise  room,  community  room  and  educational  displays.  He 
indicated  that  RPD  received  a  $500K  California  Department  of  Boating  and 
Watenfl/ays  grant  to  improve  access  on  the  North  Lake.  Mr.  Ginsburg  discussed  the 
2012  Clean  and  Safe  Neighborhood  Parks  Bond,  which  allocated  $2M  for  Lake 
Merced,  which  will  be  utilized  for  the  restoration  of  natural  features,  improvement  of 
recreational  assets,  and  connectivity  and  access  improvements. 

Mr.  Ginsburg  concluded  his  presentation  by  discussing  next  steps  and  playing  a 
video  of  activities  on  the  Lake. 

President  Torres  made  reference  to  a  1950's  SFPUC  resolution  which  stated  that  in 
no  instance  shall  the  water  level  be  drawn  down  below  27'  and  stated  that  the  level 
needs  to  be  maintained.  Mr.  Ritchie  noted  ways  staff  is  trying  to  maintain  the  water 
level,  such  as  the  San  Francisco  Groundwater  Project,  Groundwater  Stewards 
Recovery  Project  and  the  Vista  Grande  Project. 
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In  response  to  a  question  from  President  Torres,  Mr.  Ritchie  and  Mr.  Ginsburg 
discussed  the  nature  of  the  fish  in  Lal<e. 

Commissioner  Vietor  asl<ed  Mr.  Ginsburg  for  clarification  on  financing  which  he 
provided. 

Public  Comment 

•  Mr.  Dennis  Shay  expressed  his  support  for  the  Pacific  Rod  and  Gun  Club 
(PRGC),  noting  its  accessibility  and  that  it  teaches  gun  safety. 

•  Mr.  Patrick  Gilligan,  PRGC  President,  is  concerned  with  the  speed  of  the  clean- 
up, suggesting  that  there  was  no  need  to  expedite  the  clean-up,  and  requested  a 
plan  for  the  post-clean-up  use  of  the  property. 

Commissioner  Vietor  asked  if  the  soil  had  been  tested  for  leeching,  to  which  Mr. 
Ritchie  replied  there  is  non-toxic  lead  present  and  a  long  history  of  contamination 
throughout  the  property,  but  that  lead  shot  in  the  lake  is  another  issue.  In  response 
to  a  follow-up  question,  Mr.  Ritchie  stated  a  basic  plan  would  be  available  within  a 
year. 

Commissioner  Vietor  asked  about  the  toxicity  of  the  fish.  Mr.  Ritchie  stated  he  would 
find  out  if  the  fish  have  been  tested  and  report  back. 

•  Mr.  David  Dawdy,  Merced  Manor  HO  A  and  Lake  Merced  Task  Force,  described 
his  work  on  the  Water  Committee  and  submitted  written  questions  to  the 
Commission  regarding  a  Hydrofocus  report  on  the  Westside  Basin,  water  yield 
and  a  possible  creation  of  an  independent  citizens  group  to  replace  the  Task 
Force. 

•  Mr.  Dick  Morten  read  from  written  comments  which  he  provided  to  the 
Commission  regarding  his  thoughts  on  the  history  and  management  of  Lake 
Merced. 

•  Mr.  Fred  Tautenhahn,  PRGC,  Lake  Merced  Task  Force,  discussed  his  thoughts 
on  the  Lake  Merced  Watershed  Report  and  distributed  documents  to  the 
Commission. 

•  Mr.  Dick  Allen,  Lake  Merced  Task  Force,  reviewed  events  what  he  referred  to  as 
historic  events  at  Lake  since  January  2000  and  discussed  the  Lake  Merced  Task 
Force,  CalTrout,  the  rowing  clubs  and  boathouse,  and  his  desire  for  a  workshop. 

President  Torres  stated  his  thoughts  on  the  workshop  process  and  stated  that  staff 
will  take  the  input  received  and  prepare  response  to  be  presented  to  an  informal 
committee  of  which  he  will  participate  ex  officio. 

•  Mr.  Cris  Hart,  PRGC,  expressed  his  support  for  the  Club  and  noted  they  place  an 
emphasis  on  safety. 

•  Linda  Cheu,  California  Dragon  Boat  Association,  presented  an  overview  of  their 
program  and  discussed  and  the  impact  their  activities  have  on  youth. 
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•  Mabel  Jung,  California  Dragon  Boat  Association's  Lake  Merced  Co-site  manager, 
noted  the  Association  generally  uses  the  North  Lake  and  the  boathouse,  and 
discussed  their  partnership  with  RPD  for  maintenance  of  the  site.  She  noted 
repairs  need  to  be  made  and  funding  needs  to  be  allocated. 

•  Jeanie  Lee,  California  Dragon  Boat  Association,  provided  detail  on  the 
Association. 

•  Mr.  Dan  Murphy,  Golden  Gate  Audubon  Society,  provided  a  brief  history  of  the 
Society.  He  expressed  concerns  with  dumping  of  waste  on  the  property.  He 
stated  that  appropriate  planning  of  activities  needs  to  take  place  and  a  master 
plan  needs  to  be  developed. 

•  Mr.  Jim  Stark,  Lakeshore  Acres  Improvement  Club,  discussed  their  past 
involvement  with  Lake  Merced  issues,  and  noted  that  the  SPUC  needs  to  provide 
leadership  over  the  Lake.  He  expressed  concern  with  the  shoreline  and  activities 
and  expressed  his  support  for  the  PRGC. 

In  response  to  a  question  from  Mr.  Stark,  President  Torres  stated  that  members  of 
the  public  can  send  comments  to  the  Commission  on  this,  or  any  issue,  at  any  time. 

•  Mr.  Francisco  DaCosta  requested  that  the  Commission  do  the  right  thing  for  Lake 
Merced  and  work  together. 

•  Ms.  Lurilla  Harris,  Gray  Panthers,  stated  she  was  a  past  member  of  CAC  and 
that  the  Commission  paid  little  attention  to  the  CAC  and  their  suggestions. 

•  Mr.  Jack  Taylor,  honorary  member  of  the  PRGC,  expressed  his  support  for  the 
Club,  discussed  his  experiences  and  involvement  in  the  PRGC  as  a  youth 
member. 

•  Dr.  Espanola  Jackson  stated  she  learned  to  cast  at  the  Lake  and  expressed  her 
concern  with  possible  lead  contamination  of  the  fish.  She  noted  her  support  for 
the  Lake  Merced  Task  Force. 

•  Mr.  Edward  Emery,  honorary  member  of  the  PRGC  and  rower  with  the  Pacific 
Rowing  Club,  stated  the  Lake  is  a  center  part  of  his  life  and  express  his  support 
for  activities  at  the  Lake. 

•  Ms.  AH  Chiang,  PRGC,  stated  she  is  an  Olympic  hopeful  and  noted  that  the 
PRGC  is  convenient  for  her  training  and  offers  a  good  learning  environment. 

•  Ms.  Nancy  Wuerfel  stated  that  the  Commission  needs  to  formulate  new  ways  to 
manage  recreation  at  the  Lake.  She  requested  the  Commission  terminate  the 
MOU  with  RPD,  questioning  their  budgeting  and  financial  management. 

•  Mr  Peter  Vaernet,  Pacific  Rowing  Club,  expressed  his  excitement  for  the 
boathouse  renovation.  He  questioned  how  long  it  takes  for  the  biodegradable 
Trap  shots  to  decompose. 

Commissioner  Vietor  expressed  similar  concerns  about  decomposition  of  the  Trap 
shots  and  asked  that  staff  look  into  the  timeline  for  decomposition. 

•  Mr.  Barsetti,  Retired  SFPD,  expressed  his  support  for  continuing  the  lease  of  the 
PRGC. 
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•  Mr.  Gunard  Mahl,  PRGC  Past  President,  provided  his  memories  and  conveyed 
his  support  for  the  PRGC  and  invited  the  Commission  to  tour  the  Club. 

•  Mr.  Michael  Emery  expressed  his  support  for  RPD,  the  work  they  do,  and  for 
their  management  of  the  recreation  activities  at  the  Lake.  He  expressed  his 
support  of  the  PRGC.  He  encouraged  that  all  of  the  groups  involved  get  together 
to  repair  the  property  for  the  benefit  of  all.  In  response  to  Commissioner  Vietor's 
question  about  the  Trap  shots,  he  stated  they  take  approximately  two  years  to 
dissolve. 

•  Ms.  Barbara  Holtzman,  SFSU  (not  representing.  Lake  Merced  Task  Force.  She 
discussed  concern  for  preservation  of  native  habitat,  the  need  for  enhanced 
educational  opportunities,  and  a  review  of  compatible  uses.  She  does  not 
support  shooting  into  the  Lake. 

•  Mr.  Patrick  Tierney,  SFSU  Instructor,  described  various  recreational  activities  he 
has  offered  at  the  Lake.  He  expressed  concerns  with  the  boathouse,  the  desire 
for  more  interpretation  and  educational  opportunities,  and  concerns  with  the 
water  quality. 

•  Ms.  Kathy  (inaudible),  Park  Merced  Action  Collation,  requested  additional 
discussion  on  groundwater  at  a  later  date.  She  expressed  her  concerns  over  lead 
in  the  groundwater  and  the  effect  of  the  police  range  on  the  Lake. 

•  Mr.  Terrence  (inaudible)  expressed  his  support  for  the  PRGC  and  encouraged 
the  Commission  to  remove  the  lead  from  the  Lake. 

President  Torres  offered  closing  comments  on  the  workshop  and  thanked  those  in 
attendance  for  their  participation. 

Commissioner  Caen  asked  that  everyone  work  together  and  stated  that  the  beach 
issues,  moorings,  and  boat  ramp  improvements  need  to  be  made,  along  with  additional 
boat  storage.  In  response  to  a  clarifying  question,  Mr.  Ginsburg  indicated  that  $2M  is 
available  to  be  put  towards  the  improvements. 

Commissioner  Courtney  thanked  everyone  for  their  participation  and  dialogue,  and 
noted  that  there  are  a  lot  of  good  people  working  on  the  issues,  and  expressed  his 
support  for  Mr.  Ginsburg  and  staff. 

Commissioner  Vietor  thanked  those  in  attendance.  She  requested  that  information  on 
water  quality  and  groundwater  management  be  calendared.  Additionally,  she  requested 
that  RPD  keep  the  Commission  informed  and  come  back  with  a  plan  for  allocation  of  the 
$2M. 

Commissioner  Moran  thanked  staff  for  the  opportunity  to  tour  the  site  and  expressed  his 
pleasure  with  what  he  saw,  noting  there  are  good  thing  occurring  at  the  Lake. 

President  Torres  thanked  SFPUC  staff  for  their  work. 

9.    Other  new  business. 


March  26,  2013 
SFPUC  Special  Meeting 


Page  7 


None. 

President  Torres  adjourned  the  meeting  at  4:21  PIVI. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  13-0044 


WHEREAS,  On  September  13,  201 L  per  Resolution  No.  11-0147,  this  Commission 
approved  the  award  of  Contract  No.  WW-488,  As-Needed  Main  Sewer  Replacement  No.  1,  to  A. 
Ruiz  Construction;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  November  7 
2011; and 

WHEREAS,  The  original  contract  amount  was  for  $2,617,290  and  the  original  contract 
duration  was  365  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  was  issued  for  issued  for  $167,891  to  perfonn  curb  to 
curb  pavement  renovation  work  on  Presidio  Avenue  from  Pine  Street  to  Sacramento  Street, 
increasing  the  contract  amount  to  $2,785, 1 8 1 ;  and 

WHEREAS,  Modification  No.  2  is  being  requested  for  $720,884  for  adjustment  of  actual 
quantities  used  under  unit  priced  bid  items  to  complete  required  work,  increasing  the  contract 
amount  to  $3,506,065;  and 

WHEREAS,  Contract  Monitoring  Division  (CMD)  subcontracting  goal  of  16%  Local 
Business  Enterprise  (LBE)  participation  was  originally  established  for  this  construction  contract 
and  as  of  September  30,  2012,  the  contractor  had  exceeded  the  LBE  subcontractor  participation 
goal  by  utilizing  a  total  of  34.67%  LBE  participation;  and 

WHEREAS,  Funds  are  available  from  PUC  Project  No.  CENMSCIC50  and 
CWWRNRCS,  As-Needed  Main  Sewer  Replacement  No.  1  and  Department  of  Public  Works 
(DPW)  Project  No.  CENTRNSRU238  and  CENTRNSR0Z38,  As-Needed  Paving;  now, 
therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Modification  No.  2  to  Wastewater 
Enterprise  (WWE),  Capital  Improvement  Program-funded  (CIP)  and  DPW  Pavement 
Renovation  Program-funded  Contract  No.  WW-488,  As-Needed  Main  Sewer  Replacement  No. 
1,  with  A.  Ruiz  Construction,  for  adjustment  of  actual  quantities  used,  increasing  the  contract  by 
$720,884,  for  a  total  contract  amount  of  $3,506,065,  for  a  total  contract  duration  of  372 
consecutive  calendar  days. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  March  26,  2013. 

odLruL^   

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0045 


WHEREAS,  On  May  10,  2011,  per  Resolution  No.  11-0061,  this  Commission  approved 
the  award  of  Wastewater  Enterprise  (WWE)  Capital  Improvement  Program  (ClP)-fiinded 
Contract  No.  WW-514R,  Southeast  Water  Pollution  Control  Plant  (SEWPCP)  Medium  Voltage 
System  Reliability  Upgrades  to  NTK  Constmction,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  June  20 
2011;  and 

WHEREAS,  The  original  contract  amount  was  for  $2,111,000  and  the  original  contract 
duration  was  270  consecutive  calendar  days;  and  -  - 

WHEREAS,  Modification  Nos.  1-4  were  issued  for  $63,863  to  address  unforeseen 
imderground  utility  conflicts,  the  purchase  of  bioassay  equipment  to  assist  Operations  to 
accommodate  shutdown  requests,  the  installation  of  additional  conduits  for  the  compressors 
associated  with  the  Oxygen  Plant  and  the  purchase  of  sprockets  for  emergency  electrical  repairs 
for  running  the  facility  without  intermption,  increasing  the  total  contract  amount  to  $2,174,863, 
extending  the  contract  duration  by  360  consecutive  calendar  days  to  complete  the  contract  work 
during  the  next  available  dry  weather  period  due  to  the  unavailability  of  required  shutdowns, 
extending  the  total  contract  duration  to  630  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  5  is  being  issued  for  $87,910  for  additional  protective 
measures  for  electrical  works  in  order  to  comply  with  the  PG&E  requirements,  increasing  the 
contract  amount  to  $2,262,773,  and  for  a  time  extension  of  210  consecutive  calendar  days  in 
order  to  complete  the  remainder  of  work  delayed  due  to  the  unavailability  of  required  shutdowns, 
extending  the  contract  duration  to  840  consecutive  calendar  days;  and 

WHEREAS,  Contract  Monitoring  Division  (CMD)  subcontracting  goal  of  10%  Local 
Business  Enterprise  (LBE)  participation  was  originally  established  for  this  construction  contract; 
and 

WHEREAS,  Funds  are  available  from  Project  No.  CENMSCIC41  -  Southeast  Plant 
Electrical  Reliability;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Modification  No  5  to  WWE  CIP- 
funded  Contract  No.  WW-514R,  SEWPCP  Medium  Voltage  System  Reliability  Upgrade.^  with 
NTK  Construction,  Inc.,  increasing  the  contract  by  $87,910,  for  a  total  contract  amount  of 
$2,262,773  and  with  a  time  extension  of  210  consecutive  calendar  days  for  a  total  contract 
duration  of  840  consecutive  calendar  days. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  March  26,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  13-0046 


WHEREAS,  On  May  24,  2011,  per  Resolution  No.  11-0078,  this  Commission  approved 
the  award  of  Wastewater  Enterprise  (WWE)  Capital  Improvement  Program  (CIP)  -  funded 
Contract  No.  WW-519,  Channel  Pump  Station  Odor  Control  and  Facility  Improvements  Phase 
III,  to  NTK  Construction,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  July  5,  2011; 

and 

WHEREAS,  The  original  contract  amount  was  for  $4,048,000  and  the  original  contract 
duration  was  520  consecutive  calendar  days;  and 

WHEREAS,  Modification  Nos.  1-7  were  issued  for  $396,531  to  change  the  dewatering 
pipe  from  ductile  to  steel,  modify  the  chemical  off-loading  compressor,  provide  electrical  service 
for  the  new  sump  pump  control  panels,  change  the  station  sump  grating,  address  additional  pipe 
corrosion  associated  with  Lift  Pumps  2.  3  and  4,  and  address  concrete  floor  repair,  with  a  time 
extension  of  35  consecutive  calendar  days,  due  to  wet  weather  and  cancellation  of  planned 
shutdowns,  increasing  the  contract  amount  to  $4,444,53 1  and  extending  the  contract  duration  to 
555  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  8  is  being  requested  for  $109,042  to  address  changes  in 
field  conditions  and  unanticipated  electrical  work  related  to  the  new  emergency  generator 
installation,  increasing  the  contract  amount  to  $4,553,573,  with  a  time  extension  of  180 
consecutive  calendar  days  to  recover  from  the  cancellation  of  planned  shutdowns,  increasing  the 
total  contract  duration  to  735  consecutive  calendar  days;  and 

WHEREAS,  Contract  Monitoring  Division  (CMD)  subcontracting  goal  of  9%  Local 
Business  Enterprise  (LBE)  participation  was  originally  established  for  this  construcUon  contract; 
and 

WHEREAS,  Funds  are  available  from  Project  No.  CENMSCIC48-  WW-519,  Channel 
Pump  Station  Odor  Control  and  Facility  Improvements  Phase  III;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Modification  No.  8  to  WWE,  CIP  - 
funded  Contract  No.  WW-519,  Channel  Pump  Station  Odor  Control  and  Facility  Improvement 
Phase  III,  with  NTK  Construction,  Inc.,  to  complete  the  contract  work  and  improve  the  pump 
station  reliability  for  $109,042,  increasing  the  contract  amount  to  $4,553,573,  with  a  time 
extension  of  180  consecutive  calendar  days  for  a  total  contract  duration  of  735  consecutive 
calendar  days. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  March  26,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


13-0047 


WHEREAS,  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R) 
Program-funded  Contract  No.  WW-563,  15th/21st/24th/27th/30th/43rd/48th  Avenues  Sewer 
Replacement  was  advertised  on  January  22,  2013;  and 

WHEREAS,  The  Engineer's  Estimate  is  $2,222,800  for  this  construction  contract  work  to 
replace  the  existing  sewers  on  the  subject  streets  in  die  Chy  of  San  Francisco's  Sunset  and 
Parkside  Districts;  and 

WHEREAS,  The  contract  duration  is  2 1 1  consecutive  calendar  days;  and 

WHEREAS,  On  January  16,  2013  the  Bureau  of  Environmental  Management  determined 
the  proposed  project  was  statutorily  exempt  from  the  California  Environmental  Quality  Act 
under  Section  15282(k)  and  Public  Resources  Code  Section  21080.21  and  on  January  24,  2013 
the  San  Francisco  Planning  Department  Environmental  Review  Officer  concurred  with  the 
determination;  and 

WHEREAS,  Five  (5)  bids  were  received  and  opened  publicly  on  February  21,  2013;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  Shaw  Pipeline  as  the  lowest, 
qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  CMD  subcontracting  goal  of  15%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract  and  Shaw  Pipeline  committed  to  a  16.45% 
participation  with  their  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CWWRNRCS72,  15th/21st/24th/27th/ 
30th/43rd/48th  Avenues  Sewer  Replacement;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  WWE,  R&R  Program-funded  Contract  No.  WW-563,  15th/21st/24th/27th/30th/43rd/48th 
Avenues  Sewer  Replacement,  in  the  amount  of  $2,170,090,  to  the  lowest,  qualified,  responsible 
and  responsive  bidder,  Shaw  Pipeline. 

/  hereby  certify  that  the  foregoing  resoiutior)  was  adopted  by  the  Pubiic  Utilities 
Commission  at  its  meeting  of  Inarch  26,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0048 


WHEREAS,  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R) 
Program-funded  Contract  No.  WW-565,  43rd  Ave/46th  Ave/Geary  Blvd/O'Farrell/Natoma/  Utah 
and  London  Streets  Sewer  Replacement  was  advertised  on  January  31,  2013;  and 

WHEREAS,  The  Engineer's  Estimate  is  $2,686,250  for  this  construction  contract  work  to 
replace  the  existing  sewers  on  the  subject  streets  in  the  City  of  San  Francisco;  and 

WHEREAS,  The  contract  duration  is  226  consecutive  calendar  days;  and 

WHEREAS,  On  January  28,  2013  the  Bureau  of  Environmental  Management  determined 
the  proposed  project  was  statutorily  exempt  from  the  California  Environmental  Quality  Act 
under  Section  15282(k)  and  Public  Resources  Code  Section  21080.21  and  on  February  28,  2013 
the  San  Francisco  Planning  Department  Environmental  Review  Officer  concurred  with  the 
determination;  and 

WHEREAS,  Four  (4)  bids  were  received  and  opened  publicly  on  Febaiaiy  28,  2013;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  D'Arcy  &  Harty  as  the  lowest, 
qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  CMD  subcontracting  goal  of  16%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract  and  D'Arcy  &  Harty  committed  to  a  16.2% 
participation  with  their  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CWWRNRCS70,  43rd  Ave/46th 
Ave/Geary  Blvd/O'FarreliyNatoma/Utah  and  London  Streets  Sewer  Replacement;  now,  therefore, 
be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  WWE,  R&R  Program- funded  Contract  No.  WW-565,  43rd  Ave/46th  Ave/Geary 
Blvd/O'Farrell/Natoma/Utah  and  London  Streets  Sewer  Replacement,  in  the  amount  of 
$2,620,410,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  D'Arcy  &  Harty. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  March  26,  2013. 

Secretary,  Public  Utilities  Commission 


San  Francisco 
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AGENDA 
Tuesday,  April  9,  2013 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


Commissioners 

Art  Torres,  President 
Vince  Courtney,  Vice  President 
Ann  Moller  Caen 
Francesca  Vietor 
Anson  Moran 


Harlan  L.  Kelly,  Jr. 

General  Manager 

Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
IVIinutes  and  other  information  are  available  on  the  SFPUC  web  site:  www.sfwater.orq 
Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.qranicus.comA/iewPublisher.php7view  id=22 


Disability  Access 


The  Public  Utilities  Commission  meeting  will  be  held  in  Room  400,  at  One  1  Dr.  Carlton  B.  Goodlett 
Place,  (400  Van  Ness  Avenue),  San  Francisco,  CA.  The  closest  accessible  BART  Station  is  the 
Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  Lines  serving  this 
location  are:  Muni  Metro  lines  J  Church,  K  Ingleside,  L  Taraval,  M  Oceanview,  N  Judah  and  T  Third 
at  Van  Ness  and  Civic  Center  Stations;  F  Market  Line;  and  bus  routes  19  Polk,  47  Van  Ness,  49 
Mission  Van  Ness,  5  Fulton,  6  Parnassus,  21  Hays,  9  San  Bruno,  9L  San  Bruno  Limited,  71  Haight 
Noriega  and  71 L  Noriega  Limited.  For  more  information  about  MUNI  accessible  services  call  (415) 
701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been 
designated  on  the  Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility- 
impaired  persons.  There  is  accessible  parking  available  within  the  Civic  Center  Underground 
Parking  Garage  at  the  corner  of  McAllister  and  Polk  Streets,  and  within  the  Performing  Arts  Parking 
Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain 
meeting  materials  in  alternative  format,  please  contact  Donna  Hood  at  (415)  554-3165,  or  by 
emailing  dhood(a)sfwater.orq.  Providing  at  least  72  hours  notice  will  help  to  ensure  availability. 

To  assist  the  City's  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses, 
multiple  chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that 
other  attendees  may  be  sensitive  to  various  chemical  based  products.  Please  help  the  City 
accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance 
(Chapter  67  of  the  San  Francisco  Administrative  Code) 

Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public. 
Commissions,  boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the 
people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the  people  and 
that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under  the 
Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  the  Sunshine  Ordinance  Task 
Force,  City  Hall,  Room  409,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102-4683  at 
Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554-7854;  E-mail:  sotf(a)sfqov.ora.  Copies  of  the 
Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San  Francisco 
Public  Library  and  on  the  City's  website  at  www.sfqov.orq. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are 
prohibited  at  this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the  meeting 
room  of  any  person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar 
sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements 

Individuals  and  entities  that  influence  or  attempt  to  influence  local  legislative  or  administrative  action  • 
may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF  Campaign  &  Governmental  Conduct 
Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information  about  the  Lobbyist 
Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue,  Suite 
220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-31 12;  web  site  at 
www .  sf q  0  V .  orq/eth  i  cs . 


ORDER  OF  BUSINESS: 


1.  Call  to  Order  .  1^ 

2.  Roll  Call 

3.  Approval  of  Minutes  of  March  12,  2013,  March  25,  2013  and  March  26,  2013. 

4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within  the 
Commission's  jurisdiction  and  are  not  on  today's  agenda. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

6.  Other  Commission  Business 

7.  Report  of  the  General  Manager 

•   WSIP  Update  (Labonte) 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney 
where  applicable. 

Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
525  Golden  Gate  Avenue,  13*^  Floor,  San  Francisco,  CA  94102,  Telephone:  (415)  554- 
3165,  Fax:  (415)  554-3424. 

CONSENT  CALENDAR 

All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon 
by  a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these 
items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which 
event  the  matter  will  be  removed  from  the  Calendar  and  considered  as  a  separate 
item. 

Approve  Amendment  No.  1  to  Agreement  CS-941,  Job  Order  Contract 
Implementation  Services,  to  provide  a  SFPUC-customized  job  order  contracting 
system  with  The  Gordian  Group;  and  authorize  the  General  Manager  to  execute 
an  amendment  for  a  time  extension  of  one  year,  for  a  total  agreement  duration 
of  six  years,  with  no  change  to  the  contract  amount.  (Cruz) 


8. 


REGULAR  CALENDAR 


CO 


o 

^   9.      Adopt  the  Updated  Debt  Management  Policies  and  Procedures  of  the  San 

Francisco  Public  Utilities  Commission.  (Rydstrom) 

10.  Approve  an  increase  in  the  construction  contract  cost  contingency  for  Contract 
WW-522,  Southeast  Water  Pollution  Control  Plant  Dewatering  Facility  Corrosion 

^  Repairs,  with  Monterey  Mechanical  Co.,  in  tlie  amount  of  $346,000;  Authorize 
o     the  General  Manager  to  approve  future  modifications  to  the  contract,  if 

appropriate,  for  a  potential  total  revised  contract  amount  up  to  $10,309,800.  The 
increase  in  the  contract  cost  contingency  is  needed  for  additional  debilitating 
corrosion  issues  discovered  during  the  rehabilitation  of  the  existing  biosolids 
dewatering  and  storage  facility.  (Moala) 

1 1 .  Recommend  that  the  Board  of  Supervisors  (BOS)  approve  the  sale  of  an 
easement  to  PG&E,  for  a  7,799  square-foot  portion  of  the  San  Francisco  Public 

in     Utilities  Commission's  real  property  in  the  Crystal  Springs  watershed  in 
^     unincorporated  San  Mateo  County,  (Assessor's  Parcel  No.  093-102-1 10),  for 
CO     $2,200;  and  authorize  the  General  Manager  or  the  City's  Director  of  Property  to 
»H     execute  an  easement  agreement  conveying  the  Easement  to  PG&E  for  its  fair 
market  value  of  $2,200,  following  approval  by  the  BOS.  (Russell) 

12.  Approve  the  selection  of  and  authorize  the  General  Manager  to  seek  Board  of 
Supervisors  approval  to  award  Agreement  Nos.  CS-211A-D,  Specialized  and 
Technical  Services  for  the  Water  Enterprise  to  CDM  Smith/ATS,  a  Joint  Venture 

CO    (CS-211A);  ICF+Avila,  a  Joint  Venture  (CS-211B);  Shaw  Environmental  and 
in    Infrastructure,  Inc.  (CS-211C);  and  URS  Corporation  (CS-211D),  to  provide 
^    watershed  monitoring  and  management  technical  services.  Authorize  the 
CO    General  Manager  to  negotiate  and  execute  the  four  professional  services 
agreements  for  an  amount  not-to-exceed  $5,000,000  each,  and  with  a 
duration  of  14  years  per  agreement,  subject  to  the  Board  of  Supervisors 
approval  pursuant  to  Charter  Section  9.1 18.  (Ritchie) 

13.  Approve  Power  Enterprise,  Community  Choice  Aggregation  Project-funded 
amendment  to  the  Memorandum  of  Understanding  (MOU)  between  the  San 
Francisco  Public  Utilities  Commission  (SFPUC)  and  the  San  Francisco  Local 
Agency  Formation  Commission  (SF  LAFCo).This  amendment  would  extend  the 
duties  performed  by  SF  LAFCo  to  monitor  and  advise  the  SFPUC  and  San 


C5    Francisco  Board  of  Supervisors  regarding  the  progress  of  CleanPowerSF 


CO 


development  and  implementation;  and  Authorize  the  General  Manager  to 
execute  this  amendment,  with  a  term  extension  of  four  years,  for  a  total  MOU 
term  of  seven  years.  (Hale) 


14.     Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 


15.     Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 
listed  below  as  Conference  with  Legal  Counsel. 


CLOSED  SESSION  f 

The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

16.  Conference  with  Legal  Counsel  Pursuant  to  California  Government  Code  Section 
54956.9  (a)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(Roddy) 

Existing  Adjudicatory  Proceeding:  V  . 

Central  Valley  Regional  Water  Quality  Control  Board 

Comp/a/nf  A/0.  R2-201 3-0501 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

17.  Announcement  following  closed  session. 

18.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

1 9.  Other  new  business. 

ADJOURNMENT  ^ 
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1.  Call  to  Order 

President  Torres  called  the  meeting  to  order  at  1:35  PM. 

2.  Roll  Call 

Present:  Torres,  Courtney,  Vietor  and  Moran 
Excused:  Caen 

3.  Approval  of  Minutes  of  March  12.  2013.  March  25.  2013  and  March  26.  2013. 

Public  Comments 
None. 

On  Motion  to  Approve  the  minutes  of  l\/larch  12,  25  and  26,  2013: 
AYES:  Torres,  Courtney,  Vietor  and  l\/loran 

President  Torres  thanl^ed  the  Commission  Secretary  for  her  work  on  the  minutes. 

4.  Public  Comments 
None. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summarv 

6.  Other  Commission  Business 

Commissioner  Moran  offered  brief  comments  on  the  Lal^e  Merced  Woriishop  and 
requested  that  staff  return  with  a  MOU  between  the  SFPUC  and  Recreation  and 
Park  in  the  near  future. 

President  Torres  reiterated  his  desire  to  convene  interested  parties  to  discuss  Lake 
Merced  issues. 

Commissioner  Courtney  stated  that  Mr.  Larry  Mazzola,  Plumbers  Union  Local  38, 
will  be  retiring.  He  requested  that  the  commission  publicly  recognize  Mr.  Mazzola 
upon  his  retirement,  and  asked  that  staff  follow-up. 

7.  Report  of  the  General  Manager 

Mr.  Michael  Carlin,  Deputy  General  Manager,  introduced  Ms.  Kim  Malcolm, 
Community  Choice  Aggregation  Manager,  and  provided  a  brief  background. 

•   WSIP  Update 

Ms.  Julie  Labonte,  WSIP  Director,  provided  a  brief  WSIP  update.  She  noted  that 
a  revised  budget  and  schedule  for  the  WSIP  will  be  brought  before  the 
Commission  for  consideration  on  April  23,  2013.  Ms.  Labonte  noted  that  the  5 
million  worker  hour  milestone  was  passed.  She  indicated  that  negotiation  of  the 
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terms  of  the  change  order  with  the  contractor  on  the  Calaveras  Dam  has  been 
completed.  Ms.  Labonte  stated  that  the  cutter-head  of  the  tunnel  boring  machine 
for  the  Bay  Tunnel  has  been  removed  and  installation  of  the  pipeline  will  begin  in 
May.  She  touched  on  the  New  Irvington  Tunnel  Project  and  informed  the 
Commission  that  the  construction  Notice-to-Proceed  was  issued  on  the  San 
Antonio  back-up  Pipeline  Project.  She  stated  that  remaining  projects  include  the 
Peninsula  Pipeline  Seismic  Upgrade  and  the  Regional  Groundwater  Storage  and 
Recovery  Project.  Ms.  Labonte  commended  operations  staff  for  their  work. 

8.  Approve  Amendment  No.  1  to  Agreement  CS-941 .  Job  Order  Contract 
Implementation  Services,  to  provide  a  SFPUC-customized  job  order  contracting 
system  with  The  Gordian  Group.  Authorize  the  General  Manager  to  execute  an 
amendment  for  a  time  extension  of  one  vear.  for  a  total  agreement  duration  of  six 
vears.  with  no  change  to  the  contract  amount.  (Resolution  13-0049) 

On  Motion  to  Approve  Item  8: 

AYES:  Torres,  Courtney,  Victor  and  Moran 

9.  Adopt  the  Updated  Debt  Management  Policies  and  Procedures  of  the  San  Francisco 
Public  Utilities  Commission.  (Resolution  13-0050) 

Mr  Todd  Rydstrom,  Assistant  General  Manager,  Business  Services,  introduced  Mr. 
Rich  Morales,  Debt  Services  Manager,  who  provided  an  oven/lew  of  the  updates  to 
the  Debt  Management  Policies  and  Procedures.  He  reviewed  what  the  Debt 
Management  Policy  covers,  what  changes  are  being  made,  and  discussed  the  value 
of  having  updated  Debt  Management  Policies. 

President  Torres  asked  for  clarification  on  role  the  Government  Finance  Officers' 
Association,  which  Mr  Morales  provided. 

Public  Comment: 
None. 

On  Motion  to  Adopt: 

AYES:  Torres,  Courtney,  Vietor  and  Moran 

10.  Approve  an  increase  in  the  construction  contract  cost  contingency  for  Contract  WW- 
522.  Southeast  Water  Pollution  Control  Plant  Dewatering  Facility  Corrosion  Repairs, 
with  Monterey  Mechanical  Co..  in  the  amount  of  $346.000.  Authorize  the  General 
Manager  to  approve  future  modifications  to  the  contract,  if  appropriate,  for  a 
potential  total  revised  contract  amount  up  to  $10.309,800.  The  increase  in  the 
contract  cost  contingency  is  needed  for  additional  debilitating  corrosion  issues 
discovered  during  the  rehabilitation  of  the  existing  biosolids  dewatering  and  storage 
facility.  (Resolution  13-0051) 
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Public  Comment: 
None. 

On  Motion  to  Approve  Item  1 0: 

AYES:  Torres,  Courtney,  Vietor  and  Moran 

11.  Recommend  that  the  Board  of  Supervisors  (BOS)  approve  the  sale  of  an  easement 
to  PG&E,  for  a  7.799  square-foot  portion  of  the  San  Francisco  Public  Utilities 
Commission's  real  propertv  in  the  Crystal  Springs  watershed  in  unincorporated  San 
Mateo  County.  (Assessor's  Parcel  No.  093-102-1 10).  for  $2.200:  and  authorize  the 
General  Manager  or  the  City's  Director  of  Property  to  execute  an  easement 
agreement  conveying  the  Easement  to  PG&E  for  its  fair  market  value  of  $2.200. 
following  approval  by  the  BOS.  (Resolution  13-0052) 

Public  Comment: 
None. 

On  Motion  to  Approve  Item  1 1 : 

AYES:  Torres,  Courtney,  Vietor  and  Moran 

12.  Approve  the  selection  of  and  authorize  the  General  Manager  to  seek  Board  of 
Supervisors  approval  to  award  Agreement  Nos.  CS-211A-D.  Specialized  and 
Technical  Services  for  the  Water  Enterprise  to  CDM  Smith/ATS,  a  Joint  Venture 
(CS-21 1  A);  ICF+Avila.  a  Joint  Venture  (CS-21 1 B):  Shaw  Environmental  and 
Infrastructure.  Inc.  (CS-211C):  and  URS  Corporation  (CS-211D).  to  provide 
watershed  monitoring  and  management  technical  services.  Authorize  the  General 
Manager  to  negotiate  and  execute  the  four  professional  services  agreements  for  an 
amount  not-to-exceed  $5.000.000  each,  and  with  a  duration  of  14  years  per 
agreement,  subiect  to  the  Board  of  Supervisors  approval  pursuant  to  Charter 
Section  9.118.  (Resolution  13-0053) 

Commissioner  Vietor  questioned  the  duration  of  ttie  contracts,  to  wiiicti  Mr.  Steve 
Ritchie  provided  clarification.  In  response  to  a  follow-up  question,  Mr.  Ritchie  stated 
that  the  contracts  can  be  terminated  for  convenience. 

Public  Comment: 
None. 

On  Motion  to  Approve  Item  1 2: 

AYES:  Torres,  Courtney,  Vietor  and  Moran 

13.  Approve  the  Power  Enterprise  amendment  to  the  Memorandum  of  Understanding 
(MOU)  between  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  and  the 
San  Francisco  Local  Agency  Formation  Commission  (LAFCo).This  amendment 
would  extend  the  duties  performed  by  LAFCo  to  monitor  and  advise  the  SFPUC  and 
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San  Francisco  Board  of  Supervisors  regarding  tlie  progress  of  CleanPowerSF 
development  and  implementation.  Authorize  the  General  Manager  to  execute  this 
amendment,  with  a  term  extension  of  four  years,  for  a  total  MOD  term  of  seven 
years.  (Resolution  13-0054) 

Mr.  Carlin  reminded  the  Commission  that  the  MOD  was  discussed  at  the  March  25^'^ 
joint  UKFCo  meeting  and  at  that  approval  was  being  requested  to  extend  the  MOU 
for  at  time  oniy,  no-cost  extension. 

Public  Comment: 
None. 

On  Motion  to  Approve  Item  1 3: 

AYES:  Torres,  Courtney,  Vietor  and  Moran 

14.  Public  Comments  on  matters  to  be  discussed  In  Closed  Session. 
None. 

15.  Motion  on  whether  to  assert  the  attornev-client  privilege  reoardinq  the  matters  listed 
below  as  Conference  with  Leaal  Counsel. 

On  Motion  TO  ASSERT: 

AYES:  Torres,  Courtney,  Vietor  and  Moran 

16.  Conference  with  Legal  Counsel  Pursuant  to  California  Government  Code  Section 
54956.9  (a)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1)  

Existing  Adjudicatory  Proceeding: 

Central  Valley  Regional  Water  Quality  Control  Board 

Complaint  No.  R2-201 3-0501 

The  Commission  secretary  noted  a  new  California  Government  Code  Section 
citation  of  54956.9  (d)  (1)  for  this  item,  as  the  State  Legislature  revised  the  Brown 
Act  sections  authorizing  closed  sessions. 

17.  Announcement  following  closed  session. 

Deputy  City  Attorney  Ambrose  stated  that  the  Commission  reached  a  settlement 
with  California  Regional  Water  Quality  Control  Board  in  the  amount  of  $51,000. 

18.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

On  Motion  NOT  TO  DISCLOSE: 

AYES:  Torres,  Courtney,  Vietor  and  Moran 

19.  Other  new  business. 
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None. 

President  Torres  adjourned  the  meeting  at  2:07  PIVl. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  13-0049 


WHEREAS,  On  July  22,  2008,  this  Commission  awarded  Agreement  No.  CS-941,  Job 
Order  Contract  (JOC)  Implementation  Services,  and  authorized  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  (SFPUC)  to  negotiate  and  execute  a  professional  services 
agreement,  in  the  amount  of  $5,000,000,  and  with  a  tenn  of  five  years,  concluding  on  August  6, 
2013,  with  The  Gordian  Group;  and 

WHEREAS,  Amendment  No.  1  is  being  requested  for  one  (1)  year  so  The  Gordian 
Group  can  provide  on-going  services  to  SFPUC  while  staff  develops  a  new  request  for  proposals 
(RFP)  for  JOC  implementation  services,  for  a  total  agreement  duration  of  six  (6)  years;  and 

WHEREAS,  Pursuant  to  14B.8  of  the  San  Francisco  Administrative  Code,  the  Local 
Business  Enterprise  (LBE)  subconsuiting  goals  for  this  agreement  has  been  waived  by  the 
Director  of  the  Contract  Monitoring  Division  (CMD);  however,  CMD  will  review  and  establish 
LBE  subcontracting  goals  on  the  JOC  construction  contracts  that  are  associated  with  these  JOC 
implementation  .services;  and 

WHEREAS,  Funds  for  this  agreement  will  be  available  at  the  time  of  award  of  the 
agreement  from  various  SFPUC  operating  departments  and  regional  Capital  Improvement 
Program  projects;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  1  to  Agreement 
No.  CS-941,  Job  Order  Contract  Implementation  Services,  with  The  Gordian  Group,  to  provide  a 
customized  SFPUC  Job  Order  Contracting  program  for  the  development,  procurement  and 
implementation  of  construction  JOC  contracts,  and  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  execute  an  amendment  for  a  time  extension  of  one  (1) 
year,  for  a  total  agreement  duration  of  six  (6)  years. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  9,  2013. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  13-0050 


WHEREAS,  The  Commission  is  a  governmental  entity  which  issues  debt;  and 

WHEREAS,  It  is  recommended  practice  that  a  governmental  entity  which  issues  debt 
establishes  written  debt  management  policies  and  procedures  to  reflect  the  entity's  mission  and 
objectives  in  connection  with  debt  management;  and 

WHEREAS,  It  is  further  recommended  that  the  debt  management  policies  and  procedures 
mclude  a  description  of  the  types  and  purposes  of  debt,  the  legal  authorization  and  approval 
process,  the  limitations  on  issuance,  ongoing  administration  and  related  matters;  and 

WHEREAS,  The  Commission  has  previously  approved  Debt  Management  Policies  and 
Procedures  in  March  2004  and  February  2010;  and 

WHEREAS,  It  is  further  recommended  that  the  established  debt  management  policies 
and  procedures  be  reviewed  periodically  and  updated  as  appropriate;  now,  therefore,  be  it 

RESOLVED,  That  the  Commission  adopt  the  attached  Debt  Management  Policies  and 
Procedures  of  the  San  Francisco  Public  Utilities  Commission. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  9,  2013. 


ii 
Mi 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  13-0051 


WHEREAS,  On  June  26,  2012,  per  Resolution  No.  12-0106,  this  Commission  approved 
the  award  of  Wastewater  Enterprise  (WWE),  Capital  Improvement  Program  (ClP)-funded 
Contract  No.  WW-522,  Southeast  Water  Pollution  Control  Plant  (SWPCP)  Dewatering  Facility 
Corrosion  Repairs,  to  Monterey  Mechanical  Co.;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  July  26,  2012; 

and 

WHEREAS,  The  original  contract  amount  was  for  $9,058,000  and  the  original  contract 
duration  was  540  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(H)  (1)  of  the  Administrative  Code  requires  that  any  cumulative 
increase  in  contract  price  in  excess  of  10%  of  the  original  contract  price  be  approved  by  the 
Commission;  and 

WHEREAS,  The  project  has  encountered  unanticipated  corrosion  issues  and 
modifications  required  to  meet  the  level  of  dewatering  required  during  the  rehabilitation  of  the 
facility;  and 

WHEREAS,  Cost  modifications  approved  to  date  for  this  construction  contract  amount  to 
$701,844,  pending  change  orders  amount  to  $62,188,  potential  change  orders  amount  to  $97,346, 
trends  amount  to  $390,422,  and  10%  contingency  of  the  work  not  yet  performed  amount  to 
$203,956;  and 

WHEREAS,  These  change  orders,  trends,  and  10%  contingency  of  the  work  not  yet 
performed,  if  converted  to  change  orders,  would  exceed  the  pre-approved  10%  construction  cost 
contingency;  and 

WHEREAS,  An  increase  in  the  contract  co.st  contingency  in  the  amount  of  $346,000  is 
being  requested,  subject  to  the  General  Manager's  subsequent  authorization  of  modifications,  if 
appropriate;  and 

WHEREAS,  Contract  Monitoring  Division  (CMD)  subcontracting  goals  of  25.4%  Local 
Business  Enterprise  (LBE)  participation  were  originally  established  for  this  construction 
contract;  and 

WHEREAS,  A  25.4%  LBE  participation,  as  submitted  at  the  time  of  bid,  has  been 
committed  by  the  Contractor;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CENMSCIC38-  Southeast  Treatment 
Facility  Reliability;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  an  increase  to  the  existing  contract 
cost  contingency  in  the  amount  of  $346,000,  for  the  WWE,  CIP-funded  Contract  No.  WW-522, 
SWPCP  Dewatering  Facility  Corrosion  Repairs,  with  Monterey  Mechanical  Co.,  for  a  total  cost 
contingency  amount  of  $1,251,800,  and  authorizes  the  General  Manager  to  approve  future 
modifications  to  the  contract,  if  appropriate,  for  a  potential  total  revised  contract  amount  up  to 
$10,309,800. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  9,  2013. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  13-0052 


WHEREAS,  The  City  and  County  of  San  Francisco  (City),  through  the  San  Francisco 
Public  Utilities  Commission  (SFPUC),  owns  certain  real  property  in  unincorporated  San  Mateo 
County  known  as  SFPUC  Parcel  31-A  )  (Assessor's  Parcel  No.  093  102  110)  within  the  Crystal 
Springs  Watershed;  and 

WHEREAS,  Pursuant  to  the  Final  Order  of  Condemnation,  recorded  July  18,  1978  in 
Book  7763  of  the  Official  San  Mateo  County  Records  at  page  57,  Pacific  Gas  and  Electric 
Company  (PG&E)  obtained  an  existing  easement  (Existing  Easement)  across  a  portion  of 
SFPUC's  Parcel  31-A;  and 

WHEREAS,  PG&E  now  desires  to  acquire  an  additional  easement  over  an  area 
consisting  approximately  7,799  square  feet  (Easement  Area)  overlapping  with  and  adjacent  to  its 
Existing  Easement,  to  expand  its  valve  lot  and  install  new  gas  transmission  safety  upgrades;  and 

WHEREAS,  Pursuant  to  Charter  Section  8B.  121(a)  the  SFPUC  has  exclusive  charge  of 
the  real  property  assets  under  its  jurisdiction;  and 

WHEREAS,  The  SFPUC  does  not  currently  maintain  any  facilities  on  or  adjacent  to  the 
Easement  Area  and  does  not  anticipate  requiring  the  use  of  the  Easement  Area  for  any  SFPUC 
utility  facilitiesin  the  future;  and 

WHEREAS,  The  SFPUC  is  willing  to  sell  PG&E  a  non-exclusive  easement  on  the 
Easement  Area  for  valve  lot  purposes  (Easement),  reserving  to  SFPUC  the  right  to  use  the 
Easement  Area  for  uses  that  are  compatible  with  PG&E's  valve  station  and  pipelines;  and 

WHEREAS,  Offering  the  Easement  by  competitive  bidding  process  or  auction  would  be 
impractical  because  the  Easement  is  located  on  top  of  and  immediately  adjacent  to  PG&E's 
existing  easement  containing  a  subsurface  gas  transmission  pipelines  and  surface  valve  lot 
equipment;  and 

WHEREAS,  Associated  Right  of  Way  Services,  Inc.,  a  MAI-certified  appraiser,  recently 
valued  the  proposed  Easement  at  $2,200;  and 

WHEREAS,  SFPUC  staff  and  the  City's  Department  of  Real  Estate  agreed  with  the 
appraiser's  statement  of  value  for  the  Easement;  and 

WHEREAS,  SFPUC  staff  and  PG&E  have  negotiated  proposed  terms  and  conditions  of 
the  Easement,  set  forth  in  the  form  of  Easement  Agreement  which  is  part  of  the  record  before 
this  Commission  (Easement  Agreement),  including  a  purchase  price  of  $2,200;  and 

WHEREAS,  On  August  30,  2012,  the  City  Planning  Department  issued  a  Certificate  of 
Determination  (COD)  under  the  California  Environmental  Quality  Act  (CEQA)  and  determined 
that  this  transfer  of  property  to  PG&E  falls  under  a  Class  1  Categorical  Exemption  (CEQA 
Guidelines  Section  15301)  for  minor  alterations  of  existing  facilities  to  provide  natural  gas 
service  involving  negligible  expansion  of  use,  and  would  not  have  a  significant  effect  on  the 
environment;  and 


WHEREAS,  On  January  7,  2013,  the  SFPUC's  Bureau  of  Environmental  Management 
(BEM)  concurred  with  the  City  Planning  Department's  COD  under  CEQA  by  memorandum; 
now,  therefore,  be  it 

RESOLVED,  That  this  Commission  finds  that  the  Easement  area  is  surplus  to  the  needs 
of  the  SFPUC's  utilities,  and  that  the  public  interest  or  necessity  will  not  be  inconvenienced  by 
the  conveyance  of  the  Easement  to  PG&E;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  recommends  to  the  City's  Board  of 
Supervisors  to  approve  the  sale  of  this  Easement  to  PG&E  for  the  appraised  value  of  $2,200;  and 
be  it 

FURTHER  RESOLVED,  That  this  Commission  approves  the  terms  and  conditions  of  the 
Easement  Agreement  for  the  Edgewood  valve  lot  Easement  and  authorizes  the  General  Manager 
of  the  SFPUC  and/or  the  Director  of  Property,  following  Board  of  Supervisors  approval  of 
conveyance  of  the  Easement,  to  execute  the  Easement  Agreement  and  enter  into  any 
amendments  or  modifications  to  the  Easement  Agreement;  including  without  Umitation, 
modification,  addition,  or  deletion  of  exhibits,  and  to  enter  into  any  related  documents, 
instruments,  memorandum,  or  other  agreements  reasonably  necessary  to  consummate  the 
transaction  contemplated  in  the  Easement  Agreement,  that  the  General  Manager  determines,  in 
consultation  with  the  City  Attorney,  are  in  the  best  interests  of  the  City;  do  not  materially 
increase  the  liabilities  or  obligations  of  the  City  or  materially  diminish  the  benefits  to  the  City; 
are  necessary  or  advisable  to  effectuate  the  purposes  and  intent  of  the  Easement  Agreement  or 
this  Resolution;  and  comply  with  all  applicable  laws,  including  the  City  Charter. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  9,  2013. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTrLITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  13-0053 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  needs  the 
assistance  of  consulting  firms  to  perform  specialized  management  and  monitoring  technical 
services  for  the  Water  Enterprise;  and 

WHEREAS,  It  is  necessary  to  procure  the  services  of  qualified  professional  services 
firms  to  provide  speciaUzed  and  technical  services  to  supplement  SFPUC  staff;  and 

WHEREAS,  On  January  11,  20 II,  pursuant  to  Resolution  No.  11 -0008,  this  Commission 
established  a  Community  Benefits  Policy  with  the  intent  that  the  Policy  be  incorporated  into 
SFPUC's  operations,  projects  and  activities;  and 

WHEREAS,  The  professional  services  procured  under  this  Agreement  will  impact 
various  Water  Enterprise  projects  and  stakeholder/community  activities  due  to  the  broad  scope 
and  breadth  of  services  expected  to  performed  under  this  Agreement;  as  such,  SFPUC  staff  has 
determined  that  it  was  appropriate  and  consistent  with  the  Community  Benefits  Policy  to  include 
a  Community  Benefits  component  into  the  scope  of  services  for  this  Agreement;  and 

WHEREAS,  The  estimated  cost  of  services  is  $20,000,000  ($5,000,000/agreement);  and 

WHEREAS,  The  request  for  proposals  (RFP)  was  advertised  on  January  28,  2013;  and 

WHEREAS,  Services  are  anticipated  to  begin  in  June  2013  and  end  in  June  2027  and  the 
duration  of  this  agreement  is  fourteen  (14)  years;  and 

WHEREAS,  SFPUC  staff  and  Contract  Monitoring  Division  (CMD)  review  of  the 
selection  panel  evaluations  and  the  proposals  resulted  in  the  establishment  of  CDM  Smith/ATS, 
a  Joint  Venture  (CS-211A);  ICF+Avila,  a  Joint  Venture  (CS-211B);  Shaw  Environmental  and 
Infrastructure,  Inc.  (CS-211C);  and  URS  Corporation  (CS-2ilD);  as  the  four  highest  ranked 
consulting  firms;  and 

WHEREAS,  CMD  established  a  thirteen  percent  (13%)  Local  Business  Enterprise  (LBE) 
subconsultant  participation  goal  on  this  project;  and 

WHEREAS,  Failure  to  reach  successful  agreement  on  contract  terms  and  conditions 
within  30  days  of  the  date  of  the  Commission  award  may  result  in  award  of  the  contract  to  the 
next  highest  ranked  proposer,  or  re-advertising  and  re-selecting  consultants  at  the  discretion  of 
the  City;  and 

WHEREAS,  The  firnis  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  I2B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may,  in  the  General  Manager's  sole 
discretion,  result  in  award  of  the  agreement  to  the  next  highest  ranked  proposer,  or  re-advertising 
and  re-selecting  consultants  at  the  discretion  of  the  City;  and 

WHEREAS,  Funds  will  be  available  at  the  time  of  individual  task  order  awards  from 
Water  Enterprise  operating  and  capital  budgets,  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  selection  of  and  authorizes  the 
General  Manager  to  seek  Board  of  Supervisor  approval  to  award  Water  Enterprise-funded 
Agreement  Nos.  CS-2]  lA-D,  Specialized  and  Technical  Services  to:  CDM  Smith/ ATS,  a  Joint 
Venture  (CS-2 11  A);  ICF+Avila,  a  Joint  Venture  (CS-2 1  IB);  Shaw  Environmental  and 
Infrastructure,  Inc.  (CS-211C);  and  URS  Corporation  (CS-2 1  ID);  to  provide:  Watershed 
resources  monitoring  and  management  services,  Specialized  hydrological  services.  Data 
management  and  analytical  services;  and  Watershed  planning  and  regulatory  compliance  support 
and  authorize  the  General  Manager  to  negotiate  and  execute  the  four  professional  services 
agreements  for  amounts  not-to-exceed  $5,000,0(X)  each,  for  a  cumulative  total  amount  of 
$20,000,000  and  with  a  duration  of  fourteen  (14)  years  per  agreement,  or,  in  the  event 
negotiations  are  not  successful  or  City  requirements  are  not  satisfied,  to  negotiate  and  execute  a 
professional  services  agreement  with  the  next  highest  ranked  proposer,  subject  to  Board  of 
Supervisors  approval  pursuant  to  Charter  Section  9. 1 18. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  9,  2013. 


A//    .  S  \/f  / 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0054 


WHEREAS,  On  April  17,  2009,  this  Commission  authorized  the  General  Manager  of  the 
SFPUC  to  execute  an  MOU  with  the  SF  LAFCo  to  allocate  Power  Enterprise  Funds  for 
reimbursement  for  SF  LAFCo  services  related  to  the  CCA  Program,  called  CleanPowerSF,  from 
Fiscal  Year  2008-09  through  2010-1 1 ;  and 

WHEREAS,  On  April  24,  2009,  the  SFPUC  and  the  SF  LAFCo  Commissions  jointly 
adopted  the  MOU  from  Fiscal  Year  2008-09  through  2010-1 1 ; 

WHEREAS,  The  term  of  the  existing  MOU  between  the  SFPUC  and  the  SF  LAFCo 
expired  at  the  end  of  Fiscal  Year  2010-1 1,  prior  to  the  conclusion  of  SF  LAFCO' s  CCA  Program 
responsibilities  and  obligations;  and 

WHEREAS,  Amendment  No.  1,  for  the  MOU  is  being  requested  to  extend  the 
collaborative  working  relationship  between  the  SFPUC  and  the  SF  LAFCo;.and.,    ^  . 

WHEREAS,  Funds  identified  in  the  MOU  between  the  SFPUC  and  SF  LAFCo  will 
continue  to  be  available  from  Project  No.  519782  -  CCA  Project  LAFCO-HHP,  subject  to 
budget  and  appropriation  procedures;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  1  to  the  Power 
Enterprise,  CCA  Project-funded  MOU  between  the  SFPUC  and  the  SF  LAFCo;  and  authorizes 
the  General  Manager  of  the  SFPUC  to  execute  this  amendment,  with  a  term  extension  of  four 
years,  for  a  total  agreement  duration  of  seven  years  through  Fiscal  Year  2014-201 5. 


/  hereby  certify  that  the  foregoing  resohition  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  April  9,  2013. 

]  aA.  C//  ^4 1  /  u  wvy  6'  o  U'^  


Secretary,  Public  Utilities  Commission 
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Art  Torres,  President 
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Francesca  Vietor 
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Harlan  L.  Kelly,  Jr. 

General  Manager 
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For  Infonmation,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  www.sfwater.orq 
Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.qranicus.comA/iewPublisher.php7vlew  id=22 


Disability  Access 

The  Public  Utilities  Commission  meeting  will  be  held  in  Room  400,  at  One  1  Dr.  Carlton  B.  Goodlett 
Place,  (400  Van  Ness  Avenue),  San  Francisco,  CA.  The  closest  accessible  BART  Station  is  the 
Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  Lines  serving  this 
location  are:  Muni  Metro  lines  J  Church,  K  Ingleside,  L  Taraval,  M  Oceanview,  N  Judah  and  T  Third 
at  Van  Ness  and  Civic  Center  Stations;  F  Market  Line;  and  bus  routes  19  Polk,  47  Van  Ness,  49 
Mission  Van  Ness,  5  Fulton,  6  Parnassus,  21  Hays,  9  San  Bruno,  9L  San  Bruno  Limited,  71  Haight 
Noriega  and  71 L  Noriega  Limited.  For  more  information  about  MUNI  accessible  services  call  (415) 
701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been 
designated  on  the  Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility- 
impaired  persons.  There  is  accessible  parking  available  within  the  Civic  Center  Underground 
Parking  Garage  at  the  corner  of  McAllister  and  Polk  Streets,  and  within  the  Performing  Arts  Parking 
Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain 
meeting  materials  in  alternative  format,  please  contact  Donna  Hood  at  (415)  554-3165,  or  by 
emailing  dhood(a)sfwater.orq.  Providing  at  least  72  hours  notice  will  help  to  ensure  availability. 

To  assist  the  City's  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses, 
multiple  chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that 
other  attendees  may  be  sensitive  to  various  chemical  based  products.  Please  help  the  City 
accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance 
(Chapter  67  of  the  San  Francisco  Administrative  Code) 

Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public. 
Commissions,  boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the 
people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the  people  and 
that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under  the 
Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  the  Sunshine  Ordinance  Task 
Force,  City  Hall,  Room  409,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102-4683  at 
Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554-7854;  E-mail:  sotf(a)sfqov.orq.  Copies  of  the 
Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San  Francisco 
Public  Library  and  on  the  City's  website  at  www.sfgov.orq. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are 
prohibited  at  this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the  meeting 
room  of  any  person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar 
sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements 

Individuals  and  entities  that  influence  or  attempt  to  influence  local  legislative  or  administrative  action 
may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF  Campaign  &  Governmental  Conduct 
Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information  about  the  Lobbyist 
Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue,  Suite 
220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-3112;  web  site  at 
www.sfgov.orq/ethics. 


ORDER  OF  BUSINESS: 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  Minutes  of  April  9,  201 3. 

4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within  the 
Commission's  jurisdiction  and  are  not  on  today's  agenda. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Status  of  Large  Development  Service  Projects  in  the  Water  Service  Area 

d)  Water  Pipeline  Assessment 

e)  Water  Supply  Agreement  Update 

6.  Other  Commission  Business 

7.  Report  of  the  General  Manager 

a)  Francisco  Reservoir  Update  (Carlin) 

8.  BAWSCA  Update  (Jensen) 

9.  Revenue  Bond  Oversight  Committee  Annual 

Report  and  Audit  Findings  (Cheng) 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney 
where  applicable. 

Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
525  Golden  Gate  Avenue,  13^^  Floor,  San  Francisco,  CA  94102,  Telephone:  (415)  554- 
3165,  Fax:  (415)  554-3424. 

CONSENT  CALENDAR 

10.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by 
a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these 
items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which  event 
the  matter  will  be  removed  from  the  Calendar  and  considered  as  a  separate  item. 

a)      Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to 
execute  a  five-year  revocable  permit  to  the  Ocean  Avenue  Association,  a 
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California  non-profit  public  benefit  corporation,  for  the  use  of  approximately 
4,000  square  feet  of  SFPUC  property,  located  at  the  intersection  of  Ocean 
Avenue  and  Phelan  Avenue  in  San  Francisco,  as  a  community  garden.  Permittee 
shall  maintain  the  property  and  provide  insurance  and  indemnity  for  its  use  of  the 
property.  (Russell) 

b)      Approve  Amendment  No.  1  to  Agreement  CS-945,  Emergency  Operations 
Training  Services  with  AECOM  USA,  Inc.,  to  provide  continuing  emergency 
in     operations  planning,  training  and  exercises;  Authorize  the  General  Manager  to 
^     negotiate  an  amendment  increasing  the  agreement  up  to  $800,000,  for  a 
CO     total  not-to-exceed  amount  of  $2,400,000,  and  extending  the  agreement 
duration  up  to  two  years,  for  a  total  agreement  duration  of  six  years. 

(Carlin) 


c)      Authorize  the  General  Manager  to  advertise  the  Request  for  Proposals  for 
Agreement  DB-124,  San  Joaquin  Valley  Communication  System  Upgrade 
Project,  a  design-build  agreement  to  construct  a  20-site  digital  microwave  radio 
communications  system  for  an  amount  not  to  exceed  $5,500,000,  to  achieve 
time  and  cost  savings.  Staff  will  return  to  the  Commission  to  seek  authorization  to 
award  and  execute  an  agreement.  (Levin) 


CO 


CD 


d)  Approve  the  plans  and  specifications,  and  av\^ard  Contract  WW-558R,  As- 
co  Needed  Sewer  Cleaning,  for  a  total  contract  amount  not-to-exceed 

^  $1,594,500,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  ProVen 

CD  Management,  Inc.,  to  clean  existing  sewers,  on  an  as-needed  basis,  at  locations 

^  to  be  determined  within  the  City  of  San  Francisco.  (Moala) 

e)  Approve  Amendment  No.  1  to  Agreement  CS-267,  Grant  Agreement  for 
^      "Education  Outside,"  with  the  San  Francisco  School  Alliance,  to  support  the 
£5       development  of  a  Rainwater  Harvesting  management  plan  for  green  schoolyards; 

and  authorize  the  General  Manager  to  execute  this  amendment  increasing  the 
?o       agreement  by  $20,000,  for  a  total  not-to-exceed  agreement  amount  of 

$120,000.  (Ellis) 

REGULAR  BUSINESS 

1 1     Public  Hearing:  Discussion  and  possible  action  to  approve  the  project-level 
scope,  schedule  and  budget  of  the  March  2013  Revised  Water  System 
Improvement  Program  and  direct  staff  to  send  a  Notice  of  Change  Report  to  the 
California  Joint  Legislative  Audit  Committee,  the  California  Department  of  Public 
^       Health  and  the  California  Seismic  Safety  Commission  in  compliance  with 

California  Assembly  Bills  1823  and  2437,  and  authorize  the  General  Manager  to 
seek  Board  of  Supervisors'  approval  for  the  re-appropriation  of  existing  funds  as 
^       needed  and  the  supplemental  appropriation  of  $54,927,412  in  new  funding. 

(Labonte) 

•  30  Day  Notice  of  Public  Hearing 

•  Summary  of  WSIP  Budget  and  Schedule  Changes  Since  2003 


•  staff  Letter:  System  Impact  of  Alameda  Creek  Recapture  Project  Delay 

•  Staff  Presentation 

12.    Presentation  and  discussion  of  the  proposed  Wholesale  Revenue 

Requirement  and  rate  schedule  for  FY  2013-14,  as  applied  to  meter  readings 
on  or  after  July  1 ,  2013.  This  rate  schedule  reflects  the  terms  of  the  2009  Water 
Supply  Agreement  between  the  City  and  County  of  San  Francisco  and  the 
Wholesale  Customers,  which  was  approved  on  April  28,  2009  by  Commission  • 
Resolution  No.  09-0069.  (Rydstrom)  , 

Authorize  the  General  Manager  to  execute,  on  behalf  of  the  City  and  County  of 
San  Francisco,  a  Memorandum  of  Understanding  with  United  States 
Department  of  Commerce,  National  Oceanic  and  Atmospheric  Administration 
(NOAA),  for  an  amount  not  to  exceed  $160,000,  and  with  duration  of  two 
years.  The  MOD  defines  the  roles  and  responsibilities  of  NOAA  to  assist  the 
SFPUC  in  the  site  selection  and  Federal  environmental  review  for  three  new 
radar  systems  as  part  of  the  proposed  Advanced  Rainfall  Prediction  Project 
under  the  Sewer  System  Improvement  Program.  (Moala) 

14.  Workshop:  Discussion  of  proposed  CleanPowerSF  Community  Choice 
Aggregation  Program  build-out  roadmap  and  strategies,  including  local  resource 
investment  and  associated  timeline,  overall  resource  mix,  and  the  effects  on  the 
not-to-exceed  rate.  (Hale) 

15.  Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 

16.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 
listed  below  as  Conference  with  Legal  Counsel. 

CLOSED  SESSION 

The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

17.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9(d)(3)  and  San  Francisco  Administrative  Code  Section  67.10  (d) 
(2).  (Mueller) 

Anticipated  Litigation  -  As  Plaintiff 

18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d) 
(1)  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A127554  /  Date  Filed:  January  29,  2010 


19. 


Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d) 
(1)-  (Upton) 


Existing  Litigation 

Zeno  Zimmerman  v.  City  and  County  of  San  Francisco 

San  Francisco  Superior  Court  Case  Nos.:  CGC-1 1-516360  and  CGC-1 1-516361 
City  Attorney  File  Number:  120697  /  Date  Filed:  December  12,  201 1 

Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (2)  and  San  Francisco  Administrative  Code  Section  67.10  (d) 
(2)-  (Ambrose) 

Anticipated  Litigation  -  As  Defendant 
Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

21 .  Announcement  following  closed  session. 

22.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

23.  Other  new  business. 
ADJOURNMENT 


San  Francisco 
Water  Power  Sewer 


Services  of  the  San  Francisco  Public  Utilities  Commissior^ 


NOTICE  OF  PUBLIC  HEARINGS 


NOTICE  OF  PUBLIC  HEARINGS  Tuesday,  April  23,  2013-  1:30  PM  City 
Hall,  Room  400,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102,  at 
a  Regular  Meeting  of  the  SAN  FRANCISCO  PUBLIC  UTILITIES 
COMMISSION,  and  if  necessary,  Tuesday,  May  14,  2013  -  1:30  PM  City  Hall, 
Room  400,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102,  at  a 
Regular  Meeting  of  the  SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION, 
and  if  necessary,  Tuesday,  May  28,  2013  -  1:30  PM  City  Hall,  Room  400,  1 
Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102,  at  a  Regular 
Meeting  of  the  SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION,  and  if 
necessary,  Tuesday,  June  11,  2013  -  1:30  PM  City  Hall,  Room  400,  1  Dr. 
Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102,  at  a  Regular  Meeting  of 
the  SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION:  Public  Hearing, 
discussion  and  possible  action  to  adopt  schedules  of  electric  rates  and 
charges  for  customers  of  the  San  Francisco  Public  Utilities  Commission 
(SFPUC)  for  phase  one  of  the  CleanPowerSF  Community  Choice  Aggregation 
Program  for  renewable  power  procurement  within  San  Francisco.  The  detailed 
agenda  and  related  files  will  be  available  at  least  72  hours  before  the 
scheduled  meetings  at  the  SFPUC  website  www.sfwater.org,  or  by  calling 
(415)  554-3165. 


San  Francisco 
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Services  of  the  San  Francisco  Public  Utilities  Commission 


NOTICE 


SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


The  Public  Hearing  and  possible  action  to  adopt  schedules  of  electric 
rates  and  charges  for  customers  of  the  San  Francisco  Public  Utilities 
Commission,  for  phase  one  of  the  CleanPowerSF  Community  Choice 
Aggregation  Program  for  renewable  power  procurement  within  San 
Francisco,  that  was  noticed  for  Tuesday,  April  23,  2013  will  not  be  held. 

That  Public  Hearing  and  possible  action  may  be  scheduled  at  future 

regular  SFPUC  meetings  on 
May  14,  2013,  May  28,  2013  or  June  11,  2013. 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall 
Room  400 
San  Francisco,  CA  94102 

Please  refer  to  future  agenda  notices  available  at  www.sfwater.orq  and 

the  San  Francisco  Public  Library. 


For  infomiation,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site;  www.sfwater.ora 
Gavel-to-Gavel  coverage  available  at: 
http://sanfrancisco.granicus.com/ViewPubllsher.php?view_ld=22 
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Services  of  the  San  Francisco  Public  Utilities  Commission 

San  Francisco  Public  utilities  Commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 


MINUTES 
Tuesday,  April  23,  2013 

(Approved  May  14,  2013) 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


Commissioners 

Art  Torres,  President 
Vince  Courtney,  Vice  President 
Ann  Moller  Caen 
Francesca  Vietor 
Anson  Moran 


Harlan  L.  Kelly,  Jr. 

General  Manager 


Donna  Hood 

Secretary 


For  information,  contact  ttie  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  ttie  SFPUG  web  site:  vww.sfwater.orq 
Gavel-to-Gavel  coverage  available  at: 

tittD://sanfrancisco.qranicus.comA/iewPublisher.php?vlew  icl-22 


1.  Call  to  Order 

President  Torres  called  the  meeting  to  order  at  1:34  PM. 

2.  Roll  Call 

Present:  Torres,  Caen,  Vietor  and  Moran 
Excused:  Courtney 

3.  Approval  of  Minutes  of  April  9,  201 3 

On  Motion  to  APPROVE  the  Minutes  of  April  9,  2013 
AYES:  Torres,  Caen,  Vietor  and  Moran 

4.  Public  Comments 

•  Supervisor  John  Avalos  expressed  his  thoughts  on  the  Clean PowerSF  Program 
and  encouraged  the  approval  of  rates  as  soon  as  possible.  He  noted  the  need  for  a 
joint  SFPUC/LAFCo  meeting. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Status  of  Large  Development  Service  Projects  in  the  Water  Service  Area 

d)  Water  Pipeline  Assessment 

Commissioner  Caen  thanl<ed  staff  for  preparing  the  document. 

e)  Water  Supply  Agreement  Update 

Commissioner  Moran  requested  that  staff  track  the  rate  structure  for 
discussion  during  next  year's  rate  cycle  review  and,  if  staff  are  not  able  to 
come  to  conclusions,  that  the  Commission  be  informed. 

Public  Comments 

•  None. 

Commissioner  Vietor  echoed  Supen/isor  Avalos'  request  for  scheduling  of  a 
joint  meeting.  Secretary  Hood  indicated  she  would  work  with  LAFCo  staff  to  find 
dates  for  consideration. 

6.  Other  Commission  Business 

Commissioner  Caen  requested  that  the  SFPUC  security  update  be  placed  on  the 
Closed  Session  Calendar 

Commissioner  Caen  expressed  frustration  with  the  breakdown  in  communication 
between  staff  and  the  Commission,  a  lack  of  staff  response  to  direction  given  by  the 
Commission,  and  a  lack  of  concern  for  what  the  Commission  is  saying.  She 
expressed  displeasure  with  the  information  she  has  received  in  response  to  multiple 
requests  regarding  SFPUC  surplus  property  and  noted  that  the  lands  have  value 
which  could  be  passed  along  to  the  ratepayers.  Commissioner  Caen  referred  to  an 
April  12,  2013  San  Francisco  Chronicle  article  regarding  Francisco  Reservoir  and 
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questioned  why  interested  parties  were  not  informed  of  the  disposition  possibilities  of 
the  land  years  ago.  She  requested  that  the  President  meet  with  the  General 
Manager  to  clearly  define  the  roles  of  the  Commission,  vis-a-vis  the  staff  and 
General  Manager 

Commissioner  Vietor  introduced  and  the  Commission  welcomed  the  second  grade 
class  from  the  San  Francisco  Day  School. 

7.  Report  of  the  General  Manager 

General  Manager  Kelly,  Jr.,  stated  that  he  had  spoken  to  Commissioner  Caen 
regarding  her  concerns  and  that  he  will  work  with  staff  to  better  respond  to  the 
Commission,  and  prioritize  and  respond  to  requests.  He  stated  that  there  was  never 
an  offer  to  give  Francisco  Reservoir  away,  and  that  fair  market  value  will  be  sought. 

a)  Francisco  Reservoir  Update 

Deputy  General  Manager  Michael  Carlin  apologized  to  Commissioner  Caen  for 
any  disrespect  shown  and  will  make  efforts  to  be  a  more  effective  communicator. 
He  provided  a  brief  update  on  the  Francisco  Reservoir  site,  stating  that  fair 
market  value  will  be  sought  if  it  is  declared  as  surplus  property.  He  indicated  that 
discussions  are  taking  place  with  Recreation  and  Park  and  others  regarding 
acquisition  of  the  site  for  a  park.  He  stated  that  the  roof  has  been  removed,  but 
no  other  action  has  been  taken. 

Commissioner  Caen  questioned  the  value  of  the  property.  Mr  Carlin  stated  that 
appraisals  are  confidential  for  use  in  negotiating  and  that  an  updated  appraisal 
on  the  property  will  be  scheduled.  Commissioner  Caen  expressed  frustration  that 
there  is  no  existing  value  on  the  property  and  her  desire  that  the  process  move 
faster 

President  Torres  requested  an  inventory  of  all  the  surplus  property  with  an 
estimated  figure  of  value,  so  a  determination  can  be  made  of  which  properties 
could  be  sold. 

Commissioner  Moran  asked  City  Attorney  Ambrose  to  outline  the  process  for 
disposing  of  surplus  property.  Ms.  Ambrose  referred  to  the  2002  Charter 
Amendment  giving  the  Commission  exclusive  jurisdiction  over  SFPUC  real 
estate,  which  provided  that  the  Commission  could  dispose  of  surplus  real  estate, 
to  the  needs  of  any  utility,  before  it  can  be  transferred  to  another  City  department 
or  outside  of  City  ownership;  then  then  it  must  go  before  the  Board  of 
Supervisors  for  approval  of  a  jurisdictional  transfer  or  sale.  Ms.  Ambrose  noted 
that  this  process  was  provided  to  the  community  organizations.  Brief  discussion 
ensued  on  options  for  the  disposal  of  surplus  property. 

President  Torres  requested  a  meeting  with  Commissioner  Caen,  the  General 
Manager  and  Mr  Carlin  to  discuss  surplus  real  estate. 
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Public  Comments 

•  None. 

8.  BAWSCA  Update 

Mr.  Art  Jensen  stated  he  is  working  with  SFPUC  staff  on  a  joint  Water  Supply 
Agreement  presentation,  to  be  scheduled  in  June.  He  noted  that  the  bond  issuance 
this  year  slowed  down  work  on  the  preliminary  rate  structures,  that  it  is  not  vital  to 
the  success  of  his  agency,  and  given  other  critical  issues,  they  have  not  budgeted 
time  to  work  on  it  during  the  coming  year  He  reviewed  BAWSCA  comments 
regarding  the  WSIP  update,  calling-out  their  suggestion  that  the  Commission  look  at 
alternate  ways  to  manage  a  cash  flow  program  by  changing  the  method  of  funding 
for  the  watershed  environment  group  and  program.  He  stated  this  was  a  bad  idea 
and  should  not  be  considered. 

Public  Comments 

•  None. 

9.  Revenue  Bond  Oversight  Committee  (RBOC)  Annual  Report  and  Audit  Findings 
Mr  Kevin  Cheng,  RBOC  Chair,  provided  their  RBOC's  Annual  Report  and  Water 
System  Improvement  Program  (WSIP)  Review.  He  noted  that  the  RBOC  hears  from 
interest  bodies  and  the  public  and  considers  that  input  in  their  evaluation  of  projects. 
Mr  Cheng  stated  they  hired  RW  Block  Consulting  and  charged  them  with  two  tasks 
regarding  the  review  of  WSIP:  (A)  Cost  and  Schedule  at  Completion;  and  (B)  Review 
of  program  delivery  costs.  He  noted  that  "Task  A"  examined  five  projects  with  about 
$1.5B  in  expenditures.  He  stated  the  most  important  takeaway  from  the  study  is  that, 
due  to  the  Calaveras  Dam  Project,  the  overall  program  is  late  and  over-budget.  He 
noted,  however,  with  the  removal  of  that  project  all  programs  would  be  on  time  and 
on-budget. 

Mr  Cheng  provided  observations  and  conclusions  on  the  Calaveras  Dam 
Replacement  Project,  Crystal  Springs/San  Andreas  Transmission  System,  Harry 
Tracy  Water  Treatment  Plant  Improvements,  New  Irvington  Tunnel  and  Bay  Division 
Pipeline  Reliability  Upgrade  Tunnel. 

Mr  Cheng  discussed  evaluated  soft  costs  (program  delivery  costs),  and  noted  how 
they  have  varied  over  time.  In  conclusion,  Mr.  Cheng  provided  RBOC's 
recommendations. 

President  Torres  thanked  Mr  Cheng  and  the  RBOC  for  their  work. 

Public  Comments 

•  None. 
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10.  Consent  Calendar 

a)  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to  execute 
a  five-year  revocable  permit  to  the  Ocean  Avenue  Association,  a  California  non- 
profit public  benefit  corporation,  for  the  use  of  approximately  4,000  square  feet  of 
SFPUC  property,  located  at  the  intersection  of  Ocean  Avenue  and  Phelan 
Avenue  in  San  Francisco,  as  a  community  garden.  Permittee  shall  maintain  the 
property  and  provide  insurance  and  indemnity  for  its  use  of  the  property. 
(Resolution  13-0055) 

Commissioner  Vietor  asked  for  the  bacl<ground  of  ttie  project  and  if  there  would  be 
documenting  and  monitoring  of  the  pilot  program,  to  which  Ms.  Rosanna  Russell, 
Real  Estate  Director,  provided  response. 

b)  Approve  Amendment  No.  1  to  Agreement  CS-945,  Emergency  Operations 
Training  Services  with  AECOM  USA,  Inc.,  to  provide  continuing  emergency 
operations  planning,  training  and  exercises.  Authorize  the  General  Manager  to 
negotiate  an  amendment  increasing  the  agreement  up  to  $800,000,  for  a  total 
not-to-exceed  amount  of  $2,400,000,  and  extending  the  agreement  duration  up 
to  two  years,  for  a  total  agreement  duration  of  six  years.  (Resolution  13-0056) 

c)  Authorize  the  General  Manager  to  advertise  the  Request  for  Proposals  for 
Agreement  DB-124,  San  Joaquin  Valley  Communication  System  Upgrade 
Project,  a  design-build  agreement  to  construct  a  20-site  digital  microwave  radio 
communications  system  for  an  amount  not  to  exceed  $5,500,000,  to  achieve  time 
and  cost  savings.  Staff  will  return  to  the  Commission  to  seek  authorization  to 
award  and  execute  an  agreement.  (Resolution  13-0057) 

d)  Approve  the  plans  and  specifications,  and  award  Contract  WW-558R,  As- 
Needed  Sewer  Cleaning,  for  a  total  contract  amount  not-to-exceed  $1 ,594,500, 
to  the  lowest,  qualified,  responsible  and  responsive  bidder,  ProVen  Management, 
Inc.,  to  clean  existing  sewers,  on  an  as-needed  basis,  at  locations  to  be 
determined  within  the  City  of  San  Francisco.  (Resolution  13-0058) 

e)  Approve  Amendment  No.  1  to  Agreement  CS-267,  Grant  Agreement  for 
"Education  Outside,"  with  the  San  Francisco  School  Alliance,  to  support  the 
development  of  a  Rainwater  Harvesting  management  plan  for  green  schoolyards; 
and  authorize  the  General  Manager  to  execute  this  amendment  increasing  the 
agreement  by  $20,000,  for  a  total  not-to-exceed  agreement  amount  of  $120,000. 
(Resolution  13-0059) 

Public  Comments 

•    Mr  David  Pilpel  provided  comments  on  items  10a,  c  and  d,  and  requested 
that  more  information  regarding  environmental  review  and  references  to 
Planning  Department  documents  be  included  in  the  agenda  item 
descriptions  and  resolutions. 
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On  Motion  to  Approve  Items  10a  through  10e: 
AYES:  Torres,  Caen,  Vietor  and  Moran 

11.    Public  Hearing:  Discussion  and  possible  action  to  approve  the  project-level 
scope,  schedule  and  budget  of  the  March  2013  Revised  Water  System 
Improvement  Program  and  direct  staff  to  send  a  Notice  of  Change  Report  to  the 
California  Joint  Legislative  Audit  Committee,  the  California  Department  of  Public 
Health  and  the  California  Seismic  Safety  Commission  in  compliance  with 
California  Assembly  Bills  1823  and  2437,  and  authorize  the  General  Manager  to 
seek  Board  of  Supervisors'  approval  for  the  re-appropriation  of  existing  funds  as 
needed  and  the  supplemental  appropriation  of  $54,927,412  in  new  funding. 
(Resolution  13-0060) 

Mr.  Emilio  Cruz,  AGM,  Infrastructure,  thanked  staff  for  their  work  on  the  WSIP 
and  provided  a  brief  summary  of  the  item. 

Ms.  Julie  Labonte,  WSIP  Director,  began  by  stating  the  purpose  of  the  hearing 
was  for  the  consideration  of  revisions  to  the  WSIP,  referred  to  as  the  "March 
2013  Revised  WSIP".  She  discussed  why  the  revisions  were  necessary:  to 
incorporate  the  latest  available  information  on  WSIP  in  schedule  and  budget;  to 
transfer  forecasted  project  savings  to  projects  with  forecasted  overruns;  to 
secure  funding  required  to  complete  with  all  projects;  and  to  comply  with 
California  Water  Code. 

Ms.  Labonte  indicated  the  proposed  revisions  came  about  as  a  result  of  a 
comprehensive  two-month  WSIP  Assessment  of  active  projects,  which  involved 
all  project  teams,  WSIP  Managers,  and  Project  consultant.  The  Assessment 
reviewed  forecasted  construction  costs  and  schedules,  forecasted  delivery  costs, 
and  forecasted  project  schedules. 

Ms.  Labonte  provided  a  brief  review  of  the  program  status,  noting  program 
actives  are  72  percent  complete,  based  on  expenditures-to-date;  construction  is 
completed  on  60  of  82  projects;  and  three  projects  are  left  in  pre-construction. 
Ms.  Labonte  discussed  the  status  of  treatment  projects,  storage  projects,  and 
transmission  projects. 

Ms.  Labonte  presented  a  high-level  revision  summary  which  includes  major 
scope  changes  to  two  projects  (Calaveras  Dam  Replacement  Project  and 
Alameda  Creek  Recapture  Project);  Addition  of  one  project  (vegetation 
restoration  of  WSIP  construction  sites);  Addition  of  eight  months  to  schedule  with 
anticipated  completion  of  April  11,  2019;  and  a  revised  program  budget  of 
$4. 640M.  Ms.  Labonte  noted  that  none  of  the  revisions  will  result  in  a  reduction  of 
the  level  of  service  goals  but  will  result  in  the  delay  of  when  the  goals  will  be  fully 
achieved. 
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Ms.  Labonte  noted  all  but  two  projects  are  scheduled  to  be  completed  by  July 
2016,  those  being  the  Calaveras  Dam  Replacement  Project  (to  be  completed 
August  21,  2018),  and  the  Alameda  Creek  Recapture  Project  (to  be  completed 
April  11,  2019). 

Ms.  Labonte  discussed  construction  delays  of  significance  to  the  San  Antonio 
Backup  Pipeline  (nine  months);  CS-SA  Transmission  Upgrade  (eight  months); 
Seismic  Upgrade  ofBDPL  Nos.  3  &4  (five  months);  and  Regional  Groundwater 
Storage  and  Recovery  (five  months). 

Ms.  Labonte  discussed  proposed  budget  revisions,  noting  an  increase  of 
$76,327,694  in  Regional  Projects,  a  $21,398,030  reduction  in  Local  Projects,  and 
no  change  in  Financing  for  a  Program  total  increase  of  $54,927,412. 

Ms.  Labonte  reviewed  project-level  budget  revisions  noting  projects  with  the 
largest  cost  savings  and  those  with  the  largest  cost  increases.  Ms.  Labonte 
discussed  the  budget  impacts  of  the  Calaveras  Dam  Project,  differing  site 
conditions,  and  reviewed  the  revised  budget,  which  includes  financing,  other, 
delivery,  and  construction  costs  (actual,  remaining,  contingency  and  risk).  Ms. 
Labonte  discussed  risk  and  confidence  level  and  noted  the  impact  on  rates, 
stating  that  the  impacts  will  not  have  impacts  on  rates  over  what  was  planned. 

Ms.  Labonte  mentioned  the  10  BAWSCA  recommendations  adopted  as  part  of 
January  2013  revisions  to  the  Calaveras  Dam  Project,  and  indicated  that  most 
recommendations  were  addressed  as  part  of  the  WSIP  Assessment  associated 
with  the  March2013  Revised  WSIP. 

Ms.  Labonte  concluded  her  presentation  by  summarizing  the  requested 
Commission  actions:  Endorse  the  project-level  scope,  and  approve  the  schedule 
and  budget  of  the  March  2013  Revised  WSIP;  Direct  staff  to  send  a  Notice 
Change  Report  to  the  State  in  compliance  with  the  California  Water  Code;  and 
Authorize  the  General  Manager  to  seek  Board  of  Supervisors'  approval  for  the 
re-appropriation  of  existing  funds  as  needed  and  the  supplemental  appropriation 
of  $54,927,412  in  new  funding. 

Commissioner  Caen  asked  and  staff  responded  to  the  impact  of  the  budget 
increase  of  the  Calaveras  Dam  Projects  as  it  relates  to  overall  budget.  Staff 
noted  that  without  the  Calaveras  Dam  project  over-run,  WSIP  would  be  under- 
budget.  Brief  discussion  ensued  on  the  budget  and  project  scope. 

Commissioner  Moran  asked  about  correspondence  received  from  BAWSCA. 
Ms.  Labonte  indicated  that  there  is  no  abandonment  of  any  project  in  WSIP;  no 
changes  to  the  scope  in  any  WSIP  project  that  would  impact  the  level-of-service 
provided  by  the  project;  and  that  the  only  impact  to  the  level-of-sen/ice  will  occur 
due  to  project  delays.  He  asked  if  staff  had  qualified  the  impact  to  the  level  of 
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service.  Ms.  Labonte  noted  that  two  memos  were  sent  to  the  Commission  that 
quantifies  the  level  of  sen/ice.  She  stated  that  additional  assessments  will  take 
place  and  sent  to  the  State  as  part  of  the  Change  Notice. 

Commissioner  Moran  requested  that  staff  describe  the  effect  of  the  delay. 
Further,  he  requested  that  the  funding  of  the  Program  and  the  choices  that  need 
to  be  made  to  re-program  funds  for  minimal  impact  to  customers  be  brought  back 
to  the  Commission  for  review  to  ensure  the  Commission  agrees.  He  stated  that  in 
the  attempt  to  re-program  funds,  if  it  is  discovered  that  there  is  harm  to  be  done, 
that  there  should  be  consideration  of  a  rate  adjustments.  Commissioner  Moran 
requested  a  schedule  of  when  the  level  of  service  will  be  provided. 

Public  Comments 

•  Mr.  Sprek  Rosenkrans,  Restore  Hetch  Hetchy,  congratulated  the 
Commission  and  staff  on  the  WSIP.  He  thanked  Art  Jensen  for  his  offer  to 
withdraw  BAWSCA's  request  as  noted  earlier.  He  stated  he  would  be 
submitting  written  comments  on  potential  impacts  in  response  to  letter  the 
City  Attorney  and  Consultants  sent  to  the  State  Board. 

•  Mr.  Peter  Drekmeier,  Tulomonue  River  Trust,  thanked  Art  Jensen  for  his 
offer  to  withdraw  BAWSCA's  request  as  noted  earlier.  He  provided 
comments  on  the  Watershed  Environmental  Improvement  Program  (WEIP) 
and  for  the  work  Tim  Ramirez  and  staff  is  doing. 

•  Mr.  Jeff  Miller,  Alameda  Creek  Alliance,  echoed  support  for  the  WEIP  and 
thanked  Art  Jensen  for  withdrawing  BAWSCA's  request  as  noted  earlier.  He 
expressed  thoughts  on  the  Alameda  Creek  Recapture  Project. 

•  Mr.  Art  Jensen,  BAWSCA,  stated  the  Calaveras  Dam  Project  must  go 
forward.  He  expressed  support  for  all  of  the  recommendations,  concerns  for 
the  budget,  and  reviewed  the  issues  detailed  in  BAWSCA's  letter. 

•  Mr.  David  Pilpel  express  his  support  for  the  program  and  questioned  the 
language  in  the  resolution  related  to  CEQA  and  requested  that  links  and 
references  to  CEQA  documents  be  placed  in  staff  reports  and  resolutions. 

On  Motion  to  approve  Item  1 1 : 
AYES:  Torres,  Caen,  Vietor  and  Moran 

12.    Presentation  and  discussion  of  the  proposed  Wholesale  Revenue  Requirement 
and  rate  schedule  for  FY  2013-14,  as  applied  to  meter  readings  on  or  after  July 
1 ,  2013.  This  rate  schedule  reflects  the  terms  of  the  2009  Water  Supply 
Agreement  between  the  City  and  County  of  San  Francisco  and  the  Wholesale 
Customers,  which  was  approved  on  April  28,  2009  by  Commission  Resolution 
No.  09-0069. 

Mr.  Todd  Rydstrom  introduced  the  item.  Mr.  Charles  Perl,  Director  of  Financial 
Planning,  presented  a  brief  summary  of  FY2013-14  Wholesale  Water  Rates, 
which  was  being  offered  in  advance  of  the  proposed  May  14,  2013  rate  approval. 
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He  stated  rates  will  be  going  down  for  the  biggest  wholesale  customers,  mainly 
as  a  result  of  the  $356M  pre-payment  received  in  February,  but  also  due  to  the 
fact  that  more  water  is  being  purchased.  Mr  Perl  reviewed  the  10-Year  Financial 
Plan  wholesale  revenue  requirement,  calling  attention  to  the  removal  of  the  "pre- 
2009  Asset"  row  as  a  result  of  the  pre-payment.  Mr  Perl  reviewed  the  wholesale 
rate  structure  and  mentioned  the  untreated  water  rate  discount  for  a  customer 
who  accepts  untreated  water  He  noted  that  one  proposed  change  is  a  late 
payment  penalty  for  wholesale  customers  to  bring  them  in  line  with  retail 
customers. 

Commissioner  Vietor  asked  why  water  usage  is  up  to  which  l^r.  Perl  stated  that 
conservation  is  occurring,  but  as  the  economy  improves,  usage  increases  and 
that  weather  patterns  (dry  versus  wet  years)  are  also  a  contributing  factor 

Public  Comments 

•  Mr  David  Pilpel  expressed  his  thoughts  with  CEQA  referencing  and  asked  if 
notice  was  required  for  the  adoption  of  rates,  to  which  City  Attorney  Ambrose 
stated  it  wasn't  due  to  it  being  wholesale,  not  retail  rates. 

•  Mr  Art  Jensen,  BAWSCA,  stated  that  have  begun  a  regional  water  demand 
projection  study  to  help  answer  the  usage  question  and  will  share  the 
information  when  it  becomes  available. 

On  Motion  to  approve  Item  12: 
AYES:  Torres,  Caen,  Vietor  and  Moran 

13.    Authorize  the  General  Manager  to  execute,  on  behalf  of  the  City  and  County  of 
San  Francisco,  a  Memorandum  of  Understanding  with  United  States  Department 
of  Commerce,  National  Oceanic  and  Atmospheric  Administration  (NOAA),  for  an 
amount  not  to  exceed  $160,000.  and  with  duration  of  two  years.  The  MOU 
defines  the  roles  and  responsibilities  of  NOAA  to  assist  the  SFPUC  in  the  site 
selection  and  Federal  environmental  review  for  three  new  radar  systems  as  part 
of  the  proposed  Advanced  Rainfall  Prediction  Project  under  the  Sewer  System 
Improvement  Program.  (Resolution  13-0061) 

Mr  Tommy  Moala,  Assistant  General  Manager,  Wastewater,  introduced  the  item. 
Brief  discussion  ensued  on  the  system  and  technology  it  provides,  with 
clarification  offered  by  Wastewater  staff,  Stephanie  Harrison. 

Public  Comments 

•  None. 

On  Motion  to  approve  Item  13: 
AYES:  Torres,  Caen,  Vietor  and  Moran 
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14.    Workshop:  Discussion  of  proposed  CleanPowerSF  Community  Choice 

Aggregation  Program  build-out  roadmap  and  strategies,  Including  local  resource 
investment  and  associated  timeline,  overall  resource  mix,  and  the  effects  on  the 
not-to-exceed  rate. 

Ms.  Barbara  Hale,  Assistant  General  Manager,  Power,  stated  that  the  purpose  of 
the  presentation  was  to  provide  a  review  of  the  CleanPowerSF  build-out 
roadmap  and  strategies.  She  noted  that  information  the  Commission  requested 
on  comparisons  between  CleanPowerSF  and  other  programs  is  being  compiled 
and  will  be  presented  at  the  next  meeting.  She  briefly  touched  on  the  differences 
between  CleanPowerSF  and  Mann's  program. 

Ms.  Hale  updated  the  Commission  on  two  regulatory  activities  that  the  SFPUC 
has  been  involved  with  at  the  California  Public  Utilities  Commission  (CPUC) 
regarding  two  PG&E  filings.  First,  PG&E's  March  31,  2013  filing  to  comply  with 
AB970,  Community  Choice  Aggregation  Code  of  Conduct.  She  noted  the  SFPUC 
filed  a  protest  and  asked  that  PG&E's  filing  be  rejected,  and  that  PG&E  be 
prohibited  from  marketing  against  CCA 's  unless  and  until  they  comply  with  the 
Code  of  Conduct  The  SFPUC  asked  that  if  the  CPUC  is  inclined  to  consider  their 
filing  that  the  matter  be  set  for  a  hearing.  Second,  Ms.  Hale  noted  PG&E's  2012 
filing  of  a  Green  Tariff  Option  and  stated  that  PG&E  has  filed  a  settlement  asking 
the  CPUC  to  approve  a  revised  program.  She  stated  the  SFPUC  is  concerned 
with  the  details  of  the  program  and  the  cost-shifting  that  may  occur  between 
existing  programs  and  the  Green  Tariff  Program.  She  will  keep  the  Commission 
informed  regarding  these  matters. 

Ms.  Kim  Malcolm,  Director,  CleanPowerSF,  began  discussing  the  build-out  road 
map's  objectives  and  emphasis  of  transitional  reliance  on  Shell  procurement 
contract  combined  with  aggressive,  but  realistic  development  of  local  renewable 
and  energy  efficiency  resources.  Brief  discussion  ensued  on  transition,  the  Shell 
resource  mix,  and  the  desire  for  green  products;  Planning  Flexibility  to  take 
advantage  of  changes  in  customer  response,  markets,  technologies  and  financial 
capacity;  Leveraging  of  existing  programs  and  resources  combined  with  new 
initiatives;  Focus  on  mitigating  bill  impacts  with  energy  efficiency  and  behind-the- 
meter  services;  Program  expansion  as  resources  become  available,  and 
according  to  customer  interests,  and  cost-effectiveness;  and  to  Limit  the  City's 
financial  exposure  to  currently-authorized  appropriations. 

Ms.  Malcolm  discussed  the  first  component  of  a  build-out  -  existing  and  potential 
resources  for  an  energy  efficiency  build-out  including:  Facilitation  of  customer 
participation  in  an  existing  program;  Energy  efficiency  funding  from  the  CPUC; 
Larger-scale  energy  efficiency  projects;  and  leveraging  established 
CleanPowerSF  funding  in  energy  efficiency  targeted  to  low-income  customers. 
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Ms.  Malcom  then  discussed  the  second  component  of  a  build-out  -  existing  and 
potential  resources  for  a  renewable  generation  build-out,  including:  Purchases  of 
power  from  existing  renewable  generators;  Inducing  construction  of  new 
renewable  projects;  Construction  of  new  projects  by  CleanPoerSF  or  third  parties 
on  City-controlled  sites;  and  "behind  the  meter"  assets  to  reduce  load  and 
customer  bills  by  saving  on  transmission  and  distribution  costs. 

Ms.  Malcolm  discussed  build-out  tools  including:  Identifying  potential  assets;  Net 
Energy  Metering;  "Feed-in-Tariff";  Request  for  Offers;  Power  Purchase 
Agreements;  support  from  existing  appropriations  to  build-out;  Customer 
revenues;  Other  incentives  and  support;  and  bond  issuance. 

Ms.  Malcolm  noted  challenges  and  opportunities  including:  Customer  interest 
and  commitment;  Market  prices  for  renewables;  Competitors;  System  integration; 
Program  size;  CEQA;  and  revenue  sources. 

The  focus  of  the  presentation  turned  to  the  build-out  timeline.  Ms.  Malcolm 
reviewed  the  timeline,  noting  the  steps  that  can  be  taken  as  the  program 
proceeds.  Discussion  ensued  on  the  timeline  and  Commissioner  Vietor 
expressed  a  desire  to  get  the  program  running  as  soon  as  possible.  Mr  Kelly,  Jr 
stated  that  there  are  a  lot  of  decisions  that  need  to  be  make  prior  to  launch,  but 
agrees  that  the  build-out  is  important  and  the  timeline  will  help  in  decision- 
making. Ms.  Malcolm  indicated  that  she  would  provide  a  timeline  of  items  that 
need  action/decision  prior  to  launch. 

In  response  to  a  question  from  President  Torres,  Ms.  Hale  stated  that  excess 
Hetch  Hetchy  power  could  be  used,  but  it  needs  to  be  provided  consistent  with 
the  Raker  Act  and  with  revenue  neutrality  from  the  municipal  side  of  operations. 
Ms.  Hale  provided  clarification  on  the  timeline  structure  and  intent. 

Ms.  Malcolm  continued  her  presentation  by  discussing  initial  ratemaking 
tradeoffs,  stating  that  initial  rates  will  depend  upon  and/or  affect  customer 
willingness  to  pay  and  fairness;  resource  mix;  incremental  headroom  to  support 
build-out  and  jobs  creation;  final  Shell  power  procurement  rate;  and  program 
costs.  She  stated  that  the  current  estimated  rate  range  is  1 1. 14  to  14.57 
cents/kwh. 

Ms.  Malcolm  presented  a  matrix  demonstrating  Rate  Reductions  vs.  Build-out  vs. 
Renewable  Mix:  Highest  Rate  -  Base  Case  (current  renewables  mix,  no 
incremental  build-out);  Highest  Rate  -  Scenario  One,  100%  build-out  (highest 
REC  mix  -  maximum  build-out);  Reduced  Rate  -  Scenario  Two,  sharing  (highest 
REC  mix,  some  build  out);  and  Lowest  Rate  -  Scenario  three,  100%  to  rate 
reduction,  (Highest  REC  mix,  no  incremental  build-out).  Ms.  Malcom  stated  that 
other  scenarios  with  different  resource  mixes  could  be  presented,  and  indicated 
that  Scenario  Two  is  close  to  a  desired  resource  mix  and  rate  that  is  competitive. 
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Brief  discussion  ensued  on  PG&E  proposed  rates  versus  CleanPowerSF 
proposed  rates  and  bonding  capacity/opportunities.  Mr.  Rydstom  stated  that  in 
order  to  be  able  to  sell  bonds,  there  would  need  to  be  two  years  of  paying, 
staying  customers,  in  order  to  borrow. 

Additional  discussion  occurred  regarding  the  resource  mixes.  In  response  to  a 
question  from  Commissioner  Vietor,  Ms.  Malcolm  referred  to  a  slide  detailing  a 
10-45-45  mix,  showing  scenarios  with  less  funding  and  additional  build-out  at 
higher  rates.  The  General  Manager  indicated  that  there  are  several  variables  to 
determine  the  cost,  and  the  question  to  be  asked  what  is  the  appetite  for  the  mix 
and  what  bill  impact  is  being  sought.  Discussion  continued  on  details  and  intent 
of  the  Program.  Commissioner  Moran  expressed  his  thoughts  regarding  the 
unknown  of  the  PG&E  rates,  noting  that  it  is  difficult  to  make  rate  decisions.  He 
asked  when  PG&E  will  be  coming  out  with  their  plan,  to  which  Ms.  Malcolm 
stated  she  was  uncertain  given  it  has  to  go  before  the  CPUC,  but  it  could  be,  at 
the  soonest,  three  months.  General  Manger  Kelly,  Jr.  suggested  that  staff  return 
with  five  different  options  for  the  Commission's  consideration  that  show  different 
mixes,  a  build-out,  and  price  at  around  the  $6  range. 

Commissioner  Caen  suggested  that  the  Commission  go  with  the  lowest  price, 
that  the  build-out  not  currently  be  considered,  and  that  there  is  a  review  of  how 
many  customers  enroll  and  the  waters  be  tested,  and  after  that,  a  build-out  be 
considered.  She  also  questioned  if  customers  understand  what  "the  mix"  means 
and  that  they  just  want  "renewable". 

Public  Comments 

•  Mr  Jason  Fried,  LAFCo  staff,  discussed  the  PG&E  option  and  feels  that  the 
cost  they  are  presenting  is  based  off  of  their  press  numbers,  and  not  actual 
costs,  which  he  believes  are  higher 

•  Mr  Eric  Brooks,  Green  Party  of  San  Francisco  and  local  grassroots 
organization  "Our  City",  expressed  his  thoughts  on  PG&E  and  the 
requirements  of  the  settlement  agreement.  He  offered  his  thoughts  on  the 
presentation  and  build-out  and  REC  mix. 

•  Mr  Michael  Zambrano,  Sierra  Club,  thanked  the  Commission  for  their  work 
and  expressed  his  thoughts,  requesting  the  greenest  possible  program  and 
wants  to  see  continued  outreach. 

•  Ms.  Maria  Swain,  Sierra  Club,  expressed  her  desire  for  competitive  rates  and 
for  maintaining  the  build-out. 

15.  Public  Comments  on  matters  to  be  discussed  in  Closed  Session 
None. 

16.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 
listed  below  as  Conference  with  Legal  Counsel. 
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On  Motion  TO  ASSERT: 

AYES:  Torres,  Caen,  Vietor  and  Moran 


CLOSED  SESSION 

1 7.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9(d)(3)  and  San  Francisco  Administrative  Code  Section  67.10  (d) 
(2). 

Anticipated  Litigation  -  As  Plaintiff 

18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d) 
(1). 

Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A127554  /  Date  Filed:  January  29,  2010 

1 9.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (1)  and  San  Francisco  Administrative  Code  Section  67.10  (d) 

(1)  .  (Upton) 

Existing  Litigation 

Zeno  Zimmerman  v.  City  and  County  of  San  Francisco 

San  Francisco  Superior  Court  Case  Nos.:  CGC-1 1-51 6360  and  CGC-1 1-516361 
City  Attorney  File  Number:  120697  /  Date  Filed:  December  12,  2011 
(Resolution  13-0062) 

On  Motion  to  approve  Item  19: 
AYES:  Torres,  Caen,  Vietor  and  Moran 

Commissioner  Vietor  left  at  5:03  PM 

20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)  (2)  and  San  Francisco  Administrative  Code  Section  67.10  (d) 

(2)  .  (Ambrose) 

Anticipated  Litigation  -  As  Defendant 

21.  Announcement  following  closed  session 

Deputy  City  Attorney  Ambrose  stated  the  settlement  on  Item  19  was  approved. 

22.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 
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On  Motion  NOT  TO  DISCLOSE: 
AYES:  Torres,  Caen,  and  Moran 

23.  Other  new  business. 

None. 

President  Torres  adjourned  the  meeting  at  5:03  PIVI. 
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PUBLIC  UTILITffiS  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0055 


WHEREAS,  The  City  and  County  of  San  Francisco  (City)  owns  certain  real  property 
under  the  jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC),  also  known  as 
Parcel  22  of  the  Balboa  Reservoir  Tract,  located  at  the  intersection  of  Phelan  Avenue  and  Ocean 
Avenue,  in  the  City  (Permit  Area);  and 

WHEREAS,  Ocean  Avenue  Association  (Permittee)  is  a  501c  non-profit  entity  formed 
to  promote  social  welfare  and  combat  community  deterioration  in  the  Ocean  Avenue  retail 
district  and  carry  out  related  support  programs  and  initiatives  for  the  district;  and 

WHEREAS,  The  Permittee  has  requested  to  use  and  maintain  the  Permit  Area  as  a 
community  garden  landscaped  and  maintamed  by  its  volunteers;  and 

WHEREAS,  The  SFPUC  has  agreed  to  issue  to  the  Permittee,  a  revocable  permit 
(Permit)  for  a  term  not  to  exceed  five  (5)  years  and  without  a  use  fee,  provided  that  Permittee 
must  maintain  the  property,  and  provide  insurance  and  mdemnity  for  its  use;  and 

WHEREAS,  SFPUC  staff  determined  that  the  use  of  the  Permit  Area  falls  under  the 
fee  guidelines  approved  under  Resolution  12-0043,  for  a  non-profit  organization  that  advances 
charitable  purposes;  and 

WHEREAS,  On  February  28,  2013,  the  SFPUC  Bureau  of  Environmental  Management 
determined  that  issuance  of  a  revocable  permit  does  not  constitute  a  "project"  under  the 
California  Environmental  Quality  Act  Guidelines  definition,  under  Section  15378  as  there  would 
be  no  physical  change  in  the  environment;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  terms  and  conditions  and 
authorizes  the  SFPUC  General  Manager  to  execute  the  Permit;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  to  take 
any  and  all  other  steps  he,  in  consultation  with  the  City  Attorney,  deems  necessary  and  advisable 
to  effectuate  the  purpose  and  intent  of  this  Resolution,  and  to  take  any  and  all  other  steps  he 
determines,  in  consultation  with  the  City  Attorney,  are  in  the  best  interest  of  the  City;  do  not 
materially  increase  the  obligations  or  liabilities  of  the  City;  are  necessary  or  advisable  to 
effectuate  the  purposes  and  intent  of  the  this  resolution;  and  are  in  compliance  with  all  applicable 
laws,  including  the  City  Charter. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  23,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0056 


WHEREAS,  On  May  12,  2009,  this  Commission  awarded  Agreement  No.  CS-945  to 
AECOM  USA,  Inc.  for  Emergency  Operations  Plan  Training  and  authorized  the  General 
Manager  of  the  San  Francisco  Public  Utilities  Commission  to  execute  a  professional  services 
agreement,  in  the  amount  of  $1,600,000,  and  with  a  term  of  four  years,  concluding  on  June  21 
2013;  and 

WHEREAS,  Amendment  No.  1  is  being  requested  to  allow  AECOM  USA,  Inc.  to 
continue  to  provide  emergency  planning,  training  and  exercise  support  to  the  SFPUC,  increasing 
the  agreement  by  $800,000  for  a  total  not-to-exceed  agreement  amount  of  $2,400,000  and 
increasing  the  agreement  duration  by  two  (2)  years,  for  a  total  agreement  duration  of  six  (6) 
years;  and 

WHEREAS,  Pursuant  to  Chapter  14B.8(A)  of  the  San  Francisco  Administrative  Code, 
the  Local  Business  Enterprise  (LBE)  sub-consultant  participation  goals  have  been  waived  for  this 
project;  and 

WHEREAS,  Funds  will  be  available  from  the  Water,  Wastewater,  and  Hetchy  Operating 
budgets  along  with  the  General  Manager's  Operating  budget;  now,  therefore,  be  it 

RESOLVED,  that  this  Commission  hereby  approves  Amendment  No.  1  to  Agreement 
No.  CS-945,  Emergency  Operations  Training  Services,  with  AECOM  USA,  Inc.,  to  provide 
emergency  operations  planning,  trainmg  and  exercises;  and  authorizes  the  General  Manager  to 
negotiate  an  amendment  increasing  the  agreement  up  to  $800,000,  for  a  total  not-to-exceed 
amount  of  $2,400,000,  and  extending  the  agreement  duration  up  to  two  (2)  years,  for  a  total 
agreement  duration  of  six  (6)  years. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  23,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  13-0057 


WHEREAS,  Due  to  the  large  number  of  sites,  distance  spanning  each  site  and  expertise 
required  to  design  and  construct  the  speciaHzed  and  multi-disciplined  aspects  of  the  San  Joaquin 
Valley  Communication  System  Upgrade  Project,  Hetch  Hetchy  Water  and  Power  has  determmed 
that  using  a  Design-Build  approach  for  project  delivery  would  achieve  cost  savings  and  time 
efficiencies,  and  is  in  the  public's  best  interest;  and 

WHEREAS,  It  is  necessary  to  procure  the  services  of  a  qualified  firm  to  provide 
specialized  design  build  services  to  supplement  San  Francisco  Public  Utilities  Commission 
(SFPUC)  staff;  and 

WHEREAS,  The  purpose  of  this  project  is  to  upgrade  the  existing  slow,  unreliable  and 
outdated  communication  system  and  to  provide  communications  to  sites  where  none  currently 
exists  at  20  sites  from  Calaveras  Substation  to  Moccasin  Peak.  This  project  will  provide  a 
reliable  remote  control  system  for  the  operation  of  the  San  Joaqum  Pipelines  (i.e.,  valve  control) 
and  safety  and  security  (i.e.,  system  monitoring  and  communications)  for  the  SFPUC's  water  and 
power  facilities  in  the  San  Joaquin  Valley;  and 

WHEREAS,  The  cost  of  the  design-build  agreement  is  estimated  to  be  $5,500,000;  and 

WHEREAS,  The  estimated  contract  duration  is  665  consecutive  calendar  days  from 
Notice-To-Proceed  to  final  completion;  and 

WHEREAS,  Neither  approval  to  award  this  contract  nor  construction  work  will  be 
authorized  to  begin  until  environmental  review  of  the  project  is  completed.  On  March  6,  2013, 
the  San  Francisco  Planning  Department  issued  a  Preliminary  Mitigated  Negative  Declaration  for 
the  San  Joaquin  Communication  System  Upgrade  Project  for  public  review  and  comment  imder 
Planning  Department  Case  Number  2012.0183E;  and 

WHEREAS,  A  Contract  Monitoring  Division  (CMD)  subcontracting  goal  of  6%  Local 
Business  Enterprise  (LBE)  participation  was  established  for  this  design-build  contract;  and 

WHEREAS,  Funds  for  this  contract  are  available  from  Hetch  Hetchy  Water  and  Power 
Capital  Projects  CUH97704  and  CUH 1020 1 ;  now  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the 
SFPUC  to  advertise  the  Request  for  Proposal  (RFP)  for  Hetchy  System  Improvement  Program- 
funded  Agreement  No.  DB-124,  San  Joaquin  Valley  Communication  System  Upgrade  Project,  a 
design-build  agreement  (DBA)  to  construct  20  microwave  radio  communication  sites  from 
Calaveras  Substation  to  Moccasin  Peak  for  an  estimated  amount  of  $5,500,000,  to  achieve  time 
and  cost  savings;  provided.  Staff  shall  return  to  the  Conmoission  to  seek  authorization  to  award 
and  execute  an  agreement. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  23,  2013. 

 f^MvLi^.  \MmL^  " 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  13-0058 


WHEREAS,  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R) 
Program-funded  Contract  No.  WW-558R,  As-Needed  Sewer  Cleaning  was  advertised  on 
February  28,  2013;  and 

WHEREAS,  The  Engineer's  Estimate  is  $2,058,500  for  this  construction  contract  work  to 
clean  existing  sewers,  on  an  as-needed  basis,  at  locations  to  be  determined  within  the  City  of  San 
Francisco;  and 

WHEREAS,  The  contract  duration  is  546  consecutive  calendar  days;  and 

WHEREAS,  On  November  16,  2012  the  Bureau  of  Environmental  Management 
determined  the  proposed  project  was  categorically  exempt  as  a  Class  1(b)  Categorical  Exemption 
under  the  California  Environmental  Quality  Act  (CEQA)  Section  15300-15329  and  Public 
Resources  Code  Section  21084  and  on  December  6,  2012  the  Environmental  Review  Officer 
concurred  with  the  determination;  and 

WHEREAS,  The  first  contract,  WW-558,  As-Needed  Sewer  Cleaning  Contract  was 
advertised  on  December  10,  2012  and  bids  were  opened  on  January  10,  2013.  SFPUC  staff 
reviewed  the  bid  documents  and  determined  that  it  was  in  the  best  interest  of  the  City  and 
County  of  San  Francisco  to  reject  all  bids  and  re-advertise  the  contract.  Thus,  all  bids  were 
rejected  and  the  contract  was  re-advertised  as  WW-558R;  and 

WHEREAS,  Three  (3)  bids  were  received  and  opened  publicly  on  March  15,  2013;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  die  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  ProVen  Management,  Inc.  as 
the  lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  CMD  subcontracting  goal  of  9%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract  and  ProVen  Management,  Inc.  committed  to  a 
12.23%  participation  with  their  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SITUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  die  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CWWRNRCS66,  As-Needed  Sewer 
Cleaning;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  WWE,  R&R  Program-funded  Contract  No.  WW-558R,  As-Needed  Sewer  Cleaning,  for 
a  total  contract  amount  not-to-exceed  $1,594,500,  to  the  lowest,  qualified,  responsible  and 
responsive  bidder,  ProVen  Management,  Inc. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  23,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  13-0059 


WHEREAS,  On  June  26,  2012,  this  Commission  awarded  Agreement  No.  CS-267,  Grant 
Agreement  for  Education  Outside,  and  authorized  the  General  Manager  of  the  San  Francisco 
Public  Utilities  Commission  to  execute  a  grant  agreement  in  the  amount  of  $100,000,  and  with  a 
term  of  one  (1)  year,  concluding  on  June  30,  2013,  with  San  Francisco  School  Alliance;  and 

WHEREAS.  Amendment  No.  1  is  being  requested  for  $20,000  to  provide  for  additional 
training  and  technical  assistance  required  to  successfully  maintain  rainwater  harvesting  cisterns, 
increasing  the  total  not-to-exceed  agreement  amount  to  $  120,000;  and 

WHEREAS,  Funds  for  this  agreement  will  be  available  at  the  time  of  the  execution  for 
this  grant  agreement  from  the  External  Affairs  Operating  Budget;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  1  to  Agreement 
No.  CS-267,  Grant  Agreement  with  Education  Outside,  with  San  Francisco  School  Alliance  to 
build  the  capacity  of  Education  Outside  to  train  staff  how  to  maintain  rainwater  harvesting 
cisterns,  and  authorizes  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission 
to  execute  this  amendment,  increasing  the  agreement  by  $20,000,  for  a  total  not-to-exceed 
agreement  amount  of  $  1 20,000. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  23,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  13-0060 


WHEREAS,  On  May  28,  2002,  per  Resolution  No.  02-0101,  this  Commission  approved  a 
Long-Term  Strategic  Plan  for  Capital  Improvements,  a  Long-Range  Financial  Plan  and  a  Capital 
Improvement  Program  (CIP);  and 

WHEREAS,  On  November  5,  2002,  San  Francisco  residents  voted  to  approve 
Proposition  A  (Water  System  Improvement  Revenue  Bonds  and  Imposition  of  Surcharge  on 
Retail  Water  Customers),  a  revenue  bond  measure  to  fund  the  CIP  approved  by  the  Commission 
on  May  28,  2002;  and 

WHEREAS,  On  February  26,  2003,  piu-suant  to  die  requirements  of  California  Assembly 
Bill  (AB)  1823,  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  submitted  to  the 
California  Department  of  Health  Services  (now  the  California  Department  of  Public  Health)  a 
report  outlining  the  projects,  schedule  and  implementation  plan  for  the  CIP;  and 

WHEREAS,  On  November  29,  2005,  per  Resolution  No.  05-0176,  this  Commission 
approved  project-level  changes  to  the  CIP  and  by  doing  so  endorsed  the  revised  scope,  schedule 
and  budget  of  individual  projects  and  renamed  the  program  the  Water  System  Improvement 
Program  ("December  2005  WSIP");  and 

WHEREAS,  On  February  26,  2008,  per  Resolution  No.  08-0024,  this  Commission 
approved  project-level  changes  to  the  WSEP  and  by  doing  so  endorsed  the  revised  scope, 
schedule  and  budget  of  individual  projects  ("December  2007  Revised  WSIP");  and 

WHEREAS,  On  July  28,  2009,  per  Resolution  No.  09-0125,  this  Commission  approved 
project-level  changes  to  the  WSIP  and  by  doing  so  endorsed  the  revised  scope,  schedule  and 
budget  of  individual  projects  ("June  2009  Revised  WSIP");  and 

WHEREAS,  On  July  12,  2011,  per  Resolution  No.  11-0109,  this  Commission  approved 
project-level  changes  to  the  WSEP  and  by  doing  so  endorsed  the  revised  scope,  schedule  and 
budget  of  individual  projects  ("June  2011  Revised  WSIP");  and 

WHEREAS,  On  June  12,  2012,  per  Resolution  No.  12-0099,  this  Commission  approved 
budget  and  schedule  changes  for  three  individual  WSIP  projects  -  New  Irvington  Tminel,  Bay 
Division  Pipeline  (BDPL)  Reliability  Upgrade  -  Pipeline  ("BDPL  No.  5")  and  Pulgas  Balancing 
-  Modification  of  the  Existing  Dechloramination  Facility;  and 

WHEREAS,  On  October  9,  2012,  per  Resolution  No.  12-0181,  this  Commission 
approved  budget  changes  for  four  individual  WSEP  projects  -  San  Joaquin  Pipeline  (SJPL) 
System,  Tesla  Treatment  Facility,  Vegetation  Restoration  of  WSIP  Construction  Sites  (new 
project),  and  Program  Management;  and 

WHEREAS,  On  January  22,  2013,  per  Resolution  No.  13-0020,  this  Commission 
approved  budget  and  schedule  changes  for  one  individual  WSIP  project  -  Calaveras  Dam 
Replacement  (CDRP),  after  reviewing  and  considering  the  CEQA  Findings  and  statement  of 
overriding  considerations  that  it  previously  adopted  for  the  WSEP  and  CDRP  approvals,  along 
with  the  CEQA  Findings  contained  in  Addendum  No.l  to  the  CDRP  EIR  issued  by  the  Planning 
Department  on  December  13,  2012,  and  this  Commission  adopted  those  additional  CEQA 
Findings  for  the  CDRP  modifications,  which  findings  are  incorporated  in  this  Resolution  by  this 
reference;  and 


WHEREAS,  A  Final  Programmatic  Environmental  Impact  Report  was  prepared  for  the 
WSIP  ("PEIR")  and  certified  by  the  Planning  Commission  on  October  30,  2008  by  Motion  No. 
17734,  and  thereafter,  this  Commission  approved  the  WSIP  and  adopted  findings  and  a 
Mitigation  Monitoring  and  Reporting  Program  (MMRP),  as  required  by  the  Califomia 
Environmental  Quality  Act  (CEQA)  on  October  30,  2008  per  Resolution  No.  08-0200,  which 
findings  are  incorporated  in  this  Resolution  by  this  reference;  and 

WHEREAS,  The  PEIR  and  SFPUC  Resolution  No.  08-0200  have  been  made  available 
for  review  by  the  SFPUC  and  the  public,  and  those  files  are  part  of  the  record  before  this 
Commission;  and 

WHEREAS,  This  Commission  has  reviewed  and  considered  the  information  contained  in 
the  PEIR,  the  findings  contained  in  SFPUC  Resolution  No.  08-0200,  and  all  written  and  oral 
information  provided  by  the  Planning  Department,  die  public,  relevant  public  agencies,  SFPUC 
and  other  experts;  and 

WHEREAS,  The  SFPUC  has  completed  environmental  review  of  all  but  three  of  the 
individual  WSIP  projects,  and  is  proceeding  to  complete  the  environmental  review  process  for 
the  remaining  projects,  as  audiorized  by  and  in  accordance  with  CEQA;  and 

WHEREAS,  Water  Code  Section  73502(d)(2)  requires  that  the  City  provide  written 
notice,  not  less  than  30  days  prior  to  the  date  of  a  meeting  of  die  City  Agency  responsible  for 
management  of  the  Bay  Area  Regional  Water  System,  that  a  change  in  the  program  is  to  be 
considered,  and  that  all  Bay  Area  wholesale  customers  shall  be  permitted  to  testify  or  otherwise 
submit  comments  at  such  meeting;  and 

WHEREAS,  On  March  22,  2013,  the  SFPUC  notified  the  Bay  Area  wholesale  customers 
through  the  Bay  Area  Water  Supply  &  Conservation  Agency  (BAWSCA)  in  writing  that  this 
Commission  would  be  considering  changes  to  the  WSIP  at  a  public  hearing  on  April  23,  2013; 
and 

WHEREAS,  The  SFPUC  completed  a  comprehensive  assessment  of  all  remaining  WSIP 
delivery  efforts  to  (1)  validate  all  schedule  and  cost  forecasts  at  completion;  (2)  make  an  accurate 
determination  of  the  overall  cost  and  schedule  status  of  the  program;  (3)  identify  actions  to  be 
taken  to  recover  any  project  delays  and/or  build  schedule  float;  and  (4)  put  in  place  specific 
measures  to  further  control  costs  and  schedules  as  the  program  ramps  down.  The  final  outcome 
of  this  assessment  is  the  proposed  program  revisions  documented  in  the  Notice  of  Public  Hearing 
dated  March  22,  2013;  and 

WHEREAS,  The  proposed  revisions  to  the  WSEP  (referred  to  as  the  March  2013  Revised 
WSIP)  involve  only  two  project-level  scope  changes  (Calaveras  Dam  Replacement  Project  and 
Alameda  Creek  Recapture  Project);  and 

WHEREAS,  The  schedule  for  the  proposed  March  2013  Revised  WSIP  was  extended 
from  August  31,  2018  to  April  11,  2019,  when  compared  to  the  program  schedule  last  approved 
by  the  Commission  on  January  22,  2013;  and 

WHEREAS,  All  projects  are  scheduled  to  be  completed  by  July  2016,  with  two 
exceptions  -  Calaveras  Dam  Replacement  Project  (August  31,  2018)  and  Alameda  Creek 
Recapmre  Project  (April  1 1,  2019);  and 

WHEREAS,  The  budget  for  the  proposed  March  2013  Revised  WSIP  was  increased  from 
$4,585,556,260  to  $4,640,483,672  (a  $54,927,412  or  1.2%  increase),  when  compared  to  the 
program  budget  last  approved  by  the  Commission  on  January  22,  2013;  and 

WHEREAS,  During  the  30-day  public  review  period,  the  WSIP  Director  met  twice  with 
representatives  of  die  BAWSCA  to  discuss  the  proposed  changes  to  the  WSIP;  now,  therefore, 
belt 


RESOLVED,  The  Commission  finds  that  since  the  PEIR  was  finalized,  there  have  been 
no  substantial  project  changes  and  no  substantial  changes  in  project  circimistances  that  would 
require  major  revisions  to  the  PEIR  due  to  the  involvement  of  new  significant  environmental 
effects  or  an  increase  in  the  severity  of  previously  identified  significant  impacts,  and  there  is  no 
new  information  of  substantial  importance  that  would  change  die  conclusions  set  forth  in  the 
PEIR;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  adopts  the  CEQA  findings 
contained  in  SFPUC  Resolution  No.  08-200,  including  the  Statement  of  Overridmg 
Considerations  and  the  MMRP,  ,  and  hereby  adopts  the  CEQA  findings  contained  in  SFPUC 
Resolution  No.  13-0020  for  the  CDRP  modifications,  both  incorporated  herein  by  diis  reference 
as  though  fully  set  forth  in  this  Resolution;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  endorses  the  project-level  scope, 
and  approves  the  schedule  and  budget  of  the  March  2013  Revised  WSIP  which  are  documented 
in  the  Notice  of  Public  Hearing  dated  March  22, 2013;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  directs  staff  to  send  a  Notice  of 
Change  Report  to  the  California  Department  of  Public  Health  and  the  California  Seismic  Safety 
Commission  in  compliance  with  Water  Code  Section  73502(d)(3);  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager, 
or  his  designee,  to  seek  Board  of  Supervisors'  approval,  for  the  re-appropriation  of  existing  funds 
between  the  pre-designated  funding  categories  as  needed  and  the  supplemental  appropriation  of 
$54,927,412  in  new  funding  to  match  the  project-level  budget  allocations  specified  in  the  March 
2013  Revised  WSIP. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  23,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  13-0061 


WHEREAS,  Better  rainfall  forecasting  capabilities,  especially  four  to  eight  hours  prior 
to  when  a  storm  affects  the  City  of  San  Francisco,  would  be  beneficial  in  managing  wet  weather 
flows  in  the  Wastewater  Enterprise's  combined  sewer  system;  and 

WHEREAS,  The  Advanced  Rainfall  Prediction  project  has  been  proposed  as  part  of  the 
Sewer  System  Improvement  Program  (SSIP)  Phase  1;  and 

WHEREAS,  The  proposed  Advanced  Rainfall  Prediction  project  focuses  on  improving 
spatial,  temporal,  and  volumetric  accuracy  of  rainfall  prediction,  and  would  include  three  new 
radar  systems,  rainfall  prediction  models  tailored  to  San  Francisco,  verification  of  model 
performance  using  existing  rain  gages,  and  production  of  real-time  rainfall  prediction  data;  and 

WHEREAS,  The  rainfall  prediction  data  generated  would  be  coupled  with  WWE's 
collection  system  hydraulic  model  to  project  the  likely  unpact  of  approaching  storms  and 
generate  specific  operational  recommendations  for  managing  flows  in  the  collection  system;  and 

WHEREAS,  Planning  work  and  environmental  review  are  necessary  to  select  appropriate 
locations  for  three  proposed  radar  systems  that  would  provide  data  for  the  Advanced  Rainfall 
Project;  and 

WHEREAS,  This  agreement  defines  the  roles  and  responsibilities  that  will  allow  SFPUC 
to  work  cooperatively  with  the  United  States  Department  of  Commerce,  National  Oceanic  and 
Atmospheric  Administration  (NOAA)  in  site  selection  and  related  environmental  review  for 
three  proposed  new  radar  systems  to  initiate  the  Advanced  Ramfall  Prediction  Project;  and 

WHEREAS,  The  estimated  cost  of  services  covered  under  this  MOU  is  $160,000;  and 

WHEREAS,  Services  are  anticipated  to  begin  in  June  2013  and  end  in  June  2015  and  the 
total  duration  of  this  agreement  is  two  (2)  years;  and 

WHEREAS,  Funds  for  this  agreement  will  be  available  at  the  time  of  award  of  the 
agreement  from  Project  No.  CWWSIPFCRPOl  -  Advanced  Rainfall  Prediction;  now,  therefore, 
belt 

RESOLVED,  That  this  Conmiission  hereby  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  execute  a  Memorandum  of  Understanding  with  United 
States  Department  of  Commerce,  National  Oceanic  and  Atmospheric  Administration  for  an 
amount  not  to  exceed  $160,000,  and  with  a  total  duration  of  two  (2)  years,  and  authorizes  staff  to 
initiate  planning  work  to  identify,  prioritize,  and  evaluate  appropriate  sites  for  radar  systems 
associated  with  the  proposed  Advanced  Rainfall  Prediction  Project  and  to  initiate  environmental 
review  to  support  project  implementation. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  April  23,  2013. 

Secretary,  Public  Utilities  Commission 


San  Francisco 
Water  ower 

Services  of  the  San  Francisco  Public  Utilities  Cominission 


San  Francisco  public  utilities  Commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 
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Tuesday,  May  14,  2013 
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San  Francisco,  CA  94102 
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Art  Torres,  President 
Vince  Courtney,  Vice  President 
Ann  Moller  Caen 
Francesca  Vietor 
Anson  Moran 


Harlan  L.  Kelly,  Jr. 

General  Manager 

Donna  Hood 
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For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  wvvw.sfwater.orq 
Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.qranicus-ComA/iewPublisher.php?view  id=22 


Disability  Access 

The  Public  Utilities  Commission  meeting  will  be  field  in  Room  400,  at  One  1  Dr.  Carlton  B.  Goodlett 
Place,  (400  Van  Ness  Avenue),  San  Francisco,  CA.  The  closest  accessible  BART  Station  is  the 
Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  IVIUNI  Lines  serving  this 
location  are:  Muni  Metro  lines  J  Church,  K  Ingleside,  L  Taraval,  M  Oceanview,  N  Judah  and  T  Third 
at  Van  Ness  and  Civic  Center  Stations;  F  Market  Line;  and  bus  routes  19  Polk,  47  Van  Ness,  49 
Mission  Van  Ness,  5  Fulton,  6  Parnassus,  21  Hays,  9  San  Bruno,  9L  San  Bruno  Limited,  71  Haight 
Noriega  and  71 L  Noriega  Limited.  For  more  information  about  MUNI  accessible  services  call  (415) 
701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been 
designated  on  the  Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility- 
impaired  persons.  There  is  accessible  parking  available  within  the  Civic  Center  Underground 
Parking  Garage  at  the  corner  of  McAllister  and  Polk  Streets,  and  within  the  Performing  Arts  Parking 
Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary'  aids  or  services,  or  to  obtain 
meeting  materials  in  alternative  format,  please  contact  Donna  Hood  at  (415)  554-3165,  or  by 
emailing  dhoGd(a)sfwater.orq.  Providing  at  least  72  hours  notice  will  help  to  ensure  availability. 

To  assist  the  City's  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses, 
multiple  chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that 
other  attendees  may  be  sensitive  to  various  chemical  based  products.  Please  help  the  City 
accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance 
(Chapter  67  of  the  San  Francisco  Administrative  Code) 

Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public. 
Commissions,  boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the 
people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the  people  and 
that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under  the 
Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  the  Sunshine  Ordinance  Task 
Force,  City  Hall,  Room  409,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102-4683  at 
Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554-7854;  E-mail:  sotf(a)sfqov.ora.  Copies  of  the 
Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San  Francisco 
Public  Library  and  on  the  City's  website  at  www.sfqov.ora. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are 
prohibited  at  this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the  meeting 
room  of  any  person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar 
sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements 

Individuals  and  entities  that  influence  or  attempt  to  influence  local  legislative  or  administrative  action 
may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF  Campaign  &  Governmental  Conduct 
Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information  about  the  Lobbyist 
Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue,  Suite 
220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-31 12;  web  site  at 
www.sfqov.orq/ethics. 


ORDER  OF  BUSINESS: 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  Minutes  of  April  23,  2013. 

4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within  the 
Commission's  jurisdiction  and  are  not  on  today's  agenda. 

5.  Communications 

a)  Advance  Calendar 

b)  Quarterly  Audit  Report 

•  General  Services  Agency  -  Annual  Chapter  14B  Audit 

•  San  Francisco  Water  Enterprise  and  Hetch  Hetchy  Water  and  Power, 
Statement  of  Charges  In  the  Balancing  Account,  June  30,  2012 

•  Western  Electricity  Coordinating  Council/North  American  Electric 
Reliability  Corporation  Self-Certification  2012 

•  Single  Audit  of  Federal  Funds  received  and  expended  by  the  City 
and  County  of  San  Francisco,  for  the  year  ending  June  30,  201 2 

c)  WSIP  Quarterly  Reports 

•  Local  Report 

•  Regional  Report 

•  Status  of  Construction  Change  Orders  -  3'^'^  Quarter 

d)  Water  Enterprise  Capital  Improvement  Program  Quarterly  Reports 

•  Local  Report 

•  Local  Water  Supply  Program  Report 

•  Regional  Report 

6.  Other  Commission  Business 

7.  Report  of  the  General  Manager 

•  Quarterly  Budget  Report  (Rydstrom) 

•  WSIP  Update  (Labonte) 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney 
where  applicable. 

Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
525  Golden  Gate  Avenue,  13""  Floor,  San  Francisco,  CA  94102,  Telephone:  (415)  554- 
3165,  Fax:  (415)  554-3424. 


CONSENT  CALENDAR 

8.   All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by 
a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these 
items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which  event 
the  matter  will  be  removed  from  the  Calendar  and  considered  as  a  separate  item. 


a)      Approve  Modification  No.  1  to  JOC-40,  Heating  Ventilation  Air  Conditioning 
(HVAC)  Energy  Efficiency  (C-20)  for  San  Francisco/Peninsula,  with  ElVICOR 
^  ^   Service/IVIesa  Energy  Systems,  Inc.,  to  perform  HVAC  upgrades  in  City  owned 
CD       municipal  facilities,  increasing  the  contract  by  $1 ,500,000,  for  a  total  contract 
^      amount  of  $4,500,000,  and  with  a  time  extension  of  730  consecutive  calendar 
n      days  for  a  total  contract  duration  of  1825  consecutive  calendar  days,  as  allowed 
for  JOC  contracts  under  the  San  Francisco  Administrative  Code.  This  contract 
modification  is  needed  to  complete  HVAC  work  in  City  facilities.  (Cruz) 


b)      Approve  the  plans  and  specifications,  and  award  Contract  WD-2695,  Auxiliary 
Water  Supply  System  -  New  Cisterns  A,  In  the  amount  of  $3,868,900,  to  the 
lowest,  qualified,  responsible  and  responsive  bidder,  Trinet  Construction,  to 
construct  six  new  Auxiliary  Water  Supply  System  buried  concrete  cisterns  at  35th 
Avenue  and  Irving  Street,  37th  Avenue  and  Lawton  Street,  37th  Avenue  and 
Ortega  Street,  37th  Avenue  and  Rivera  Street,  37th  Avenue  and  Ulloa  Street, 
and  36th  Avenue  and  Wawona  Street.  (Ritchie) 


O 
CO 


)  Approve  the  plans  and  specifications,  and  award  Contract  WD-2503R,  8-inch 

to  Ductile  Iron  Pipe  Main  Installation  on  Jackson,  Washington,  Sacramento  and 

^  Davis  Streets,  in  the  amount  of  $2,139,389  to  the  lowest,  qualified,  responsible 

CO  and  responsive  bidder.  Empire  Engineering  &  Construction,  Inc.  (Ritchie) 


CO 


CO 


d)      Approve  submission  of  an  attestation  of  veracity  for  the  San  Francisco  Public 
Utilities  Commission  2012  Power  Source  Disclosure  Report  to  the  California 
Energy  Commission,  a  report  required  by  State  law  to  disclose  the  electricity 
sources  used  to  serve  the  SFPUC's  end-use  electric  customers.  The  2012  Report 
discloses  that  the  electricity  sources  used  to  serve  these  electric  customers  were 
91.9%  greenhouse-gas  free  hydroelectric  generation  and  8.1%  eligible  renewable 
energy  resources  under  California's  Renewable  Portfolio  Standard.  (Hale) 


REGULAR  BUSINESS 


9.      Authorize  the  to  execute  on  behalf  of  the  City  and  County  of  San  Francisco,  an 
amendment  to  the  existing  grant  agreements  with  the  Regional  Job  Training 
and  Opportunities  Program  (JTOP)  providers:  (1)  San  Joaquin  County's 
to        YouthBuild;  (2)  Alameda  County's  Cypress  Mandela  Training  Center;  and  (3) 
^        San  Mateo  County's  Project  Build  programs,  to  extend  the  duration  and  increase 
eo        the  grant  funds  to  continue  to  help  satisfy  the  employment  development  goals  for 
^        economically  disadvantaged  worker  participation  on  Water  System  Improvement 
Program  (WSIP)  projects  performed  outside  of  San  Francisco.  This  grant 


extension  will  allow  the  SFPUC  to  provide  job  training  and  opportunities  for  WSIP 
service  territory  workers  on  WSIP  projects  performed  outside  of  San  Francisco, 
as  governed  by  the  WSIP  Project  Labor  Agreement,  for  the  duration  of  the 
Program.  (Cruz) 

10.     Approve  Amendment  No.  1  to  Agreement  CS-946,  Upper  Tuolumne  River 

Ecosystem  Project  -  River  Science  Support  Services,  with  McBain  &  Trush,  Inc., 
to  continue  as-needed  hydrologic,  geomorphic,  biological,  and  related  river 
ecosystem  science  work  to  support  SFPUC  implementation  and  compliance 
o      activities  associated  with  existing  instream  flow  agreements;  and  authorize  the 
General  Manager  to  execute  this  amendment  increasing  tlie  agreement  by 
$500,000  for  a  total  not-to-exceed  agreement  amount  of  $2,000,000,  and  with  a 
time  extension  of  six  montiis,  for  a  total  agreement  duration  of  five  years,  and 
six  months.  (Ritchie) 


CO 


O 


CO 


CO 


1 1 .  Approve  an  increase  in  tlie  construction  contract  cost  contingency  for 
Contract  WD-2652,  Bioregional  Habitat  Restoration  -  San  Antonio  Creek,  in  tlie 
amount  of  $979,457;  and  authorize  the  General  Manager  or  his  designee  to 

o      approve  future  modifications  to  the  contract  for  a  total  revised  contract 

amount  up  to  $15,221,597.  The  potential  increase  in  the  contract  cost  is  due  to 
various  changed  conditions,  including  storm  damage  December  2012  during 
construction,  and  emergency  watering  required  by  an  exceedingly  dry  Spring 
Season.  (Cruz) 

12.  Consider  and  adopt  the  proposed  Wholesale  Revenue  Requirement  and  rate 
schedule  for  FY  2013-14,  as  applied  to  meter  readings  on  or  after  July  1,  2013. 

_      This  rate  schedule  reflects  the  terms  of  the  2009  Water  Supply  Agreement 
o      between  the  City  and  County  of  San  Francisco  and  the  Wholesale  Customers 
(WSA),  which  was  approved  on  April  28,  2009  by  Commission  Resolution  No. 
09-0069.  (Rydstrom) 


no 


13.  Public  Hearing:  Discussion  and  possible  action  regarding  schedules  of  rates  and 
p    ^  charges  of  the  San  Francisco  Public  Utilities  Commission  Power  Enterprise  for 

^  ^  $  phase  one  of  the  CleanPowerSF  Community  Choice  Aggregation  Program  for 

3  renewable  power  procurement  within  San  Francisco.  (Hale) 

14.  Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 

1 5.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 
listed  below  as  Conference  with  Legal  Counsel. 


CLOSED  SESSION 


The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 


16.     Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1).  (Fairgrieve) 

^      Travelers  &  Connie  Curran  vs.  the  City  and  County  of  San  Francisco 
Unlitigated  Claim  No.  12-01124 
Date  Filed:  November  1 5,  201 1 


1 7.     Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 

Section  54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10 
c;*      (d)(1).  (Fairgrieve) 


CO 


Adams-Irving,  Paulette  v.  City  &  County  of  San  Francisco. 
San  Francisco  Superior  Court  No.  CGC-1 1-509216 
City  Attorney's  Office  No.  101475 
Date  Filed:  March  15,  2011 

18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9(d)(3)  and  San  Francisco  Administrative  Code  Section  67.10  (d) 
(2).  (Mueller) 

Anticipated  Litigation  -  As  Plaintiff 

1 9.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10 
(cl)(1).  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A127554  /  Date  Filed:  January  29,  2010 

20.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 
Section  54957  and  San  Francisco  Administrative  Code  67.10(a)  (Ambrose) 

Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 
and  Power  Systems. 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

21 .  Announcement  following  closed  session. 

22.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

23.  Other  new  business. 


ADJOURNMENT 


San  Francisco 
Water  Power  Sewer 


Services  of  the  San  Francisco  Public  Utilities  Commission 


NOTICE  OF  PUBLIC  HEARINGS 


NOTICE  OF  PUBLIC  HEARINGS  Tuesday,  April  23,  2013-  1:30  PM  City 
Hall,  Room  400,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102,  at 
a  Regular  Meeting  of  the  SAN  FRANCISCO  PUBLIC  UTILITIES 
COMMISSION,  and  if  necessary,  Tuesday,  May  14,  2013-  1 :30  PM  City  Hall, 
Room  400,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102,  at  a 
Regular  Meeting  of  the  SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION, 
and  if  necessary,  Tuesday,  May  28,  2013  -  1:30  PM  City  Hall,  Room  400,  1 
Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102,  at  a  Regular 
Meeting  of  the  SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION,  and  if 
necessary,  Tuesday,  June  1 1 ,  2013  -  1 :30  PM  City  Hall,  Room  400,  1  Dr. 
Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102,  at  a  Regular  Meeting  of 
the  SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION:  Public  Hearing, 
discussion  and  possible  action  to  adopt  schedules  of  electric  rates  and 
charges  for  customers  of  the  San  Francisco  Public  Utilities  Commission 
(SFPUC)  for  phase  one  of  the  CleanPowerSF  Community  Choice  Aggregation 
Program  for  renewable  power  procurement  within  San  Francisco.  The  detailed 
agenda  and  related  files  will  be  available  at  least  72  hours  before  the 
scheduled  meetings  at  the  SFPUC  website  www.sfwater.orq.  or  by  calling 
(415)  554-3165. 
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Tuesday,  May  14,  2013 

(Approved  May  28,  2013) 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
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Commissioners 

Art  Torres,  President 
Vince  Courtney,  Vice  President 
Ann  Moller  Caen 
Francesca  Vietor 
Anson  Moran 


Harlan  L.  Kelly,  Jr. 

General  Manager 


Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  www.sKvater.org 
Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco-qranicus.comA/iewPublisher.php7view  id=22 


1.  Call  to  Order 

President  Torres  called  the  meeting  to  order  at  1:33  PM. 

2.  Roll  Call 

Present:  Torres,  Courtney,  Caen,  Vietor  and  Moran 

President  Torres  requested  that  the  Commission  remove  Item  13  from  the  calendar 
and  defer  the  presentation  to  the  joint  LAFCo  meeting. 

Commissioner  Vietor  stated  that  she  supports  the  recommendation  under  the 
condition  that  a  joint  meeting  be  scheduled  as  soon  as  possible. 

Commissioner  Moran  asked  staff  to  put  together  an  articulation  of  the 
CleanPowerSF  Program  offering  that  makes  it  as  rich  and  appealing  as  possible. 

Commissioner  Caen  asked  that  the  Commissioners  be  flexible  with  their  schedules 
to  aid  in  the  scheduling  of  a  joint  meeting. 

Commissioner  Courtney  stated  the  Commission  needs  to  balance  haste  with 
obligations.  He  requested  a  flow  chart  showing  where  the  program  was  a  year  or  two 
ago  as  compared  to  the  program.  He  expressed  his  support  for  removing  Item  13. 

3.  Approval  of  Minutes  of  April  23,  2013 

On  Motion  to  Approve  the  minutes  of  April  23,  2013 
AYES:  Torres,  Courtney,  Caen,  Vietor  and  IVIoran 

4.  Public  Comments 

•  Dr  Espanola  Jackson  expressed  her  concerns  with  two  properties  located  in  the 
Bayview-  100  Whitney  Young  Circle  and  1030  Palou,  stating  that  the  buildings 
need  to  be  reserved  for  community  needs.  She  requested  the  Commission 
provide  food  and  refreshments  to  the  Southeast  Facility  Commission  meetings. 
Commissioner  Caen  asked,  and  Dr  Jackson  responded  to  the  uses  of  the 
buildings.  Dr  Jackson  presented  a  proposed  budget  for  Bayview  Hunters  Point 
Community  Outreach  office  and  staff. 

•  Mr  Robert  Woods,  Chair,  Black  Human  Rights  Leadership  Council,  expressed 
his  concerns  with  the  facilities  in  the  community  and  the  need  for  money  to  train 
community  members. 

General  Manager  Kelly  stated  that  100  Whitney  Young  Circle  is  not  owned  by  the 
SFPUC,  but  that  he  will  confer  with  the  City  Attorney  to  find  out  a  history  of  the 
facility.  He  stated  his  commitment  to  work  on  revitalizing  the  Southeast  Community 
Facility. 

5.  Communications 

a)  Advance  Calendar 
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b)  Quarterly  Audit  Report 

•  General  Services  Agency  -  Annual  Chapter  14B  Audit 

•  San  Francisco  Water  Enterprise  and  Hetch  Hetchy  Water  and  Power, 
Statement  of  Charges  in  the  Balancing  Account,  June  30,  2012 

•  Western  Electricity  Coordinating  Council/North  American  Electric 
Reliability  Corporation  Self-Certification  2012 

•  Single  Audit  of  Federal  Funds  received  and  expended  by  the  City 
and  County  of  San  Francisco,  for  the  year  ending  June  30,  2012 

c)  WSIP  Quarterly  Reports 

•  Local  Report 

•  Regional  Report 

•  Status  of  Construction  Change  Orders  -  3"*  Quarter 

d)  Water  Enterprise  Capital  Improvement  Program  Quarterly  Reports 

•  Local  Report 

•  Local  Water  Supply  Program  Report 

•  Regional  Report 

Vice  President  Courtney  requested  ttiat  the  resolution  received  from  ttie  San 
Francisco  Labor  Council  on  May  14,  2013  be  included  in  the  record. 

Commissioner  Moran  expressed  his  pleasure  with  the  audit  program. 

6.  Other  Commission  Business 
None. 

7.  Report  of  the  General  Manager 

•  Quarterly  Budget  Report 

Mr  Todd  Rydstrom,  Assistant  General  Manager  Business  Services  and  CFO, 
presented  the  third  quarter  budget  results,  highlighting  key  variances.  He  stated 
that  wholesale  and  retail  water  sales  and  uses  are  higher  than  assumed.  Brief 
discussion  ensued  on  the  low  snowpack  and  what  the  effect  will  be  on  demand 
and  supply.  Mr  Rydstrom  indicated  that  power  revenue  is  lower  than  expected 
as  a  result  of  lower  sales  and  demand  at  the  airport  and  to  the  districts.  He 
touched  on  the  fund  balances  and  key  reserve  ratios. 

•  WSIP  Update 

Ms.  Julie  Labonte,  WSIP  Director,  stated  that  the  WSIP  quarterly  report  included 
the  latest  revised  budget  and  schedule  and  formatting  changes  to  address 
recommendations  from  BAWSCA  related  to  project  contingencies.  She  noted  she 
is  working  on  a  Change  Notice  to  the  State  that  will  address  impacts  on  Level-of- 
Sen/ice  Goals  that  project  delays  will  have.  She  indicated  a  memo  will  be 
forthcoming  to  address  BAWSCA  recommendations  regarding  revisions  to  the 
Calaveras  Dam  project. 
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8.  Consent  Calendar 

a)  Approve  Modification  No.  1  to  JOC-40,  Heating  Ventilation  Air  Conditioning 
(HVAC)  Energy  Efficiency  (C-20)  for  San  Francisco/Peninsula,  with  EMCOR 
Service/Mesa  Energy  Systems,  Inc.,  to  perform  HVAC  upgrades  in  City  owned 
municipal  facilities,  increasing  the  contract  by  $1 ,500,000,  for  a  total  contract 
amount  of  $4,500,000,  and  with  a  time  extension  of  730  consecutive  calendar 
days  for  a  total  contract  duration  of  1825  consecutive  calendar  days,  as  allowed 
for  JOC  contracts  under  the  San  Francisco  Administrative  Code.  This  contract 
modification  is  needed  to  complete  HVAC  work  in  City  facilities.  (Resolution  13- 
0063) 

b)  Approve  the  plans  and  specifications,  and  award  Contract  WD-2695,  Auxiliary 
Water  Supply  System  -  New  Cisterns  A,  in  the  amount  of  $3,868,900,  to  the 
lowest,  qualified,  responsible  and  responsive  bidder,  Trinet  Construction,  to 
construct  six  new  Auxiliary  Water  Supply  System  buried  concrete  cisterns  at  35th 
Avenue  and  Irving  Street,  37th  Avenue  and  Lawton  Street,  37th  Avenue  and 
Ortega  Street,  37th  Avenue  and  Rivera  Street,  37th  Avenue  and  Ulloa  Street, 
and  36th  Avenue  and  Wawona  Street.  (Resolution  13-0064) 

c)  Approve  the  plans  and  specifications,  and  award  Contract  WD-2503R,  8-inch 
Ductile  Iron  Pipe  Main  Installation  on  Jackson,  Washington,  Sacramento  and 
Davis  Streets,  in  the  amount  of  $2,139,389  to  the  lowest,  qualified,  responsible 
and  responsive  bidder,  Empire  Engineering  &  Construction,  Inc.  (Resolution  13- 
0065) 

d)  Approve  submission  of  an  attestation  of  veracity  for  the  San  Francisco  Public 
Utilities  Commission  2012  Power  Source  Disclosure  Report  to  the  California 
Energy  Commission,  a  report  required  by  State  law  to  disclose  the  electricity 
sources  used  to  serve  the  SFPUC's  end-use  electric  customers.  The  2012  Report 
discloses  that  the  electricity  sources  used  to  serve  these  electric  customers  were 
91 .9%  greenhouse-gas  free  hydroelectric  generation  and  8.1%  eligible  renewable 
energy  resources  under  California's  Renewable  Portfolio  Standard.  (Resolution 
13-0066) 

Public  Comment 

None. 

On  Motion  to  Approve  Items  8a  through  8d 
AYES:  Torres,  Courtney,  Caen,  Vietor  and  Moran 

9.  Authorize  the  General  Manager  to  execute  on  behalf  of  the  City  and  County  of 
San  Francisco,  an  amendment  to  the  existing  grant  agreements  with  the 
Regional  Job  Training  and  Opportunities  Program  (JTOP)  providers:  (1)  San 
Joaquin  County's  YouthBuild;  (2)  Alameda  County's  Cypress  Mandela  Training 
Center;  and  (3)  San  Mateo  County's  Project  Build  programs,  to  extend  the 
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duration  and  increase  the  grant  funds  to  continue  to  help  satisfy  the  employment 
development  goals  for  economically  disadvantaged  worker  participation  on  Water 
System  Improvement  Program  (WSIP)  projects  performed  outside  of  San 
Francisco.  This  grant  extension  will  allow  the  SFPUC  to  provide  job  training  and 
opportunities  for  WSIP  service  territory  workers  on  WSIP  projects  performed 
outside  of  San  Francisco,  as  governed  by  the  WSIP  Project  Labor  Agreement, 
for  the  duration  of  the  Program.  (Resolution  13-0067) 

Mr.  Emilio  Cruz,  Assistant  General  Manager,  Infrastructure,  introduced  the  item, 
noting  the  SFPUC's  commitment  to  working  with  local  organized  labor  to  extend 
opportunities  to  the  communities  in  which  we  work  and  serve.  Mr  Cruz  stated 
that  Job  Train  recognized  the  SFPUC  as  the  Employer  of  the  Year  for  hiring  96 
graduates  for  WSIP  projects,  and  indicated  that  the  partnerships  have  resulted  in 
the  hiring  of  300  individuals.  He  introduced  and  the  Commission  recognized 
those  from  Job  Train,  YouthBuild,  Cypress  Mandela  and  A.  Randolph  Institute, 
who  were  present. 

Public  Comment 

None. 

On  Motion  to  Approve  Item  9 

AYES:  Torres,  Courtney,  Caen,  Vietor  and  Moran 

10.  Approve  Amendment  No.  1  to  Agreement  CS-946,  Upper  Tuolumne  River 
Ecosystem  Project  -  River  Science  Support  Services,  with  McBain  &  Trush,  Inc., 
to  continue  as-needed  hydrologic,  geomorphic,  biological,  and  related  river 
ecosystem  science  work  to  support  SFPUC  implementation  and  compliance 
activities  associated  with  existing  instream  flow  agreements;  and  authorize  the 
General  Manager  to  execute  this  amendment  increasing  the  agreement  by 
$500,000  for  a  total  not-to-exceed  agreement  amount  of  $2,000,000,  and  with  a 
time  extension  of  six  months,  for  a  total  agreement  duration  of  five  years,  and  six 
months.  (Resolution  13-0068) 

Mr  Steve  Ritchie,  Assistant  General  Manager,  Water,  introduced  the  item. 

Public  Comment 

None. 

On  Motion  to  Approve  Item  1 0 

AYES:  Torres,  Courtney,  Caen,  Vietor  and  Moran 

1 1 .  Approve  an  increase  in  the  construction  contract  cost  contingency  for  Contract 
WD-2652,  Bioregional  Habitat  Restoration  -  San  Antonio  Creek,  in  the  amount  of 
$979,457;  and  authorize  the  General  Manager  or  his  designee  to  approve  future 
modifications  to  the  contract  for  a  total  revised  contract  amount  up  to 
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$15,221,597.  The  potential  increase  in  the  contract  cost  is  due  to  various 
changed  conditions,  including  storm  damage  December  2012  during 
construction,  and  emergency  watering  required  by  an  exceedingly  dry  Spring 
Season.  (Resolution  13-0069) 

Mr.  Emilio  Cruz,  Assistant  General  Manager,  Infrastructure,  introduced  the  item. 

Public  Comment 

None. 

On  Motion  to  Approve  Item  1 1 

AYES:  Torres,  Courtney,  Caen,  Vietor  and  Moran 

12.  Consider  and  adopt  the  proposed  Wholesale  Revenue  Requirement  and  rate 
schedule  for  FY  201 3-14,  as  applied  to  meter  readings  on  or  after  July  1 ,  201 3. 
This  rate  schedule  reflects  the  terms  of  the  2009  Water  Supply  Agreement 
between  the  City  and  County  of  San  Francisco  and  the  Wholesale  Customers 
(WSA),  which  was  approved  on  April  28,  2009  by  Commission  Resolution  No. 
09-0069.  (Resolution  13-0070) 

Mr  Todd  Rydstrom,  Assistant  General  Manager  Business  Services  and  CFO, 
stated  the  materials  were  first  presented  at  the  April  23,  2013  meeting  and  that 
approval  of  the  item  was  being  requested. 

Public  Comment 

None. 

On  IVIotion  to  Approve  Item  1 2 

AYES:  Torres,  Courtney,  Caen,  Vietor  and  Moran 

13.  Public  Hearing:  Discussion  and  possible  action  regarding  schedules  of  rates  and 
charges  of  the  San  Francisco  Public  Utilities  Commission  Power  Enterprise  for 
phase  one  of  the  CleanPowerSF  Community  Choice  Aggregation  Program  for 
renewable  power  procurement  within  San  Francisco. 

President  Torres  re-stated  that  this  item  was  being  pulled  from  the  agenda. 

14.  Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 
None. 

15.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 
listed  below  as  Conference  with  Legal  Counsel. 

On  Motion  TO  ASSERT 

AYES:  Torres,  Courtney,  Caen,  Vietor  and  Moran 
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Closed  Session 

16.    Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1).  (Resolution  13-0071) 

Travelers  &  Connie  Curran  vs.  the  City  and  County  of  San  Francisco 
Unlitigated  Claim  No.  12-01124 
Date  Filed:  November  15,  2011 

17.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1).  (Resolution  13-0072) 

Adams-Irving,  Paulette  v.  City  &  County  of  San  Francisco. 
San  Francisco  Superior  Court  No.  CGC-1 1-509216 
City  Attorney's  Office  No.  101475 
Date  Filed:  March  15,  2011 

18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9(d)(3)  and  San  Francisco  Administrative  Code  Section  67.10  (d) 
(2). 

Anticipated  Litigation  -  As  Plaintiff 

19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1). 

Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A127554  /  Date  Filed:  January  29,  2010 

20.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 
Section  54957  and  San  Francisco  Administrative  Code  67.10(a) 

Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 
and  Power  Systems. 

21 .  Announcement  following  closed  session. 

President  Torres  announced  that  action  was  taken  on  items  16  and  17. 

22.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 
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On  Motion  to  NOT  TO  DISCLOSE 

AYES:  Torres,  Courtney,  Caen,  Vietor  and  Moran 


23.    Other  new  business 

Vice  President  Courtney  referenced  the  resolution  received  from  ttie  San 
Francisco  Labor  Council  and  disclosed  that  he  is  an  elected  member  of  the  San 
Francisco  Labor  Council  Executive  Committee,  thus  his  name  appearing  on  the 
letterhead.  He  stated  he  was  not  in  attendance  at  the  Executive  Board  meetings 
where  the  items  were  considered,  nor  was  he  consulted.  He  noted  the  importance 
of  the  principles  for  implementation  of  a  labor-friendly  CCA  program.  He 
requested  that  staff  prepare  a  memorandum  prior  to  the  joint  meeting  to  address 
the  issues  and  the  jobs  and  build-out  component  Brief  discussion  ensued. 

President  Torres  adjourned  the  meeting  at  2:51  PIVI. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  13-0063 


WHEREAS,  On  May  22,  2012,  per  Resolution  No.  12-0085,  this  Commission  approved 
the  award  of  Contract  No.  JOC-40,  Job  Order  Contract,  Heating  Ventilation  Air  Conditioning 
(HVAC)  Energy  Efficiency  (C-20)  for  San  Francisco/Peninsula,  with  EMCOR  Service/Mesa 
Energy  Systems,  Inc.,  to  perform  HVAC  upgrades  in  City  owned  municipal  facilities;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  July  27,  2012; 

and 

WHEREAS,  The  original  contract  amount  was  for  $3,000,000  and  the  original  contract 
duration  was  1095  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  is  being  requested  for  $1,500,000  and  730  consecutive 
calendar  days,  increasing  the  contract  amount  to  $4,500,000,  increasing  the  contract  duration  to 
1825  consecutive  calendar  days.;  and 

WHEREAS,  Contract  Monitoring  Division  subcontracting  goals  of  8%  Local  Business 
Enterprise  participation  were  originally  established  for  this  construction  contract;  and 

WHEREAS,  Under  the  delegation  agreement  between  the  San  Francisco  Planning 
Department  and  the  SFPUC,  the  Bureau  of  Environmental  Management  determined  the  activities 
that  were  previously  authorized  under  the  subject  contract  did  not  meet  the  definition  of  a 
"project"  under  die  California  Environmental  Quality  Act  (CEQA),  and  CEQA  Guidelines 
Section  15378.  The  Bureau  of  Environmental  Management  determined  the  chiller^oiler  work  at 
the  Hall  of  Justice  (August  7,  2012),  replacement  of  the  heat  source  pumps  at  25  Van  Ness 
Avenue  (November  9,  2012),  completion  of  air  conditioning  upgrades  at  30  Van  Ness  Avenue 
(November  9,  2012),  and  completion  of  air  conditioning  upgrades  at  30  Van  Ness  Avenue  (June 
13,  2012)  did  not  meet  the  definition  of  a  "project."  For  future  task  orders  authorized  pursuant  to 
JOC  40,  no  task  order  will  be  issued  until  environmental  review  has  been  completed,  and, 
excluding  those  task  orders  determined  to  be  exempt  imder  CEQA,  until  the  Commission  has  an 
opportunity  to  review  the  environmental  analysis  and  take  action  if  deemed  appropriate  ;  and 

WHEREAS,  Funding  is  available  from  San  Francisco  Public  Utilities  Commission, 
Power  Enterprise  Funds  or  capital  funds  from  other  departments  when  Task  Orders  are  issued; 
now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Modification  No.  1  to  Contract  No. 
JOC-40,  Job  Order  Contract,  HVAC  Energy  Efficiency  (C-20)  for  San  Francisco/Peninsula,  with 
EMCOR  Service/Mesa  Energy  Systems,  Inc.,  increasing  the  contract  by  $1,500,000,  for  a  total 
contract  amount  of  $4,500,000,  and  widi  a  time  extension  of  730  consecutive  calendar  days  for  a 
total  contract  duration  of  1825  consecutive  calendar  days. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  14,  2013. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  13-0064 


WHEREAS,  Earthquake  Safety  &  Emergency  Response  Bond  Program-funded  Contract 
No.  WD-2695,  Auxiliary  Water  Supply  System  (AWSS)  -  New  Cisterns  A,  was  advertised  on 
February  28,  2013;  and 

WHEREAS,  The  baseline  budget  amount  is  $5,500,000  and  die  Engineer's  Estimate  is 
$5,673,800  for  this  construction  contract  work  to  construct  six  (6)  new  AWSS  buried  concrete 
cisterns  at  35th  Avenue  and  Irving  Street,  37th  Avenue  and  Lawton  Street,  37tii  Avenue  and 
Ortega  Street,  37th  Avenue  and  Rivera  Street,  37th  Avenue  and  UUoa  Street,  and  36th  Avenue 
and  Wawona  Street;  and 

WHEREAS,  The  contract  duration  is  480  consecutive  calendar  days;  and 

WHEREAS,  On  September  27,  2012,  the  Planning  Department  determined  that  Project 
No.  CUWAWSAW07,  Cisterns  Construction  #2,  is  categorically  exempt  as  a  Class  1  Categorical 
Exemption  under  the  California  Envhonmental  Quality  Act  (CEQA);  and 

WHEREAS,  Seven  (7)  bids  were  received  and  opened  publicly  on  March  28,  2013;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  Trinet  Construction  as  the 
lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  CMD  subcontracting  goal  of  22.7%  Local  Busmess  Enterprise  (LBE) 
participation  has  been  established  for  this  contract;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtam  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUWAWSAW07,  Cisterns 
Construction  #2;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  Earthquake  Safety  &  Emergency  Response  Bond  Program-funded  Contract  No.  WD- 
2695,  AWSS  -  New  Cisterns  A,  in  the  amount  of  $3,868,900,  to  the  lowest,  qualified, 
responsible  and  responsive  bidder,  Trinet  Construction. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  14,  2013. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0065 


WHEREAS,  Water  Enterprise,  Local  Conveyance/Distribution  System  Program, 
Wastewater  Enterprise  (WWE)  Repair  and  Replacement  (R&R)  Program,  and  Department  of 
Public  Works  (DPW)  Pavement  Renovation  Program  funded  Contract  No.  WD-2503R  8-inch 
Ductile  Iron  Pipe  Main  Installation  on  Jackson,  Washington,  Sacramento  and  Davis  Streets  was 
advertised  on  February  18,  2013;  and 

WHEREAS,  The  baseline  budget  amount  is  $1,900,000  and  the  Engineer's  Estimate  is 
$1,900,000  for  this  construction  contract  work  to  install  approximately  3,450  feet  of  ductile  iron 
pipe  and  ancillary  service  pipe;  and 

WHEREAS,  The  contract  duration  is  345  consecutive  calendar  days;  and 

WHEREAS,  Project  No.  CUW2600174,  8-inch  Ductile  Iron  Pipe  Main  Installation  on 
Jackson,  Washington,  Sacramento  and  Davis  Streets  was  determined  to  be  statutorily  exempt 
categorically  exempt  under  the  California  Environmental  Quality  Act  (CEQA)  by  the  San 
Francisco  Planning  Department  on  September  27,  201 1;  and 

WHEREAS,  Four  (4)  bids  were  received  and  opened  publicly  on  March  21,  2013;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  Empire  Engineering  & 
Construction,  Inc.  as  the  lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  CMD  subcontracting  goal  of  16%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  HRC  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW2600174,  8-inch  Ductile  ton 
Pipe  Main  histallation  in  Jackson,  Washington,  Sacramento  and  Davis  Streets;  now,  dierefore,  be 
it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  Water  Enterprise  Local  Conveyance/Distribution  System  Program,  WWE  R&R  Program, 
and  DPW  Pavement  Renovation  Program  Program-funded  Contract  No.  WD-2503R  8-inch 
Ductile  Iron  Pipe  Main  Installation  on  Jackson,  Washington,  Sacramento  and  Davis  Streets,  in 
the  amount  of  $2,139,389,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Empire 
Engineering  &  Construction,  Inc. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  1^1  ay  14,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


13-0066 


WHEREAS,  State  law  (Public  Utilities  Code  Sections  398.4  and  398.5)  requires  "retail 
suppliers  of  electricity  products"  to  disclose  to  their  end  use  customers  annually  the 
electricity  sources  for  their  sales  to  those  customers;  and 

WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  is  requked  to 
report  this  information  together  with  supporting  documentation  to  the  California  Energy 
Commission  (CEC)  in  the  form  of  a  Power  Source  Disclosure  (PSD)  Report;  and 

WHEREAS,  The  PSD  Report  shows  that  for  calendar  year  2012,  the  SFPUC  met  its  retail 
customers'  needs  with  electricity  sources  that  were  91.9%  hydroelectric  and  8.1%  eligible 
renewable  energy  resources  under  California's  Renewable  Portfolio  Standard,  and  included 
solar,  small  hydroelectric,  wind  and  biomass  resources;  and 

WHEREAS,  SFPUC  staff  plans  to  submit  the  PSD  Report  for  2012,  in  verified  form,  to 
the  CEC  on  or  before  June  1,  2013;  and 

WHEREAS,  CEC  regulations  allow  the  Commission  to  approve  submission  of  an 
attestation  of  veracity  in  lieu  of  inciuring  the  cost  of  having  the  report  independently 
verified;  and 

WHEREAS,  SFPUC  staff  developed  the  PSD  Report  consistent  with  the  CEC's 
regulations  using  metered  generation,  use,  and  sales  data  used  for  preparing  and  verifying 
the  SFPUC's  scheduling,  billing,  and  settlement  activities  and  uses  the  same  data  used  in 
other  public  reports  and  regulatory  compliance  filings;  and 

WHEREAS,  The  Manager  of  Regulatory  and  Legislative  Affairs  for  the  SFPUC  Power 
Enterprise,  as  the  designee  of  the  Assistant  General  Manager  for  Power,  has  signed  an 
attestation  of  the  veracity  of  the  PSD  Report,  now  therefore,  be  it 

RESOLVED,  That  the  Commission  approves  the  submission  of  the  attached 
attestation  of  veracity  for  the  Power  Source  Disclosure  Report  for  Calendar  Year  2012 
attached  to  this  Resolution. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  14,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  1 3 -0067 


WHEREAS,  The  SFPUC  has  existing  grant  agreements  to  fund  three  regional  Job 
Training  and  Opportunities  Program  ("JTOP")  providers:  1)  San  Joaquin  County's  YouthBuild, 
2)  Alameda  County's  Cypress  Mandela  Training  Center,  and  3)  San  Mateo  County's  Project 
Build  programs,  to  help  satisfy  the  employment  development  goals  for  economically 
disadvantaged  worker  participation  on  Water  System  Improvement  Program  ("WSIP")  projects 
performed  outside  of  San  Francisco,  which  are  currently  set  to  expire  on  June  30, 2013;  and 

WHEREAS,  The  SFPUC  wishes  to  amend  two  of  the  existing  grant  agreements, 
Alameda  County's  Cypress  Mandela  Training  Center  and  San  Mateo  County's  Project  Build,  to 
extend  the  duration  for  a  period  of  two  years  to  continue  to  support  job  placement  and  training 
efforts  on  regional  WSIP  Project  Labor  Agreement-covered  construction  projects  performed 
outside  of  San  Francisco,  and  increase  the  grant  funds  for  each  agreement  in  the  amount  of 
$100,000  for  FY  2013-2014  and  $75,000  for  FY  20I4-20I5;  and 

WHEREAS,  The  SFPUC  wishes  to  amend  the  existing  grant  agreement  with  San  Joaquin 
County's  YouthBuild,  to  extend  the  duration  for  a  period  of  one  year  to  continue  to  support  job 
•  placement  and  training  efforts  on  regional  WSIP  Project  Labor  Agreement-covered  construction 
projects  performed  outside  of  San  Francisco,  and  increase  the  grant  funds  in  the  amount  of 
$75,000  for  FY  2013-2014;  and 

WHEREAS,  Funds  for  this  agreement  are  available  for  the  July  1,  2013  commencement 
of  this  grant  agreement  extension,  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  execute  amendments  to  grant  agreements  with  the 
Regional  Job  Training  and  Opportunities  Program  (JTOP)  providers:  1)  San  Joaquin  County's 
YouthBuild,  2)  Alameda  County's  Cypress  Mandela  Training  Center,  and  3)  San  Mateo 
County's  Project  Build  programs  to  extend  the  duration  and  increase  the  grant  funds  to  continue 
to  help  satisfy  the  employment  development  goals  for  economically  disadvantaged  worker 
participation  on  Water  System  Improvement  Program  (WSIP)  projects  performed  outside  of  San 
Francisco. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  14,  2013. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0068 


WHEREAS,  On  Febniary  24,  2009,  this  Commission  awarded  Agreement  No.  CS-946, 
Upper  Tuolumne  River  Ecosystem  Project  -  River  Science  Support  Services,  and  authorized  the 
General  Manager  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  to  execute  a 
professional  services  agreement,  in  the  amount  of  $1,500,000  and  with  a  term  of  five  years, 
concluding  on  April  14,  2014,  with  McBain  &  Trush,  Inc.;  and 

WHEREAS,  Amendment  No.  1  is  being  requested  for  $500,000  increasing  the  total  not- 
to-exceed  agreement  amount  to  $2,000,000  and  extend  the  agreement  term  by  six  months  to 
October  14,  2014  to  continue  as-needed  hydrologic,  geomorphic,  biological,  and  related  river 
ecosystem  science  work  to  support  SFPUC  implementation  and  compliance  activities  associated 
with  existing  instream  flow  agreements,  the  Water  Enterprise  Environmental  Stewardship  Policy, 
mitigation  measures  associated  with  the  Water  System  Improvement  Program,  Program 
Environmental  Impact  Report  (WSIP  PEIR),  and  other  related  efforts;  and 

WHEREAS,  A  Contract  Monitoring  Division  (CMD)  subconsulting  goal  of  10.5%  Local 
Business  Enterprise  (LBE)  participation  of  the  total  value  of  services  to  be  provided  has  been 
established  for  this  agreement;  and 

WHEREAS,  Funds  for  this  agreement  will  be  available  via  the  Hetch  Hetchy  Water  and 
Power  annual  professional  services  budget;  and 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  1  to  Agreement 
No.  CS-946,  As-Needed  River  Science  Support  Services,  with  McBain  &  Trush,  Inc.  and 
authorizes  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  to  execute  this 
amendment,  increasing  the  agreement  by  $500,000,  for  a  total  agreement  amount  of  $2,000,000, 
and  with  a  time  extension  of  six  months,  for  a  total  agreement  duration  of  five  years,  and  six 
months. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  14,  2013. 

CAfD'Ui..  ^Jj^rd^  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  13-0069 


WHEREAS,  On  November  8,  2011,  per  Resolution  No.  11-0188,  this  Commission 
approved  tiie  award  of  Water  Enterprise,  Water  System  Improvement  Program  (WSIP)  -  fimded 
Contract  No.  WD-2652  Bioregional  Habitat  Restoration  -  San  Antonio  Creek,  to  Gordon  N. 
Ball,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  (NT?)  was  issued  on 
December  27,  201 1;  and 

WHEREAS,  The  original  contract  amount  was  for  $12,947,400  and  the  original  contract 
duration  was  1,830  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(H)  (1)  of  the  Administrative  Code  requires  that  any  cumulative 
increase  in  contract  price  in  excess  of  10%  of  the  original  contract  price  be  approved  by  the 
Commission;  and 

WHEREAS,  The  project  also  encountered  changed  conditions  in  the  field  that  were  not 
anticipated  during  planning  and  design  of  the  project  such  as  unanticipated  flooding  during  the 
December  2012  storms  in  die  region,  and  exceedingly  dry  Spring  weather;  and 

WHEREAS,  An  Environmental  Impact  Report  ("EIR")  was  prepared  for  Calaveras  Dam 
Replacement  Project  (CDRP);  and 

WHEREAS,  The  Final  EIR  (FEIR)  was  certified  by  the  Planning  Commission  on  January 
27,  2011,  by  Motion  No.  17992;  and 

WHEREAS,  On  January  27,  2011,  the  San  Francisco  Public  Utilities  Commission 
(SFPUC),  by  Resolution  No.  11-0015,  approved  the  Calaveras  Dam  Replacement  Project 
(CDRP)  and  adopted  findings  (CEQA  findings)  and  a  Mitigation  Monitoring  and  Reporting 
Program  (MMRP)  required  by  the  California  Environmental  Quality  Act  (CEQA);  and 

WHEREAS,  On  March  15,  2011,  the  San  Francisco  Board  of  Supervisors,  by  Resolution 
No.  131-11,  adopted  additional  CEQA  findings  for  the  Calaveras  Dam  Replacement  Project, 
including  approval  of  implementation  of  the  Habitat  Compensation  Sites;  and 

WHEREAS,  The  Project  files,  including  the  FEIR  and  SFPUC  Resolution  No.  11-0015 
have  been  made  available  for  review  by  the  SFPUC  and  die  public,  and  those  files  are  part  of  the 
record  before  this  Commission;  and 

WHEREAS,  the  Commission  has  reviewed  and  considered  the  information  contained  in 
the  FEIR  and  the  findings  contained  in  SFPUC  Resolution  No.  11-0015  and  all  written  and  oral 
information  provided  by  the  Planning  Department,  the  public,  relevant  public  agencies,  SFPUC 
and  other  experts  and  the  admmistrative  files  for  the  Project;  and 

WHEREAS,  Cost  modifications  approved  to  date  for  this  construction  contract  amount  to 
$853,525,  pending  change  orders  amount  to  $171,555,  potential  change  orders  amount  to 
$394,117,  trends  amount  to  $855,000,  and  the  original  10%  contingency  amount  is  $1,294,740; 
and 

WHEREAS,  These  change  orders  and  trends,  if  converted  to  approved  change  orders, 
would  exceed  the  pre-approved  10%  construction  cost  contingency,  and 


WHEREAS,  An  increase  in  the  contract  cost  contingency  in  the  amount  of  $979,457  is 
requested,  subject  to  the  General  Manager's  subsequent  authorization  of  modifications,  if 
appropriate;  and 

WHEREAS,  The  need  for  additional  funding  was  accounted  for  in  the  revised  budget 
recently  approved  by  the  Commission  as  part  of  the  March  2013  Revised  WSIP.  The  additional 
construction  contract  cost  requested  will  therefore  be  included  in  the  project  budget  following 
approval  of  the  Supplemental  Appropriation  to  be  presented  to  the  Board  of  Supervisors  later  in 
May;  and 

WHEREAS,  Contract  Monitoring  Division  (CMD)  subcontracting  goals  of  13%  Local 
Business  Enterprise  (LBE)  participation  was  originally  established  for  this  construction  contract; 
and 

WHEREAS,  The  17.83%  LBE  participation  goal,  as  submitted  at  the  tune  of  bid,  has 
been  committed  by  the  Contractor;  now,  therefore,  be  it 

RESOLVED,  This  Commission  has  reviewed  and  considered  the  FEIR,  and  finds  that  the 
FEIR  is  adequate  for  its  use  as  the  decision-making  body  for  the  action  taken  herein  to  award  this 
increase  of  the  construction  contract  cost  contingency  and  incorporates  the  CEQA  findings 
contained  in  Board  of  Supervisor  Resolution  No.  131-11  [including  the  Statement  of  Overriding 
Considerations]  by  this  reference  thereto  as  though  set  forth  in  this  Resolution;  and  be  it 

FURTHER  RESOLVED,  The  Commission  further  finds  that  since  the  FEIR  was 
finalized,  there  have  been  no  substantial  project  changes  and  no  substantial  changes  in  project 
circumstances  that  would  require  major  revisions  to  the  FEIR  due  to  the  involvement  of  new 
significant  environmental  effects  or  an  increase  in  the  severity  of  previously  identified  significant 
impacts,  and  there  is  no  new  information  of  substantial  importance  that  would  change  the 
conclusions  set  forth  in  the  FEIR;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  an  increase  to  the 
existing  contract  cost  contingency  in  the  amount  of  $979,457  for  the  Water  Enterprise,  WSIP  - 
funded  Construction  Contract  WD-2652  Bioregional  Habitat  Restoration  -  San  Antonio  Creek, 
for  a  total  cost  contingency  amount  of  $2,274, 1 97 ;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  die  General  Manager 
or  his  designee  to  consider,  and  if  appropriate,  to  approve  fixture  modifications  to  the  contract 
amount  for  up  to  $15,221,597. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  14,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 

Resolution  No.  13-0070 

WHEREAS,  the  2009  Water  Supply  Agreement  was  approved  by  Commission  Resolution 
No.  09-0069  on  April  28,  2009  and  was  approved  by  all  wholesale  customers  with  an  effective 
date  of  July  1,2009;  and 

WHEREAS,  as  required  by  WSA  section  6.03.A,  notice  of  the  proposed  adjustment  was 
sent  to  all  wholesale  customers  on  April  10'''2013,  and  a  public  hearing  was  held  on  May  14, 
2013  to  review  a  Schedule  for  Recovery  of  the  Wholesale  Revenue  Requirement  for  water  sales 
to  Wholesale  Customers  during  FY  2013-14,  a  copy  of  said  Water  Supply  Agreement  and 
Schedule  W-25  Wholesale  Use  With  Long  Term  Contract  being  on  file  with  the  Secretary  of  the 
Commission,  and  incorporated  in  this  resolution  by  reference;  and 

WHEREAS,  the  Commission  approved  the  2009  Water  Supply  Agreement  after  reviewing 
the  Final  Program  Environmental  Impact  Report  for  the  Water  System  Improvement  Program, 
and  adopted  and  incorporated  by  reference  the  California  Environmental  Quality  Act  (CEQA) 
fmdings  contained  in  Commission  in  Resolution  No.  08-0200  dated  October  30,  2008,  and  made 
additional  findings  pursuant  to  CEQA;  and 

WHEREAS,  the  Commission  is  required  to  follow  the  rate  setting  methodology 
established  in  the  Water  Supply  Agreement,  and  acts  in  a  ministerial  capacity  in  setting  the 
resultant  wholesale  water  rate,  and  the  Commission's  action  in  determining  the  Wholesale 
Revenue  Requirement  is  therefore  not  a  "project"  for  purposes  of  CEQA;  and 

WHEREAS,  the  Commission's  determinations  of  the  Wholesale  Revenue  Requirement  is 
statutorily  excluded  from  the  CEQA  under  Section  15273  of  the  CEQA  Guidelines  because  the 
Commission  is  securing  revenue  for  purposes  of  meeting  estimated  FY  2013-14  Regional 
operating  and  capital  costs  consistent  with  Article  5  of  the  2009  Water  Supply  Agreement, 
including:  (1)  employee  wages  and  fringe  benefits;  (2)  purchasing  or  leasing  supplies,  equipment 
or  materials;  (3)  meeting  financial  reserve  needs  and  requirements;  and  (4)  obtaining  funds  for 
capital  projects  necessary  to  maintain  service  within  the  Commission's  existing  water  service 
area;  now,  therefore,  be  it 

RESOLVED,  this  Commission  determmes  that  a  decrease  in  the  volumetric  rate  for  the 
Wholesale  Customers  is  required  and  hereby  adopts  a  16.4%  decrease,  effective  July  1,  2013,  as 
enumerated  in  said  Schedule  W-25  which  shall  be  uniform  to  the  nearest  dollar  on  service 
charges,  and  establishes  a  $2.45  per  100  cubic  feet  commodity  charge,  for  all  water  delivered  to 
the  Wholesale  Customers;  and  be  it 

FURTHER  RESOLVED,  this  Conmiission  hereby  adopts  an  Untreated  Wholesale  Water 
Rate  Discount  Factor,  effective  July  1,  2013,  as  enumerated  in  said  Schedule  W-25  which  shall  be 
tmiform  to  the  nearest  dollar  on  service  charges,  and  establishes  a  $0.27  per  100  cubic  feet  rate 
discount  factor,  for  all  untreated  water  delivered  to  the  Coastside  County  Water  District;  and  be  it 

FURTHER  RESOLVED,  this  Commission  hereby  adopts  a  revision  to  Schedule  W-44  to 
apply  the  currently  existing  Late  Payment  Penalty  to  Wholesale  Customers. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  14,  2013. 


mi^  vj(4^/....- 


Secretary,  Public  Utilities  Commission 


San  Francisco 
Water  w^.k.. 

Services  of  the  San  Francisco  Public  Utilities  ComnrMSsion 


San  Francisco  public  utilities  Commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 


AGENDA 
Tuesday,  May  28,  2013 

1:30  P.M. 
1  Dr.  Carlton  B.  Good  left  Place 
City  Hall,  Room  400 
San  Francisco,  OA  94102 


Commissioners 

Art  Torres,  President 
Vince  Courtney,  Vice  President 
Ann  Moller  Caen 
Francesca  Vietor 
Anson  Moran 


Harlan  L.  Kelly,  Jr. 

General  Manager 

Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  www.sfwater.orq 
Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.qranicus.comA/iewPublisher.php7view  id=22 


Disability  Access 


The  Public  Utilities  Commission  meeting  will  be  held  in  Room  400,  at  One  1  Dr.  Carlton  B.  Goodlett 
Place,  (400  Van  Ness  Avenue),  San  Francisco,  CA.  The  closest  accessible  BART  Station  is  the 
Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  Lines  serving  this 
location  are:  Muni  Metro  lines  J  Church,  K  Ingleside,  L  Taraval,  M  Oceanview,  N  Judah  and  T  Third 
at  Van  Ness  and  Civic  Center  Stations;  F  Market  Line;  and  bus  routes  19  Polk,  47  Van  Ness,  49 
Mission  Van  Ness,  5  Fulton,  6  Parnassus,  21  Hays,  9  San  Bruno,  9L  San  Bruno  Limited,  71  Haight 
Noriega  and  71 L  Noriega  Limited.  For  more  information  about  MUNI  accessible  services  call  (415) 
701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been 
designated  on  the  Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility- 
impaired  persons.  There  is  accessible  parking  available  within  the  Civic  Center  Underground 
Parking  Garage  at  the  corner  of  McAllister  and  Polk  Streets,  and  within  the  Performing  Arts  Parking 
Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain 
meeting  materials  in  alternative  format,  please  contact  Donna  Hood  at  (415)  554-3165,  or  by 
emailing  dhood(a)sfwater.orq.  Providing  at  least  72  hours  notice  will  help  to  ensure  availability. 

To  assist  the  City's  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses, 
multiple  chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that 
other  attendees  may  be  sensitive  to  various  chemical  based  products.  Please  help  the  City 
accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance 
(Chapter  67  of  the  San  Francisco  Administrative  Code) 

Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public. 
Commissions,  boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the 
people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the  people  and 
that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under  the 
Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  the  Sunshine  Ordinance  Task 
Force,  City  Hall,  Room  409,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102-4683  at 
Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554-7854;  E-mail:  sotf(a)sfqov.orq.  Copies  of  the 
Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San  Francisco 
Public  Library  and  on  the  City's  website  at  www.sfqov.orq. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are 
prohibited  at  this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the  meeting 
room  of  any  person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar 
sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements 

Individuals  and  entities  that  influence  or  attempt  to  influence  local  legislative  or  administrative  action 
may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF  Campaign  &  Governmental  Conduct 
Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information  about  the  Lobbyist 
Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue,  Suite 
220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-31 12;  web  site  at 
www.sfqov.orq/ethics. 


ORDER  OF  BUSINESS: 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  Minutes  of  May  14,  2013. 

4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within  the 
Commission's  jurisdiction  and  are  not  on  today's  agenda. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Hetch  Hetchy  Capital  Improvement  Programs  Quarterly  Report 

d)  Wastewater  Enterprise  Capital  Improvement  Program  Quarterly  Report 

e)  Climate  Action  Plan  Annual  Report 

6.  Other  Commission  Business 

7.  Report  of  the  General  Manager 

•  SSIP  Update  (Kubick) 

•  Urban  Watershed  Management  Program  Update  (Minick) 

•  2013  Summer  Youth  Workforce  Program  Update  (Ellis) 

8.  BAWSCA  Report  (Jensen) 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney 
where  applicable. 

Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
525  Golden  Gate  Avenue,  13'"  Floor,  San  Francisco,  CA  94102,  Telephone:  (415)  554- 
3165,  Fax:  (415)  554-3424. 


9.   All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by 
a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these 
items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which  event 
the  matter  will  be  removed  from  the  Calendar  and  considered  as  a  separate  item. 

a)      Approve  the  selection  of  Geotechnical  Consultants  Inc.,  and  award  Agreement 
\    CS-302,  Auxiliary  Water  Supply  System  (AWSS)  Cisterns,  Geotechnical 


CONSENT  CALENDAR 


Engineering  Services,  to  provide  geoteclinical  engineering  services  for  the 
design  and  construction  of  cisterns  for  the  San  Francisco  AWSS;  and  authorize 
the  General  Manager  to  negotiate  and  execute  a  professional  services 
agreement  with  Geotechnical  Consultants  Inc.  for  an  amount  not-to-exceed 
$500,000,  and  with  a  duration  of  five  years.  (Ritchie) 

b)  Approve  Amendment  No.  2  to  Agreement  CS-930R,  High-Efficiency  Direct 
Toilet  Installation  Program,  with  Southwest  Environmental,  to  continue  providing 

CO     efficiency  audit,  purchase,  and  installation  services  of  high  efficiency  toilets  for 
San  Francisco  Public  Utilities  Commission  customers;  and  autliorize  the 
General  Manager  to  execute  this  no-cost,  time  extension,  extending  tfie 
«^     agreement  duration  by  two  years  and  six  months,  for  a  total  agreement 
duration  of  seven  years  and  six  months.  (Ritchie) 

c)  Approve  IVIodification  No.  1  to  JOC-36,  Lighting  Efficiency  (C-10)  and  Upgrade 
^       Services  for  San  Francisco  /Peninsula/East  Bay  Areas,  with  Enlight  Energy 

^       Efficient  Lighting  to  accomplish  lighting  efficiency/lighting  retrofit  work  in  San 
Q       Francisco  City  facilities,  for  a  time  extension  of  three  years  for  a  total  duration 
CO       of  five  years,  with  no  cost  increase.  This  contract  modification  is  needed  to 
accomplish  lighting  efficiency  work  in  City  department  buildings  and  multiple 
street  lights  throughout  the  City.  (Hale) 

d)  Accept  work  performed  by  R  &  W  Concrete  for  Contract  WD-2623,  Harding 
Park  Recycled  Water  Project;  Approve  Modification  No.  8  (Final)  to  reconcile 

if3     payment  items  to  reflect  actual  quantities  used  under  unit  price  and  allowance 
^      bid  items,  decreasing  the  contract  by  $240,1 1 3,  for  a  total  contract  amount  of 
CD      $5,377,039,  and  with  a  time  extension  of  183  consecutive  calendar  days  for  a 


CO 


total  contract  duration  of  700  consecutive  calendar  days;  and  authorize  final 
payment  to  the  contractor.  (Ritchie) 


^     Approve  the  plans  and  specifications,  and  award  Contract  WD-2682,  8-inch 
Ductile  Iron  Pipe  Main  Installation  on  25""  Street,  Noe  Street,  Hoffman  Avenue, 
and  Douglass  Street,  in  the  amount  of  $1,378,304  to  the  lowest,  qualified, 
responsible  and  responsive  bidder,  Hernandez  Engineering.  (Ritchie) 


f)       Accept  work  performed  by  M  Squared  Construction  for  Contract  WW-433, 
Buchanan/Pierce/Filbert/Sacramento  Streets  and  Marina  Boulevard  Sewer 
Replacement;  Approve  Modification  No.  1  (Final),  decreasing  the  contract  by 
$141,036,  to  account  for  actual  costs  of  labor  and  materials  required  to  complete 
the  work  under  bid  item  allowances,  for  a  total  contract  amount  of  $1 ,649,964  (of 
which  $1 ,234,71 6  is  funded  by  the  WWE  R&R  Program,  and  $41 5,249  is  funded 
^       by  the  DPW  Paving  Program),  and  with  a  time  extension  of  32  consecutive 
CO       calendar  days,  for  a  total  contract  duration  of  230  consecutive  calendar  days; 
and  authorize  final  payment  to  the  contractor.  (Moala) 


g)      Approve  Modification  No.  1  to  Contract  WW-499,  Downtown  District  Sewer 
CO        Replacement  and  Pavement  Renovation,  with  Shaw  Pipelines,  Inc.,  for  a  time- 

only  extension  of  68  consecutive  calendar  days  for  a  total  contract  duration  of 
^       237  consecutive  calendar  days.  This  modification  for  time  is  due  to  the  City's 
CO        Holiday  construction  moratorium  and  a  street  closure  at  the  project  location  for 

an  event  conducted  by  the  Asian  Art  Museum.  (Moala) 

Accept  work  performed  by  Cal  State  Constructors  for  Contract  WW-51 5, 
f>-       Southeast  Plant  Northside  Facility  Reliability  Upgrades  Phase  I,  for  a  total 
"=>       contract  amount  of  $7,842,322,  and  with  a  total  contract  duration  of  587 
^       consecutive  calendar  days;  and  authorize  final  payment  to  the  contractor. 
th  (Moala) 

Accept  work  performed  by  LC  General  Engineering  &  Construction  Inc.,  for 
^      Contract  WW-533,  Wastewater  Facility  Lighting  Efficiency  Improvements  North 
^      Point,  Oceanside  &  Bruce  Flynn  Facilities,  for  a  total  contract  amount  of 
oo      $746,776,  and  with  a  total  contract  duration  of  302  consecutive  calendar  days; 

and  authorize  final  payment  to  the  contractor.  (Moala) 

^j)       Accept  work  performed  by  J.  Flores  Construction  for  Contract  WW-540,  Spot 
o         Sewer  Repair  Contract,  for  a  total  contract  amount  of  $4,1 09,932.71 ,  and  with 
a  total  contract  duration  of  239  consecutive  calendar  days;  and  authorize  final 
payment  to  the  contractor.  (Moala) 


CO 


k)      Approve  the  plans  and  specifications,  and  award  Contract  WW-545,  16th/21st/ 
24th/25th  Avenues  and  Cabrillo/California  Streets  Sewer  Replacement  and 
2        Pavement  Renovation,  in  the  amount  of  $3,960,31 1  (of  which  $2,941 ,856  is 
funded  by  WWE  and  $1 ,018,454  is  funded  by  DPW),  to  the  lowest,  qualified, 
responsible  and  responsive  bidder,  Shaw  Pipelines,  Inc.,  to  replace  the  existing 
sewer  and  renovate  the  existing  street  pavement  on  the  subject  streets  in  the 
City  of  San  Francisco.  (Moala) 


o 

CO 


col)       Approve  the  plans  and  specifications,  and  award  Contract  WW-548,  Avila/Bay/ 
Beach/Chestnut/Francisco/  Jefferson/Scott  Streets  and  Capra  Way  Sewer 
Replacement,  in  the  amount  of  $2,459,995,  to  the  lowest,  qualified,  responsible 
^        and  responsive  bidder,  D'Arcy  &  Harty,  to  replace  the  existing  sewers  on  the 
subject  streets  in  the  City  of  San  Francisco.  (Moala) 


oo 

o 


m)     Approve  the  plans  and  specifications,  and  award  Contract  WW-567,  As- 
Needed  Spot  Sewer  Repair,  for  a  total  contract  amount  not  to  exceed 
$6,944,815,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  J.  Flores 
Construction,  Inc.,  to  repair  existing  sewer  piping,  on  an  as-needed  basis,  at 
^        locations  to  be  determined  throughout  San  Francisco.  (Moala) 


oo 
o 


n)      Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to 
execute  and  issue  a  revocable  five-year  license  to  the  Sunol  Glen  Unified 
School  District,  to  use  approximately  0.374  acres  of  SFPUC  property,  located  at 
^    the  Northeast  corner  of  Main  Street  and  Niles  Canyon  Road  in  the  Town  of 


Sunol,  for  automobile  and  bus  parking,  and  for  a  bus  turnaround,  with  no  user  fee 
or  processing  fee.  The  License  will  replace  an  existing  Non-Revenue  Pernnit 
issued  to  the  Sunol  Glen  Unified  School  District  on  April  1,  1973  (1973  Permit). 

(Russell) 

REGULAR  BUSINESS 

10.  Approve  the  selection  of  Brown  and  Caldwell  to  provide  planning  and 

CO    engineering  services  for  Agreement  CS-235,  Southeast  Plant  Biosolids  Digester 
°o    Facilities  Project;  and  authorize  the  General  Manager  to  negotiate  and  execute 
<— >    a  professional  services  agreement  with  Brown  and  Caldwell  for  an  amount  not- 
to-exceed  $80,000,000,  and  with  a  duration  not-to-exceed  10  years,  subject  to 
the  Board  of  Supervisors  approval,  pursuant  to  Charter  Section  9.1 18.  (Cruz) 

1 1 .  Authorize  the  General  Manger  to  solicit  applications,  negotiate  and  execute 
approximately  five  to  10  grant  agreements  with  selected  local  community 

oo  based  non-profit  organizations  for  a  cumulative  amount  not-to-exceed 

^  $150,000  with  a  duration  of  6  months  per  agreement.  These  grants  will 

CO  support  disadvantaged  San  Francisco  high  school  youth  who  will  engage  over 

^  the  summer  in  SFPUC  project-based  service  learning  opportunities.  (Ellis) 

12.  Adopt  Findings  pursuant  to  the  California  Environmental  Quality  Act;  Approve 
the  terms  and  conditions;  and  authorize  the  General  Manager  to  execute,  upon 
approval  by  the  Board  of  Supervisors,  pursuant  to  Charter  Section  9.1 18,  the  first 
amendment  to  the  Quarry  Lease  dated  March  29,  2010  between  the  San 

C30     Francisco  Public  Utilities  Commission  (SFPUC)  and  Oliver  de  Silva,  Inc.,  for 
g     property  located  adjacent  to  Calaveras  Road  in  the  Sunol  Valley,  Alameda 
CD     County.  The  Revised  Lease,  among  other  things,  confirms  City's  consent  to  the 
^     terms  and  conditions  of  the  revised  mining  permit  to  be  issued  by  Alameda 

County  and  the  Parties'  agreements  regarding  expanded  mining  and  processing 
operations.  The  Revised  Lease  is  consistent  with  the  expectation  of  the  Parties 
under  the  original  2010  Lease,  and  does  not  revise  the  rent  structure  of  the 
Lease,  though  the  Amendment  does  provide  for  the  expansion  of  mining 
activities  which  will  have  a  positive  impact  toward  meeting  SFPUC  water  storage 
objectives  as  well  as  on  the  total  sum  of  royalties  paid  to  the  SFPUC.  (Russell) 

Associated  Documents: 

•  First  Amendment  to  Quarry  Lease  and  Exhibits  A-K 

•  City  Planning  Memorandum  of  Concurrence  with  SFPUC  Bureau  of 
Environmental  Management  Determination 

•  Attachment  A:  CEQA  Responsible  Agency  Findings  and  MMRP 

•  Alameda  County  Approval  Documents  for  Revised  SMP-30 

•  Draft  Environmental  Impact  Report  and  Technical  Appendices 

•  Final  Environmental  Impact  Report 


13. 


Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 


14.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 
listed  below  as  Conference  with  Legal  Counsel. 

CLOSED  SESSION 

9  The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

15.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9(d)(3)  and  San  Francisco  Administrative  Code  Section  67.10  (d) 
(2).  (Mueller) 

Anticipated  Litigation  -  As  Plaintiff 

16.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1).  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A1 27554  /  Date  Filed:  January  29,  2010 

17.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 
Section  54957  and  San  Francisco  Administrative  Code  67.10(a)  (Barrett) 

Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 
and  Power  Systems. 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

18.  Announcement  following  Closed  Session. 

19.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

20.  Other  new  business. 
ADJOURNMENT 


San  Francisco 
Water  Power  Sewer 

Services  of  the  San  Francisco  Public  Utilities  Commission 


The  Public  Hearing  on  this  matter  will  not  be  held  at  the  SFPUC  meeting  on  May  28, 
2013. 

As  stated  in  this  Notice,  this  matter  may  be  scheduled  for  Public  Hearing  at  the  regularly 
scheduled  meeting  of  the  San  Francisco  Public  Utilities  Commission  on  June  11,  2013 

Please  go  to  www.sfwater.ora  to  view  the  Commission  agenda  notices.  An  updated 
agenda  notice  will  be  posted  at  least  72  hours  in  advance  of  the  meeting. 


NOTICE  OF  PUBLIC  HEARINGS 


NOTICE  OF  PUBLIC  HEARINGS  Tuesday,  April  23,  2013-  1 :30  PM  City 
Hall,  Room  400,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102,  at 
a  Regular  Meeting  of  the  SAN  FRANCISCO  PUBLIC  UTILITIES 
COMMISSION,  and  if  necessary,  Tuesday,  May  14,  2013  -  1:30  PM  City  Hall, 
Room  400,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102,  at  a 
Regular  Meeting  of  the  SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION, 
and  if  necessary,  Tuesday,  May  28,  2013  -  1:30  PM  City  Hall,  Room  400,  1 
Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102,  at  a  Regular 
Meeting  of  the  SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION,  and  if 
necessary,  Tuesday,  June  11,  2013  -  1:30  PM  City  Hall,  Room  400,  1  Dr. 
Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102,  at  a  Regular  Meeting  of 
the  SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION:  Public  Hearing, 
discussion  and  possible  action  to  adopt  schedules  of  electric  rates  and 
charges  for  customers  of  the  San  Francisco  Public  Utilities  Commission 
(SFPUC)  for  phase  one  of  the  CleanPowerSF  Community  Choice  Aggregation 
Program  for  renewable  power  procurement  within  San  Francisco.  The  detailed 
agenda  and  related  files  will  be  available  at  least  72  hours  before  the 
scheduled  meetings  at  the  SFPUC  website  www.sfwater.ora.  or  by  calling 
(415)  554-3165. 
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1.  Call  to  Order 

President  Torres  called  the  meeting  to  order  at  1:36  PM 

2.  Roll  Call 

Present:  Torres,  Caen,  Vietor  and  Moran 
Commissioner  Courtney  arrived  at  1:39  PM 

3.  Approval  of  Minutes  of  May  14,  2013 

On  Motion  to  Approve  the  Minutes  of  May  14,  2013 
AYES:  Torres,  Courtney,  Caen,  Vietor  and  Moran 

4.  Public  Comments 

•  Dr.  Espanola  Jackson  discussed  action  by  the  Southeast  Facility  Commission  of 
their  support  for  the  digesters  project  and  asked  if  new  sewage  pipes  will  be 
installed  before  the  digesters  are  built.  She  expressed  her  concerns  over  non- 
profits in  the  community. 

•  Mr.  Francisco  DaCosta  asked  the  Commission  to  have  ethics  and  morals  and  do 
the  right  thing. 

•  Mr.  Robert  Woods  expressed  his  concerns  with  non-profits  in  the  Bayview  and 
questioned  who  they  are  and  what  they  are  doing.  He  would  like  those 
organizations  to  come  before  the  Southeast  Facility  Commission. 

•  Female  speaker  provided  her  thoughts  on  a  variety  of  subjects. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Hetch  Hetchy  Capital  Improvement  Programs  Quarterly  Report 

d)  Wastewater  Enterprise  Capital  Improvement  Program  Quarterly  Report 

e)  Climate  Action  Plan  Annual  Report 

Commissioner  Moran  requested  that  the  Hetch  Hetchy  Quarterly  Report  be 
calendared  as  a  discussion  item  at  the  next  submission,  rather  than  as  a 
communication. 

Commissioner  Caen  questioned  the  "red  circled"  items  on  the  Hetch  Hetchy 
Quarterly  Report.  Mr.  Ritchie  indicated  the  projects  are  being  monitored  and  will  be 
corrected. 

Public  Comments 

•   Mr.  Francisco  DaCosta  expressed  his  difficulty  with  accessing  the  link  to  the 
Hetch  Hetchy  Capital  Improvement  Programs  Quarterly  Report 

6.  Other  Commission  Business 
None. 
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7.  Report  of  the  General  Manager 

General  Manager  Harlan  L  Kelly,  Jr.,  introduced  Ms.  Chandra  Lawrence  who 
provided  a  presentation  of  artwork  submitted  by  the  winners  and  runners-up  of  the 
2013  SFPUC  Using  Water  Wisely  Illustration  Contest.  She  announced  the  winners' 
names  and  introduced  Ms.  Ariolanne  Ubas,  Sixth  Grade  winner  and  her  family,  who 
were  in  attendance. 

•   Sewer  System  Improvement  Program  (SSIP)  Update 

Mr.  Karen  Kubick,  SSIP  Director,  provided  an  SSIP  update  and  discussed  active 
construction  projects,  including  the  oxygen  plant,  dewatering  facility,  and  roof 
repairs.  She  touched  on  the  Biosolids  Digester  Facilities  Project,  Central  Bayside 
System  Improvement  Project,  Urban  Watershed  Assessments,  and  Early 
Implementation  Projects,  including  the  Wiggle  Neighborhood  Coordinator 
(Channel),  Mission/Valencia  Green  Gateway  (Islais  Creek),  and  Chinatown 
Green  Alley  (North  Shore),  Sunset,  Richmond,  Lake  Merced,  and  Sunnydale 
Watersheds,  and  Upper  Yosemite  Creek  Daylighting.  Ms.  Kubick  then  discussed 
the  Triple  Bottom  Line  Analysis,  the  Risk  Management  Plan,  and  Community 
Outreach  efforts,  including  the  distribution  of  materials  in  multiple  languages. 

In  response  to  a  question  from  Commissioner  Courtney  regarding  efforts  to  scour 
neighborhoods  to  get  the  word  out,  Ms.  Kubick  indicated  there  is  a  dedicated 
communications  staff  assigned  to  work  with  neighborhood  groups,  on  social 
media,  and  to  walk  the  neighborhoods  to  inform  and  engage  the  public  regarding 
the  SSIP.  Commissioner  Courtney  reiterated  his  request  for  a  list  of 
neighborhood  groups. 

Commissioner  Vietor  asked  about  early  implementation  projects  and  about  timing 
of  the  projects.  Ms.  Kubick  detailed  the  current  proposed  timeline,  and  stated  she 
will  provide  the  Commission  with  detailed  information  on  June  1  f^. 

Discussion  ensued  on  the  projects,  timeline,  reasons  for  delays,  the  early 
implementation  process,  and  hydraulic  modeling.  Commissioner  Vietor  asked  for 
additional  information  on  what  other  cities  are  doing  with  hydraulic  modeling.  A 
workshop  will  be  arranged  at  a  future  meeting  on  this  topic. 

Public  Comments 

•  Dr.  Espanola  Jackson  stated  that  there  many  Pacific  Islanders  and 
Russians  in  the  Bayview  who  do  not  speak  English  and  that  information 
needs  to  be  provided  in  their  languages. 

•  Mr.  Francisco  DaCosta  asked  if  water  near  outfalls  is  being  tested  and  if  so, 
where  reports  could  be  found. 

•  Commissioner  LeBlanc,  Southeast  Community  Facility  Commission,  stated 
that  the  Commission  will  be  sending  a  formal  letter  in  support  of  the  SSIP 
planning  and  design  engineering  contract  for  the  Biosolids  Digester  Project. 
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•  Urban  Watershed  Management  Program  Update 

Mr.  Brian  Henderson,  Acting  Assistant  General  Manager,  Wastewater  Enterprise, 
introduced  Ms.  Saraii  Minicl<,  who  provided  an  update  on  ttie  Urban  Watershed 
Management  Program.  Ms.  Minicl<  reviewed  the  2010  Stormwater  Management 
Ordinance  and  the  Stormwater  Design  Guidelines,  which  is  the  implementing 
document  for  the  Ordinance.  She  touched  on  the  Program  goals  and  the  multi- 
faceted  approach  to  reaching  those  goals.  She  briefly  discussed  the  Program's 
benefits  since  implementation  and  noted  upcoming  challenges  and  opportunities. 
Ms.  Minick  thanked  staff  who  worked  on  the  Program. 

In  response  to  a  question  from  Commissioner  Vietor,  Ms.  Minick  stated  that  it  is 
becoming  difficult  for  staff  to  review  all  the  Projects  given  current  staffing  levels, 
and  she  hopes  that  in  the  next  budget  cycle  additional  staff  can  be  added.  She 
noted  they  are  looking  at  the  green  jobs  piece  of  the  Program.  Commissioner 
Vietor  asked  for  additional  information  on  jobs  and  the  economic  opportunity/ 
benefit  of  the  Program. 

Commissioner  Moran  asked  about  the  monitoring  and  measurement  that  is 
occurring  and  asked  staff  to  think  of  opportunities  for  monitoring.  Discussion 
ensued  on  pilot  projects  and  how  the  Program  ties  into  the  SSIP. 

Public  Comments 

•  Mr.  Francisco  DaCosta  stated  evaluation  is  important  and  data  is  needed. 

•  2013  Summer  Youth  Workforce  Program  Update 

Ms.  Juliet  Ellis,  Assistant  General  Manager,  External  Affairs,  provided  a  brief 
update  of  the  SFPUC  Summer  Youth  Program,  including  youth  employment 
funding  and  strategy,  expanding  current  program  investments,  new  partnerships 
with  local  non-profits,  project-based  learning  grants,  common  core  elements,  and 
next  steps. 

Public  Comments 

•  Mr.  Francisco  DaCosta  noted  the  need  for  career  opportunities  for  youth. 

•  Mr.  Robert  Woods  expressed  his  concerns  with  the  lack  of  funding  for 
various  organizations  and  asked  that  they  be  fully  funded. 

•  Mr.  Shamann  Walton,  Executive  Director,  Young  Community  Developers, 
stated  his  organization  is  part  of  the  SSIP  internship  program  and  he  looks 
fon/vard  to  additional  opportunities  for  youth  employment. 

•  Dr.  Espanola  Jackson  expressed  her  desire  that  more  grant  funding  be 
provided  to  agencies  in  the  Bayview. 

Commissioner  Vietor  suggested  that  interested  parties  submit  names  of  organizations 
or  individuals  who  are  qualified  to  submit  their  RFP  related  to  Item  1 1  to  the 
Commission  Secretary,  as  well  as  names  of  those  who  need  outreach  for  the  SSIP. 
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8.  BAWSCA  Report 

Mr.  Art  Jensen,  BAWSCA,  stated  that  they  celebrated  their  10  year  anniversary  and 
thanked  SFPUC  staff  and  Commissioner  Moran  for  their  attendance. 

9.  Consent  Calendar 

a)  Approve  the  selection  of  Geotechnical  Consultants  Inc.,  and  award  Agreement 
CS-302,  Auxiliary  Water  Supply  System  (AWSS)  Cisterns,  Geotechnical 
Engineering  Services,  to  provide  geotechnical  engineering  services  for  the 
design  and  construction  of  cisterns  for  the  San  Francisco  AWSS;  and  authorize 
the  General  Manager  to  negotiate  and  execute  a  professional  services 
agreement  with  Geotechnical  Consultants  Inc.  for  an  amount  not-to-exceed 
$500,000,  and  with  a  duration  of  five  years. 

Item  9a  was  be  pulled  from  the  Consent  Calendar  at  the  request  of  staff 

b)  Approve  Amendment  No.  2  to  Agreement  CS-930R,  High-Efficiency  Direct  Toilet 
Installation  Program,  with  Southwest  Environmental,  to  continue  providing 
efficiency  audit,  purchase,  and  installation  services  of  high  efficiency  toilets  for 
San  Francisco  Public  Utilities  Commission  customers;  and  authorize  the  General 
Manager  to  execute  this  no-cost,  time  extension,  extending  the  agreement 
duration  by  two  years  and  six  months,  for  a  total  agreement  duration  of  seven 
years  and  six  months.  (Resolution  13-0073) 

c)  Approve  Modification  No.  1  to  JOC-36,  Lighting  Efficiency  (C-10)  and  Upgrade 
Services  for  San  Francisco  /Peninsula/East  Bay  Areas,  with  Enlight  Energy 
Efficient  Lighting  to  accomplish  lighting  efficiency/lighting  retrofit  work  in  San 
Francisco  City  facilities,  for  a  time  extension  of  three  years  for  a  total  duration  of 
five  years,  with  no  cost  increase.  This  contract  modification  is  needed  to 
accomplish  lighting  efficiency  work  in  City  department  buildings  and  multiple 
street  lights  throughout  the  City.  (Resolution  13-0074) 

d)  Accept  work  performed  by  R  &  W  Concrete  for  Contract  WD-2623,  Harding  Park 
Recycled  Water  Project;  Approve  Modification  No.  8  (Final)  to  reconcile  payment 
items  to  reflect  actual  quantities  used  under  unit  price  and  allowance  bid  items, 
decreasing  the  contract  by  $240,1 13,  for  a  total  contract  amount  of  $5,377,039, 
and  with  a  time  extension  of  183  consecutive  calendar  days  for  a  total  contract 
duration  of  700  consecutive  calendar  days;  and  authorize  final  payment  to  the 
contractor.  (Resolutioni 3-0075) 

e)  Approve  the  plans  and  specifications,  and  award  Contract  WD-2682,  8-inch 
Ductile  Iron  Pipe  Main  Installation  on  25'"  Street,  Noe  Street,  Hoffman  Avenue, 
and  Douglass  Street,  in  the  amount  of  $1 ,378,304  to  the  lowest,  qualified, 
responsible  and  responsive  bidder,  Hernandez  Engineering.  (Resolution  13- 
0076) 
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f)  Accept  work  performed  by  M  Squared  Construction  for  Contract  WW-433, 
Buchanan/Pierce/Filbert/Sacramento  Streets  and  Marina  Boulevard  Sewer 
Replacement;  Approve  Modification  No.  1  (Final),  decreasing  the  contract  by 
$141 ,036,  to  account  for  actual  costs  of  labor  and  materials  required  to  complete 
the  work  under  bid  item  allowances,  for  a  total  contract  amount  of  $1 ,649,964  (of 
which  $1 ,234,71 6  is  funded  by  the  WWE  R&R  Program,  and  $41 5,249  is  funded 
by  the  DPW  Paving  Program),  and  with  a  time  extension  of  32  consecutive 
calendar  days,  for  a  total  contract  duration  of  230  consecutive  calendar  days; 
and  authorize  final  payment  to  the  contractor.  (Resolution  13-0077) 

g)  Approve  Modification  No.  1  to  Contract  WW-499,  Downtown  District  Sewer 
Replacement  and  Pavement  Renovation,  with  Shaw  Pipelines,  Inc.,  for  a  time- 
only  extension  of  68  consecutive  calendar  days  for  a  total  contract  duration  of 
237  consecutive  calendar  days.  This  modification  for  time  is  due  to  the  City's 
Holiday  construction  moratorium  and  a  street  closure  at  the  project  location  for 
an  event  conducted  by  the  Asian  Art  Museum.  (Resolution  13-0078) 

h)  Accept  work  performed  by  Cal  State  Constructors  for  Contract  WW-51 5, 
Southeast  Plant  Northside  Facility  Reliability  Upgrades  Phase  I,  for  a  total 
contract  amount  of  $7,842,322,  and  with  a  total  contract  duration  of  587 
consecutive  calendar  days;  and  authorize  final  payment  to  the  contractor. 
(Resolution  13-0079) 

1)       Accept  work  performed  by  LC  General  Engineering  &  Construction  Inc.,  for 

Contract  WW-533,  Wastewater  Facility  Lighting  Efficiency  Improvements  North 
Point,  Oceanside  &  Bruce  Flynn  Facilities,  for  a  total  contract  amount  of 
$746,776,  and  with  a  total  contract  duration  of  302  consecutive  calendar  days; 
and  authorize  final  payment  to  the  contractor.  (Resolution  13-0080) 

j)       Accept  work  performed  by  J.  Flores  Construction  for  Contract  WW-540,  Spot 
Sewer  Repair  Contract,  for  a  total  contract  amount  of  $4,109,932.71 ,  and  with  a 
total  contract  duration  of  239  consecutive  calendar  days;  and  authorize  final 
payment  to  the  contractor.  (Resolution  13-0081) 

k)      Approve  the  plans  and  specifications,  and  award  Contract  WW-545,  1 6th/21  st/ 
24th/25th  Avenues  and  Cabrillo/California  Streets  Sewer  Replacement  and 
Pavement  Renovation,  in  the  amount  of  $3,960,31 1  (of  which  $2,941 ,856  is 
funded  by  WWE  and  $1 ,018,454  is  funded  by  DPW),  to  the  lowest,  qualified, 
responsible  and  responsive  bidder,  Shaw  Pipelines,  Inc.,  to  replace  the  existing 
sewer  and  renovate  the  existing  street  pavement  on  the  subject  streets  in  the 
City  of  San  Francisco.  (Resolution  13-0082) 

I)       Approve  the  plans  and  specifications,  and  award  Contract  WW-548,  Avila/Bay/ 
Beach/Chestnut/Francisco/  Jefferson/Scott  Streets  and  Capra  Way  Sewer 
Replacement,  in  the  amount  of  $2,459,995,  to  the  lowest,  qualified,  responsible 
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and  responsive  bidder,  D'Arcy  &  Harty,  to  replace  tlie  existing  sewers  on  tlie 
subject  streets  in  tlie  City  of  San  Francisco.  (Resolution  13-0083) 

m)     Approve  the  plans  and  specifications,  and  award  Contract  WW-567,  As-Needed 
Spot  Sewer  Repair,  for  a  total  contract  amount  not  to  exceed  $6,944,815,  to  the 
lowest,  qualified,  responsible  and  responsive  bidder,  J.  Flores  Construction,  Inc., 
to  repair  existing  sewer  piping,  on  an  as-needed  basis,  at  locations  to  be 
determined  throughout  San  Francisco.  (Resolution  13-0084) 

n)      Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to  execute 
and  issue  a  revocable  five-year  license  to  the  Sunol  Glen  Unified  School  District, 
to  use  approximately  0.374  acres  of  SFPUC  property,  located  at  the  Northeast 
corner  of  Main  Street  and  Niles  Canyon  Road  in  the  Town  of  Sunol,  for 
automobile  and  bus  parking,  and  for  a  bus  turnaround,  with  no  user  fee  or 
processing  fee.  The  License  will  replace  an  existing  Non-Revenue  Permit  issued 
to  the  Sunol  Glen  Unified  School  District  on  April  1 ,  1 973.  (Resolution  13-0085) 

Public  Comments 
None. 

10.     Approve  the  selection  of  Brown  and  Caldwell  to  provide  planning  and 

engineering  services  for  Agreement  CS-235,  Southeast  Plant  Biosolids  Digester 
Facilities  Project;  and  authorize  the  General  Manager  to  negotiate  and  execute  a 
professional  services  agreement  with  Brown  and  Caldwell  for  an  amount  not-to- 
exceed  $80,000,000,  and  with  a  duration  not-to-exceed  10  years,  subject  to  the 
Board  of  Supervisors  approval,  pursuant  to  Charter  Section  9.1 18.  (Resolution 
13-0086) 

Mr.  Emilio  Cruz,  Assistant  General  Manager,  Infrastructure,  provided  a  brief 
introduction  of  the  item. 

Public  Comments 

•  Mr.  Francisco  DaCosta  expressed  pleasure  that  the  project  will  move  forward 
and  thanked  Dr.  Espanola  Jackson  for  her  work. 

•  Mr.  Shawn  Smith,  Carpenters  Local  22,  stated  that  the  Carpenters  want  to  see 
the  project  move  fonA/ard. 

•  Mr.  Robert  Woods  expressed  his  concerns  with  the  amount  of  Community 
Benefit  that  is  being  offered. 

General  Manager  Kelly,  Jr.,  clarified  the  amount  of  Community  Benefits  that  have 
been  provided  by  all  of  the  consultants  exceeds  the  $10M  over  10  years  and 
noted  that  contribution  is  a  piece  of  the  benefits  provided.  Commissioner  Vietor 
provided  a  brief  background  of  the  Community  Benefits  policy  that  was  passed 
by  the  Commission  and  commended  all  of  the  contributions. 
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•  Mr.  Jesus  Villalobos,  Local  261,  stated  they  support  the  project. 

•  Commissioner  LeBlanc,  Southeast  Community  Facility  Commission,  noted  that 
the  Commission  will  be  sending  a  formal  letter  in  support  of  the  project. 

•  Female  speaker  provided  her  thoughts  on  a  variety  of  subjects. 

•  Dr.  Espanola  Jackson  expressed  here  encouraged  support  for  the  project. 

1 1 .  Authorize  the  General  Manger  to  solicit  applications,  negotiate  and  execute 
approximately  five  to  10  grant  agreements  with  selected  local  community  based 
non-profit  organizations  for  a  cumulative  amount  not-to-exceed  $150,000  with  a 
duration  of  6  months  per  agreement.  These  grants  will  support  disadvantaged 
San  Francisco  high  school  youth  who  will  engage  over  the  summer  in  SFPUC 
project-based  service  learning  opportunities.  (Resolution  13-0087) 

Public  Comments 

•  Ms.  Angelica  Cabande,  South  of  Market  Community  Action  Network,  expressed 
her  support  of  the  grant  programs. 

1 2.  Adopt  Findings  pursuant  to  the  California  Environmental  Quality  Act;  Approve  the 
terms  and  conditions;  and  authorize  the  General  Manager  to  execute,  upon 
approval  by  the  Board  of  Supervisors,  pursuant  to  Charter  Section  9.1 18,  the  first 
amendment  to  the  Quarry  Lease  dated  March  29,  2010  between  the  San 
Francisco  Public  Utilities  Commission  (SFPUC)  and  Oliver  de  Silva,  Inc.,  for 
property  located  adjacent  to  Calaveras  Road  in  the  Sunol  Valley,  Alameda 
County.  The  Revised  Lease,  among  other  things,  confirms  City's  consent  to  the 
terms  and  conditions  of  the  revised  mining  permit  to  be  issued  by  Alameda 
County  and  the  Parties'  agreements  regarding  expanded  mining  and  processing 
operations.  The  Revised  Lease  is  consistent  with  the  expectation  of  the  Parties 
under  the  original  2010  Lease,  and  does  not  revise  the  rent  structure  of  the 
Lease,  though  the  Amendment  does  provide  for  the  expansion  of  mining 
activities  which  will  have  a  positive  impact  toward  meeting  SFPUC  water  storage 
objectives  as  well  as  on  the  total  sum  of  royalties  paid  to  the  SFPUC.  (Resolution 
13-0088) 

Mr.  Tony  Bartow,  SFPUC,  provided  a  brief  background  and  review  of  the  item. 
Public  Comments 

•  Mr.  Jeff  Miller,  Alameda  Creek  Alliance  and  Center  for  Biological  Reform, 
expressed  support  for  the  item  and  encouraged  its  passing. 

•  Mr  Jim  O'Laughlin,  Save  our  Sunol,  expressed  support  for  the  lease  revision 
and  noted  that  the  Sunol  community  was  pleased  with  the  process  and 
outcome. 

Commissioner  Caen  noted  that  there  is  a  long  history  with  the  item  and  is 
pleased  with  the  conclusion  that  has  been  reached. 
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13.  Public  Comments  on  matters  to  be  discussed  in  Closed  Session 
None. 

14.  Motion  on  whether  to  assert  the  attorney-client  privilege  recardinq  the  matters 
listed  below  as  Conference  with  Legal  Counsel 

On  Motion  to  ASSERT 

Ayes:  Torres,  Courtney,  Caen,  Vietor  and  Moran 

CLOSED  SESSION 

15.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9  (d)(3)  and  San  Francisco  Administrative  Code  Section  67.10  (d) 
(2). 

Anticipated  Litigation  -  As  Plaintiff 

1 6.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10 
(cl)(1). 

Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A1 27554  /  Date  Filed:  January  29,  2010 

17.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 
Section  54957  and  San  Francisco  Administrative  Code  67.10(a) 

Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 
and  Power  Systems. 

Commissioner  Vietor  left  tlie  meeting  at  4:00  PIVI. 

18.  Announcement  following  Closed  Session 

President  Torres  announced  that  no  action  was  tal<en  in  closed  session. 

19.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 
On  IVIotion  NOT  to  Disclose 

AYES:  Torres,  Courtney,  Caen,  and  Moran 

20.  Other  new  business 

Commissioner  Courtney  requested  that  staff  provide  an  update  on  the  Sunol  Golf 
Course.  Deputy  City  Attorney  Ambrose  noted  that  it  will  be  scheduled  for  Closed 
Session,  as  it  is  a  potential  litigation  matter. 

President  Torres  adjourned  the  meeting  at  4:05  PM 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  13-0073 


WHEREAS,  On  August  11,  2009,  this  Conunission  entered  into  Agreement  No.  CS- 
930R,  the  High  Efficiency  Toilet  Direct  Install  Program,  with  Southwest  Environmental,  and 
authorized  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  to  execute  an 
agreement  in  the  amount  of  $1,700,000  for  a  term  of  two  years  and  ten  months  to  provide  water 
efficiency  audits  and  to  purchase  and  install  high  efficiency  toilets  (HET)  for  SFPUC  customers; 
and 

WHEREAS  Amendment  No.  1  was  issued  for  $3,600,000  to  continue  providing  HET 
installation  services  to  customers,  including  low-income  customers  participating  in  die  SFPUC's 
Community  Assistance  program.  In  addition  to  direct  installation  services  the  contract  provides 
for  the  distribution  of  vouchers  for  high  efficiency  toilets  to  replace  older,  inefficient  models  in 
properties  as  identified  by  the  SFPUC;  and 

WHEREAS  Amendment  No.  1  increased  the  total  not-to-exceed  agreement  amount  by 
$3,600,000  for  a  total  not-to-exceed  amount  of  $5,300,000  and  extended  the  agreement  term  by 
one  (1)  year  extendmg  the  agreement  through  June  30,  2013;  and 

WHEREAS  Amendment  No.  2  is  being  requested  for  a  no-cost  time  extension  of  two 
years  and  six  months  extending  the  agreement  duration  through  December  30,  2015  to  allow  for 
the  continued  administration  of  the  program  to  customers;  and 

WHEREAS,  This  contract  has  been  partially  funded  with  federal  and  state  grant  funds 
($200,000  from  the  U.S.  Bureau  of  Reclamation  (USER)  and  $1,063,000  from  the  California 
Department  of  Water  Resources  (DWR),  thus  the  Local  Business  Enterprise  (LBE)  provisions  of 
Chapter  14B  were  not  applicable  to  this  project;  nevertheless,  .the  contractor.  Southwest 
Environmental,  is  in  compliance  with  the  City's  Chapter  12B  (Equal  Benefits)  requirements;  and 

WHEREAS,  Funds  for  this  agreement  are  already  encumbered  and  available  from  the 
Water  Conservation  Operating  Budget  (470703);  now,  dierefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  2  for  Agreement 
No.  CS-930R,  High  Efficiency  Toilet  Direct  Install  Program  with  Southwest  Environmental,  and 
authorizes  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  to  execute  this 
amendment,  extending  the  agreement  duration  by  two  years  and  six  months,  for  a  total 
agreement  duration  of  seven  years  and  six  months. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  28,  2013. 

f)((!07\iux.  XJlrcrl^  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  13-0074 


WHEREAS,  On  May  10,  2011,  per  Resolution  No.  11-0058,  this  Commission  approved 
the  award  of  Contract  No.  JOC-36,  Job  Order  Contract,  Lighting  Efficiency  (C-10)  and  Upgrade 
Services  for  San  Francisco  /Peninsula/East  Bay  Areas,  with  Enlight  Energy  Efficient  Lifting., 
to  perform  lighting  efficiency  upgrades  in  City  owned  municipal  facilities;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  June  20 
2011; and 

WHEREAS,  The  original  contract  amount  was  for  $3,000,000  and  the  original  contract 
duration  was  730  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  is  being  requested  for  three  consecutive  calendar  years 
to  accomplish  lighting  efficiency  work  at  City  buildings,  museums,  garages  and  streets, 
increasing  the  contract  duration  to  five  consecutive  calendar  years.;  and 

WHEREAS,  Contract  Monitoring  Division  subcontracting  goals  of  8%  Local  Business 
Enterprise  participation  were  originally  established  for  this  construction  contract;  and 

WHEREAS,  Under  the  delegation  agreement  between  the  San  Francisco  Planning 
Department  and  the  SFPUC,  the  Bureau  of  Environmental  Management  determined  die  activities 
that  were  previously  authorized  under  the  subject  contract  did  not  meet  the  definition  of  a 
"project"  under  the  California  Environmental  Quality  Act  (CEQA),  and  CEQA  Guidelines 
Section  15378.  The  Bureau  of  Environmental  Management  determined  the  Main  Library 
lighting  controls  and  lamp  replacement  (August  6,  2011),  Seventh  Street  lighting  retrofit  (May 
26,  2011),  25  Van  Ness  Avenue  lighting  efficiency  improvements  (May  26,  2011),  101  Grove 
Street  Lighting  Upgrades  (April  24,  2013)  did  not  meet  the  defmition  of  a  "project".  For  future 
task  orders  authorized  pursuant  to  JOC  36,  no  task  order  will  be  issued  until  environmental 
review  has  been  completed,  and,  excluding  those  task  orders  determined  to  be  exempt  under 
CEQA,  until  the  Commission  has  an  opportunity  to  review  the  environmental  analysis  and  take 
action  if  deemed  appropriate  ;  and 

WHEREAS,  Funding  is  available  from  San  Francisco  Public  Utilities  Commission, 
Power  Enterprise  Funds  or  capital  funds  from  other  departments  when  Task  Orders  are  issued; 
now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Modification  No.  1  to  Contract  No. 
JOC-36,  Job  Order  Contract,  Lighting  Efficiency  (C-10)  and  Upgrade  Services  for  San  Francisco 
/Peninsula/East  Bay  Areas,  with  Enlight  Energy  Efficient  Lighting,  with  a  time  extension  of 
three  consecutive  calendar  years  for  a  total  contract  duration  of  five  consecutive  calendar  years. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  28,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0075 


WHEREAS,  Construction  has  been  completed  for  Water  Enterprise,  Water  System 
Improvement  Program  (WSIP)-fimded  Contract  No.  WD-2623,  Harding  Park  Recycled  Water 
Project,  by  the  contractor,  R  &  W  Concrete;  and 

WHEREAS,  On  September  14,  2010,  by  Resolution  No.  10-0155,  this  Commission 
awarded  Contract  No.  WD-2623,  Harding  Park  Recycled  Water  Project,  in  the  amount  of 
$5,251,100,  to  the  lowest,  qualified  responsible  and  responsive  bidder,  R  &  W  Concrete;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  November  17, 
2010,  with  an  origmal  schedule  of  517  consecutive  calendar  days  and  the  contract  work  was 
completed  in  700  consecutive  calendar  days  on  October  16,  2012;  and 

WHEREAS,  The  original  contract  amount  was  for  $5,251,100  and  the  original  contract 
duration  was  517  consecutive  calendar  days;  and 

WHEREAS,  Modification  Nos.  1  thru  7  were  issued  for  $366,052  to  address  unforeseen 
site  conditions,  changes  to  the  recycled  water  pipeline  alignments,  additional  paving  and  street 
restoration,  additional  security  fencing,  and  various  additional  mechanical,  electrical,  and 
irrigation  changes,  and  increased  the  contract  amount  to  $5,617,152;  and 

WHEREAS,  Modification  No.  8  (Final)  is  being  requested  for  ($240,113)  to  reconcile 
payment  items  to  reflect  actual  quantities  used  under  unit  price  and  allowance  bid  items,  will 
decrease  the  contract  amount  to  $5,377,039,  and  increase  the  contract  duration  by  183 
consecutive  calendar  days;  and 

WHEREAS,  The  contractor  exceeded  the  established  Contract  Monitoring  Division 
subcontracting  goal  of  15%  Local  Business  Enterprise  (LBE)  participation,  by  utilizing  a  project 
total  LBE  participation  of  18.5%;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW30204,  Harding  Park  Recycled 
Water  Project  and  SF  Recreation  and  Parks  Department,  Project  Code  CRPHIR/HPIROl,  Index 
Code  RECGOLFCPIRG;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  for  Water 
Enterprise,  WSIP-ftmded  Contract  No.  WD-2623,  Harding  Park  Recycled  Water  Project, 
approves  Modification  No.  8  (Final),  decreasing  the  contract  by  $240,113,  for  a  total  contract 
amount  of  $5,377,039,  and  with  a  tune  extension  of  183  consecutive  calendar  days  for  a  total 
contract  duration  of  700  consecutive  calendar  days;  and  authorizes  final  payment  to  the 
contractor,  R  &  W  Concrete. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  28,  2013. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  13-0076 


WHEREAS,  Water  Enterprise  Local  Conveyance/Distribution  System  Program-funded 
Contract  No.  WD-2682  8-inch  Ductile  Iron  Pipe  Main  Installation  on  25'''  Street,  Noe  Street, 
Hoffman  Avenue,  and  Douglass  Street  was  advertised  on  February  7,  2013;  and 

WHEREAS,  The  baseline  budget  amount  is  $1,415,000  and  the  Engineer's  Estimate  is 
$1,415,000  for  this  construction  contract  work  to  install  approximately  5,843  feet  of  ductile  iron 
pipe  and  ancillary  service  pipe;  and 

WHEREAS,  The  contract  duration  is  285  consecutive  calendar  days;  and 

WHEREAS,  Project  No.  CUW280PR06,  Contract  No.  WD-2682  8-inch  Ductile  ton 
Pipe  Main  Installation  on  25"*  Street,  Noe  Street,  Hoffman  Avenue,  and  Douglass  Street  was 
determined  to  be  categorically  exempt  as  a  Class  1  Categorical  Exemption  under  the  California 
Environmental  Quality  Act  (CEQA)  on  September  20,  2012;  and 

WHEREAS,  Seven  (7)  bids  were  received  and  opened  publicly  on  March  28,  2013;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  Hernandez  Engineering  as  the 
lowest,  qualified,  responsible  and  responsive  bidder;  and 

W^HEREAS,  A  CMD  subcontracting  goal  of  18%  Local  Business  Enterprise  participation 
has  been  established  for  this  contract;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW280PR06,  8-mch  Ductile  Iron 
Pipe  Main  Installation  on  25'^  Street,  Noe  Street,  Hoffman  Avenue,  and  Douglass  Street;  now, 
therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  Water  Enterprise  Local  Conveyance/Distribution  System  Program-funded  Contract  No. 
WD-2682,  8-inch  Ductile  Iron  Pipe  Main  Installation  on  25th  Street,  Noe  Street,  Hoffman 
Avenue,  and  Douglass  Street,  in  the  amount  of  $1,378,304,  to  the  lowest,  qualified,  responsible 
and  responsive  bidder,  Hernandez  Engineering. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  28,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


13-0077 


WHEREAS,  Construction  has  been  completed  for  Wastewater  Enterprise  (WWE), 
Renewal  and  Replacement  (R&R)  Program-funded  and  Department  of  Public  Works  (DPW) 
Pavement  Renovation  Program-funded  Contract  No.  WW-433, 
Buchanan/Pierce/Filbert/Sacramento  Streets  and  Marina  Boulevard  Sewer  Replacement;  and 

WHEREAS,  On  July  26,  2011,  by  Resolution  No.  11-0137,  this  Commission  awarded 
Contract  No.  WW-433,  Buchanan/Pierce/Filbert/Sacramento  Streets  and  Marina  Boulevard 
Sewer  Replacement,  in  the  amount  of  $1,791,000,  to  the  lowest,  qualified  responsible  and 
responsive  bidder,  M  Squared  Construction;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  September  19, 
2011,  with  an  original  schedule  of  198  consecutive  calendar  days  and  the  contract  work  was 
completed  in  230  consecutive  calendar  days  on  May  5,  2012;  and 

WHEREAS,  The  original  contract  amount  was  for  $1,791,000  and  the  original  contract 
duration  was  198  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  is  being  requested  for  ($141,036)  to  accoimt  for  actual 
costs  of  labor  and  materials  required  to  complete  the  work  under  bid  item  allowances,  and  will 
decrease  the  contract  amount  to  $1,649,964,  and  increase  the  contract  duration  by  32  consecutive 
calendar  days;  and 

WHEREAS,  The  contractor  has  made  a  good  faith  effort  to  comply  with  the  Contract 
Monitoring  Division  (CMD)  subcontracting  goal  of  17.87%  Local  Business  Enterprise  (LBE) 
participation  by  achieving  a  LBE  participation  of  19.53%;  and 

WHEREAS,  Funds  are  available  from  San  Francisco  Public  Utilities  Commission  Project 
No  CWWRNRCS29,  Buchanan/Pierce/Filbert/Sacramento  Streets  and  Marina  Boulevard  Sewer 
Replacement  and  DPW  Project  Nos.  CPB08ASR4840  and  CENTRNSRY438,  Marina  Boulevard 
Paving;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  for  WWE,  R&R 
Program-funded  and  DPW  Pavement  Renovation  Program-funded  Contract  No.  WW-433, 
Buchanan/Pierce/Filbert/  Sacramento  Streets  and  Marina  Boulevard  Sewer  Replacement; 
approves  Modification  No.  1  (Final),  decreasing  the  contract  by  $141,036,  for  a  total  contract 
amount  of  $1,649,964,  and  widi  a  time  extension  of  32  consecutive  calendar  days  for  a  total 
contract  duration  of  230  consecutive  calendar  days;  and  authorizes  fmal  payment  to  the 
contractor,  M  Squared  Construction. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  28,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  13-0078 


WHEREAS,  On  August  14,  2012,  per  Resolution  No.  12-0139,  this  Commission 
approved  the  award  of  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R) 
Program-funded  and  Department  of  Public  Works  (DPW)  Pavement  Renovation  Program- 
funded  Contract  No.  WW-499,  Downtown  District  Sewer  Replacement  and  Pavement 
Renovation,  to  Shaw  Pipelines  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  October  15, 
2012; and 

WHEREAS,  The  original  contract  amount  was  for  $2,206,786  and  the  original  contract 
duration  was  169  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  is  being  requested  for  a  time  extension  of  68 
consecutive  calendar  days  to  allow  for  additional  days  due  to  the  City's  Holiday  construction 
moratorium  and  a  street  closure  at  the  project  location  for  an  event  conducted  by  the  Asian  Art 
Museum,  extendmg  the  contract  duration  to  237  consecutive  calendar  days;  and 

WHEREAS,  Contract  Monitoring  Division  subcontracting  goals  of  22%  Local  Business 
Enterprise  participation  were  originally  established  for  this  construction  contract;  and 

WHEREAS,  Funds  are  available  from  PUC  Project  No.  CWWRNRCS06,  Downtown 
District  Sewer  Replacement  and  DPW  Project  No.  Project  No.  CPWTRNSR9C38,  Downtown 
DisUict  Pavement  Renovation;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Modification  No.  1  to  WWE,  R&R 
Program-funded  and  DPW  Pavement  Renovation  Program-funded  Contract  No.  WW-499, 
Downtown  District  Sewer  Replacement  and  Pavement  Renovation,  with  Shaw  Pipelines,  Inc.  for 
a  time  extension  of  68  consecutive  calendar  days  for  a  total  contract  duration  of  237  consecutive 
calendar  days. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  May  28,  2013 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


13-0079 


WHEREAS,  Construction  has  been  completed  for  Wastewater  Enterprise  (WWE), 
Capital  Improvement  Program  (ClP)-funded  Contract  No.  WW-515,  Southeast  Plant  Northside 
Facility  Reliability  Upgrades  Phase  I,  by  the  contractor,  Cal  State  Constructors;  and 

WHEREAS,  On  May  24,  2011,  by  Resolution  No.  11-076,  this  Commission  awarded 
Contract  No.  WW-515,  Southeast  Plant  Northside  Facility  Reliability  Upgrades  Phase  I,  in  the 
amount  of  $7,847,000,  to  the  lowest,  qualified  responsible  and  responsive  bidder,  Cal  State 
Constructors;  and 

WHEREAS,  The  construction  contract  Notice-To  Proceed  date  was  set  for  July  12,  2011, 
with  an  original  schedule  of  560  consecutive  calendar  days  and  the  contract  work  was  completed 
in  587  consecutive  calendar  days  on  February  17,  2013;  and 

WHEREAS,  The  original  contract  amount  was  for  $7,847,000  and  the  original  contract 
duration  was  560  consecutive  calendar  days;  and 

WHEREAS,  Modification  Nos.  1-9  were  issued  to  modify  the  pneumatic  actuator  for  the 
butterfly  valves;  delete  flight  return  tracks;  upgrade  hub  connections  to  light  fixtures  and  delete 
the  fiber  reinforced  plastic  dilution  fan;  add  allowance  for  unforeseen  work  in  buildings  040  and 
041;  modify  the  safety  handrail;  unforeseen  electrical  work,  and  reconciliation  of  allowance  bid 
items  for  ($4,678),  decreasing  the  total  contract  amount  to  $7,842,322  and  with  a  time  extension 
of  27  consecutive  calendar  days  for  a  final  contract  duration  of  587  consecutive  calendar  days; 
and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  determined  that  the  contractor 
exceeded  the  CMD  subcontracting  goal  of  17.2%  Local  Business  Enterprise  (LBE)  participation 
by  achieving  a  LBE  participation  of  20.76%;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CENMSCIC37  -  Southeast  Plant 
Northside  Facility  Reliability  Upgrades;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  Cal  State 
Constructors  for  WWE,  CIP-funded  Contract  No.  WW-515,  Southeast  Plant  Northside  Facility 
Reliability  Upgrades  Phase  I,  for  a  total  contract  amount  of  $7,842,322,  and  for  total  contract 
duration  of  587  consecutive  calendar  days;  and  authorizes  final  payment  to  the  contractor. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Pubiic  Utilities 
Commission  at  its  meeting  of  May  28,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0080 


WHEREAS,  Construction  has  been  completed  for  Wastewater  Enterprise  (WWE) 
Renewal  &  Replacement  (R&R)  Program-ftmded  Contract  No.  WW-533,  Wastewater  Facility 
Lighting  Efficiency  Improvements  North  Point,  Oceanside  &  Bruce  Flynn  Facilities,  by  the 
contractor,  LC  General  Engineering  &  Construction  Inc;  and 

WHEREAS,  On  October  25,  2011,  by  Resolution  No.  11-0179,  this  Commission 
awarded  Contract  No.  WW-533,  Wastewater  Facility  Lighting  Efficiency  Improvements  North 
Point,  Oceanside  &  Bruce  Flynn  FacUities,  in  the  amount  of  $594,133,  to  the  lowest,  qualified 
responsible  and  responsive  bidder,  LC  General  Engineering  &  Construction  Inc.;  and 

WHEREAS,  On  June  26,  2012,  by  Resolution  No.  12-0122,  this  Commission  adopted 
conditional  contract  contingency  cost  allowance  approval  to  a  total  contract  value  of  $850,000 
and  a  contingency  total  contract  time  extension  maximum  of  324  calendar  days;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  January  11, 
2012,  with  an  original  schedule  of  240  consecutive  calendar  days  and  the  contract  work  was 
completed  in  302  consecutive  calendar  days  on  December  7,  2012;  and 

WHEREAS,  The  original  contract  amount  was  for  $594,133  and  the  original  contract 
duration  was  240  consecutive  calendar  days;  and 

WHEREAS,  Modification  Nos.  1  through  3  were  issued  for  $152,643  to  account  for 
additional  work  as  a  result  of  unforeseen  field  conditions  based  on  variances  between  fixture 
mounting  installation  configuration  between  the  origmal  High  Intensity  Discharge  (HID)  and 
new  Light  Emitting  Diode  (LED)  type  lighting  fixtures  witiiin  a  classified  hazardous  Class  1 
Division  n  area,  increasing  the  total  contract  amount  to  $746,776,  with  a  time  extension  of  62 
consecutive  calendar  days,  extending  the  total  contract  duration  to  302  consecutive  calendar 
days;  and 

WHEREAS,  The  Contract  Monitoring  Division(CMD)  determined  that  the  contractor  has 
made  a  good  faith  effort  to  comply  with  the  CMD  subcontracting  goal  of  10%  Local  Business 
Enterprise  (LBE)  participation  by  achieving  a  LBE  participation  of  69.37%;  and 

WHEREAS,  Funds  are  available  from  witiim  the  project  CWWRNRTF17  Wastewater 
Facility  Lighting  Efficiency  Improvements,  North  Point,  Oceanside  &  Bruce  Flynn  Facilities; 
now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  LC  General 
Engineering  &  Construction  hic.  for  WWE  R&R  Program-funded  Contract  No.  WW-533, 
Wastewater  Facility  Lighting  Efficiency  Improvements,  North  Point,  Oceanside  &  Bruce  Flynn 
Facilities,  for  a  total  contract  amount  of  $746,776,  and  with  a  total  contract  duration  of  302 
consecutive  calendar  days;  and  authorizes  fimal  payment  to  the  contractor. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  28,  2013. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0081 


WHEREAS,  Construction  has  been  completed  for  Wastewater  Enterprise  (WWE), 
Capital  Improvement  Program-funded  (CIP)  Contract  No.  WW-540,  Spot  Sewer  Repair 
Contract,  by  the  contractor,  J.  Flores  Construction;  and 

WHEREAS,  On  March  13,  2012,  by  Resolution  No.  12-0040,  this  Commission  awarded 
Contract  No.  WW-540,  Spot  Sewer  Repair  Contract,  in  the  amount  of  $3,737,440,  to  the  lowest, 
qualified  responsible  and  responsive  bidder,  J.  Hores  Construction;  and 

WHEREAS,  The  construction  contract  Notice  To  Proceed  date  was  set  for  May  7,  2012, 
with  an  original  schedule  of  365  consecutive  calendar  days  and  the  contract  work  was  completed 
in  239  consecutive  calendar  days  on  December  3 1 ,  20 1 2 ;  and 

WHEREAS,  The  original  contract  amount  was  for  $3,737,440  and  the  original  contract 
duration  was  365  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  was  issued  for  $372,493  to  account  for  actual  costs  of 
labor  and  materials  required  to  complete  the  spot  sewer  repair  work  under  bid  item  allowances 
and  $11,380  to  install  sewer  piping  at  the  request  of  the  Recreation  and  Park  Department  at  the 
Helen  Diller  Playground  in  Dolores  Park  (this  work  was  fully  funded  by  the  Recreation  and  Park 
Department),  increasing  the  contract  amount  to  $4, 109,933 ;  and 

WHEREAS,  The  contractor  has  made  a  good  faith  effort  to  comply  with  the  Contract 
Monitoring  Division  (CMD)  subcontracting  goals  of  12.28%  Local  Business  Enterprise  (LBE) 
submitted  for  this  contract.  Due  to  a  reduction  in  the  Truckmg  scope  of  work  and  further 
subcontracting  to  both  LBE  and  non-LBE  trucking  firms,  the  LBE  Trucking  subcontractors 
participation  was  diminished  and  the  contractor  utilized  7.15%  LBE  participation;  and 

WHEREAS,  Funds  are  avaUable  from  PUC  Project  No.  CENMSCIC60,  Spot  Sewer 
Repair  Contract  and  Recreation  and  Park  Department  Project  No.  CRPNRVHDPGUW;  now, 
therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  J.  Flores 
Construction  for  WWE,  CIP-funded  Contract  No.  WW-540,  Spot  Sewer  Repair  Contract,  for  a 
total  contract  amount  of  $4,109,933,  and  with  a  total  contract  duration  of  239  consecutive 
calendar  days;  and  authorizes  final  payment  to  the  contractor. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  28,  2013. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  13-0082 


WHEREAS,  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R)  and 
Department  of  Public  Works  (DPW)  Pavement  Renovation  Program-flmded  Contract  No.  WW- 
545,  16th/21st/24th/25th  Avenues  and  Cabrillo/  California  Streets  Sewer  Replacement  and 
Pavement  Renovation  was  advertised  on  March  13,  2013;  and 

WHEREAS,  The  Engineer's  Estimate  is  $3,539,278  for  this  constaiction  contract  work  to 
replace  the  existing  sewer  and  renovate  the  existing  street  pavement  on  the  subject  streets;  and 

WHEREAS,  The  contract  duration  is  370  consecutive  calendar  days;  and 

WHEREAS,  On  February  11,  2013  the  Bureau  of  Environmental  Management 
determined  the  proposed  project  was  categorically  exempt  from  the  California  Environmental 
Quality  Act  under  Section  15302,  Class  2  and  on  February  13,  2013  the  Environmental  Review 
Officer  concurred  with  the  determination.  The  certificate  is  attached.  The  case  number  is: 
2013.0161E;  and 

WHEREAS,  Four  (4)  bids  were  received  and  opened  publicly  on  April  11,  2013;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  Shaw  Pipelines,  Inc.  as  the 
lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  CMD  subcontracting  goal  of  18%  Local  Business  Enterprise  participation 
has  been  established  for  this  contract;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  PUC  Project  No.  CWWRNRCS56, 
16th/21st/24th/25di  Avenues  and  Cabrillo/Califomia  Streets  Sewer  Replacement  and  DPW 
Project  No.  CSTR11SR90,  16th/21st/24th/25ai  Avenues  and  Cabrillo/Califomia  Streets 
Pavement  Renovation;  and 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications,  and 
awards  WWE  R&R  and  DPW  Pavement  Renovation  Program-funded  Contract  No.  WW-545, 
16th/21st/24th/25th  Avenues  and  Cabrillo/Califomia  Streets  Sewer  Replacement  and  Pavement 
Renovation,  in  the  amount  of  $3 ,960,3 11  (of  which  $2,941,856  is  funded  by  WWE  and 
$1,018,454  is  funded  by  DPW),  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Shaw 
Pipelines,  Inc. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  28,  2013. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  13-0083 


WHEREAS,  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R) 
Program-funded  Contract  No.  WW-548,  Avila/Bay/Beach/Chestnut/Francisco/Jefferson/  Scott 
Streets  and  Capra  Way  Sewer  Replacement  was  advertised  on  March  25,  2013;  and 

WHEREAS,  The  Engmeer's  Estimate  is  $2,570,700  for  this  construction  contract  work  to 
replace  the  existing  sewers  on  the  subject  streets  in  the  City  of  San  Francisco;  and 

WHEREAS,  The  contract  duration  is  270  consecutive  calendar  days;  and 

WHEREAS,  On  March  5,  2013  the  Bureau  of  Environmental  Management  determined 
the  proposed  project  was  statutorily  exempt  from  the  California  Environmental  Quality  Act 
under  Section  15282(k)  and  Public  Resources  Code  Section  21080.21  and  on  March  19,  2013  the 
San  Francisco  Plaiming  Department  Environmental  Review-  Officer  concurred  with  the 
determination;  and 

WHEREAS,  Four  (4)  bids  were  received  and  opened  publicly  on  April  18,  2013;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  D' Arcy  &.  Harty  as  the  lowest, 
qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  CMD  subcontracting  goal  of  17%  Local  Business  Enterprise  participation 
has  been  established  for  this  contract;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  die  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  die  date  of  die  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  m  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CWWRNRCS53,  Avila/Bay/Beach/ 
Chestnut/Francisco/  Jefferson/Scott  Streets  and  Capra  Way  Sewer  Replacement;  now,  therefore, 
be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and  awards 
WWE,  R«feR  Program-funded  Contract  No.  WW-548,  Avila/Bay/Beach/Chestout/ 
Francisco/Jefiferson/  Scott  Streets  and  Capra  Way  Sewer  Replacement,  in  the  amount  of 
$2,459,995,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  D'Arcy  &  Harty. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  28,  2013. 

 mmiA  \W,mJ.^  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  13-0084 


WHEREAS,  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R) 
Program-funded  Contract  No.  WW-567,  As-Needed  Spot  Sewer  Repair  was  advertised  on  March 
7,  2013;  and 

WHEREAS,  The  Engineer's  Estimate  is  $7,998,675  for  this  construction  contract  work  to 
repair  existing  sewer  piping,  on  an  as-needed  basis,  at  locations  to  be  determined  throughout  San 
Francisco;  and 

WHEREAS,  The  contract  duration  is  395  consecutive  calendar  days;  and 

WHEREAS,  On  March  5,  2013  the  Bureau  of  Environmental  Management  determined 
the  proposed  project  was  categorically  exempt  from  the  California  Environmental  Quality  Act 
under  Section  15301(b)  and  on  March  19,  2013  the  Environmental  Review  Officer  concurred 
with  the  determination.  The  Plaiming  Department  did  not  assign  a  case  number  to  this 
categorical  exemption;  and 

WHEREAS,  Three  (3)  bids  were  received  and  opened  publicly  on  April  11,  2013;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  J.  Flores  Construction,  Lie.  as 
the  lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  CMD  subcontracting  goal  of  10%  Local  Business  Enterprise  participation 
has  been  established  for  this  contract;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  die  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtam  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CWWRNRCS67,  Spot  Sewer  Repair; 

and 

RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications,  and 
awards  WWE,  R&R  Program-funded  Contract  No.  WW-567,  As-Needed  Spot  Sewer  Repair,  for 
a  total  contract  amount  not  to  exceed  $6,944,815,  to  the  lowest,  qualified,  responsible  and 
responsive  bidder,  J.  Flores  Construction,  Inc. 

/  hereby  certify  that  the  foregoing  resoiution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  28,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


13-0085 


WHEREAS,  The  City  and  County  of  San  Francisco,  under  the  jurisdiction  of  the  San 
Francisco  Public  Utilities  Commission  (SFPUC),  owns  approximately  0.374  acres  of  property 
located  at  the  northeast  comer  of  Main  Street  and  Niles  Canyon  Road  in  the  Town  of  Sunol 
(License  Area);  and 

WHEREAS,  The  SFPUC  issued  a  revocable  non-revenue  permit  to  the  Sunol  Glen 
Unified  School  District  on  April  1,  1973  (1973  Permit)  to  use  the  License  Area  for  bus  parking 
and  a  bus  tumaroimd;  and 

WHEREAS,  The  SFPUC  agreed  to  issue  the  Sunol  Glen  Unified  School  District  a  new 
revocable  five-year  license  (License)  without  any  use  or  processing  fee,  for  a  term  not  to  exceed 
five  years,  to  use  the  License  Area  for  automobile  parking,  including  school  buses,  and  as  a 
school  bus  turnaround;  and 

WHEREAS,  The  Sxmol  Glen  Unified  School  District  agreed  to  accept  such  terms  and 
conditions;  and 

WHEREAS,  The  SFPUC  adopted  the  Environmental  Justice  Policy  on  October  13,  2009, 
which  seeks  to  prevent,  mitigate,  and  lessen  disproportionate  environmental  impacts  of  SFPUC's 
activities  in  communities  where  the  SFPUC  operates;  and 

WHEREAS,  The  SFPUC  adopted  the  Community  Benefits  Policy  on  January  11,  2011, 
which  seeks  to  promote,  among  other  things,  educational  programming,  community  health,  and 
environmental  justice;  and 

WHEREAS,  On  April  9,  2013  the  SFPUC  Bureau  of  Envkonmental  Management 
determined  that  this  action  does  not  constitute  a  project  under  California  Environmental  Quality 
Act  Guidelines,  Section  15378,  because  there  would  be  no  physical  change  in  the  environment; 
now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  ratifies,  approves  and  authorizes  all  actions 
taken  by  any  City  official  in  connection  with  the  License;  and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  terms  and 
conditions  of  the  License  and  authorizes  the  General  Manager  of  the  SFPUC  to  execute  the 
License  in  substantially  the  same  form  presented  to  this  Commission,  and  to  make  such 
modifications  and  enter  into  such  amendments  to  the  License,  including  without  limitation,  the 
exhibits,  that  the  General  Manager  determmes,  in  consultation  with  the  City  Attorney  are  in  the 
best  interest  of  the  City;  do  not  materially  increase  the  obligations  or  liabilities  of  the  City  or 
materially  diminish  the  benefits  to  the  City;  are  necessary  or  advisable  to  effectuate  the  purposes 
and  intent  of  the  License  or  this  resolution;  and  are  in  compliance  with  all  applicable  laws, 
including  the  City  Charter. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  28,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  13-0086 


WHEREAS,  The  existing  digester  and  solids  handling  facilities  at  the  Southeast  Water 
Pollution  Control  Plant  (SEP)  represent  technology  developed  in  the  1940's  and  are  currently 
operating  well  beyond  their  useful  lives.  They  are  not  designed  to  withstand  the  maximum 
credible  design  earthquake.  The  Wastewater  Enterprise  recently  has  had  to  dedicate  significant 
resources  to  repairing  the  existing  digester  and  solids  handling  processes  to  keep  them  in 
operation  and  maintain  regulatory  compliance.  With  SEP  receiving  80%  of  the  City's 
wastewater/stormwater  flows,  the  failure  of  the  digestion  and/or  solids  handling  processes  would 
be  catastrophic.  The  City's  ability  to  treat  wastewater  would  be  compromised,  resulting  in  severe 
public  health,  safety,  regulatory,  and  environmental  impacts.  Thus,  the  SFPUC  audiorized  staff 
to  initiate  planning  and  engineering  analysis  for  the  proposed  improvements  to  the  Southeast 
Plant  Biosolids  Digester  facilities;  and 

WHEREAS,  Because  it  is  necessary  to  procure  the  services  of  qualified  wastewater 
engineering  team  to  provide  specialized  wastewater  and  biosolids  treatment  planning  and 
engineering  services  to  supplement  SFPUC  staff,  the  SFPUC  advertised  a  Request  for  Proposals 
(RFP)  for  the  Wastewater  Enterprise,  Sewer  System  Improvement  Program-funded  Agreement 
No.  CS-235,  Southeast  Plant  Biosolids  Digester  Facilities  Project  (BDFP)  on  April  1,  2013;  and 

WHEREAS,  The  estimated  cost  of  services  is  not  to  exceed  $80,000,000  and  services  are 
anticipated  to  begin  in  August  2013  and  end  in  August  2023,  and  the  duration  of  this  agreement 
is  not  to  exceed  10  years;  and 

WHEREAS,  The  proposal  was  advertised  on  April  1,  2013;  and 

WHEREAS,  SFPUC  received  a  sole  proposal  from  Brown  and  Caldwell  in  response  to 
the  Request  for  Proposals;  and 

WHEREAS,  SFPUC  staff  and  Contract  Monitoring  Division  (CMD)  has  confirmed  that 
Brown  and  Caldwell  met  the  minimum  qualifications  and  other  pre-award  requirements;  and 

WHEREAS,  SFPUC  staff  determined  that  Brown  and  Caldwell  is  imminently  qualified 
to  perform  the  services  identified  in  the  RFP  and  further  outreach,  re-advertising  or  modifying 
the  RFP  would  not  change  the  outcome  of  receiving  additional  proposals  and  in  fact  may  result 
in  a  detrimental  effect  to  the  proposed  BDFP  Project;  and 

WHEREAS,  A  Contract  Monitoring  Division  (CMD)  subconsulting  goal  of  10%  was 
established  for  this  project  and  Brown  and  Caldwell  has  committed  to  14%  Local  Business 
Enterprise  (LBE)  participation  (of  the  total  value  of  services  to  be  provided)  for  this  agreement; 
and 

WHEREAS,  Failure  to  reach  successful  agreement  on  contract  terms  and  conditions 
within  30  days  of  the  date  of  the  Commission  award  may  result  in  award  of  the  contract  to  the 
next  highest  ranked  proposer,  or  re-advertising  and  re-selecting  consultants  at  the  discretion  of 
the  City;  and 


WHEREAS,  The  firms  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Admmistrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may,  in  the  General  Manager's  sole 
discretion,  result  in  award  of  the  agreement  to  the  next  highest  ranked  proposer,  or  re-advertising 
and  re-selecting  consultants  at  the  discretion  of  the  City;  and 

WHEREAS,  The  RFP  solicited  services  for  two  phases  of  work:  Phase  1:  Planning  and 
Preliminary  Engineering  and  Phase  2:  Detailed  Design,  Procurement  and  Engineering 
Construction  Support.  Task  orders  and  expenditures  shall  be  limited  to  pre-construction  planning 
and  engineering  services  until  such  tune  as  die  Commission  reviews  and  considers  the 
environmental  analysis  for  the  proposed  BDFP,  determines  whether  or  not  to  approve  the 
proposed  BDFP  project,  and  makes  appropriate  findings,  all  in  compliance  with  the  California 
Environmental  Quality  Act  (CEQA),  the  CEQA  Guidelines,  and  Chapter  3 1  of  the.San  Francisco 
Administrative  Code.  The  Phase  2  work  will  be  dependent  on  the  construction  implementation 
strategy  and  project  delivery  methods  to  be  selected  by  the  SFPUC  in  Phase  1.  The  treatment 
processes  and  the  other  elements  of  the  proposed  BDFP  project  are  technically  complex  and 
interdependent,  and  must  ultimately  operate  as  an  efficient  system;  therefore,  it  is  essential  that 
die  planning  and  design  be  a  single  cohesive  effort  that  addresses  the  entire  project  from 
plaiming  through  facility  start-up,  should  the  Commission  approve  the  construction  of  the  BDFP; 
and 

WHEREAS,  Funds  for  diis  agreement  will  be  available  at  the  time  of  award  of  the 
agreement  from  Project  CWWSIPDP,  Biosolids  Digester  Project,  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  selection  of  Brown  and 
Caldwell  for  the  Wastewater  Enterprise,  Sewer  System  Improvement  Program-fimded 
Agreement  No.  CS-235,  Southeast  Plant  Biosolids  Digester  Facilities  Project,  to  provide 
planning  and  engineering  services,  and  authorizes  the  General  Manager  of  the  San  Francisco 
Public  Utilities  Commission  to  negotiate  and  execute  a  professional  services  agreement  with 
Brown  and  Caldwell  for  an  amount  not-to-exceed  $80,000,000,  and  with  a  duration  not-to- 
exceed  10  years,  subject  to  Board  of  Supervisors  approval,  pursuant  to  Charter  Section  9.118; 
provided,  however,  that  task  orders  and  expenditures  shall  be  limited  to  pre-construction 
planning  and  engineering  services  until  such  tune  as  the  Commission  reviews  and  considers  the 
environmental  analysis  for  die  proposed  BDFP,  determines  whether  or  not  to  approve  the 
proposed  BDFP  project,  and  makes  appropriate  findings,  all  in  compliance  with  CEQA,  the 
CEQA  Guidelines,  and  Chapter  31  of  the  San  Francisco  Administrative  Code. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  28,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  13-0087 


WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  budgeted  $718,682 
fionding  for  Youth  Employment  for  FY2012-13,  $150,000  of  which  has  not  been  allocated  to 
existing  youth  workforce  programs  and  partnerships;  and 

WHEREAS,  Project-based  learning  projects  will  expose  more  than  100  youth  to  careers 
and  concepts  related  to  water  conservation,  envu-onmental  stewardship,  and  the  mission  and 
work  of  the  SFPUC;  and 

WHEREAS,  SFPUC's  project-based  learning  strategy  will  expand  the  number  of  youth 
connected  to  paid  summer  opportunities  related  to  the  SFPUC,  while  reaching  out  to 
disadvantaged  youth  who  may  be  underrepresented  in  existing  programs;  and 

WHEREAS,  SFPUC  project-based  learning  services  will  leverage  existing  community- 
based  summer  youth  development  programs  that  provide  disadvantaged  high  school  youth  from 
San  Francisco  with  summer  work  opportunities;  and 

WHEREAS,  Funding  to  cover  the  cost  of  Youth  Employment  grants  will  be  available 
from  FY  2012-13  funding  widim  Wastewater,  Hetchy  Water,  and  Water  Enterprise  budgets; 
now,  therefore,  be  it 

RESOLVED,  That  this  Commission  authorizes  the  General  Manager  to  accept 
applications,  award,  negotiate  and  execute  agreements  witii  local  community  based  non-profit 
organizations  to  fund  approximately  five  to  10  grantees  to  provide  disadvantaged  high  school 
youth  from  San  Francisco  with  paid  project-based  learning  opportunities  for  a  cumulative 
amount  not-to-exceed  $150,000,  with  a  duration  of  6  months  per  agreement 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  May  28,  2013. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  13-0088 


WHEREAS,  The  City  and  County  of  San  Francisco  (City),  by  and  through  the  San  Francisco 
PubHc  Utilities  Commission  (SFPUC),  and  OHver  de  Silva,  Inc.  (ODS)  entered  into  that  certain  Quarry 
Lease  dated  March  29,  2010  (Lease)  for  Premises  comprised  of  the  Liitial  Premises  of  approximately 
308.5  acres,  located  adjacent  to  Calaveras  Road  in  the  Sunol  Valley,  Alameda  County;  and 

WHEREAS,  The  Lease  contemplated  that  ODS  would  apply  to  Alameda  County  to  secure  the 
necessary  approvals  for  the  expansion  of  mining  onto  an  adjacent  SFPUC  owned  58  acre  parcel 
(Expansion  Premises),  an  increase  in  the  permitted  mining  depth,  and  an  extension  of  the  permitted 
mining  term;  and 

WHEREAS,  The  Initial  Term  of  the  Lease  commenced  on  December  15,  2010;  and 

WHEREAS,  In  its  preparation  and  adoption  of  the  Sunol  Resources  Management  Element  of  the 
Alameda  Watershed  Management  Plan  in  September  2000,  the  SFPUC  weighed  the  competing  land  uses 
in  the  Sunol  Valley  area  and  selected,  as  a  preferred  alternative,  the  development  of  water  storage  assets 
at  this  strategically  important  jimcture  of  the  City's  water  system,  and  determined  that  the  mining  and 
reclamation  activities  contemplated  in  the  Lease  are  responsible  and  appropriate  vehicles  to  achieve  this 
water  storage  objective;  and 

WHEREAS,  Mining  of  the  Initial  Premises  is  presently  subject  to  the  terms  and  conditions  of  the 
existing  Surface  Mining  Permit  30  (Original  SMP  30),  which  permitted  the  original  operator,  Santa 
Clara  Sand  and  Gravel  Co.,  to  mine  the  Site  subject  to  the  terms  and  conditions  of  such  permit,  through 
its  current  expiration  date  of  June  1,  2021,  or  the  date  the  Site  is  finally  reclaimed,  whichever  comes 
first;  and 

WHEREAS,  As  provided  in  the  Lease,  ODS  applied  to  Alameda  County  for  the  transfer  of 
Original  SMP  30  from  the  prior  operator,  and  following  the  transfer,  submitted  an  application  for 
Revised  SMP  30  to  Alameda  County,  and  applied  for  and  pursued  the  required  environmental  review  for 
such  modifications  under  the  California  Environmental  Quality  Act  (CEQA),  the  state  Surface  Mining 
and  Reclamation  Act  (SMARA),  and  the  Alameda  County  Surface  Mining  Ordinance;  and 

WHEREAS,  On  July  16,  2012,  the  Alameda  County  Planning  Commission,  in  its  Resolution  No. 
12-14,  acting  as  lead  agency  imder  CEQA,  certified  the  Final  Environmental  Impact  Report  (FEIR)  for 
Revised  SMP  30,  adopted  CEQA  findings  and  a  Mitigation  Monitoring  and  Reporting  Program 
(MMRP),  and  approved  the  mining  and  reclamation  plan  as  proposed  in  the  Application  for  Revised 
SMP  30,  subject  to  certain  Conditions  of  Approval  set  forth  in  Revised  SMP  30.  No  appeal  was  filed 
from  the  certification  of  the  FEIR  or  the  approval  of  the  Revised  SMP  30  Project;  therefore,  the  matter 
was  not  heard  by,  nor  was  any  action  taken  by  the  Alameda  County  Board  of  Supervisors.  The  State 
Clearinghouse  Number  for  the  FEIR  is  20 11 10205 1;  and 

WHEREAS,  The  FEIR  identifies  mitigation  measures  to  reduce  both  permanent  and  temporary 
environmental  impacts  of  the  SMP  30  Project  to  less-than-significant  levels  and  the  Alameda  County 
Planning  Commission  has  approved  and  adopted  these  measures.  With  mitigation,  no  significant  and 
unavoidable  impacts  would  result  from  the  SMP  30  Project;  and  on  May  17,  2013,  the  envirormiental 
review  officer  concurred  with  the  Bureau  of  Environmental  Management  determination  under  CEQA 
Guidelines  Section  15091  and  15096(h);  and  the  Alameda  County  Planning  Conmiission  Findings;  and 

WHEREAS,  Revised  SMP  30  allows  for  the  mining  of  the  Expansion  Premises,  the  operation  of 
asphalt  and  ready  mix  plants,  approves  the  proposed  extended  operating  hours,  provides  for  mining  to  a 


minimum  depth  of  225  feet  and  up  to  approximately  400  feet,  and  approves  a  revised  reclamation  plan 
that  is  expected  ultimately  to  yield  a  water  storage  capacity  of  approximately  27,000  acre-feet  upon 
completion  of  mining  and  reclamation  activities;  and 

WHEREAS,  As  provided  in  the  Lease,  Commission  staff  and  ODS  have  engaged  Sunol  Valley 
stakeholders  in  discussions  concerning  the  environmental  impacts,  mitigation  measures,  stakeholder 
interests  and  conservation  programming  with  respect  to  ODS's  expanded  mining  activities  contemplated 
in  Revised  SMP  30;  and 

WHEREAS,  As  a  result  of  stakeholder  discussions  and  to  address  their  concerns,  ODS  entered 
into  a  conservation  agreement  with  the  Alameda  Creek  Alliance  and  the  Center  for  Biological  Diversity 
(Conservation  Agreement)  and  an  agreement  with  Save  Our  Sunol  (SOS),  which  together  call  for 
improvements  benefiting  Alameda  Creek  in  particular  and  the  Sunol  Valley  area  in  general;  and 

WHEREAS,  SOS  supports  the  Conservation  Agreement  and  supports  Revised  SMP  30;  and 

WHEREAS,  The  Lease  anticipates  that  in  connection  widi  City's  approval  of  Revised  SMP  30, 
ODS  and  SFPUC  would  agree  on  an  amendment  to  the  Lease  establishing  certain  terms  and  conditions 
regarding  the  restoration  of  Alameda  Creek,  establishing  a  schedule  for  the  performance  of  certain 
minimum  required  improvements,  confirming  the  extension  of  the  Lease  term  through  the  date  that  is 
the  expiration  date  of  Revised  SMP  30,  and  incorporating  into  the  Lease  certain  terms  and  conditions 
relevant  to  the  asphalt  or  ready  mix  plants  included  in  Revised  SMP  30  (the  Revised  Lease);  and 

WHEREAS,  The  Revised  SMP  30  Conditions  of  Approval  provide  that  execution  of  a  revised 
lease  for  Revised  SMP  30  by  and  between  ODS  and  City,  and  approval  of  the  Revised  Lease  by  die 
SFPUC  and  the  San  Francisco  Board  of  Supervisors,  are  conditions  to  the  effectiveness  of  the  Revised 
SMP  30;  and 

WHEREAS,  The  Revised  Lease  shall  serve  as  the  revised  lease  required  as  a  prerequisite  to  the 
effectiveness  of  Revised  SMP  30,  as  well  as  the  Required  Lease  Modification  and  Processing 
Amendment  contemplated  by  the  Lease  in  connection  with  Revised  SMP  30;  and 

WHEREAS,  The  SFPUC  intends  to  continue  temporary  use  of  part  of  the  Expansion  Premises  as 
a  staging  area  for  SFPUC's  contractors  in  connection  with  certain  proposed  water  system  improvement 
projects  in  Sunol  Valley  and  the  vicinity;  and 

WHEREAS,  The  Revised  Lease  provides,  among  other  matters,  that  if  SFPUC  requires  portions 
of  the  Expansion  Premises  for  construction  staging  after  December  3  L  2013,  the  General  Manager  of 
SFPUC  (the  "General  Manager)  and  ODS  shall  negotiate  in  good  faith  to  establish  an  allocation  of 
Expansion  Premises  space  between  ODS  and  SFPUC;  and 

WHEREAS,  As  result  of  the  good  faith  negotiations.  City  and  ODS  desire  to  amend  certain  of 
the  provisions  of  Section  2.3  of  the  Lease  regarding  City's  reservation  of  part  of  the  Expansion  Premises 
for  a  staging  area  for  SFPUC's  contractors;  now  therefore  be  it 

RESOLVED,  That  this  Commission  finds  that  since  the  Alameda  County  Plannmg  Commission 
approved  Revised  SMP  30  and  certified  the  related  Final  Environmental  Impact  Report  (FEIR),  there 
have  been  no  substantial  project  changes  and  no  substantial  changes  in  project  circumstances  that  would 
require  major  revisions  to  the  FEIR  due  to  the  involvement  of  new  significant  environmental  effects  or 
an  increase  in  the  severity  of  previously  identified  significant  impacts,  and  there  is  no  new  information 
of  substantial  importance  that  would  change  the  conclusions  set  forth  in  the  FEIR  certified  by  Alameda 
County,  which  is  sufficient  for  purposes  of  approving  the  Revised  Lease  by  the  SFPUC  in  its  capacity  as 
a  responsible  agency  under  CEQA;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  finds  and  adopts  the  responsible  agency 
findings  recited  in  Attachment  A  to  this  Resolution  as  required  under  CEQA  and  the  CEQA  Guidelines 


Section  15091  and  15096(h),  including  the  Mitigation  Monitoring  and  Reporting  Plan  (MMRP);  and  be 
it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  attached  Revised  Lease  and 
authorizes  the  General  Manager  of  the  SFPUC  to  forward  the  completed  Revised  Lease  to  the  Board  of 
Supervisors  for  its  consideration  as  required  by  City  Charter  Section  9.1 18;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  to  enter  into 
any  additions,  amendments  or  other  modifications  to  the  Revised  Lease  that  the  General  Manager,  in 
consultation  with  the  Commercial  Land  manager  and  the  City  Attorney,  determines  are  in  the  best 
interests  of  the  SFPUC  and  the  City,  do  not  materially  decrease  die  benefits  to  the  SFPUC  or  the  City, 
do  not  materially  increase  the  obligations  or  liabilities  of  die  SFPUC  or  the  City,  and  do  not  authorize 
the  performance  of  any  activities  witiiout  pursuing  all  required  regulatory  and  environmental  review  and 
approvals,  such  determination  to  be  conclusively  evidenced  by  the  execution  and  delivery  of  any  such 
additions,  amendments,  or  other  modifications;  and  be  it 

FURTHER  RESOLVED,  That  upon  approval  by  the  Board  of  Supervisors  this  Commission 
hereby  authorizes  and  directs  die  General  Manager  to  execute  the  Revised  Lease  on  behalf  of  the 
SFPUC. 


thereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  May  28,  2013.  » 


Secretary,  Public  Utilities  Commission 
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AGENDA 
Tuesday,  June  11,  2013 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
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Commissioners 

Art  Torres,  President 
Vince  Courtney,  Vice  President 
Ann  Moller  Caen 
Francesca  Vietor 
Anson  Moran 


Harlan  L.  Kelly,  Jr. 

General  Manager 


Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  www  sfwater.orq 
Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.qranlcus.comA/iewPublisher.php7view  id=22 


Disability  Access 


The  Public  Utilities  Commission  meeting  will  be  held  in  Room  400,  at  One  1  Dr.  Carlton  B.  Goodlett 
Place,  (400  Van  Ness  Avenue),  San  Francisco,  CA.  The  closest  accessible  BART  Station  is  the 
Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  Lines  serving  this 
location  are:  Muni  Metro  lines  J  Church,  K  Ingleside,  L  Taraval,  M  Oceanview,  N  Judah  and  T  Third 
at  Van  Ness  and  Civic  Center  Stations;  F  Market  Line;  and  bus  routes  19  Polk,  47  Van  Ness,  49 
Mission  Van  Ness,  5  Fulton,  6  Parnassus,  21  Hays,  9  San  Bruno,  9L  San  Bruno  Limited,  71  Haight 
Noriega  and  71 L  Noriega  Limited.  For  more  information  about  MUNI  accessible  services  call  (415) 
701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been 
designated  on  the  Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility- 
impaired  persons.  There  is  accessible  parking  available  within  the  Civic  Center  Underground 
Parking  Garage  at  the  corner  of  McAllister  and  Polk  Streets,  and  within  the  Performing  Arts  Parking 
Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain 
meeting  materials  in  alternative  format,  please  contact  Donna  Hood  at  (415)  554-3165,  or  by 
emailing  dhood(5)sfwater.orq.  Providing  at  least  72  hours  notice  will  help  to  ensure  availability. 

To  assist  the  City's  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses, 
multiple  chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that 
other  attendees  may  be  sensitive  to  various  chemical  based  products.  Please  help  the  City 
accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance 
(Chapter  67  of  the  San  Francisco  Administrative  Code) 

Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public. 
Commissions,  boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the 
people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the  people  and 
that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under  the 
Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  the  Sunshine  Ordinance  Task 
Force,  City  Hall,  Room  409,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102-4683  at 
Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554-7854;  E-mail:  sotf(a)sfqov.orq.  Copies  of  the 
Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San  Francisco 
Public  Library  and  on  the  City's  website  at  www.sfqov.orq. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are 
prohibited  at  this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the  meeting 
room  of  any  person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar 
sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements 

Individuals  and  entities  that  influence  or  attempt  to  influence  local  legislative  or  administrative  action 
may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF  Campaign  &  Governmental  Conduct 
Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information  about  the  Lobbyist 
Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue,  Suite 
220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-31 12;  web  site  at 
I  www.sfqov.orq/ethics.  


ORDER  OF  BUSINESS: 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  Minutes  of  May  28,  201 3 

4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within  the 
Commission's  jurisdiction  and  are  not  on  today's  agenda. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

6.  Other  Commission  Business 

7.  Report  of  the  General  Manager 

a)  Digester  Timeline  (Kubick) 

b)  Water  Supply  Projects  in  Relation  to  Lake  Merced  (Ritchie) 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney 
where  applicable. 

Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
525  Golden  Gate  Avenue,  13^"  Floor,  San  Francisco,  CA  94102,  Telephone:  (415)  554- 
3165,  Fax:  (415)  554-3424. 

CONSENT  CALENDAR 

8.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by 
a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these 
items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which  event 
the  matter  will  be  removed  from  the  Calendar  and  considered  as  a  separate  item. 

a)      Authorize  the  General  Manager  to  negotiate  and  execute  a  five-year  revocable 
license  with  the  San  Francisco  Parks  Alliance,  as  fiscal  sponsor  of  the  Garden 
for  the  Environment,  to  operate  a  public  demonstration  garden  and  educational 
programs  on  San  Francisco  Public  Utilities  Commission  property  at  7th  Avenue 
^    and  Lawton  Street,  and  to  enter  into  a  Grant  Agreement  for  five  years  for  up  to 
CD    $100,000  for  Fiscal  Year  13-14  and  $90,000  a  year  for  subsequent  years 
^    through  June  2018.  The  2013  License  will  replace  the  existing  license  and  is 
^     required  to  reflect  GFE's  switch  in  fiscal  sponsorship,  effective  July  1 ,  2013,  from 
the  Haight  Asbury  Neighborhood  Council  to  the  San  Francisco  Parks  Alliance. 


No  rent  will  be  paid  for  use  of  the  License  Area  and  will  use  SFPUC  Grant 
Agreement  funds  for  the  continued  operation  of  the  public  demonstration  garden 
and  environmental  education  program  on  the  License  Area.  (Russell) 

Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to 
execute  a  five-year  revocable  license  with  C  S  Bio  Co.,  for  the  use  of 
approximately  25,788  square  feet  of  SFPUC  land  at  1  Kelly  Court  and  20  Kelly 
Court,  Menio  Park,  California  as  a  parking  lot  at  a  monthly  Use  Fee  of 
$4,040.12.  (Russell) 

Approve  Agreement  Nos.  CS-296A-E,  Hetchy  System  Improvement  Program 
(HSIP)  Professional  and  Engineering  Support  Services  to  Black  &  Veatch 
Corporation  (CS-296A),  CH2MHill  Engineers,  Inc.,  (CS-296B),  AECOM 
Technical  Services,  Inc./AGS,  Inc.  a  Joint  Venture  (CS-296C),  MWH  Americas, 
Inc.,  (CS-296D),  and  Shaw  Environmental  &  Infrastructure,  Inc.,  (CS-296E)  to 
provide  the  HSIP  with  technical  expertise  in  program/project  management, 
construction  management,  project  controls  management,  contract  administration 
and  project  engineering;  and  authorize  the  General  Manager  to  negotiate  and 
execute  five  professional  services  agreements  for  initial  amounts  not-to- 
exceed  $2,500,000  each  and  with  a  duration  of  five  years  per  agreement,  for 
a  cumulative  total  amount  of  $12,500,000;  and  further  authorize  the  General 
Manager  to  negotiate  and  execute  future  amendments  to  these  agreements 
for  a  cumulative  total  up  to  $25,000,000  with  no  single  agreement 
exceeding  $9.5  million  dollars.  (Cruz) 

Approve  the  selection  of  Geotechnical  Consultants  Inc.,  and  award  Agreement 
CS-302,  Auxiliary  Water  Supply  System  (AWSS)  Cisterns,  Geotechnical 
Engineering  Services,  to  provide  geotechnical  engineering  services  for  the 
design  and  construction  of  cisterns  for  the  San  Francisco  AWSS;  and  authorize 
the  General  Manager  to  negotiate  and  execute  a  professional  services 
agreement  with  Geotechnical  Consultants  Inc.  for  an  amount  not-to-exceed 
$500,000,  and  with  a  duration  of  five  years.  (Cruz) 

Approve  the  plans  and  specifications,  and  award  Contract  WD-2620,  8-inch 
and  12-inch  Ductile  Iron  Water  Main  Replacement  and  Pavement  Renovation,  on 
Bryant  Street,  9'^  Street  and  other  streets,  in  the  amount  of  $3,737,165  to  the 
lowest,  qualified,  responsible  and  responsive  bidder,  M  Squared  Construction, 
Inc.,  to  install  ductile  iron  pipe  and  ancillary  service  pipes.  (Ritchie) 

Approve  Modification  No.  2  to  Contract  WD-2673R,  As-Needed  2012  Annual 
Paving  Contract  with  M  Squared  Construction,  to  provide  essential  pavement 
restoration  services  until  a  new  as-needed  paving  contract  is  certified,  extending 
the  contract  duration  by  120  consecutive  calendar  days,  for  a  total  contract 
duration  of  485  consecutive  calendar  days,  with  no  change  to  the  contract 
amount.  (Ritchie) 


g)      Approve  the  plans  and  specifications,  and  award  Contract  WD-2710,  San 

Francisco  Local  Water  As-Needed  Paving  three-year  contract  in  the  amount  of 
$11,292,725,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  A.  Ruiz 
Construction  Co.  &  Associates  Inc.,  to  perform  as-needed  pavement  restoration 
work.  (Ritchie) 

s(^)      Approve  the  plans  and  specifications,  and  award  Contract  WW-549,  Buchanan/ 
^       Divisadero/Fillmore/Green/  Pierce  and  Scott  Streets  Sewer  Replacement,  in  the 
^       amount  of  $2,178,505,  to  the  lowest,  qualified,  responsible  and  responsive 
CO       bidder.  Precision  Engineering,  to  replace  the  existing  sewers  on  the  subject 
streets  in  the  City  of  San  Francisco.  (Moala) 

i)^    Approve  the  plans  and  specifications,  and  award  Contract  WW-551,18th/19th/ 

Carolina/Connecticut/  Indiana/Minnesota/Texas  and  Wisconsin  Streets  Sewer 
<=>    Replacement,  in  the  amount  of  $2,385,030,  to  the  lowest,  qualified,  responsible 
^    and  responsive  bidder,  Harty  Pipelines,  to  replace  the  existing  sewers  on  the 
i-H    subject  streets.  (Moala) 

REGULAR  BUSINESS 

9.  Authorize  the  General  Manager  or  his  designee  to  execute  Grant  Agreements 
with  applicants  for  Grant  Assistance  for  Floodwater  Management  for  San 

^     Francisco  property  owners  who  have  an  active  SFPUC  account  for  wastewater 
<=>     services.  The  SFPUC  will  allocate  $250,000  in  FY  2013-14  from  the  Wastewater 
^     Enterprise  Operations  budget.  Grant  assistance  for  future  fiscal  years  will  be  re- 
evaluated and  separately  approved  and  budgeted.  (Moala) 

10.  Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 

1 1 .  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 
listed  below  as  Conference  with  Legal  Counsel. 

CLOSED  SESSION 

The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

12.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9(d)(3)  and  San  Francisco  Administrative  Code  Section  67.10  (d) 
(2).  (Mueller) 

Anticipated  Litigation  -  As  Plaintiff  >•? 

13.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1).  (Mueller) 


Existing  Litigation: 


Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A127554  /  Date  Filed:  January  29,  2010 

14.    Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 
Section  54957  and  San  Francisco  Administrative  Code  67.10(a)  (Barrett) 

Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 
and  Power  Systems. 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

15.  Announcement  following  Closed  Session. 

16.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

17.  Other  new  business. 


ADJOURNMENT 


San  Francisco  ^  v  -  -,:^:^r:^.fu 
Water  Power  Sewer      ^  \  "  ;| 

Services  of  the  San  FrarKisco  Public  utilities  CcMTwnission 


The  Public  Hearing  on  this  matter  will  not  be  held  at  the  SFPUC  meeting  on  June  1 1, 
2013. 

This  matter  may  be  scheduled  at  a  future  meeting  of  the  San  Francisco  Public  Utilities 
Commission. 

Please  go  to  www.sfiA/ater.orq  to  view  the  Commission  agenda  notices.  An  updated 
agenda  notice  will  be  posted  at  least  72  hours  in  advance  of  the  meeting. 


NOTICE  OF  PUBLIC  HEARINGS 

NOTICE  OF  PUBLIC  HEARINGS  Tuesday,  April  23,  2013-  1:30  PM  City 
Hall,  Room  400,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102,  at 
a  Regular  Meeting  of  the  SAN  FRANCISCO  PUBLIC  UTILITIES 
COMMISSION,  and  if  necessary,  Tuesday,  May  14,  2013  -  1:30  PM  City  Hall, 
Room  400,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102,  at  a 
Regular  Meeting  of  the  SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION, 
and  if  necessary,  Tuesday,  May  28,  201 3  -  1 :30  PM  City  Hall,  Room  400,  1 
Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102,  at  a  Regular 
Meeting  of  the  SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION,  and  if 
necessary,  Tuesday,  June  1 1 ,  201 3  -  1 :30  PM  City  Hall,  Room  400,  1  Dr. 
Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102,  at  a  Regular  Meeting  of 
the  SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION:  Public  Hearing, 
discussion  and  possible  action  to  adopt  schedules  of  electric  rates  and 
charges  for  customers  of  the  San  Francisco  Public  Utilities  Commission 
(SFPUC)  for  phase  one  of  the  CleanPowerSF  Community  Choice  Aggregation 
Program  for  renewable  power  procurement  within  San  Francisco.  The  detailed 
agenda  and  related  files  will  be  available  at  least  72  hours  before  the 
scheduled  meetings  at  the  SFPUC  website  www.sfwater.orq,  or  by  calling 
(415)  554-3165. 


San  Francisco  Public  Utilities  Comm 
525  Golden  Gate  Avenue 
13™  Floor 

San  Francisco,  CA  94102 
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MINUTES 
Tuesday,  June  11,  2013 

(Approved  as  amended  June  24,  2013) 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


Commissioners 

Art  Torres,  President 
Vince  Courtney,  Vice  President 
Ann  Moller  Caen 
Francesca  Vietor 
Anson  Moran 


Harlan  L.  Kelly,  Jr. 

General  Manager 


Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  www.sfwater.ora 
Gavel-to-Gavel  coverage  available  at: 
http.//sanfrancisco.aranicus.com/ViewPublisher.php?view  icl=22 


1.  Call  to  Order 

President  Torres  called  the  meeting  to  order  at  1:35  PM. 

2.  Roll  Call 

Present:  Torres,  Courtney  and  Moran 
Excused:  Caen 

3.  Approval  of  Minutes  of  May  28.  2013 

On  Motion  to  Approve  the  Minutes  of  May  28,  2013: 
A  YES:  Torres,  Courtney  and  Moran 

4.  Public  Comments 

•  Mr.  Francisco  DaCosta  expressed  concerns  over  construction  on  San  Bruno 
Avenue  and  the  impact  it  is  having  on  merchants  due  to  limited  parking.  He 
would  like  to  see  additional  outreach  and  information  on  construction  projects. 

•  Mr.  Dick  Allen  asked  several  follow-up  questions  related  to  the  March  meeting 
held  at  Lake  Merced. 

Commissioner  Moran  asked  the  General  Manager  for  a  written  response  as  to  how 
construction  is  managed  in  commercial  areas. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

Public  Comments: 
None. 

6.  Other  Commission  Business 
None. 

7.  Report  of  the  General  Manager 
a)  Digester  Timeline 

Mr.  Kelly,  Jr.,  introduced  Mr.  Leamon  Abrams,  AECOM  Parsons,  who  presented 
the  timeline  of  the  Digester  Project.  He  emphasized  that  the  timeline  was  a  draft. 

Commissioner  Vietor  arrived  at  1:43  PM. 

Mr.  Abrams  stated  that  a  detailed  history  of  the  Digester  Project  and  the  timeline 
can  be  found  on  the  SFPUC  website:  (httD://sfwater.ora/index.asDx?Daae=609). 
He  reviewed  the  Digester  timeline,  noting  key  events.  Mr.  Abrams  recognized  the 
individuals  who  have  been  involved  with  the  Project  over  the  years.  He  noted  that 
the  timeline  will  be  updated  as  activities  advance  and  are  added. 

Mr.  Kelly  stated  that  the  timeline  is  a  summary  document  and  that  the  website 
contains  more  detailed  information. 


Commissioner  Vietor  requested  that  the  timeline  be  placed  in  the  lobby  of  the 
SFPUC  headquarters. 

b)  Water  Supply  Projects  in  Relation  to  Lake  Merced 

Mr.  Steve  Ritchie,  Assistant  General  Manager,  Water  Enterprise,  began  his 
presentation  which  addressed  local  projects  in  the  vicinity  of  Lake  Merced,  and 
the  effects  they  have  on  the  Lake.  He  discussed  Water  Supply  Level  of  Sen/ice; 
a  matrix  of  what  affects  Lake  Merced;  and  interrelated  water  projects,  which 
include  the  San  Francisco  Westside  Recycled  Water  Project,  San  Francisco 
Groundwater  Project,  Vista  Grande  Drainage  Basin  Improvement  Project,  and 
the  Regional  Groundwater  Storage  and  Recovery  Project.  He  touched  on  each 
of  the  projects  individually. 

Commissioner  Vietor  asked  for  clarification  on  the  slide  related  to  groundwater 
and  Vista  Grande  Projects  effect  on  Lake  Merced.  Mr.  Ritchie  provided 
clarification  and  discussion  ensued  on  Lake  level,  how  it  is  measured,  and  how 
optimum  water  level  range  can  be  achieved. 

Mr.  Ritchie  discussed  the  water  quality  of  the  Lake,  noting  that  it  is  identified  as 
"impaired"  for  low  Dissolved  Oxygen  and  high  pH.  He  stated  that  the  designation 
brings  consequences  that  need  to  be  addressed,  especially  as  it  relates  to 
obtaining  permits  for  the  Vista  Grande  Project. 

Public  Comments 

•  Mr.  Francisco  DaCosta  requested  that  the  benefits  to  the  Bayview  Community, 
as  related  to  the  Digester  Project,  be  noted  on  the  website.  He  discussed 
certification  programs  that  were  once  offered  at  the  Oakdale  facility  and 
requested  that  those  certified  programs  be  offered  again.  He  asked  for  the  status 
of  the  force  main  and  outfall,  the  state  of  the  WEIRS  and  their  impacts,  and 
precautionary  principle. 

Commissioner  Courtney  asked  Mr.  DaCosta  to  repeat  his  first  item  of  concern, 
which  he  did. 

•  Mr.  Dick  Allen  thanked  Mr.  Ritchie  for  his  presentation  and  posed  several 
questions  related  to  Lake  Merced.  He  stated  that  Mr.  Dick  Allen  will  submit 
additional  questions  to  the  Commission. 

Commissioner  Vietor  encouraged  interested  individuals  to  offer  comments 
through  the  EIR  process. 

8.    Consent  Calendar 

a)      Authorize  the  General  IVIanager  to  negotiate  and  execute  a  five-year  revocable 
license  with  the  San  Francisco  Parks  Alliance,  as  fiscal  sponsor  of  the  Garden  for 
the  Environment,  to  operate  a  public  demonstration  garden  and  educational 
programs  on  San  Francisco  Public  Utilities  Commission  property  at  7th  Avenue 
and  Lawton  Street,  and  to  enter  into  a  Grant  Agreement  for  five  years  for  up  to 


$100,000  for  Fiscal  Year  13-14  and  $90,000  a  year  for  subsequent  years  through 
June  2018.  The  2013  License  will  replace  the  existing  license  and  is  required  to 
reflect  GFE's  switch  in  fiscal  sponsorship,  effective  July  1 ,  2013,  from  the  Haight 
Asbury  Neighborhood  Council  to  the  San  Francisco  Parks  Alliance.  No  rent  will 
be  paid  for  use  of  the  License  Area  and  will  use  SFPUC  Grant  Agreement  funds 
for  the  continued  operation  of  the  public  demonstration  garden  and 
environmental  education  program  on  the  License  Area.  (Resolution  13-0089) 

b)  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to  execute 
a  five-year  revocable  license  with  C  S  Bio  Co.,  for  the  use  of  approximately 
25,788  square  feet  of  SFPUC  land  at  1  Kelly  Court  and  20  Kelly  Court,  Menio 
Park,  California  as  a  parking  lot  at  a  monthly  Use  Fee  of  $4,040.12.  (Resolution 
13-0090) 

c)  Approve  Agreement  Nos.  CS-296A-E,  Hetchy  System  Improvement  Program 
(HSIP)  Professional  and  Engineering  Support  Services  to  Black  &  Veatch 
Corporation  (CS-296A),  CH2M  Hill  Engineers,  Inc.,  (CS-296B),  AECOM 
Technical  Services,  Inc./AGS,  Inc.  a  Joint  Venture  (CS-296C),  MWH  Americas, 
Inc.,  (CS-296D),  and  Shaw  Environmental  &  Infrastructure,  Inc.,  (CS-296E)  to 
provide  the  HSIP  with  technical  expertise  in  program/project  management, 
construction  management,  project  controls  management,  contract  administration 
and  project  engineering;  and  authorize  the  General  Manager  to  negotiate  and 
execute  five  professional  services  agreements  for  initial  amounts  not-to-exceed 
$2,500,000  each  and  with  a  duration  of  five  years  per  agreement,  for  a 
cumulative  total  amount  of  $12,500,000;  and  further  authorize  the  General 
Manager  to  negotiate  and  execute  future  amendments  to  these  agreements  for  a 
cumulative  total  up  to  $25,000,000  with  no  single  agreement  exceeding  $9.5 
million  dollars.  (Resolution  13-0091) 

d)  Approve  the  selection  of  Geotechnical  Consultants  Inc.,  and  award  Agreement 
CS-302,  Auxiliary  Water  Supply  System  (AWSS)  Cisterns,  Geotechnical 
Engineering  Services,  to  provide  geotechnical  engineering  services  for  the 
design  and  construction  of  cisterns  for  the  San  Francisco  AWSS;  and  authorize 
the  General  Manager  to  negotiate  and  execute  a  professional  services 
agreement  with  Geotechnical  Consultants  Inc.  for  an  amount  not-to-exceed 
$500,000,  and  with  a  duration  of  five  years.  (Resolution  13-0092) 

e)  Approve  the  plans  and  specifications,  and  award  Contract  WD-2620,  8-inch  and 
12-inch  Ductile  Iron  Water  Main  Replacement  and  Pavement  Renovation,  on 
Bryant  Street,  9*^  Street  and  other  streets,  in  the  amount  of  $3,737,165  to  the 
lowest,  qualified,  responsible  and  responsive  bidder,  M  Squared  Construction, 
Inc.,  to  install  ductile  iron  pipe  and  ancillary  service  pipes. (Resolution  13-0093) 

f)  Approve  Modification  No.  2  to  Contract  WD-2673R,  As-Needed  201 2  Annual 
Paving  Contract  with  M  Squared  Construction,  to  provide  essential  pavement 
restoration  services  until  a  new  as-needed  paving  contract  is  certified,  extending 
the  contract  duration  by  120  consecutive  calendar  days,  for  a  total  contract 


duration  of  485  consecutive  calendar  days,  with  no  change  to  the  contract 
amount.  (Resolution  13-0094) 

Approve  the  plans  and  specifications,  and  award  Contract  WD-2710,  San 
Francisco  Local  Water  As-Needed  Paving  three-year  contract  in  the  amount  of 
$1 1 ,292,725,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  A.  Ruiz 
Construction  Co.  &  Associates  Inc.,  to  perform  as-needed  pavement  restoration 
work.  (Resolution  13-0095) 

Approve  the  plans  and  specifications,  and  award  Contract  WW-549,  Buchanan/ 
Divisadero/Fillmore/Green/  Pierce  and  Scott  Streets  Sewer  Replacement,  in  the 
amount  of  $2,178,505,  to  the  lowest,  qualified,  responsible  and  responsive 
bidder.  Precision  Engineering,  to  replace  the  existing  sewers  on  the  subject 
streets  in  the  City  of  San  Francisco.  (Resolution  13-0096) 

Approve  the  plans  and  specifications,  and  award  Contract  WW-551,18th/19th/ 
Carolina/Connecticut/  Indiana/Minnesota/Texas  and  Wisconsin  Streets  Sewer 
Replacement,  in  the  amount  of  $2,385,030,  to  the  lowest,  qualified,  responsible 
and  responsive  bidder,  Harty  Pipelines,  to  replace  the  existing  sewers  on  the 
subject  streets.  (Resolution  1 3-0097) 

Public  Comments: 

•   Mr.  Blair  Randall,  Executive  Director,  Garden  for  the  Environment,  expressed  his 
support  for  Item  8a. 

On  Motion  to  Approve  Items  8a  through  8i: 
AYES:  Torres,  Courtney,  Vietor and Moran 

Authorize  the  General  Manager  or  his  designee  to  execute  Grant  Agreements 
with  applicants  for  Grant  Assistance  for  Floodwater  Management  for  San 
Francisco  property  owners  who  have  an  active  SFPUC  account  for  wastewater 
services.  The  SFPUC  will  allocate  $250,000  In  FY  2013-14  from  the  Wastewater 
Enterprise  Operations  budget.  Grant  assistance  for  future  fiscal  years  will  be  re- 
evaluated and  separately  approved  and  budgeted.  (Resolution  13-0098) 

Mr.  Emilio  Cruz,  Assistant  General  Manager  for  Infrastructure,  presented  on 
Grants  for  Floodwater  Management,  which  will  assist  property  owners  who  are 
subject  to  flooding  during  large  winter  storms.  He  noted  it  is  complex  problem 
and  that  flooding  is  determined  by  our  natural  topography,  the  size  of  contributing 
drainage  area,  and  downstream  storage  box  and  tide  levels.  He  stated  that  the 
SFPUC  is  looking  at  long-term  storm  water  management  plan  to  abate  flooding, 
including  grey  and  green  infrastructure.  He  stated  that  one  proposed  interim 
measure  is  local  underground  storage  basin  at  a  new  park  at  17*^  and  Folsom. 

Mr.  Cruz  stated  that  the  proposed  grant  program  would  allow  property  owners  to 
install  exterior  flood  barriers  for  doonA/ays  as  well  as  backflow  preventers. 


In  response  to  a  question  by  President  Torres,  Mr.  Cruz  provided  the  estimated 
cost  of  tlie  materials.  He  noted  which  individuals  would  qualify  for  the  grant,  how 
they  would  apply  for  the  grant,  and  how  they  would  receive  and  install  the 
devices.  He  noted  that  the  grant  amount  requested  is  sufficient  given  the 
localized  problems. 

Commissioner  Vietor  expressed  her  desire  that  in  addition  to  gray  systems,  that 
green  systems  for  flood  prevention  be  reviewed,  and  that  in  the  future,  if 
additional  funds  for  the  Program  are  requested,  that  green  options  be  provided. 

Mr.  Kelly,  Jr.  stated  that  the  volume  of  water  during  the  flooding  is  substantial, 
with  two  to  three  feet  penetrating  the  barrier,  and  indicated  that  the  devices  are 
meant  to  keep  the  water  out  of  the  property.  He  noted  that  staff  is  looking  at  all 
options,  including  green. 

Commissioner  Vietor  asked  if  water  collected  in  the  basin  will  be  reused.  Mr. 
Cruz  indicated  that  the  basin  will  hold  a  combination  of  storm  water  and  sewer 
overflow,  and  that  the  mix  doesn't  allow  for  reuse  due  regulatory  requirements 
and  other  constraints.  Mr.  Kelly,  Jr.,  stated  that  all  options  will  be  reviewed. 

In  response  to  a  question  by  Commissioner  Moran,  discussion  ensued  on 
eligibility  requirements,  including  that  the  applicant  provide  proof  of  flooding 
history.  Additional  discussion  ensued  on  the  requirement  that  property  meet 
Code  requirements  prior  to  the  installation  of  a  backflow  prevention  device.  The 
Commission  felt  that  the  language  in  the  Guidelines  referring  to  Code 
requirements  was  too  broad.  Ms.  Stephani  Harrison,  Wastewater  Enterprise, 
provided  clarified  regarding  Code  requirements.  After  brief  discussion,  and  at  the 
request  of  the  Commission,  Ms.  Harrision  stated  that  the  Guidelines  will  be 
revised  to  clearly  reflect  that  the  Code  enforcement  requirement  relate  only  to  the 
installation  of  backflow  prevention  devices  provided  through  the  grant  program. 

Public  Comments: 

•   Mr.  Hans  Art,  Hans  Art  Automotive,  discussed  his  experience  with  flooding  and 
presented  his  ideas  on  flood  management  in  the  area  of  1/'^  and  Folsom. 

In  response  to  a  question  from  Commissioner  Vietor  in  response  to  Mr.  Art's 
comments,  Mr.  Cruz  described  how  the  prevention  devices  will  operate  during  an 
event. 

On  Motion  to  Approve  Item  9,  subject  to  revision  of  the  language  in  the 
Guidelines  clarifying  the  Code  enforcement  requirements: 
AYES:  Torres,  Courtney,  Vietor  and  Moran 

10.     Public  Comments  on  matters  to  be  discussed  in  Closed  Session 
None. 


1 1 .  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 
listed  below  as  Conference  with  Legal  Counsel. 

On  Motion  to  ASSERT: 
AYES:  Torres,  Courtney,  Vietor and Moran 
CLOSED  SESSION 

12.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9(d)(3)  and  San  Francisco  Administrative  Code  Section  67.10  (d) 
(2). 

13. 

Anticipated  Litigation  -  As  Plaintiff 

14.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10 
(cl)(1). 

Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A1 27554  /  Date  Filed:  January  29,  201 0 

1 5.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 
Section  54957  and  San  Francisco  Administrative  Code  67.10(a) 

Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 
and  Power  Systems. 

16.  Announcement  following  Closed  Session 

President  Torres  announced  tiiat  no  action  was  tal<en  on  items  12,  13  and  14. 

17.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 
On  Motion  Not  to  Disclose 

AYES:  Torres,  Courtney,  Vietor  and  Moran 


18.     Other  new  business 
None. 


President  Torres  adjourned  tlie  meeting  at  2:55  PM. 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0089 


WHEREAS,  On  October  30,  2008  the  Commission  approved  the  Phased  Water  System 
Improvement  Program  Variant  (Phased  WSIP  Variant)  in  Commission  Resolution  No.  08-0200; 
and 

WHEREAS,  The  Phased  WSIP  Variant  included  the  development  of  10  million  gallons 
per  day  (mgd)  in  conservation,  recycled  water,  and  groundwater  in  San  Francisco  by  2018;  and 

WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  is  promoting 
water  efficient  landscaping  and  public  education  to  help  meet  the  10  mgd  goal  by  2018;  and 

WHEREAS,  The  SFPUC's  National  Pollution  Discharge  Elimination  System  (NPDES) 
permits  require  the  SFPUC  to  maintain  a  pollution  prevention  program  for  its  two  Water 
Pollution  Control  plants;  and 

WHEREAS,  The  SFPUC  issued  revocable  license  P-4056  dated  May  31,  2008,  to  the 
Garden  for  the  Environment  (GFE)  to  use  SFPUC  property  at  7*  Avenue  and  Lawton  Street  in 
San  Francisco  (License  Area)  per  SFPUC  Resolution  08-0219  and  authorized  issuance  of  a 
revised  revocable  license  to  the  Haight  Asbury  Neighborhood  Council  (HANC),  as  GFE's  fiscal 
sponsor,  in  June  2012  in  SFPUC  Resolution  12-01 13;  and 

WHEREAS,  GFE  is  changing  its  fiscal  sponsorship  from  HANC  to  the  San  Francisco 
Parks  Alliance,  effective  July  1,  2013,  for  use  of  the  License  Area;  and 

WHEREAS,  The  San  Francisco  Parks  Alliance  seeks  a  new  five-year  license  for  GFE's 
use  of  the  License  Area  (2013  License);  and 

WHEREAS,  The  SFPUC  provides  funds  to  GFE  through  Grant  Agreement  CS-266  to 
operate  training  and  education  programs  for  San  Francisco  adults  and  youth  about  water  efficient 
landscaping  and  gardening  and  pollution  prevention  at  the  License  Area,  and  GFE  seeks  a  new 
Grant  Agreement  for  a  five-year  term  through  June  2018,  consistent  with  the  term  of  die  2013 
License,  and  to  substitute  the  San  Francisco  Parks  Alliance  for  HANC  as  GFE's  fiscal  sponsor; 
and 

WHEREAS,  GFE's  estimated  budget  for  SFPUC  funding  for  garden  maintenance  and  the 
educational  programs  is  up  to  $100,000  for  Fiscal  Year  2013-2014  and  up  to  $90,000  a  year  over 
the  remainder  of  the  Grant  Agreement  term;  and 

WHEREAS,  GFE's  activities  at  the  License  Area  serve  to  promote  public  education  to 
assist  in  meeting  the  Phased  WSEP  Variant's  goal  of  developing  10  mgd  in  conservation,  recycled 
water,  and  groundwater  in  San  Francisco  by  2018,  and  also  comprise  an  element  of  the  SFPUC's 
pollution  prevention  programs  that  are  required  under  the  SFPUC's  wastewater  treatment  plant 
NPDES  permits;  and 

WHEREAS,  The  Planning  Department  issued  a  categorical  exemption  determination 
according  to  CEQA  Guidelines  section  15301,Class  1.  Existing  Facilities  on  May  20,  2013;  and 

WHEREAS,  Grant  funds  for  the  GFE  program  are  available  in  the  Water  Enterprise  and 
Wastewater  Enterprise  FY  2012-2013  budget,  and  the  availability  of  futiu-e  grant  funds  over  the 
term  of  the  Grant  Agreement  will  be  subject  to  Controller  certification  and  budget  approval  by 
the  SFPUC;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  ratifies,  approves  and  authorizes  all  actions 
taken  by  any  City  official  in  connection  with  the  2008  License  and  Grant  Agreement  CS-266; 
and  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  of  the 
San  Francisco  Public  Utilities  Commission  to  negotiate  and  execute  the  2013  License  with  the 
San  Francisco  Parks  Alliance  on  behalf  of  the  City  and  County  of  San  Francisco;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  to 
negotiate  and  execute  a  new  Grant  Agreement  with  the  San  Francisco  Parks  Alliance  and  the 
Garden  for  the  Environment  for  a  term  of  five  years  through  June  2018  to  provide  up  to 
$100,000  in  FY  2013-14  and  $90,000  per  fiscal  year  thereafter  in  grant  ftinds  during  the  grant 
period,  for  a  total  potential  expenditure  of  $460,000;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  to  make 
such  modifications  and  enter  into  such  amendments  to  the  2013  License  and  the  Grant 
Agreement  as  presented  to  this  Commission,  including  without  limitation,  the  exhibits,  that  the 
General  Manager  determines,  in  consultation  with  the  City  Attorney  are  in  the  best  interest  of  the 
City;  do  not  materially  mcrease  the  obligations  or  liabilities  of  the  City  or  materially  diminish  the 
benefits  to  the  City;  are  necessary  or  advisable  to  effectuate  the  purposes  and  intent  of  the  2013 
License  and  the  Grant  Agreement  or  this  resolution;  and  are  in  compliance  with  all  applicable 
laws,  including  the  City  Charter. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  June  11,  2013. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  13-0090 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  issued  a  2004 
revocable  permit  (2004  Permit)  to  C  S  BIO  CO.  (CS  Bio)  for  use  of  approximately  7,580  square 
feet  of  SFPUC  property  behind  20  Kelly  Court  in  Menlo  Park,  California  as  a  parking  lot.  The 
2004  Permit  still  in  effect;  and 

WHEREAS,  CS  Bio  seeks  a  new  revocable  license  (2013  License)  to  use  the  SFPUC 
property  behind  1  Kelly  Court  and  an  expanded  area  of  SFPUC  property  behind  20  Kelly  Court 
to  expand  its  parking  lot  from  approximately  7,580  square  feet  to  approximately  25,788  square 
feet  (Expanded  Premises). 

WHEREAS,  Upon  Commission  approval  and  execution  by  the  parties,  the  2013  License 
will  replace  the  2004  Permit;  and 

WHEREAS,  The  SFPUC  Real  Estate  Services  Division  contacted  property  owners 
adjacent  to  the  Expanded  Premises  in  September  of  2012  to  solicit  interest  in  renting  the 
Premises  and  the  parties  either  expressed  disinterest  or  no  interest  in  obtaining  a  license  for  the 
Expanded  Premises;  and 

WHEREAS,  hi  October  of  2012,  CS  Bio  procured  an  M.A.I,  appraisal  of  the  fair  rental 
value  of  the  Expanded  Premises.  The  appraised  fair  market  rental  value  of  the  Expanded 
Premises  is  $4,040.12  per  month;  and 

WHEREAS,  on  February  20,  2013,  the  Bureau  of  Environmental  Management 
determined  that  this  action  is  not  a  project  imder  California  Environmental  Quality  Act  (CEQA), 
according  to  CEQA  Guidelines  section  15378;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  ratifies,  approves  and  authorizes  all  actions 
heretofore  taken  by  any  City  official  in  cormection  with  this  license;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  terms  and 
conditions  of  the  2013  License  with  CS  Bio  as  the  licensee;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  and  directs  the 
General  Manager  of  the  SFPUC  to  execute  the  2013  License;  and  be  it 

FURTHER  RESOLVED,  That  diis  Commission  hereby  automatically  revokes  the  2004 
Permit  following  approval  of  the  2013  License  by  this  Commission  and  execution  of  the  2013 
License  by  CS  Bio  and  the  SFPUC  General  Manager;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  SFPUC  General 
Manager  of  to  enter  into  any  amendments  or  modifications  to  the  2013  License,  including 
without  limitation,  the  exhibits,  that  the  General  Manager  determines,  in  consultation  with  the 
City  Attorney,  are  in  the  best  interest  of  the  City;  do  not  materially  increase  the  obligations  or 
liabilities  of  the  City;  are  necessary  or  advisable  to  effectuate  the  purposes  and  intent  of  the 
license  or  this  resolution;  and  are  in  compliance  with  all  applicable  laws,  including  the  City 
Charter. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  11,  2013. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  13-0091 


WHEREAS,  The  Hetchy  System  Improvement  Program  (HSIP)  goal  is  to  provide  capital 
improvements  needed  to  cost-effectively  ensure  meeting  water  system  service  objectives  that 
have  been  established  for  the  regional  water  system  facilities  managed  by  Hetch  Hetchy  Water  & 
Power  (HHWP)  and  to  optimize  the  benefits  of  HHWP  power  facilities  operations;  and 

WHEREAS,  These  facilities  are  operated  and  maintained  within  rigid  schedule 
constraints  to  assure  that  their  upkeep  has  minimal  impact  on  the  San  Francisco  Public  Utilities 
Commission's  (SFPUC)  ability  to  deliver  vital  water  and  power  services  for  its  customers;  and 

WHEREAS,  The  keys  to  die  success  of  the  HSIP  will  be  the  integration  of  SFPUC  and 
consultant  resources  in  a  structured  team  that  reinforces  a  clear  understanding  of  each  member's 
functional  responsibilities  and  authority  and  as  well  as  the  co-location  of  this  team  with  HHWP 
maintenance  and  operations  personnel  to  facilitate  coordination  of  capital  improvements  with 
operations  and  maintenance;  and 

WHEREAS,  Co-location  of  die  HSIP  team  with  HHWP  requires  that  City  staff  and 
consultants  be  located  full-time  at  the  HHWP  Moccasin  headquarters,  140  miles  from  San 
Francisco;  and 

WHEREAS,  It  is  necessary  to  procure  the  services  of  qualified  professional  engineering 
firms  to  provide  specialized  technical  expertise  in  program/project  management,  construction 
management,  project  controls  management,  contract  administration  and  project  engineering  to 
supplement  SFPUC  staff;  and 

WHEREAS,  The  estimated  cost  of  services  under  the  initial  contract  approvals  will  be  a 
cumulative  total  of  $12,500,000,  provided,  however,  the  General  Manager  seeks  approval  to 
negotiate  and  execute  future  amendments  to  these  agreements  for  a  cumulative  total  up  to 
$25,000,000  wiUi  no  single  agreement  exceeding  $9.5  million  dollars;  and 

WHEREAS,  The  proposal  was  advertised  on  February  15,  2013;  and 

WHEREAS,  Services  are  anticipated  to  begin  in  August  2013  and  end  in  July  2018  and 
the  duration  of  this  agreement  is  five  (5)  years;  and 

WHEREAS,  SFPUC  staff  and  Contract  Monitoring  Division  (CMD)  review  of  the 
selection  panel  evaluations  and  die  proposals  resulted  in  the  establishment  of  Black  &  Veatch 
Corporation,  CH2MHill  Engineers,  Inc.,  AECOM  Technical  Services,  Inc./AGS,  Inc.  a  Joint 
Venture,  MWH  Americas,  Inc.,  and  Shaw  Environmental  &  Infrastructure,  Inc.  as  the  five 
highest  ranked  consulting  firms;  and 

WHEREAS,  A  CMD  established  a  16%  Local  Business  Enterprise  (LBE)  subconsuhant 
participation  goal  on  this  project;  and 

WHEREAS,  Failure  to  reach  successful  agreement  on  contract  terms  and  conditions 
widiin  30  days  of  the  date  of  the  Commission  award  may  result  in  award  of  the  contract  to  the 


next  highest  ranked  proposer,  or  re-advertising  and  re-selecting  consultants  at  the  discretion  of 
the  City;  and 

WHEREAS,  The  firms  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  firom  CMD  may,  in  the  General  Manager's  sole 
discretion,  result  in  award  of  the  agreement  to  the  next  highest  ranked  proposer,  or  re-advertising 
and  re-selecting  consultants  at  the  discretion  of  the  City;  and 

WHEREAS,  Ground-disturbing  activities  such  as  geotechnical  mvestigations  will  require 
completion  of  environmental  review  in  compliance  with  the  provisions  of  the  California 
Environmental  Quality  Act  (CEQA)  Guidelines  and  Chapter  31  of  the  San  Francisco 
Administrative  Code  prior  to  the  issuance  of  a  task  order  imder  these  agreements;  and 

WHEREAS,  Funds  for  this  agreement  will  be  available  at  the  time  of  award  of  the 
agreement  from  CUHIOOOO  Hetchy  Water  -  Water  Only,  CUHlOlOO  Hetchy  Water  -  Power 
hifrastructure,  and  CUH10200  Hetchy  Water  -  Joint  Projects;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  selection  of  Hetch  Hetchy 
Water  &  Power  (HHWP)-funded  Agreement  Nos.  CS-296A-E,  Hetchy  System  Improvement 
Program  (HSIP)  Professional  and  Engineering  Support  Services  to  Black  &  Veatch  Corporation 
(CS-296A),  CH2MHill  Engineers.  Inc.  (CS-296B),  AECOM  Technical  Services,  hic/AGS,  Inc. 
a  Joint  Venture  (CS-296C),  MWH  Americas,  Inc.  (CS-296D),  and  Shaw  Environmental  & 
Infrastructure,  Inc.  (CS-296E)  to  provide  the  HSIP  with  technical  expertise  in  program/project 
management,  construction  management,  project  controls  management,  contract  administration 
and  project  engineering;  and  authorizes  the  General  Manager  of  the  San  Francisco  Public 
Utilities  Commission  to  negotiate  and  execute  five  (5)  professional  services  agreements  for 
initial  amounts  not-to-exceed  $2,500,000  each  and  with  a  duration  of  five  years  per  agreement, 
for  a  cumulative  total  amount  of  $12,500,000  and  further  authorize  the  General  Manager  to 
negotiate  and  execute  future  amendments  to  these  agreements  for  a  cumulative  total  up  to 
$25,000,000  with  no  single  agreement  exceeding  $9.5  million  dollars. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  11,  2013. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  13-0092 


WHEREAS,  Auxiliary  Water  Supply  System  (AWSS)  cisterns  provide  a  supplemental 
source  of  water  for  fire  suppression  in  the  event  that  the  domestic  water  system  or  the  AWSS  are 
insufficient  to  fight  a  fire;  and 

WHEREAS,  It  is  necessary  to  procure  the  services  of  qualified  geotechnical  engineering 
fum  to  provide  specialized  Geotechnical  Engineering  services  to  supplement  San  Francisco 
Public  Utilities  Commission  (SFPUC)  staff;  and 

WHEREAS,  The  estimated  cost  of  services  is  $500,000;  and 

WHEREAS,  The  proposal  was  advertised  on  February  14,  2013;  and 

WHEREAS,  Services  are  anticipated  to  begin  in  June  2013  and  end  in  June  2018  and  the 
duration  of  this  agreement  is  five  years;  and 

WHEREAS,  No  task  order  will  be  issued  for  a  scope  of  work  that  would  require  breaking 
ground  for  a  geotechnical  investigation,  unless  that  scope  of  work  is  determined  to  be  statutorily 
or  categorically  exempt  imder  the  California  Environmental  Quality  Act  (CEQA)  or  the  General 
Manager  or  his  designee  has  an  opportunity  to  review  any  required  environmental  analysis, 
makes  findings  as  required  under  CEQA,  and  approves  the  work;  and 

WHEREAS,  SFPUC  staff  and  Contract  Monitoring  Division  (CMD)  review  of  the 
proposals  resulted  in  the  establishment  of  Geotechnical  Consultants  Inc.  (GTC)  as  the  best 
qualified  consulting  firm;  and 

WHEREAS,  A  CMD  subconsulting  goal  of  5%  Local  Business  Enterprise  (LBE) 
participation  (of  the  total  value  of  services  to  be  provided)  has  been  established  for  this 
agreement  and  Geotechnical  Consultants  Inc.  has  committed  to  a  LBE  subconsultant 
participation  of  7%.;  and 

WHEREAS,  Failure  to  reach  successful  agreement  on  contract  terms  and  conditions 
within  30  days  of  the  date  of  the  Commission  award  may  result  in  award  of  the  contract  to  the 
next  highest  ranked  proposer,  or  re-advertising  and  re-selecting  consultants  at  the  discretion  of 
the  City;  and 

WHEREAS,  The  firms  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  die  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may,  in  the  General  Manager's  sole 
discretion,  result  in  award  of  the  agreement  to  the  next  highest  ranked  proposer,  or  re-advertising 
and  re-selecting  consultants  at  the  discretion  of  the  City;  and 

WHEREAS,  Funds  for  this  agreement  will  be  available  at  the  time  of  award  of  the 
agreement  from  Project  CUWAWS  -  Auxiliary  Water  Supply  System,  $500,000;  now,  therefore, 
belt 


RESOLVED,  That  this  Commission  hereby  approves  the  selection  of  Geotechnical 
Consultants  hic.  (GTC)  and  authorizes  the  General  Manager  of  the  San  Francisco  Public  Utilities 
Commission  to  negotiate  and  execute  a  professional  services  agreement  with  Geotechnical 
Engineering  Services,  for  the  Water  Enterprise  Earthquake  Safety  and  Emergency  Response 
Bond-funded  Agreement  No.  CS-302,  AWWS  Cisterns,  for  an  amount  not-to-exceed  $500,000, 
and  with  a  duration  of  five  years,  or,  in  the  event  negotiations  are  not  successful  or  City 
requirements  are  not  satisfied,  to  negotiate  and  execute  a  professional  services  agreement  with 
the  next  highest  ranked  proposer. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  11,  2013. 


secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  13-0093 


WHEREAS,  Water  Enteq)rise,  Local  Conveyance/Distribution  System  Program,  and 
Department  of  Public  Works  (DPW)  Pavement  Renovation  Program-funded  Contract  No.  WD- 
2620  8-inch  and  12-inch  Ductile  Iron  Water  Main  Replacement  and  Pavement  Renovation  on 
Bryant  Street,  9*  Street  and  Other  Streets  was.  advertised  on  April  1,  2013;  and 

WHEREAS,  The  baseline  budget  amount  is  $3,700,000  and  the  Engineer's  Estimate  is 
$3,700,000  for  this  construction  contract  work  to  install  approximately  9,150  feet  of  ductile  iron 
pipe  and  ancillary  service  pipe;  and 

WHEREAS,  The  contract  duration  is  555  consecutive  calendar  days;  and 

WHEREAS,  On  March  4,  2013,  the  Planning  Department  determined  that  Project  No. 
CUW280,  8-inch  and  12-inch  Ductile  Iron  Water  Main  Replacement  and  Pavement  Renovation 
on  Bryant  Street,  9th  Street  and  Other  Streets  is  categorically  exempt  as  a  Class  1  and  Class  2 
Categorical  Exemption  under  the  California  Environmental  Quality  Act  (CEQA);  and 

WHEREAS,  Three  (3)  bids  were  received  and  opened  publicly  on  May  2,  2013;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  M  Squared  Construction,  Inc. 
as  the  lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  CMD  subcontracting  goal  of  18%  Local  Business  Enterprise  participation 
has  been  established  for  this  contract  and  the  contractor  committed  to  an  LBE  minimum 
participation  of  18.14%  in  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failiure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW280,  8-inch  and  12-inch  Ductile 
Iron  Water  Main  Replacement  and  Pavement  Renovation  on  Bryant  Street,  9th  Street  and  Other 
Streets;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  Water  Enterprise,  Local  Conveyance/Distribution  System  Program  and  DPW  Pavement 
Renovation  Program-funded  Contract  No.  WD-2620  8-inch  and  12-inch  Ductile  Iron  Water 
Main  Replacement  and  Pavement  Renovation  on  Bryant  Street,  9th  Street  and  Other  Streets  in 
the  amount  of  $3,737,165,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  M  Squared 
Construction,  Inc. 

I  hereby  certify  that  the  foregoing  resoiution  was  adopted  by  the  Public  Utiiities 
Commission  at  its  meeting  of  June  11,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  13-0094 


WHEREAS,  On  May  8,  2012,  per  Resolution  No.  12-0073,  this  Commission  approved  the  award 
of  Contract  No.  WD-2673R  City  Distribution  Division  (CDD)  As-Needed  2012  Annual  Paving 
Contract,  to  M  Squared  Construction;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  July  5,  2012;  and 

WHEREAS,  The  original  contract  amount  was  for  $4,089,800  and  the  original  contract  duration 
was  365  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  Iwas  issued  to  move  $150,000  from  Bid  Item  2B  to  Bid  Item  16, 
with  no  resulting  increase  to  the  contract  amount  or  contract  duration;  and 

WHEREAS,  Modification  No.2  is  being  issued  for  a  time  extension  of  120  consecutive  calendar 
days  to  provide  essential  pavement  restoration  services  until  the  new  as-needed  paving  Contract  No. 
WD-2710  is  awarded  and  certified,  increasing  the  contract  duration  to  485  consecutive  calendar  days; 
and 

WHEREAS,  Contract  Monitoring  Division  subcontracting  goal  of  18%  Local  Business 
Enterprise  (LBE)  participation  was  originally  established  for  this  construction  contract;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW260,  Water  Main  Repair  and 
Replacement  Program  and  FY  2011-2012  City  Distribution  Division  Operating  Fund;  and  now, 
therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Modification  No.2  to  Water  Enterprise, 
Local  Conveyance/Distribution  System  Project-  and  Operatmg  Budget  funded  Contract  No.  WD-2673R, 
CDD  As-Needed  2012  Aimual  Paving  Contract  with  M  Squared  Construction,  for  a  time  extension  of 
120  consecutive  calendar  days,  for  a  total  contract  duration  of  485  consecutive  calendar  days. 

I  hereby  certify  that  the  foregoing  resoiution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  11,  2013. 


Secretary,  Public  Utilities  Commission 


J 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  13-0095 


WHEREAS,  Water  Enterprise  Local  Conveyance/Distribution  System  Project  and  City 
Distribution  Division  (CDD)  Operating  Budget-funded  Contract  No.  WD-2710  San  Francisco 
Local  Water  As-Needed  Paving  3-Year  Contract  was  advertised  on  March  26,  2013;  and 

WHEREAS,  The  baseline  budget  amount  is  $12,000,000  and  the  Engineer's  Estimate  is 
$12,000,000  for  this  construction  work  to  restore  pavement  roadways  and  sidewalks  when 
roadways  and  sidewalks  are  excavated  by  San  Francisco  Water  Department  to  install  water 
services,  mains,  new  meter  boxes  and  repair  leaks  and  main  breaks;  and 

WHEREAS,  The  contract  duration  is  1095  consecutive  calendar  days;  and 

WHEREAS,  On  December  26,  2012,  the  San  Francisco  Planning  Department  determined 
that  Project  No.  CUW26001A4,  WD-2710  San  Francisco  Local  Water  As-Needed  Paving  FY14- 
16  is  statutorily  exempt  under  Section  15282(k)  of  the  California  Envirormiental  Quality  Act 
(CEQA);  and 

WHEREAS,  Three  (3)  bids  were  received  and  opened  publicly  on  April  25,  2013;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  A.  Ruiz  Construction  Co.  & 
Assoc.  Inc.  as  the  lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  CMD  subcontracting  goal  of  9%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract  and  A.  Ruiz  Construction  Co.  &  Assoc.  Inc. 
committed  to  a  9.7%  LBE  participation  with  their  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  die  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  HRC  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW280,  Water  Enterprise  Local 
Conveyance/Distribution  System  Project  and  FY  2013-2016  CDD  Operating  Budget;  now, 
therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  Water  Enterprise  Local  Conveyance/Distribution  System  Project  and  CDD  Operating 
Budget-funded  Contract  No.  WD-2710  San  Francisco  Local  Water  As-Needed  Paving  3-Year 
Contract,  in  an  amount  not-to-exceed  $11,292,725,  to  the  lowest,  qualified,  responsible  and 
responsive  bidder,  A.  Ruiz  Construction  Co.  &  Assoc.  Inc. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  11,  2013.     r\  . 

Secretary,  Public  Utilities  Commission 


I 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  13-0096 


WHEREAS,  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R) 
Program-funded  Contract  No.  WW-549,  Buchanan/Divisadero/Pillmore/Green/Pierce  and  Scott 
Streets  Sewer  Replacement  was  advertised  on  April  2, 2013;  and 

WHEREAS,  The  Engineer's  Estimate  is  $1,827,130  for  this  construction  contract  work  to 
replace  the  existing  sewers  on  the  subject  streets  in  the  City  of  San  Francisco;  and 

WHEREAS,  The  contract  duration  is  210  consecutive  calendar  days;  and 

WHEREAS,  On  January  28,  2013  the  Bureau  of  Environmental  Management  determined 
the  proposed  project  was  statutorily  exempt  from  the  California  Environmental  Quality  Act 
under  Section  15282(k)  and  Public  Resources  Code  Section  21080.21  and  on  February  19,  2013 
the  San  Francisco  Planning  Department  Environmental  Review  Officer  concurred  with  the 
determination;  and 

WHEREAS,  Two  (2)  bids  were  received  and  opened  publicly  on  May  2,  2013;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  Precision  Engineering  as  the 
lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  CMD  subcontracting  goal  of  16%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract  and  Precision  Engineering  committed  to  a 
16.48%  LBE  participation  with  their  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtam  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CWWRNRCS54,  Buchanan/ 
Divisadero/Fillmore/Green/Pierce  and  Scott  Streets  Sewer  Replacement;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  WWE,  R&R  Program-funded  Contract  No..  WW-549, 
Buchanan/Divisadero/Fillmore/Green/Pierce  and  Scott  Streets  Sewer  Replacement,  in  the 
amount  of  $2,178,505,  to  the  lowest,  qualified,  responsible  and  responsive  bidder.  Precision 
Engineering. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  11,  2013. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0097 


WHEREAS,  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R) 
Program-funded  Contract  No.  WW-551,  18th/19th/Carolina/Connecticut/Indiana^innesota/ 
Texas  and  Wisconsin  Streets  Sewer  Replacement  was  advertised  on  April  11,  2013;  and 

WHEREAS,  The  Engineer's  Estimate  is  $2,393,360  for  this  construction  contract  work  to 
replace  the  existing  sewers  on  the  subject  streets  in  the  City  of  San  Francisco;  and 

WHEREAS,  The  contract  duration  is  250  consecutive  calendar  days;  and 

WHEREAS,  On  March  5,  2013  the  Bureau  of  Envkonmental  Management  determined 
the  proposed  project  was  statutorily  exempt  from  the  California  Environmental  Quality  Act 
under  Section  15282(k)  and  Public  Resources  Code  Section  21080.21  and  on  March  19.  2013  the 
San  Francisco  Plannmg  Department  Environmental  Review  Officer  concurred  with  die 
determination;  and 

WHEREAS,  Seven  (7)  bids  were  received  and  opened  publicly  on  May  9,  2013;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  Harty  Pipelines  as  the  lowest, 
qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  CMD  subcontracting  goal  of  16%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract  and  Harty  Pipelines  committed  to  a  16.08% 
LBE  participation  with  their  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CWWRNRCS57,  18th/19th/Carolina/ 
Connecticut/hidiana/Minnesota/Texas  and  Wisconsin  Streets  Sewer  Replacement;  now, 
therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  WWE,  R&R  Program-funded  Contract  No.  WW-551,  18th/19th/Carolina/Connecticut/ 
Indiana/Minnesota/Texas  and  Wisconsin  Streets  Sewer  Replacement,  in  the  amount  of 
$2,385,030,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Harty  Pipelines. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Pubiic  Utiiities 
Commission  at  its  meeting  of  June  11.  2013. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0098 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  is  proposing  to  provide 
grant  assistance  to  San  Francisco  property  owners  begiiming  in  FY  13/14  to  encourage 
installation  of  physical  barriers  and/or  implement  sewer  plumbing  modifications  to  minimize 
floodwater  intrusion  into  their  property;  and 

WHEREAS,  The  estimated  budget  for  the  proposed  grant  assistance  program  will  be 
appropriated  in  each  fiscal  year,  and  grants  awarded  subject  to  availability  of  funds;  and 

WHEREAS,  Grant  applications  are  anticipated  to  be  accepted  beginning  in  July  2013  and 
funding  will  be  awarded  on  a  first-come  first-served  basis;  and 

WHEREAS,  Funds  for  FY  13/14  will  be  available  at  the  time  of  the  execution  of  grant 
agreements  through  the  Wastewater  Enterprise  (up  to  $250,000);  and 

WHEREAS,  The  Bureau  of  Environmental  Management  has  determined  the 
recommended  action  by  the  Commission  to  approve  the  proposed  Grant  Assistance  Program 
does  not  constitute  a  "project"  under  California  Environmental  Quality  Act  Guidelines  Section 
15378(b)(4)  because  the  proposed  Grant  Assistance  Program  creates  a  government  funding 
mechanism  which  does  not  involve  commitment  to  any  specific  project  which  may  result  in  a 
potentially  significant  physical  impact  on  the  environment.  At  the  present  time,  it  is  not  practical 
to  identify  specific  structures  that  may  qualify  for  flood  barrier  installation  grants,  however, 
changes  to  character-defmmg  exterior  features  of  individual  buildings  may  be  subject  to 
subsequent  environmental  review  during  the  building  permit  application  review  process;  now, 
therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  or  his  designee  to  execute  Grant  Agreements  with  San 
Francisco  property  owners  for  grant  assistance  to  install  flood  barriers  and/or  sewer  backflow 
preventers  to  minimize  floodwater  intrusion  into  their  San  Francisco  property,  subject  to 
availability  of  funding. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  11,  2013. 


Secretary,  Public  Utilities  Commission 


San  Francisco 
Water  Power  Sewer 

Services  of  the  San  Francisco  fHibltc  Utilities  Commission 

San  Francisco  public  utilities  commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 


AGENDA 
Tuesday,  June  25,  2013 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


Commissioners 

Art  Torres,  President 
Vince  Courtney,  Vice  President 
Ann  Moller  Caen 
Francesca  Vietor 
Anson  Moran 


Harlan  L.  Kelly,  Jr. 

General  Manager 


Donna  Hood 

Secretary 


For  infoimation,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  www  sfwater.orq 
Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.qranicusxomA/iewPubiisher.php?vievv  id=22 


Disability  Access 

The  Public  Utilities  Commission  meeting  will  be  held  in  Room  400,  at  One  1  Dr.  Carlton  B.  Goodlett 
Place,  (400  Van  Ness  Avenue),  San  Francisco,  CA.  The  closest  accessible  BART  Station  is  the 
Civic  Center  Station  at  United  Nations  Plaza  and  IVIarket  Street.  Accessible  MUNI  Lines  serving  this 
location  are:  Muni  Metro  lines  J  Church,  K  Ingleside,  L  Taraval,  M  Oceanview,  N  Judah  and  T  Third 
at  Van  Ness  and  Civic  Center  Stations;  F  Market  Line;  and  bus  routes  19  Polk,  47  Van  Ness,  49 
Mission  Van  Ness,  5  Fulton,  6  Parnassus,  21  Hays,  9  San  Bruno,  9L  San  Bruno  Limited,  71  Height 
Noriega  and  71 L  Noriega  Limited.  For  more  information  about  MUNI  accessible  services  call  (415) 
701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been 
designated  on  the  Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility- 
impaired  persons.  There  is  accessible  parking  available  within  the  Civic  Center  Underground 
Parking  Garage  at  the  corner  of  McAllister  and  Polk  Streets,  and  within  the  Performing  Arts  Parking 
Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  incloding  auxiliary  aids  or  services,  or  to  obtain 
meeting  materials  in  alternative  format,  please  contact  Donna  Hood  at  (415)  554-3165,  or  by 
emailing  dhood(a)sfwater.orq.  Providing  at  least  72  hours  notice  will  help  to  ensure  availability. 

To  assist  the  City's  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses, 
multiple  chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that 
other  attendees  may  be  sensitive  to  various  chemical  based  products.  Please  help  the  City 
accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance 
(Chapter  67  of  the  San  Francisco  Administrative  Code) 

Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public. 
Commissions,  boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the 
people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the  people  and 
that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under  the 
Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  the  Sunshine  Ordinance  Task 
Force,  City  Hall,  Room  409,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102-4683  at 
Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554-7854;  E-mail:  sotf(a).sfqov.orq.  Copies  of  the 
Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San  Francisco 
Public  Library  and  on  the  City's  website  at  www.sfqov.orq. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are 
prohibited  at  this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the  meeting 
room  of  any  person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar 
sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements 

Individuals  and  entities  that  influence  or  attempt  to  influence  local  legislative  or  administrative  action 
may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF  Campaign  &  Governmental  Conduct 
Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information  about  the  Lobbyist 
Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue,  Suite 
220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-31 12;  web  site  at  , 
www.sfqov.orq/ethics.  ; 


ORDER  OF  BUSINESS: 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  Minutes  of  June  1 1 ,  201 3 

4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within  the 
Commission's  jurisdiction  and  are  not  on  today's  agenda. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

.  130099 

6.  Other  Commission  Business 

a)  Adoption  of  a  Resolution  in  support  of  the  nomination  of  Anson  B.  Moran  as  a 
Board  Member  for  the  Association  of  California  Water  Agencies,  Region  5. 

7.  Report  of  the  General  Manager 

a)  WSIP  Update  (Labonte) 

8.  Joint  SFPUC/BAWSCA  Water  Supply  Presentation  (Ritchie/Jensen) 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney 
where  applicable. 

Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
525  Golden  Gate  Avenue,  13^^  Floor,  San  Francisco,  CA  94102,  Telephone:  (415)  554- 
3 1 65,  Fax:  (4 1 5)  554-3424. 

CONSENT  CALENDAR 

9.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by 
a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these 
items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which  event 
the  matter  will  be  removed  from  the  Calendar  and  considered  as  a  separate  item. 

a)    Approve  Amendment  No.1  to  Agreement  No.  CS-257(I),  Regional 
^       Construction  Contractors  Outreach  Services,  with  the  JLM  Management  Group, 
to  continue  conducting  site  visits  and  other  related  small  business  outreach 
services  for  the  San  Francisco  Public  Utilities  Commission-Local  Business 
Enterprise;  and  authorize  the  General  Manager  to  negotiate  and  execute  an 
amendment  Increasing  the  duration  of  the  agreement  up  to  six  months,  for  a 


CO 


total  agreement  duration  up  to  one  year  and  six  months,  with  no  change  to  the 
contract  amount.  (Cruz) 

b)    Accept  work  performed  by  California  Drilling  &  Blasting  Co.,  Inc.,  for  Contract 
No.  HH-962E,  South  Fork  Adit  Access  Rockfall  Stability  Project,  for  a  total 
contract  amount  of  $66,866;  and  with  a  total  contract  duration  of  367 
consecutive  calendar  days;  and  authorize  final  payment.  (Ritchie) 

c:?  c)    Accept  work  performed  by  Delta  Star,  Inc.,  for  Contract  No.  HH-964E,  Holm 

Transformer  Repair  Project,  for  a  total  contract  amount  of  $521,465,  and  with  a 

««3  -       total  contract  duration  of  120  consecutive  calendar  days;  and  authorize  final 
payment.  (Ritchie) 

CO' 

<=>   d)    Accept  work  performed  by  Ranger  Pipelines,  Inc.,  for  Contract  No.  WD-2555,  . 
^         Crystal  Springs  Pipeline  No.  2  Replacement  Project,  for  a  total  contract  amoUnt 
co^,      of  $34,146,821 ,  and  with  a  total  contract  duration  of  740  consecutive 

calendar  days;  and  authorize  final  payment.  (Labonte) 

• 

-  ^  e)    Accept  work  performed  by  Shimmick  Construction  for  Contract  No.  WD-2568 
o        Bay  Division  Pipeline  3  &  4  Crossovers;  Approve  Modification  No.  39  (Final), 
2       decreasing  the  contract  by  $338,722.31 ,  for  a  total  contract  amount  of 
CO       $1 3,247,723.51 ,  and  with  a  time  extension  of  34  consecutive  calendar  days, 

^       for  a  total  contract  duration  of  1 193  consecutive  calendar  days;  and  authorize 
final  payment.  (Labonte) 

in  f)     Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2683R,  16- 
inch  &  8-inch  Ductile  Iron  Water  Main  Installation  on  Indiana,  Tennessee, 
Mariposa  and  3''^  Streets,  to  install  approximately  7,000  feet  of  ductile  iron  pipe 
and  ancillary  service  pipe,  in  the  amount  of  $2,445,650,  to  the  lowest,  qualified, 
responsible  and  responsive  bidder,  M  Squared  Construction,  Inc.  (Ritchie) 

g)    Accept  work  performed  by  Super  Excavators,  Inc.,  for  Contract  No.  WW-487, 
^     Sunnydale  Auxiliary  Sewer;  Approve  Modification  No.  9  (Final)  for  adjustments 
o     to  final  bid  item  quantities,  increasing  the  contract  by  $14,392,  for  a  total 
^     contract  amount  of  $44,764,830,  and  with  a  time  extension  of  68  consecutive 
m     calendar  days,  for  a  total  contract  duration  of  703  consecutive  calendar  days; 
and  authorize  final  payment.  (Moala) 

REGULAR  BUSINESS 

10.     Recommend  that  the  Board  of  Supervisors  approve  the  sale  of  an  easement 

over  an  approximately  23,185  square-foot  portion  of  SFPUC  real  property  in  the 
Crystal  Springs  Watershed  in  unincorporated  San  Mateo  County  to  PG&E;  and 
o      Authorize  the  General  Manager  or  the  City  and  County  of  San  Francisco's 

Director  of  Property  to  execute  an  easement  agreement  conveying  the 
eo       Easement  to  PG&E  for  its  fair  market  value  of  $15,400,  following  approval  by 
the  Board  of  Supervisors.  (Russell) 


CD 


C8. 


1 1 .     Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 


CO 


12.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters 
listed  below  as  Conference  with  Legal  Counsel. 

CLOSED  SESSION 

The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

1 3.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1).  (Margolis) 

CO 

^    Existing  Litigation 

Bank  of  America  N.A.  v.  the  City  and  County  of  San  Francisco 
San  Francisco  Superior  Court  Case  No.:  CGC-1 0-503389 
■  '    City  Attorney  No.:  110331/Date  Filed:  September  9,  2010 

14.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1).  (Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529309 

City  Attorney  File  No.  0000657/Date  Filed  March  6,  2013:  Served  June  6,  2013 

15.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d) 
(1).  (Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

San  Francisco  Superior  Court  Case  No.  CGC-1 3-52931 0  ^ 

City  Attorney  File  No.  0000657/Date  Filed  June  6,  201 3 

16.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1).  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A127554/Date  Filed:  January  29,  2010  (Mueller) 

17.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Sections  54956.9(d)(2),  (4)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(2).  (Mueller) 


Existing  Litigation: 

300  Spear  Realty  Venture  LLC  vs.  the  City  and  County  of  San  Francisco;  Tiie  City 
and  County  of  San  Francisco  vs.  300  Spear  Realty  Venture  LLC 

18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9(d)(4)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(2).  (Ambrose) 

Anticipated  Litigation  -  As  Plaintiff 

1 9.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 
Section  54957  and  San  Francisco  Administrative  Code  67.10(a)  (Barrett) 

Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 
and  Power  Systems. 

Following  Closed  Session,  tfie  Commission  will  reconvene  in  Open  Session 

20.  Announcement  following  Closed  Session. 

21 .  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

22.  Other  new  business. 


ADJOURNMENT 


San  Francisco 
Water    wer  Sewer 

Services  of  the  San  Francisco  Public  Utilities  Commission 


NOTICE  OF  PUBLIC  HEARINGS 

NOTICE  OF  PUBLIC  HEARINGS  Tuesday,  July  9,  2013  -  10:00  AM  City 
Hall,  Room  400,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102,  at 
a  Special  Meeting  of  the  SAN  FRANCISCO  PUBLIC  UTILITIES 
COMMISSION,  and  if  necessary,  Tuesday,  July  9,  201 3  -  1 :30  PM  City  Hall, 
Room  400,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102,  at  a 
Regular  Meeting  of  the  SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION, 
and  if  necessary,  Tuesday,  July  23,  2013-  1 :30  PM  City  Hall,  Room  400,  1 
Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102,  at  a  Regular 
Meeting  of  the  SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION,  and  if 
necessary,  Tuesday,  August  13,  2013,  -  1:30  PM  City  Hall,  Room  400,  1  Dr. 
Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102,  at  a  Regular  Meeting  of 
the  SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION,  and  if  necessary, 
Tuesday,  August  27,  2013  -  1:30  PM  City  Hall,  Room  400,  1  Dr.  Carlton  B. 
Goodlett  Place,  San  Francisco,  CA  94102,  at  a  Regular  Meeting  of  the  SAN 
FRANCISCO  PUBLIC  UTILITIES  COMMISSION:  Public  Hearing,  discussion 
and  possible  action  to  adopt  schedules  of  electric  rates  and  charges  for 
customers  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  for 
phase  one  of  the  CleanPowerSF  Community  Choice  Aggregation  Program  for 
renewable  power  procurement  within  San  Francisco.  The  detailed  agenda  and 
related  files  will  be  available  at  least  72  hours  before  the  scheduled  meetings 
at  the  SFPUC  website  www.sfwater.orq.  or  by  calling  (415)  554-3165. 
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MINUTES 
Tuesday,  June  25,  2013 

(Approved  July  9,  2013) 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


Commissioners 

Art  Torres,  President 
Vince  Courtney,  Vice  President 
Ann  Moller  Caen 
Francesca  Vietor 
Anson  Moran 


Harlan  L.  Kelly,  Jr. 

General  Manager 


Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUG  web  site:  www.sfwatef.orq 
Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.qranicus,com/ViewPiibiisher.php?view  id=22 


ORDER  OF  BUSINESS: 


1.  Call  to  Order 

President  Torres  called  the  meeting  to  order  at  1:35  PM. 

2.  Roll  Call 

Present:  Torres,  Courtney,  Caen  and  Moran 
Excused:  Vietor 

3.  Approval  of  Minutes  of  June  1 1 .  201 3 

Commissioner  Caen  noted  that  Commissioner  Vietor  was  not  listed  as  being  present 
at  the  June  1 meeting,  but  was  shown  as  participating  and  voting.  Secretary  Hood 
stated  that  Commissioner  Vietor  arrived  late,  which  was  inadvertently  omitted  from 
the  minutes,  and  that  her  arrival  time  will  be  noted. 

Public  Comments 
None. 

On  motion  to  approve  the  Minutes  of  June  11,  2013  as  amended: 
AYES:  Torres,  Courtney,  Caen  and  IVIoran 

4.  Public  Comments 

•  Ms.  Ann  Clark,  Vice  President,  Friends  of  Camp  Mather,  indicated  the  Camp 
Mather  is  open  and  encouraged  everyone  to  visit.  She  provided  a  Camp  Mather 
fact  sheet. 

•  Mr  Francisco  DaCosta  discussed  collection  of  rainfall,  flooding,  conservation  and 
the  need  for  a  holistic  approach. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

Public  Comments 
None. 

6.  Other  Commission  Business 

a)  Adoption  of  a  Resolution  in  support  of  the  nomination  of  Anson  B.  Moran  as  a 
Board  Member  for  the  Association  of  California  Water  Agencies,  Region  5. 

(Resolution  13-0Q99) 

On  Motion  to  Approve  item  6a: 
AYES:  Torres,  Courtney,  Caen  and  Moran 
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7.  Report  of  the  General  Manager 

General  Manager  Harlan  L  Kelly,  Jr.,  stated  that  Ms.  Julie  Labonte,  WSIP  Director, 
was  named  2013  Government  Civil  Engineer  of  the  Year  by  the  American  Society  of 
Civil  Engineers,  and  offered  his  congratulations. 

a)  Water  System  Improvement  Program  Update 

Ms.  Labonte  reviewed  key  milestones  of  the  Water  System  Improvement 
Program  (WSIP):  Closeout  of  Crystal  Springs  Pipeline  No.  2,  and  BDPL  No.  3 
and  4  Crossover;  Substantial  completion  on  the  Sunol  Valley  Water  Treatment 
Plant,  and  the  San  Joaquin  Pipeline  System  Western  Segment. 

She  provided  a  brief  update  on  six  mega  projects:  Calaveras  Dam;  New  Irvington 
Tunnel;  Bay  Tunnel;  Seismic  upgrade  of  BDPL  3  and  4  at  the  Hayward  Crossing; 
Harry  Tracy  long  term  improvements;  and  Crystal  Springs  San  Andreas. 

Commissioners  Caen  and  Moran  congratulated  Ms.  Labonte  on  her  award. 

Public  Comments 

•   Mr  Art  Jensen,  BAWSCA,  congratulated  Ms.  Labonte  on  her  award. 

8.  Joint  SFPUC/BAWSCA  Water  Supply  Presentation 

Mr  Steve  Ritchie,  Assistant  General  Manager,  Water  Enterprise,  began  his 
presentation  by  reviewing  the  Water  Supply  Level  of  Service  Goals  and  Objectives. 
He  provided  a  summary  of  phased  WSIP  approval  implementation  elements,  and 
then  briefly  reviewed  obligations  and  guarantees  contained  in  the  2009  Water 
Supply  Agreement.  Mr  Ritchie  addressed  regulatory  and  policy  supply  shortfalls, 
and  the  implications  of  potential  shortfalls,  which  could  total  up  to  26. 1  mgd.  Mr 
Ritchie  discussed  future  risk  and  demand  uncertainty;  WSIP  water  supply  projects 
(Regional  Water  System  Supply,  Regional  Water  System  Dry  Year  Supply);  and 
Retail  Supply.  He  described  additional  water  supply  options  that  are  available  and 
provided  a  chart  detailing  retail  water  availability  in  multiple  dry  years  with  increased 
demand,  and  reviewed  a  timeline  of  water  supply  projects,  noting  that  regional 
desalination  project  is  a  big  decision  that  needs  to  be  made.  Mr  Ritchie  closed  his 
presentation  by  offering  summary  conclusions. 

Commissioner  Moran  offered  his  thought  and  concerns  on  water  supply,  projections, 
planning,  and  the  Water  Supply  Agreement  (WSA). 

President  Torres  questioned  how  the  SFPUC  would  meet  contractual  requirements 
of  the  WSA  and  asked  what  strategies  are  in  place  to  do  so.  Mr  Ritchie  replied  that 
the  desalination  project  or  transfers  are  the  major  options.  President  Torres  asked 
for  additional  information  on  desalination,  which  staff  will  provide. 
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Commissioner  Caen  asked  about  the  lack  of  reference  to  storage,  to  which  Mr. 
Ritchie  provided  response.  She  also  asked  about  the  Don  Pedro  project,  that  City 
Attorney  Donn  Furman  provided. 

Mr  Art  Jensen,  BAWSCA,  began  his  presentation  by  describing  BAWSCA's 
objectives  for  long-term  water  supply  decisions  and  assumptions,  and  noted  that 
BAWSCA  Board  wants  to  make  their  business  and  policy  decisions  with  certainty. 
He  stated  that  through  action  or  inaction,  the  City  and  County  of  San  Francisco  has 
created  uncertainty  for  BAWSCA  member  agencies,  and  he  touched  on  those.  Mr. 
Jensen  described  BAWSCA's  planning  assumptions  which  account  for  the 
uncertainties,  and  stated  that  the  BAWSCA  Board  will  consider  whether  to  adopt  a 
Level  of  Service  Goal  for  drought  reliability.  He  discussed  future  challenges  that 
BAWSCA's  planning  will  address;  Provided  detail  as  to  why  they  are  doing  what  they 
are  doing;  and  discussed  why  San  Francisco  should  willingly  support  its  Wholesale 
customers. 

Commissioner  Moran  thanked  Mr.  Jensen  for  his  presentation  and  in  response  to  a 
question,  Mr.  Jensen  briefly  discussed  wholesale  water  supply  considerations. 

Public  Comments 

•       Mr.  Peter  Drekmeier,  Tuolumne  River  Trust,  commended  staff  on  their  effort.  He 
expressed  concern  with  the  water  transfer  and  the  regional  groundwater  storage 
and  recovery  projects,  feeling  they  would  take  too  much  water  out  of  the  middle 
Tuolumne  River  below  O'Shaughnessy  Dam.  He  expressed  concern  that  the 
Adaptive  Management  Plan  has  not  been  finalized,  and  felt  that  population 
growth  needs  to  be  included  in  demand-side  discussions. 

Commissioner  Moran  Request  that  staff  return  to  the  Commission  in  60  days  with 
a  first  draft  of  the  Water  Supply  Agreement,  talking  strategy  that  addresses  the 
three  questions  in  the  Agreement. 

9.    CONSENT  CALENDAR 

a)  Approve  Amendment  No.1  to  Agreement  No.  CS-257(I),  Regional  Construction 
Contractors  Outreach  Services,  with  the  JLIVI  Management  Group,  to  continue 
conducting  site  visits  and  other  related  small  business  outreach  services  for  the 
San  Francisco  Public  Utilities  Commission-Local  Business  Enterprise;  and 
authorize  the  General  Manager  to  negotiate  and  execute  an  amendment 
increasing  the  duration  of  the  agreement  up  to  six  months,  for  a  total  agreement 
duration  up  to  one  year  and  six  months,  with  no  change  to  the  contract  amount. 
(Resolution  13-0100) 

b)  Accept  work  performed  by  California  Drilling  &  Blasting  Co.,  Inc.,  for  Contract  No. 
HH-962E,  South  Fork  Adit  Access  Rockfall  Stability  Project,  for  a  total  contract 
amount  of  $66,866;  and  with  a  total  contract  duration  of  367  consecutive 
calendar  days;  and  authorize  final  payment.  (Resolution  13-0101) 
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c)  Accept  work  performed  by  Delta  Star,  Inc.,  for  Contract  No.  HH-964E,  Holm 
Transformer  Repair  Project,  for  a  total  contract  amount  of  $521 ,465,  and  with  a 
total  contract  duration  of  120  consecutive  calendar  days;  and  authorize  final 
payment.  (Resolution  13-0102) 

d)  Accept  work  performed  by  Ranger  Pipelines,  Inc.,  for  Contract  No.  WD-2555, 
Crystal  Springs  Pipeline  No.  2  Replacement  Project,  for  a  total  contract  amount 
of  $34,146,821 ,  and  with  a  total  contract  duration  of  740  consecutive  calendar 
days;  and  authorize  final  payment.  (Resolution  13-0103) 

e)  Accept  work  performed  by  Shimmick  Construction  for  Contract  No.  WD-2568  Bay 
Division  Pipeline  3  &  4  Crossovers;  Approve  Modification  No.  39  (Final), 
decreasing  the  contract  by  $338,722.31 ,  for  a  total  contract  amount  of 

$1 3,247,723.51 ,  and  with  a  time  extension  of  34  consecutive  calendar  days,  for  a 
total  contract  duration  of  1 193  consecutive  calendar  days;  and  authorize  final 
payment.  (Resolution  13-0104) 

f)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2683R,  16- 
inch  &  8-inch  Ductile  Iron  Water  Main  Installation  on  Indiana,  Tennessee, 
Mariposa  and  3'^'^  Streets,  to  install  approximately  7,000  feet  of  ductile  iron  pipe 
and  ancillary  service  pipe,  in  the  amount  of  $2,445,650,  to  the  lowest,  qualified, 
responsible  and  responsive  bidder,  M  Squared  Construction,  Inc.  (Resolution  13- 
0105) 

g)  Accept  work  performed  by  Super  Excavators,  Inc.,  for  Contract  No.  WW-487, 
Sunnydale  Auxiliary  Sewer;  Approve  Modification  No.  9  (Final)  for  adjustments  to 
final  bid  item  quantities,  increasing  the  contract  by  $14,392,  for  a  total  contract 
amount  of  $44,764,830,  and  with  a  time  extension  of  68  consecutive  calendar 
days,  for  a  total  contract  duration  of  703  consecutive  calendar  days;  and 
authorize  final  payment.  (Resolution  13-0106) 

Public  Comments 
•  None. 

On  Motion  to  Approve  items  9a  tlirough  9g: 
AYES:  Torres,  Courtney,  Caen  and  Moran 

10.     Recommend  that  the  Board  of  Supervisors  approve  the  sale  of  an  easement  over 
an  approximately  23.185  square-foot  portion  of  SFPUC  real  property  in  the 
Crystal  Springs  Watershed  in  unincorporated  San  Mateo  County  to  PG&E;  and 
Authorize  the  General  Manager  or  the  City  and  County  of  San  Francisco's 
Director  of  Property  to  execute  an  easement  agreement  conveying  the  Easement 
to  PG&E  for  its  fair  market  value  of  $15.400,  following  approval  by  the  Board  of 
Supervisors.  (Resolution  13-0107) 
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Vice  President  Courtney  expressed  concerns  over  liaving  PG&E  employees 
maintain  SFPUC  land  with  their  workforce  and  wants  to  ensure  that  their 
employees  are  in  correct  work  classifications  and  are  properly  trained.  Ms. 
Kristina  Zaccardelli  and  Mr  Mike  Riordan,  PGE  staff,  stated  that  the  property  will 
be  maintained  the  same  as  the  current  easement.  Ms.  Rosanna  Russell,  Real 
Estate  Director,  stated  that  the  project  mandates  that  PG&E  conform  to 
applicable  city  practices  and  ordinances,  including  those  related  to  jobs. 

General  Manager  Kelly  stated  that  the  project  is  a  high  priority  for  PG&E  and  has 
been  in  discussion  with  the  SFPUC  and  the  Mayor  regarding  the  project. 

Vice  President  Courtney  expressed  his  understanding  of  the  urgency,  but  stated 
that  the  workforce  needs  to  be  classified  and  trained  properly  to  ensure  safety  of 
all  involved. 

Mr  Michael  Carlin,  Deputy  General  Manager,  stated  that  staff  will  communicate 
with  PG&E  and  will  provide  a  response  to  Vice  President  Courtney  regarding  the 
classifications,  training,  and  safety  plans  for  PG&E  employees  who  work  on 
SFPUC  property 

Public  Comments 

•  None. 

On  Motion  to  Approve  item  10,  on  the  condition  that  staff  return  with 

information  as  requested: 

AYES:  Torres,  Courtney,  Caen  and  Moran 

11.  Public  Comments  on  matters  to  be  discussed  in  Closed  Session 

Public  Comments 

•  None. 

12.  Motion  on  whether  to  assert  the  attomev-client  privilege  regarding  the  matters 
listed  below  as  Conference  with  Legal  Counsel 

On  IVIotion  to  ASSERT: 

AYES:  Torres,  Courtney,  Caen  and  Moran 

President  Torres  left  the  meeting  at  2:53  PM. 

CLOSED  SESSION 

13.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1).  (Resolution  13-0108) 
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Existing  Litigation 

Bank  of  America  N.A.  v.  the  City  and  County  of  San  Francisco 
San  Francisco  Superior  Court  Case  No.:  CGC-1 0-503389 
City  Attorney  No.:  110331/Date  Filed:  Septembers,  2010 

14.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1). 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529309 

City  Attorney  File  No.  0000657/Date  Filed  March  6,  2013:  Served  June  6,  2013 

15.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d) 

(1). 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.  CGC-1 3-529310 
City  Attorney  File  No.  0000657/Date  Filed  June  6,  2013 

16.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1). 

Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A127554/Date  Filed:  January  29,  2010 

17.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Sections  54956.9(d)(2),  (4)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(2). 

Existing  Litigation: 

300  Spear  Realty  Venture  LLC  vs.  the  City  and  County  of  San  Francisco;  The  City 
and  County  of  San  Francisco  vs.  300  Spear  Realty  Venture  LLC 

18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9(d)(4)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(2). 

Anticipated  Litigation  -  As  Plaintiff 
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19.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 
Section  54957  and  San  Francisco  Administrative  Code  67.10(a) 

Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 
and  Power  Systems. 

20.  Announcement  following  Closed  Session 

Vice  President  Courtney  announced  that  a  settlement  was  recommended  on  Item 
13,  with  no  other  action  taken. 

21.  Motion  regarding  whether  to  disclose  the  discussions  durino  Closed  Session 

On  Motion  to  NOT  TO  DISCLOSE: 
AYES:  Courtney,  Caen  and  Moran 

22.  Other  new  business 
None. 

Vice  President  Courtney  adjourned  the  meeting  at  3:16  PM 
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PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 


RESOLUTION  NO.  13-0099 


WHEREAS,  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  encourages  and 
supports  the  participation  of  the  SFPUC  in  the  affairs  of  the  Association  of  California  Water 
Agencies  (ACWA);  and 

WHEREAS,  Commissioner  Anson  Moran  was  duly  elected  as  a  Board  Member  to  the 
ACWA  Region  5  in  201 1;  and 

WHEREAS,  Commissioner  Anson  Moran  has  indicated  a  desire  to  continue  to  serve 
as  a  Board  Member  for  ACWA  Region  5;  now,  dierefore,  be  it 

RESOLVED,  That  this  Commission  places  its  full  and  unreserved  support  in 
the  nomination  of  Anson  Moran  to  continue  as  a  Board  Member  for  ACWA  Region 
5;  and  be  it  further 

RESOLVED,  That  this  Commission  acknowledges  that  the  expenses  attendant  with 
the  service  of  a  Board  Member  in  ACWA  Region  5  shall  not  be  borne  by  ACWA. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission 
at  its  meeting  of  June  25,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  13-0100 


WHEREAS,  Commission  Resolution  09-0017  on  January  27,  2009  authorized  the 
General  Manager  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  to  negotiate  and 
execute  a  professional  services  agreement  No.  CS-257(I),  Regional  Construction  Contractors 
Outreach  Services  in  the  amount  of  $49,500  with  a  term  of  one  (1)  year,  concluding  on  June  28, 
2013,  with  JLM  Management  Group;  and 

WHEREAS,  Amendment  No.  1  is  being  requested  to  continue  conducting  site  visits  and 
other  related  small  business  outreach  services  for  the  San  Francisco  Public  Utilities  Commission- 
Local  Business  Enterprise  (SFPUC-LBE)  program  in  the  regional  Hetch  Hetchy  water  service 
territory,  extending  the  agreement  duration  by  six  (6)  months,  for  a  total  agreement  duration  of 
one  (1)  year  and  six  (6)  months;  and 

WHEREAS,  Pursuant  to  Chapter  14B  of  the  San  Francisco  Administrative  Code,  LBE 
subcontracting  goals  do  not  apply  to  Micro-LBE  Set-Aside  contracts;  and 

■  WHEREAS,  Funds  for  this  agreement  are  available  from  Infrastructure  Operating 
Budget;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  1,  Infrastructure 
Operating  Budget  -funded  to  Agreement  No.  CS-257(I),  Regional  Construction  Contractors 
Outreach  Services,  with  JLM  Management  Group  to  continue  conducting  site  visits  and  other 
related  small  business  outreach  services  for  the  San  Francisco  Public  Utilities  Commission-Local 
Business  Enterprise  (SFPUC-LBE)  program,  and  authorizes  the  General  Manager  of  the  SFPUC 
to  negotiate  and  execute  an  amendment  increasing  the  duration  of  the  agreement  up  to  six  (6) 
months,  for  a  total  agreement  duration  up  to  one  (1)  year  and  six  (6)  months,  with  no  change  to 
the  contract  amount. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  25,  2013. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  13-0101 


WHEREAS,  Construction  has  been  completed  for  Hetch  Hetchy  Water  and  Power 
(HHWP)  Capital  Improvement  Program  (ClP)-funded,  Contract  No.  HH-962E,  South  Fork  Adit 
Access  Rockfall  Stability  Project,  by  the  contractor,  California  Drilling  and  Blasting  Inc.;  and 

WHEREAS,  On  May  22,  2012,  by  Resolution  No.  12-0086,  this  Commission  ratified  a 
Declaration  of  Emergency  made  by  the  General  Manager  of  the  San  Francisco  Public  Utilities 
Commission  for  the  South  Fork  Adit  Access  Rockfall;  and 

WHEREAS,  An  Emergency  Contract,  No.  HH-962E,  South  Fork  Adit  Access  Rockfall 
Stability  Project  in  the  amount  of  $319,000,  was  awarded  to  California  Drilling  and  Blasting, 
Inc.  and  the  total  revised  contract  amount  is  $66,866;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  May  4,  2012,  with  an 
original  schedule  of  100  consecutive  calendar  days  and  the  contract  work  was  completed  in  367 
consecutive  calendar  days  on  May  6,  2013;  and 

WHEREAS,  The  Contract  Monitoring  Division  granted  an  emergency  waiver  of  the 
subcontracting  goals  pursuant  to  Chapter  14. A.  12.2  of  the  San  Francisco  Administrative  Code; 
and 

WHEREAS,  Funds  are  available  Hetch  Hetchy  Water  and  Power  Capital  Project 
CUH950-01;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  California 
Drilling  and  Blasting,  Inc.  for  HHWP  CIP-funded  Contract  No.  HH-962E,  Soudi  Fork  Adit 
Access  Rockfall  Stability  Project,  for  a  total  contract  amount  of  $66,866,  and  with  a  total 
contract  duration  of  367  consecutive  calendar  days;  and  authorizes  final  payment,  to  the 
contractor. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  Its  meeting  of  June  25,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0102 


WHEREAS,  Construction  has  been  completed  for  Hetch  Hetchy  Water  and  Power 
(HHWP)  Capital  Improvement  Program  (ClP)-funded,  Contract  No.  HH-964E,  Holm 
Transformer  Repair  Project,  by  the  contractor,  Delta  Star,  hic;  and 

WHEREAS,  On  September  6,  2012,  a  Declaration  of  Emergency  was  made  by  the 
General  Manager  of  the  San  Francisco  Public  Utilities  Commission,  and  approved  by  the 
President  of  the  Commission,  for  the  Repau:  of  two  failed  transformers  at  Holm  Powerhouse 
Unit  1;  and 

WHEREAS,  An  Emergency  Contract,  No.  HH-964E,  Holm  Transformer  Repair  Project 
in  the  amount  $732,517,  was  awarded  to  Delta  Star,  Inc.  and  the  total  revised  contract  amount  is 
$521,465;  and 

WHEREAS,  The  construction  contract  start  date  was  October  15,  2012,  with  an  original 
schedule  of  120  consecutive  calendar  days  and  the  contract  work  was  completed  in  120 
consecutive  calendar  days  on  February  12, 2013;  and 

WHEREAS,  The  Contract  Monitoring  Division  granted  an  emergency  waiver  of  the 
subcontracting  goals  pursuant  to  Chapter  14.A.12.2  of  the  San  Francisco  Administrative  Code; 
and 

WHEREAS,  Funds  are  available  from  HHWP  CIP  No.  CUHlOl-01;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  Delta  Star,  Inc. 
for  HHWP  CIP-fimded  Contract  No.  HH-964E,  Holm  Transformer  Repair  Project,  for  a  total 
contract  amount  of  $521,465,  and  with  a  total  contract  duration  of  120  consecutive  calendar 
days;  and  authorizes  fmal  payment  to  the  contractor. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  25,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0103 


WHEREAS,  Construction  has  been  completed  for  Water  Enterprise,  Water  System 
Improvement  Program  (WSIP)-funded  Contract  No.  WD-2555,  Crystal  Springs  Pipeline  No.  2 
Replacement  Project,  by  the  contractor.  Ranger  Pipelines,  Inc.;  and 

WHEREAS,  On  January  11,  2011,  by  Resolution  No.  1 1-001 1,  this  Commission  awarded 
Contract  No.  WD-2555,  Crystal  Springs  Pipeline  No.  2  Replacement  Project,  in  the  amount  of 
$32,547,350,  to  the  lowest,  qualified  responsible  and  responsive  bidder,  Ranger  Pipelines,  Inc.; 
and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  March  7, 
2011,  with  an  original  schedule  of  681  consecutive  calendar  days  and  the  contract  work  was 
completed  in  740  consecutive  calendar  days  on  March  15,  2013;  and 

WHEREAS,  The  original  contract  amount  was  for  $32,547,350  and  the  original  contract 
duration  was  681  consecutive  calendar  days;  and 

WHEREAS,  Modifications  Nos.  1  -  22.  were  issued  for  $1,599,471  to  address  design 
changes  due  to  differing  site  conditions,  relocation  and  repairs  of  previously  unidentified 
underground  utilities,  additional  paving,  and  additional  modifications  to  service  connections 
increasing  the  contract  amotmt  to  $34,146,821,  and  increasing  the  contract  duration  by  59 
consecutive  calendar  days;  and 

WHEREAS,  The  Contract  Monitoring  Division  determined  that  the  contractor  met  the 
established  5.45%  Local  Business  Enterprise  subcontractor  participation  goal  by  achieving  an 
LBE  participation  of  9.03%  on  the  project;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW378  -  Crystal  Springs  Pipeline 
No  2  Replacement  Project;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  Ranger  Pipelines, 
Inc.  for  Water  Enterprise,  WSIP-funded  Contract  No.  WD-2555,  Crystal  Springs  Pipeline  No.  2 
Replacement  Project,  for  a  total  contract  amount  of  $34,146,821,  and  with  a  total  contract 
duration  of  740  consecutive  calendar  days;  and  authorizes  fmal  payment  to  the  contractor. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  25,  2013. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0104 


WHEREAS,  Construction  lias  been  completed  for  Water  Enterprise,  Water  System 
Improvement  Program  (WSIP)-funded  Contract  No.  WD-2568,  Bay  Division  Pipeline  (BDPL) 
Crossovers,  by  the  contractor,  Shimmick  Constmction;  and 

WHEREAS,  On  April  28,  2009,  by  Resolution  No.  09-0071,  this  Commission  awarded 
Contract  No.  WD-2568,  BDPL  3&4  Crossovers,  in  the  amount  of  $12,695,000,  to  the  lowest, 
qualified  responsible  and  responsive  bidder,  Shimmick  Construction;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  July  13,  2009, 
with  an  original  schedule  of  1159  consecutive  calendar  days  and  the  contract  work  was 
completed  in  1193  consecutive  calendar  days  on  October  18,  2012;  and 

WHEREAS,  The  origmal  contract  amount  was  for  $12,695,000  and  the  original  contract 
duration  was  1 159  consecutive  calendar  days;  and 

WHEREAS,  Modification  Nos.  1-38  were  issued  for  $891,445.82  for  pipe  and  pipe 
appurtenances,  gaskets,  nuts  and  bolts,  civil,  instrumentation  and  controls,  electrical,  SCADA, 
communication  and  HVAC  changes,  well  removal  work,  vault  and  manhole  modifications, 
changes  to  the  backup  generator  systems,  credit  for  various  bid  items  and  changes  to  Palo  Alto 
Power,  Pacific  Gas  &  Electric  and  Santa  Clara  Power  connections,  increasing  the  contract 
amount  to  $13,586,446;  and 

WHEREAS,  Modification  No.  39  (Final)  is  being  requested  for  ($338,722)  to  adjust  final 
quantities  and  cost  for  all  bid  items  and  previous  change  orders  to  match  final  installed 
conditions  and  provide  a  non-compensable  time  extension  to  complete  all  remaining  contract 
work,  decreasing  the  contract  amount  to  $13,247,724,  and  extending  the  contract  duration  by  34 
consecutive  calendar  days;  and 

WHEREAS,  The  final  contract  amount  of  $13,247,724  is  4.4%  above  the  origmal 
awarded  contract  amount  of  $12,695,000,  which  is  well  below  the  10%  construction 
contingency;  and 

WHEREAS,  The  contractor  exceeded  the  established  Contract  Monitoring  Division 
subcontracting  goals  of  13%  Local  Business  Enterprise  (LBE)  participation,  by  utilizing  a 
project  total  LBE  participation  of  14.35%;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW38001-  BDPL  3&4  Crossovers; 
now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  accepts  work  performed  for  Water 
Enterpnse,  Water  System  Improvement  Program-funded  Contract  No.  WD-2568  BDPL  3&4 
Crossovers,  approves  Modification  No.  39  (Final),  decreasing  the  contract  by  $338  722  for  a 
total  contract  amount  of  $13,247,724,  and  with  a  time  extension  of  34  consecutive  calendi  days 
for  a  total  contract  duration  of  1,193  consecutive  calendar  days;  and  authorizes  final  payment  to 
the  contractor,  Shimmick  Construction. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0105 


WHEREAS,  Water  Enterprise,  Local  Conveyance/Distribution  System  Program-funded 
Contract  No.  Contract  No.  WD-2683R  16-inch  and  8-inch  Ductile  Iron  Water  Main  Installation 
on  Indiana,  Tennessee,  Mariposa  and  3rd  Streets  was  advertised  on  April  12,  2013;  and 

WHEREAS,  The  baseline  budget  amount  is  $2,590,000  and  the  Engineer's  Estimate  is 
$2,590,000  for  this  construction  contract  work  to  install  approximately  7,000  feet  of  ductile  iron 
pipe  and  ancillary  service  pipe;  and 

WHEREAS,  The  contract  duration  is  345  consecutive  calendar  days;  and 

WHEREAS,  The  Planning  Department  determined  that  Project  No.  CUW280,^  16-inch 
and  8-inch  Ductile  Iron  Water  Main  Installation  on  Indiana,  Tennessee,  Mariposa  and  3'  Streets, 
is  categorically  exempt  as  a  Class  2  Categorical  Exemption  under  the  California  Environmental 
Quality  Act  (CEQA)  on  July  25,  2012;  and 

WHEREAS,  Six  (6)  bids  were  received  and  opened  publicly  on  May  9,  2013;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  die  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  M  Squared  Constmction,  Inc. 
as  the  lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  CMD  subcontracting  goal  of  21%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract  and  M  Squared  Construction  Inc.  committed 
to  a  21.9%  LBE  participation  with  their  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Conamission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW280  16-  and  8-inch  Ductile  Iron 
Water  Main  Installation  on  Indiana,  Tennessee,  Mariposa  and  3"*  Streets;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  Water  Enterprise,  Local  Conveyance/Distribution  System  Program-funded  Contract  No 
WD-2683R,  16-inch  and  8-inch  Ductile  Iron  Water  Main  Installation  on  Indiana  Tennessee 
Manposa  and  3rd  Streets,  in  the  amount  of  $2,445,650,  to  the  lowest,  qualified,  responsible  and 
responsive  bidder,  M  Squared  Construction,  Inc. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  25,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  13-0106 


WHEREAS,  Construction  has  been  completed  for  Wastewater  Enterprise  (WWE), 
Interim  Capital  Improvement  Program  (ClP)-funded  Contract  No.  WW-487,  Sunnydale 
Auxiliary  Sewer,  by  Super  Excavators,  Inc.;  and 

WHEREAS,  On  August  10,  2010,  by  Resolution  No.  10-0142,  diis  Commission  awarded 
Contract  No.  WW-487,  Sunnydale  Auxiliary  Sewer,  in  the  amount  of  $37,381,800,  to  the  lowest, 
qualified  responsible  and  responsive  bidder.  Super  Excavators,  hic;  and 

WHEREAS,  The  construction  contract  Notice-To- Proceed  date  was  set  for  September  21, 
2010,  with  an  original  schedule  of  515  consecutive  calendar  days  and  the  contract  work  was 
completed  in  703  consecutive  calendar  days  on  August  24,  2012;  and 

WHEREAS,  The  original  contract  amount  was  for  $37,381,800  and  the  original  contract 
duration  was  515  consecutive  calendar  days;  and 

WHEREAS,  Modification  Nos.  1  through  6  were  issued  for  $415,188  for  adding  new 
work,  including:  training  for  new  tiuinel  workers,  exploratory  archaeological  core  samples, 
groundwater  monitoring  wells,  pipe  substitution,  hand-mining  work,  short  hauling  of  excavated 
material,  mnnel-shaft  bottom  slab  re-design,  directional  borings  face  modification  of 
microtunneling  machine,  grout  tunnel  bolt  pockets,  procurement  of  flow  monitoring 
instrumentation,  and  reimbursement  for  various  permit  fees;  and  deletion  of  contract  required  T- 
1  line,  increasing  the  contract  amount  to  $37,796,988;  and 

WHEREAS,  Modification  No.  7  was  issued  for  $6,953,450  ($7,233,450  was  approved 
through  Resolution  No.  1 1-0199  dated  December  13,  2011,  but  the  final  negotiated  amount  was 
$6,953,450)  to  install  84-inch  diameter  sewers  on  Sunnydale  Avenue  with  a  time  extension  of 
120  consecutive  calendar  days,  mcreased  the  contract  amount  to  $44,750,438,  increasing  the 
contract  duration  to  635  consecutive  calendar  days;  and 

WHEREAS,  Modification  Nos.  8  was  issued  to  decommission  wells  and  to  reduce  bid 
item  quantities,  with  no  change  to  contract  amount  of  $44,750,438;  and 

WHEREAS,  Modification  No.  9  (Fmal)  is  being  requested  in  the  amount  of  $14,392  for 
final  modifications  of  bid  item  quantities  with  a  time  extension  of  68  consecutive  calendar  days, 
increasing  the  contract  amount  to  $44,764,830,  and  extending  the  total  contract  duration  to  703 
consecutive  calendar  days; 

WHEREAS,  The  contractor  exceeded  the  established  Contract  Monitoring  Division 
subcontracting  goals  of  6%  Local  Business  Enterprise  (LBE)  participation,  by  utilizing  a  project 
total  LBE  participation  of  14.72%;  and 

WHEREAS,  Funds  are  available  from  Project  No.CENMSCIC23,  Sunnydale  Auxiliary 
Sewer;  now,  therefore,  be  it 


r^m  ^  ^59,^^°'  That  this  Commission  hereby  accepts  work  performed  for  WWE,  Interim 
CIP-funded  Contract  No.  WW-487,  Sunnydale  Auxiliary  Sewer,  approves  Modification  No  9 
(Fmal),  mcreasmg  the  contract  by  $14,392,  for  a  total  contract  amount  of  $44,764  830  and  widi 
a  tmie  extension  of  68  consecutive  calendar  days  for  a  total  contract  duration  of  703  consecutive 
calendar  days;  and  authorizes  final  payment  to  the  contractor,  Super  Excavators,  Inc. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  25,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  13-0107 


WHEREAS,  The  City  and  County  of  San  Francisco  (City),  through  its  Public  Utilities 
Commission  (SFPUC),  owns  certain  real  property  in  unincorporated  San  Mateo  County  known 
as  SFPUC  Parcel  31  (Assessor's  Parcel  No.  093-070-072)  within  the  Crystal  Springs  Watershed; 
and 

WHEREAS,  Pursuant  to  that  certain  Exchange  Deed,  recorded  as  Document  8340OAG 
on  October  16,  1973  with  the  San  Mateo  County  Recorder,  and  that  certain  deed,  recorded  in 
Book  570.  Page  294,  on  August  17,  1932  with  the  San  Mateo  County  Recorder,  the  Pacific  Gas 
and  Electric  Company  (PG&E)  obtained  existing  easements  (Existing  Easemerits)  across  a 
portion  of  SFPUC's  Parcel  31;  and 

WHEREAS,  PG&E  now  desires  to  acquire  an  additional  easement  (Easement)  over  an 
area  consisting  approximately  23,185  square  feet  (Easement  Area)  overlapping  with  and  adjacent 
to  its  Existing  Easements,  to  expand  its  valve  lot  and  install  new  gas  transmission  safety 
improvements;  and 

WHEREAS,  Pursuant  to  Charter  Section  8B.  12 1(a)  die  SFPUC  has  exclusive  charge  of 
the  real  property  assets  under  its  jurisdiction;  and 

WHEREAS,  The  SFPUC  does  not  currently  maintain  any  facilities  on  or  adjacent  to  the 
Easement  Area  and  does  not  anticipate  requiring  the  use  of  the  Easement  Area  for  any  SFPUC 
utility  facilitiesin  the  future;  and 

WHEREAS,  The  SFPUC  is  willing  to  sell  PG&E  a  non-exclusive  easement  on  the 
Easement  Area  for  valve  lot  purposes  (Easement),  reserving  to  SFPUC  the  right  to  use  the 
Easement  Area  for  uses  that  are  compatible  with  PG&E's  valve  station  and  pipelines;  and 

WHEREAS,  Offering  the  Easement  by  competitive  bidding  process  or  auction  would  be 
impractical  because  the  Easement  is  located  on  top  of  and  immediately  adjacent  to  PG&E's 
Existing  Easements  containing  a  subsurface  gas  transmission  pipelines  and  surface  valve  lot 
equipment;  and 

WHEREAS,  Associated  Right  of  Way  Services,  Inc.,  a  MAI-certified  appraiser,  recently 
stated  that  the  fair  market  value  of  the  Easement  is  $15,400;  and 

WHEREAS,  SFPUC  staff  and  the  City's  Department  of  Real  Estate  agreed  with  the 
appraiser's  statement  of  value  for  the  Easement;  and 

WHEREAS,  SFPUC  staff  and  PG&E  have  negotiated  proposed  terms  and  conditions  of 
the  Easement,  set  forth  in  the  form  of  Easement  Agreement  which  is  part  of  the  record  before 
this  Commission  (Easement  Agreement),  including  a  purchase  price  of  $15,400;  and 

WHEREAS,  On  August  30,  2012,  the  Planning  Department  certified  a  categorical 
exemption  under  Class  l,section  15301  of  the  CEQA  Guidelines;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  finds  that  the  public  interest  or  necessity  will  not  be 
mconvemenced  by  the  conveyance  of  the  Easement  to  PG&E;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  recommends  to  the  City's  Board  of 
Supervisors  to  approve  the  sale  of  this  Easement  to  PG&E  for  $  15,400;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  approves  the  terms  and  conditions  of  the 
Easement  ^d  authonzes  the  General  Manager  of  the  SFPUC  and/or  the  Director  of  Property 
followmg  Board  of  Supervisors  approval  of  conveyance  of  the  Easement,  to  executVthe 
Easement  and  enter  mto  any  amendments  or  modifications  to  the  Easement,  including  without 
Immation,  modification  addition,  or  deletion  of  exhibits  and  to  enter  into  any  related  documents 
mstruments.  memorandum,  or  odier  agreements  reasonably  necessary  to  consummate  th^ 
transaction  contemplated  m  the  Easement  Agreement,  that  the  General  Manager  determines  in 
consultation  with  the  City  Attorney,  are  in  the  best  interests  of  the  City;  lo  no  ire  My 
mcrease  the  liabilities  or  obligations  of  the  City  or  materially  dimmish  the  benefits  to  the  Ci  y 
are  necessary  or  advisable  to  effectuate  the  purposes  and  intent  of  the  Easement  Agreement  or 
this  Resolution;  and  comply  with  all  applicable  laws,  including  the  City  Charter. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  June  25,  2013.  L/n//r/es 


Secretary,  Public  Utilities  Commission 
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Disability  Access 


The  Special  Joint  SFPUC/LAFCo  meeting  will  be  field  in  Room  400,  at  One  1  Dr.  Carlton  B. 
Goodlett  Place,  (400  Van  Ness  Avenue),  San  Francisco,  CA.  The  closest  accessible  BART  Station 
is  the  Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  Lines 
serving  this  location  are:  Muni  Metro  lines  J  Church,  K  Ingleside,  L  Taraval,  M  Oceanview,  N  Judah 
and  T  Third  at  Van  Ness  and  Civic  Center  Stations;  F  Market  Line;  and  bus  routes  19  Polk,  47  Van 
Ness,  49  Mission  Van  Ness,  5  Fulton,  6  Parnassus,  21  Hays,  9  San  Bruno,  9L  San  Bruno  Limited, 
71  Haight  Noriega  and  71 L  Noriega  Limited.  For  more  information  about  MUNI  accessible  services 
call  (415)  701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been 
designated  on  the  Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility- 
impaired  persons.  There  is  accessible  parking  available  within  the  Civic  Center  Underground 
Parking  Garage  at  the  corner  of  McAllister  and  Polk  Streets,  and  within  the  Performing  Arts  Parking 
Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain 
meeting  materials  in  alternative  format,  please  contact  Donna  Hood  at  (415)  554-3165,  or  by 
emailing  dhood(a)sfwater.orq.  Providing  at  least  72  hours  notice  will  help  to  ensure  availability. 

To  assist  the  City's  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses, 
multiple  chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that 
other  attendees  may  be  sensitive  to  various  chemical  based  products.  Please  help  the  City 
accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance 
(Chapter  67  of  the  San  Francisco  Administrative  Code) 

Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public. 
Commissions,  boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the 
people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the  people  and 
that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under  the 
Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  the  Sunshine  Ordinance  Task 
Force,  City  Hall,  Room  409,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102-4683  at 
Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554-7854;  E-mail:  self (a)sfqov. org.  Copies  of  the 
Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San  Francisco 
Public  Library  and  on  the  City's  website  at  www.sfqov.orq. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are 
prohibited  at  this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the  meeting 
room  of  any  person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar 
sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements 

Individuals  and  entities  that  influence  or  attempt  to  influence  local  legislative  or  administrative  action 
may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF  Campaign  &  Governmental  Conduct 
Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information  about  the  Lobbyist 
Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue,  Suite 
220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-3112;  web  site  at 
www.sfqov.orq/ethics. 


SPECIAL  JOINT  MEETING 
San  Francisco  Public  Utilities  Commission 

and 

Local  Agency  Formation  Commission 


1.  Call  to  Order  ;> 

2.  Roll  Call 

3.  Opening  Remarks  and  discussion  of  expectations  for  the  joint  meeting. 

4.  General  Public  Comment 

Members  of  the  public  may  address  the  Special  Joint  Meeting  of  the  San  Francisco 
Public  Utilities  Commission  and  the  Local  Agency  Formation  Committee  on  matters 
that  are  within  either  of  their  respective  jurisdictions  and  are  not  on  today's  agenda 

5.  CleanPowerSF  Regulatory  Update  (Malcolm) 

6.  Public  Hearing:  Discussion  and  possible  action  regarding  schedules  of  rates  and 
charges  of  the  San  Francisco  Public  Utilities  Commission  Power  Enterprise  for 
Phase  One  of  the  CleanPowerSF  Community  Choice  Aggregation  Program  for 
renewable  power  procurement  within  San  Francisco.  (Hale) 

•  Staff  Report  and  Resolution 

•  CleanPowerSF  -  Staff  Presentation 

•  Proposed  Not-to-Exceed  Rates  -  Finance  Presentation 

•  Rate  Fairness  Board  -  March  2013  Not-to-Exceed  Rates  Slides 


ADJOURNMENT 


San  Francisco 
Water  Power  Sewer 

Services  of  the  San  Francisco  Public  Utilities  Commission 


NOTICE  OF  PUBLIC  HEARINGS 

NOTICE  OF  PUBLIC  HEARINGS  Tuesday,  July  9,  2013  -  10:00  AM  City 
Hall,  Room  400,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102,  at 
a  Special  Meeting  of  the  SAN  FRANCISCO  PUBLIC  UTILITIES 
COMMISSION,  and  if  necessary,  Tuesday,  July  9,  201 3  -  1 :30  PM  City  Hall, 
Room  400,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102,  at  a 
Regular  Meeting  of  the  SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION, 
and  if  necessary,  Tuesday,  July  23,  201 3  -  1 :30  PM  City  Hall,  Room  400,  1 
Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102,  at  a  Regular 
Meeting  of  the  SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION,  and  if 
necessary,  Tuesday,  August  13,  2013,  -  1:30  PM  City  Hall,  Room  400,  1  Dr. 
Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102,  at  a  Regular  Meeting  of 
the  SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION,  and  if  necessary, 
Tuesday,  August  27,  2013-  1 :30  PM  City  Hall,  Room  400,  1  Dr.  Carlton  B. 
Goodlett  Place,  San  Francisco,  CA  94102,  at  a  Regular  Meeting  of  the  SAN 
FRANCISCO  PUBLIC  UTILITIES  COMMISSION:  Public  Hearing,  discussion 
and  possible  action  to  adopt  schedules  of  electric  rates  and  charges  for 
customers  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  for 
phase  one  of  the  CleanPowerSF  Community  Choice  Aggregation  Program  for 
renewable  power  procurement  within  San  Francisco.  The  detailed  agenda  and 
related  files  will  be  available  at  least  72  hours  before  the  scheduled  meetings 
at  the  SFPUC  website  www.sfwater.orq.  or  by  calling  (415)  554-3165. 
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1.  Call  to  Order 

Chair  Avalos  called  the  meeting  to  order  at  10:12  AM. 

2.  Roll  Call 

Present:  Torres,  Caen,  Vietor  and  Moran 
Excused:  Courtney 

3.  Opening  Remarks  and  discussion  of  expectations  for  the  joint  meeting 

LAFCo  Chair  Avalos  thanked  the  Commissioners  for  attending.  He  clarified  that  the 
Shell  contract  was  not  up  for  approval,  but  rather,  possible  approve  of  Not-to-Exceed 
(NTE)  rates  for  CleanPowerSF.  He  reviewed  the  Board  of  Supervisors  action  of 
September  regarding  CleanPowerSF  and  offered  additional  comments. 

Public  Comment 

•  Mr  Francisco  DaCosta  stated  that  the  carbon  footprint  needs  to  be  addressed. 

4.  General  Public  Comment 

•  Mr  Francisco  DaCosta  expressed  thoughts  on  the  LAFCo  survey  and  feels  those 
who  are  most  impacted  did  not  participate. 

•  SFPUC  Commission  Secretary  Donna  Hood  noted  that  the  SFPUC  received 
emails  in  support/opposition  to  the  CleanPowerSF  Program  and  noted  that  those 
were  forwarded  to  the  Commission.  Chair  Avalos  that  LAFCo  staff  received 
correspondence  which  was  forwarded  to  their  members. 

SFPUC  General  Manager,  Harlan  L.  Kelly,  Jr,  offered  comments  regarding  the 
CleanPowerSF  Program,  outlining  the  work  that  has  been  done. 

5.  CleanPowerSF  Regulatory  Update 

Ms.  Kim  Malcolm,  SFPUC,  Director,  CleanPowerSF,  provided  an  update  on 
regulatory  issues.  She  reviewed  three  matters  before  the  California  Public  Utilities 
Commission  (CPUC)  that  affect  CleanPowerSF:  (1)  PG&E  proposal  to  maintain  its 
option  to  market  against  CCAs;  (2)  CPUC  staff  approval  of  CleanPowerSF's 
Implementation  Plan;  and  (3)  PG&E's  proposed  Green  Tariff. 

LAFCo  Chair  Avalos  offered  comments  on  PG&E's  proposal  to  maintain  its  option  to 
market  against  CCAs. 

LAFCo  Commissioner  Mar  asked  for  clarification  regarding  the  Green  Tariff  issue, 
which  Ms.  Malcolm  provided. 

Public  Comment 

•  Mr  Francisco  DaCosta  indicated  that  CPUC  favors  PG&E  and  that  PG&E  has  been 
in  business  a  long  time  and  is  well-poised  to  take  on  the  City. 

6.  Public  Hearing:  Discussion  and  possible  action  regarding  schedules  of  rates  and 
charges  of  the  San  Francisco  Public  Utilities  Commission  Power  Enterprise  for 
Phase  One  of  the  CleanPowerSF  Community  Choice  Aggregation  Program  for 
renewable  power  procurement  within  San  Francisco. 


Ms.  Malcolm  began  her  presentation  by  providing  an  update  on  the  CleanPowerSF 
Program.  She  reviewed  the  purpose  of  the  presentation  and  provided  a  brief  history 
and  current  status  update.  She  noted  that  in  2004  the  Board  of  Supervisors  (BOS) 
endorsed  CCA  as  part  of  the  City's  broader  energy  resource  strategy,  and  in  2012 
authorized  the  SFPUC  General  Manager  to  sign  a  contract  with  Shell  Energy  and 
implement  the  Program,  subject  to  regulatory  authorizations.  She  indicated  that  in 
March  2013  the  Rate  Fairness  Board  reviewed  the  rate  proposal  and  offered  their 
comments.  Ms.  Malcolm  continued  by  describing  the  Program's  proposed 
components. 

Ms.  Malcolm  noted  that  staff  has  tried  to  be  responsive  to  concerns  expressed  for 
balancing  policy  preferences  regarding  affordability,  green  product,  and  local  build- 
out,  and  discussed  changes  since  the  2012  BOS  vote,  which  have  an  effect  on  the 
environment  and  on  rates.  She  offered  a  table  with  three  resource  mix  scenarios, 
each  with  an  11.9  cent  rate  ceiling. 

SFPUC  President  Torres  questioned  why  Marin  County's  Program  rate  is  lower  that 
the  proposed  CleanPowerSF  rate,  to  which  Ms.  Malcolm  provided  response.  She 
noted,  in  response  to  additional  inquiry  from  President  Torres,  that  Sonoma  County 
has  not  chosen  a  provider  for  their  program. 

SFPUC  Commissioner  Caen  asked  follow-up  questions  regarding  Marin's  program 
and  their  contract  with  Shell  Energy,  to  which  Ms.  Malcolm  provided  response. 

In  response  to  a  question  from  LAFCo  Chair  Avalos,  Mr  Rydstrom,  SFPUC  CFO 
and  Assistant  General  Manager  for  Business  Services,  clarified  the  role  of  the  Rate 
Fairness  Board,  noting  they  have  been  informed  of  the  proposed  rate  reduction. 

SFPUC  Commissioner  Moran  reviewed  the  four  elements  staff  indicated  has 
changed,  resulting  in  a  lower  rate:  energy  mix;  administrative  costs;  stretching  out 
reserve  recovery  period;  and  the  addition  of  build-out.  He  asked  for  clarification  that 
they  are  the  same  elements  that  were  reviewed  in  the  past,  and  that  in  order  to 
reduce  rates,  nothing  new  has  been  added  that  will  fundamentally  change  the 
Program.  Ms.  Malcolm  stated  that  the  items  are  the  same. 

LAFCo  Commissioner  Breed  asked  if  a  comparison  between  the  Marin  program  and 
CleanPowerSF  has  been  made.  Ms.  Malcolm  provided  Marin's  rates  compared  to 
CleanPowerSF  proposed  rates.  Commissioner  Breed  expressed  a  desire  that  that 
the  Program  be  competitive.  Ms.  Malcolm  provided  additional  information  on  rates. 
Commissioner  Breed  expressed  support  for  the  jobs  component  of  the  Program. 

SFPUC  Commissioner  Vietor  asked  the  SFPUC  General  Manager  why  a  consumer 
would  pick  CleanPowerSF  at  a  higher  rate  over  PG&E's  program.  The  General 
Manager  stated  that  a  significant  difference  is  the  ability  to  opt  in/out  of 
CleanPowerSF,  and  that  the  in-City  build-out  component  and  local  jobs  are  key 
elements,  whereas  PG&E's  build-out  may  include  their  entire  service  area. 


Ms.  Malcolm  continued  her  presentation  by  noting  that  staff  is  preparing  for  the 
build-out,  and  provided  a  status  of  that  work.  She  discussed  short-term  labor 
impacts.  She  provided  the  SFPUC's  response  to  the  San  Francisco  Labor  Council's 
"Principles  for  Implementation  of  Labor  Friendly  CCAP". 

Ms.  Malcolm  concluded  her  presentation  by  discussing  next  steps  and  the  proposed 
timeline. 

LAFCo  Commissioner  Campos  thanked  staff  for  their  work.  He  echoed  Chair  Avalos 
that  the  item  for  consideration  is  not  the  approval  of  a  Shell  contract  and  offered  his 
thoughts  on  that  contract  and  noted  that  lessons  can  be  learned  from  Marin,  but  that 
the  San  Francisco  Program  is  different 

SFPUC  Commissioner  Vietor  provided  her  comments  on  the  history  and  current 
status  of  the  CleanPowerSF  Program.  She  commended  staff  for  their  work.  She 
asked  if  it  was  possible  to  reduce  the  proposed  the  Not-to-Exceed  (NTE)  rate  to  11.5 
cents  to  match  PG&E's  Green  Tariff  option.  Ms.  Malcolm  indicated  it  was  possible  to 
set  the  NTE  at  11.5  cents.  Additional  comments  were  made  regarding  what  would 
happen  between  approval  of  NTE  rates  and  launch. 

SFPUC  President  Torres  stated  he  is  in  favor  of  the  proposal  and  wants  it  to  move 
forward,  but  was  not  prepared  to  vote  on  the  rates  as  there  are  substantive  issues 
with  labor  that  need  to  be  resolved.  He  requested  that  SFPUC  staff  to  sit  down  with 
labor  to  reach  compromise. 

LAFCo  Chair  Avalos  expressed  his  thoughts  and  concerns  on  the  labor  issue  and 
stated  his  desire  to  see  the  item  move  forward  for  vote. 

SFPUC  Commissioner  Moran  sought  clarification  on  the  "Next  Steps"  slide,  which 
Ms.  Barbara  Hale,  SFPUC  Assistant  General  Manager,  Power  Enterprise,  provided. 

LAFCo  Commissioner  Mar  supported  SFPUC  Commissioner  Vietor's  proposal  to 
reduce  the  NTE  rate  to  11.5  cents  and  acknowledged  the  comments  made  by  fellow 
Commission  members.  He  expressed  desire  that  the  item  move  forward. 

Commissioner  Vietor  moved  that  the  Not-to-Exceed  rate  be  reduced  from  11.9 
cents  to  11.5  cents.  No  second  received. 

LAFCo  Commissioner  Campos  provided  comments  on  the  labor  issue  and 
encouraged  discussions  to  continue. 

LAFCo  Chair  Avalos  noted  that  SFPUC  Commissioner  Vietor's  motion  should  be 
made  after  public  comment. 

SFPUC  Commissioner  Vietor  expressed  her  sense  of  emergency  on  the  issue  and 
she  urged  movement  on  the  item. 


Public  Comment 

•  Eihway  Sw,  Sierra  Club,  expressed  concurrence  with  Commissioner  Vietor's 
comments.  She  provided  detail  on  average  income  and  stated  that  the  Program  is 
affordable. 

•  Unidentified  male  speaker,  Sierra  Club,  expressed  support  for  the  item  and 
expressed  concerns  with  climate  change. 

•  Jennifer  Dierkens,  Sierra  Club,  thanked  staff  for  their  work  on  the  reduction  of 
rates  and  encouraged  approval  of  the  item. 

•  Cameron  Bingley,  Sierra  Club,  expressed  support  for  the  item  and  with  renewable 
energy. 

•  David  McCoard,  Sierra  Club,  thanked  staff  for  their  work  and  for  the  reduction  in 
rates,  and  encouraged  movement  on  the  item. 

•  Hunter  Stern,  IBEW 1245,  and  Stop  the  Shell  Shock  campaign,  stated  that  RECs 
are  not  real  green  power  and  provided  comments  on  RECs.  He  stated  that 
workers  must  be  supported  and  included  in  the  Program.  Mr  Stern  responded  to 
questions  from  SFPUC  President  Torres  and  LAFCo  Chair  Avalos. 

•  Dr.  Espanola  Jackson  expressed  her  support  for  Solar  and  wants  to  hear  more 
discussion  about  it. 

•  Francisco  DaCosta  provided  comments  on  hydroelectricity  and  asked  how  clean 
the  energy  will  be  and  at  what  cost. 

•  Don  Battles,  South  San  Joaquin  Irrigation  District,  expressed  his  support  for  Shell 
Energy,  noting  that  Shell  is  a  partner  of  the  District  and  has  had  good  results  with 
their  product. 

•  Theodore  Kerr  expressed  his  support  against  the  item  and  feels  that  the  SFPUC 
should  be  focused  on  water  issues. 

•  June  Brashares,  Local  Clean  Energy  Alliance,  spoke  in  support  of  the  item  and  for 
the  reduction  in  the  NTE  rate. 

•  Aleta  Dveree  expressed  support  for  the  item  and  encouraged  action. 

•  Mark  Cesare,  Organizing  for  Action,  expressed  concerns  with  climate  change  and 
offered  support  for  the  item. 

•  Gable  Berliner,  Sierra  Club,  discussed  her  experience  with  Solar  and  offered 
support  for  the  item. 

•  Jed  Holtzman,  350  San  Francisco  Advocacy  Group,  thanked  staff  for  their  work 
and  expressed  support  for  the  reduced  NTE  rate,  but  would  like  to  see  it  below  1 1 
cents.  He  provided  thoughts  on  the  labor  issue  and  similar  programs. 

•  Teresa  McFarland,  Sierra  Club,  supports  CleanPowerSF  and  the  reduced  NTE 
rate  and  wants  it  to  move  forward  as  soon  as  possible. 

•  Brooke  Wainwright,  Sierra  Club,  urged  passage  of  the  item  and  offered  thoughts 
on  the  labor  issue. 

•  Jess  Dervin-Ackerman,  Sierra  Club,  thanked  staff  for  their  work  and  for  the 
reduction  in  the  NTE  rate  and  encouraged  passage. 

•  Ian  Monroe,  Stanford  University,  supports  the  item,  offered  his  thoughts  on 
climate  change,  and  encouraged  action. 

•  Becky  Evans,  San  Francisco  League  of  Conservation  Voters,  expressed  support 
for  the  item  and  encouraged  action. 

•  Ben  Pittenger  offered  his  thoughts  on  the  item  and  wants  local  energy  control. 


•  Mable  Huang  expressed  her  opposition  to  ttie  item  as  stie  feels  it  is  not  culturally 
competent  and  has  concerns  with  automatic  opt-in. 

•  Sam  Matthews,  Sierra  Club,  provided  his  comments  in  support  of  the  item  and 
encouraged  passage  of  the  item. 

•  Celia  Kitchall  stated  climate  change  requires  action  on  the  item.  She  feels  the 
competition  is  an  important  part  of  the  program  and  will  provided  people  with  an 
alternative.  She  encouraged  passage. 

LAFCo  Chair  Avalos  thanked  the  public  for  their  comments  and  noted  the  importance  of 
their  participation  in  the  development  of  the  Program.  He  reiterated  that  the  Shell 
Contract  was  not  up  for  consideration.  He  expressed  his  desire  that  the  action  on 
approval  of  the  NTE  rate. 

LAFCo  Commissioner  Pimentel  asked  about  the  jobs  breakdown  by  district  and  the 
marketing  program,  specifically,  in  what  languages  marketing  materials  are  provided. 
Ms.  Malcolm  stated  that  information  is  not  currently  available  on  jobs  as  the  plan  isn't 
currently  that  granular  Mr  Tyrone  due,  SFPUC  Communications  Director,  indicated  that 
all  materials,  including  opt-out  materials,  are  or  will  be  provided  in  English,  Chinese  and 
Spanish.  In  response  to  a  follow-up  question,  Mr  due  noted  that  the  majority  of 
outreach  events  and  community  meetings  are  held  in  the  evening. 

LAFCo  Commissioner  Campos  provided  comment  on  the  public  speaker  who 
expressed  concern  with  cultural  competence.  He  noted  that  steps  have  been  taken  to 
ensure  that  everyone  is  informed  about  the  Program  and  educated  on  the  opt-out 
option.  He  provided  thoughts  on  the  use  ofHetch  Hetchy  power  He  expressed  a  desire 
to  move  fonvard  with  the  item. 

LAFCo  Commissioner  Campos  moved  that  LAFCo  approve  their  resolution 
recommending  adoption  of  the  Not-to-Exceed  rate  of  11.5  cents.  Seconded  by 
Commissioner  Breed.  Motion  passed  unanimously. 

LAFCo  Chair  Avalos  adjourned  the  Special  LAFCo  meeting  at  12:22  PM. 

SFPUC  President  Torres  recessed  the  Special  SFPUC  meeting  at  12:23  PM. 

President  Torres  reconvened  the  Special  SFPUC  meeting  at  12:29. 

Deputy  City  Attorney  Ambrose  responded  to  a  question  from  President  Torres  regarding 
adjournment  of  the  Special  meeting  and  with  Commissioner  Vietor's  motion  on  the 
table.  Ms.  Ambrose  stated  that  since  the  motion  wasn't  seconded  that  it  could  be 
offered  at  the  Regular  SFPUC  meeting. 

Commissioner  Moran  stated  there  needs  to  be  some  control  of  expectation  regarding 
the  availability  ofHetch  Hetchy  Power,  in  as  in  the  short-term  that  power  is  committed 
and  isn't  available.  He  expressed  a  desire  to  move  the  item  in  a  timely  manner 

On  Motion  to  adjourn  the  Special  meeting  at  12:33  PM 
AYES:  Torres,  Caen,  Vietor  and  Moran 
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Disability  Access 


The  Public  Utilities  Commission  meeting  will  be  held  in  Room  400,  at  One  1  Dr.  Carlton  B.  Goodlett 
Place,  (400  Van  Ness  Avenue),  San  Francisco,  CA.  The  closest  accessible  BART  Station  is  the 
Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  Lines  serving  this 
location  are:  Muni  Metro  lines  J  Church,  K  Ingleside,  L  Taraval,  M  Oceanview,  N  Judah  and  T  Third 
at  Van  Ness  and  Civic  Center  Stations;  F  Market  Line;  and  bus  routes  19  Polk,  47  Van  Ness,  49 
Mission  Van  Ness,  5  Fulton,  6  Parnassus,  21  Hays,  9  San  Bruno,  9L  San  Bruno  Limited,  71  Haight 
Noriega  and  71 L  Noriega  Limited.  For  more  information  about  MUNI  accessible  services  call  (415) 
701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been 
designated  on  the  Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility- 
impaired  persons.  There  is  accessible  parking  available  within  the  Civic  Center  Underground 
Parking  Garage  at  the  corner  of  McAllister  and  Polk  Streets,  and  within  the  Performing  Arts  Parking 
Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain 
meeting  materials  in  alternative  format,  please  contact  Donna  Hood  at  (415)  554-3165,  or  by 
emailing  dhood(a)sfwater.orq.  Providing  at  least  72  hours  notice  will  help  to  ensure  availability. 

To  assist  the  City's  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses, 
multiple  chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that 
other  attendees  may  be  sensitive  to  various  chemical  based  products.  Please  help  the  City 
accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance 
(Chapter  67  of  the  San  Francisco  Administrative  Code) 

Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public. 
Commissions,  boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the 
people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the  people  and 
that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under  the 
Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  the  Sunshine  Ordinance  Task 
Force,  City  Hall,  Room  409,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102-4683  at 
Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554-7854;  E-mail:  sotf(a)sfqov.orq.  Copies  of  the 
Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San  Francisco 
Public  Library  and  on  the  City's  website  at  www.sfqov.orq. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are 
prohibited  at  this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the  meeting 
room  of  any  person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar 
sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements 

Individuals  and  entities  that  influence  or  attempt  to  influence  local  legislative  or  administrative  action 
may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF  Campaign  &  Governmental  Conduct 
Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information  about  the  Lobbyist 
Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue,  Suite 
220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-3112;  web  site  at 
www.sfqov.orq/ethics. 


ORDER  OF  BUSINESS: 


1.  Call  to  Order 


2.  Roll  Call 


3.  Approval  of  Minutes  of  June  25,  201 3 


4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within  the 
Commission's  jurisdiction  and  are  not  on  today's  agenda. 


5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

6.  Other  Commission  Business 


7.  Report  of  the  General  Manager 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney 
where  applicable. 

Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
525  Golden  Gate  Avenue,  13^^  Floor,  San  Francisco,  CA  94102,  Telephone:  (415)  554- 
3165,  Fax:  (415)  554-3424. 


CONSENT  CALENDAR 


8.   All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by 
a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these 
items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which  event 
the  matter  will  be  removed  from  the  Calendar  and  considered  as  a  separate  item. 


o^a)  Approve  the  Water  Supply  Assessment  for  the  proposed  Event  Center  and 
<=>       Mixed-Use  Development  Project  at  Piers  30-32  and  Seawall  Lot  330, 

^  pursuant  to  the  State  of  California  Water  Code  Section  10910  seq.  and 
en       California  Environmental  Quality  Act  (CEQA)  Section  21 1 51 .9  and  CEQA 

Guidelines  Section  15155.  (Ritchie) 

b)    Approve  the  Water  Supply  Assessment  for  the  proposed  Potrero  HOPE  SF 
Master  Plan,  pursuant  to  the  State  of  California  Water  Code  Section  10910  et 
.o        seqf.  and  California  Environmental  Quality  Act  (CEQA)  Section  21 151 .9  and 
CEQA  Guidelines  Section  15155.  (Ritchie) 


CO 


c)    Approve  the  Water  Supply  Assessment  for  the  proposed  Sunnydale- 

Velasco  HOPE  SF  Master  Plan,  pursuant  to  the  State  of  California  Water  Code 
Section  10910  etseq.  and  California  Environmental  Quality  Act  (CEQA)  Section 
21 151.9  and  CEQA  Guidelines  Section  15155.  (Ritchie) 


d)  Accept  work  performed  by  JMB  Construction  for  Contract  No.  WW-410,  Cesar 
c*i       Chavez  Street  Sewer  System  Improvement;  Approve  Modification  No.  8 

^  (Final),  to  adjust  final  quantities  and  cost  for  all  bid  items  and  previous  change 
o  orders  to  match  final  installed  conditions,  increasing  the  contract  amount  by 
^      $20,331 ,  for  a  total  contract  amount  of  $1 9,093,566,  and  authorize  final 

payment.  (Moala) 

e)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-550, 

CO     2Q4h/Arkansas/Connecticut/  Mississippi/Missouri  and  Wisconsin  Streets  Sewer 
^     Replacement  and  Pavement  Renovation,  in  the  amount  of  $3,372,390,  to  the 
lowest,  qualified,  responsible  and  responsive  bidder,  Precision  Engineering,  to 
replace  the  existing  sewer  and  renovate  the  existing  street  pavement  on  the 
subject  streets.  (Moala) 


CO 


f)  Approve  the  plans  and  specifications,  and  award  Contract  No.  HH-954R2, 

^  Early  Intake  Refurbishment,  Phase  I,  in  the  amount  of  $2,763,109,  to  the 

1-1  lowest,  qualified,  responsible  and  responsive  bidder,  Communications  Services 

^  Inc.,  to  replace  aging  equipment  at  the  Early  Intake  Switchyard  including 

CO  disconnect  switches,  high  voltage  circuit  breakers,  insulators,  capacitors,  voltage 

^  transformers,  fencing  and  other  miscellaneous  items.  (Ritchie) 

REGULAR  BUSINESS 

9.     Authorize  the  General  Manager  or  his  designee  to  execute  Grant  agreements 
ir>        with  applicants  for  Grant  Assistance  for  Large  Alternate  Water  Source 
^        Projects.  The  purpose  of  the  grants  is  to  offset  the  use  of  potable  water  through 
the  collection,  treatment  and  reuse  of  alternate  water  sources.  The  grant  program 
is  being  expanded  in  coordination  with  the  City's  Non-potable  Water  Ordinance 
4a  allow  for  the  district-scale  (multi-parcel)  use  of  non-potable  water.  (Ritchie) 


CO 


10.  Authorize  the  General  Manager  to  execute  a  Memorandum  of  Understanding 

by  and  between  the  SFPUC  and  San  Francisco  Recreation  and  Parks 
Commission  regarding  management  of  the  Lake  Merced  Tract.  (Ritchie) 

1 1 .  Public  Hearing:  Discussion  and  possible  action  regarding  schedules  of  rates 
and  charges  of  the  San  Francisco  Public  Utilities  Commission  Power  Enterprise 
for  Phase  One  of  the  CleanPowerSF  Community  Choice  Aggregation 
Program  for  renewable  power  procurement  within  San  Francisco.  (Hale) 

* •  Staff  Report  and  Resolution 

•  CleanPowerSF  -  Staff  Presentation 

•  Proposed  Not-to-Exceed  Rates  -  Finance  Presentation 

•  Rate  Fairness  Board  -  March  2013  Not-to-Exceed  Rates  Slides 


12.  Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 

1 3.  Motion  on  wlietlier  to  assert  the  attorney-client  privilege  regarding  the  matters 
listed  below  as  Conference  with  Legal  Counsel. 

CLOSED  SESSION 

The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

14.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1).  (Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529309 

City  Attorney  File  No.  0000657/Date  Filed  March  6,  2013:  Served  June  6,  2013 

15.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d) 
(1).  (Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.  CGC-1 3-529310 
City  Attorney  File  No.  0000657/Date  Filed  June  6,  2013 

16.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code 
Section  54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10 
(d)(1).  (Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A127554/Date  Filed:  January  29,  2010  (Mueller) 

1 7.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 
Section  54957  and  San  Francisco  Administrative  Code  67.10(a)  (Barrett) 

Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 
and  Power  Systems. 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

18.  Announcement  following  Closed  Session. 


19. 


Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 


20.  Other  new  business. 
ADJOURNMENT 


San  Francisco 
Water  Power  Sewer 

Services  of  the  San  Francisco  Public  Utilities  Commission 


NOTICE  OF  PUBLIC  HEARINGS 

NOTICE  OF  PUBLIC  HEARINGS  Tuesday,  July  9,  2013  -  10:00  AM  City 
Hall,  Room  400,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102,  at 
a  Special  Meeting  of  the  SAN  FRANCISCO  PUBLIC  UTILITIES 
COMMISSION,  and  if  necessary,  Tuesday,  July  9,  201 3  -  1 :30  PM  City  Hall, 
Room  400,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102,  at  a 
Regular  Meeting  of  the  SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION, 
and  if  necessary,  Tuesday,  July  23,  201 3  -  1 :30  PM  City  Hall,  Room  400,  1 
Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102,  at  a  Regular 
Meeting  of  the  SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION,  and  if 
necessary,  Tuesday,  August  13,  2013,  -  1:30  PM  City  Hall,  Room  400,  1  Dr. 
Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102,  at  a  Regular  Meeting  of 
the  SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION,  and  if  necessary, 
Tuesday,  August  27,  2013  -  1:30  PM  City  Hall,  Room  400,  1  Dr.  Carlton  B. 
Goodlett  Place,  San  Francisco,  CA  94102,  at  a  Regular  Meeting  of  the  SAN 
FRANCISCO  PUBLIC  UTILITIES  COMMISSION:  Public  Hearing,  discussion 
and  possible  action  to  adopt  schedules  of  electric  rates  and  charges  for 
customers  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  for 
phase  one  of  the  CleanPowerSF  Community  Choice  Aggregation  Program  for 
renewable  power  procurement  within  San  Francisco.  The  detailed  agenda  and 
related  files  will  be  available  at  least  72  hours  before  the  scheduled  meetings 
at  the  SFPUC  website  www.sfwater.orq.  or  by  calling  (415)  554-3165. 


San  Francisco  Public  Utilities  Commission 
525  Golden  Gate  Avenue 
13™  Floor 

San  Francisco,  CA  94102 


San  hrancisco 
Water  Power  Sewer 

Services  of  the  San  Francisco  Public  Utilities  Commission 


SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 


MINUTES 
Tuesday,  July  9,  2013 

(Approved  7-23-13) 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


Commissioners 

Art  Torres,  President 
Vince  Courtney,  Vice  President 
Ann  Moller  Caen 
Francesca  Vietor 
Anson  Moran 


Harlan  L.  Kelly,  Jr. 

General  Manager 

Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
IVIinutes  and  other  information  are  available  on  the  SFPUC  web  site:  www.sfwater.orq 
Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.aranicus.comA/iewPublisher,php?vlew  icl=22 


ORDER  OF  BUSINESS: 


1.  Call  to  Order 

President  Torres  called  the  meeting  to  order  at  1:34  PM. 

2.  Roll  Call 

Present:  Torres,  Courtney,  Caen,  Vietor  and  Moran 

3.  Approval  of  Minutes  of  June  25,  201 3 

On  motion  to  approve  the  Minutes  of  June  25,  2013: 
Ayes:  Torres,  Courtney,  Caen,  Vietor  and  Moran 

4.  Public  Comments 

•    Mr.  Francisco  DaCosta  stated  there  is  need  for  community  outreach  and 
communications  regarding  the  Sewer  System  Improvement  Program. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

Public  Comments 
None. 

6.  Other  Commission  Business 
None. 

7.  Report  of  the  General  Manager 

General  Manager  Kelly,  Jr.,  noted  the  passing  of  Ms.  Willie  B.  Kennedy  and 
expressed  condolences  to  her  family  and  colleagues. 

Public  Comments 
None. 

8.  CONSENT  CALENDAR 

a)  Approve  the  Water  Supply  Assessment  for  the  proposed  Event  Center  and 
Mixed-Use  Development  Project  at  Piers  30-32  and  Seawall  Lot  330,  pursuant  to 
the  State  of  California  Water  Code  Section  10910  et  sea,  and  California 
Environmental  Quality  Act  (CEQA)  Section  21151.9  and  CEQA  Guidelines 
Section  15155.  (Resolution  13-0109) 

b)  Approve  the  Water  Supply  Assessment  for  the  proposed  Potrero  HOPE  SF 
Master  Plan,  pursuant  to  the  State  of  California  Water  Code  Section  10910  et 
sea,  and  California  Environmental  Quality  Act  (CEQA)  Section  21151.9  and 
CEQA  Guidelines  Section  15155.  (Resolution  13-0110) 
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c)  Approve  the  Water  Supply  Assessment  for  the  proposed  Sunnvdale-Velasco 
HOPE  SF  Master  Plan,  pursuant  to  the  State  of  California  Water  Code  Section 
10910    sea,  and  California  Environmental  Quality  Act  (CEQA)  Section  21151.9 
and  CEQA  Guidelines  Section  15155.  (Resolution  13-0111) 

d)  Accept  work  performed  by  JMB  Construction  for  Contract  No.  WW-410,  Cesar 
Chavez  Street  Sewer  System  Improvement:  Approve  Modification  No.  8  (Final), 
to  adjust  final  quantities  and  cost  for  all  bid  items  and  previous  change  orders  to 
match  final  installed  conditions,  increasing  the  contract  amount  by  $20.331 ,  for  a 
total  contract  amount  of  $19.093.566.  and  authorize  final  payment.  (Resolution 
13-0112) 

e)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-550. 
20th/Arkansas/Connecticut/  Mississippi/Missouri  and  Wisconsin  Streets  Sewer 
Replacement  and  Pavement  Renovation,  in  the  amount  of  $3.372.390,  to  the 
lowest,  qualified,  responsible  and  responsive  bidder.  Precision  Engineering,  to 
replace  the  existing  sewer  and  renovate  the  existing  street  pavement  on  the 
subject  streets.  (Resolution  13-01 13) 

f)  Approve  the  plans  and  specifications,  and  award  Contract  No.  HH-954R2.  Early 
Intake  Refurbishment.  Phase  I,  in  the  amount  of  $2.763.109.  to  the  lowest, 
qualified,  responsible  and  responsive  bidder.  Communications  Services  Inc.,  to 
replace  aging  eguipment  at  the  Early  Intake  Switchyard  including  disconnect 
switches,  high  voltage  circuit  breakers,  insulators,  capacitors,  voltage 
transformers,  fencing  and  other  miscellaneous  items.  (Resolution  13-011 4) 

Public  Comments 
None. 

9.  Authorize  the  General  Manager  or  his  designee  to  execute  Grant  agreements  with 
applicants  for  Grant  Assistance  for  Large  Alternate  Water  Source  Projects.  The 
purpose  of  the  grants  is  to  offset  the  use  of  potable  water  through  the  collection, 
treatment  and  reuse  of  alternate  water  sources.  The  grant  program  is  being 
expanded  in  coordination  with  the  City's  Non-potable  Water  Ordinance  to  allow  for 
the  district-scale  (multi-parcel)  use  of  non-potable  water.  (Resolution  13-0115) 

Mr.  Steve  Ritchie  provided  brief  detail  on  ttiis  item. 

Public  Comments 
None. 

10.  Authorize  the  General  Manager  to  execute  a  Memorandum  of  Understanding  by  and 
between  the  SFPUC  and  San  Francisco  Recreation  and  Parks  Commission 
regarding  management  of  the  Lake  Merced  Tract. 
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President  Torres  stated  that  this  item  was  being  continued  to  the  July  23,  2013 
meeting. 

11.  Public  Hearing:  Discussion  and  possible  action  regarding  schedules  of  rates  and 
charges  of  the  San  Francisco  Public  Utilities  Commission  Power  Enterprise  for 
Phase  One  of  the  CleanPowerSF  Community  Choice  Aggregation  Program  for 
renewable  power  procurement  within  San  Francisco. 

Commissioner  Vietor  sought  and  received  clarification  from  Deputy  City  Attorney 
Ambrose  regarding  the  proper  wording  for  the  initial  motion  and  subsequent 
amendment  she  wanted  put  before  the  Commission. 

Commissioner  Vietor  moved  and  received  a  second  to  hear  the  resolution  on 
the  Not-to-Exceed  rate. 

Commissioner  Vietor  moved  and  received  a  second  to  amend  the  resolution 
from  11.9  cents  to  11.5  cents,  as  a  Not-to-Exceed  rate. 

Commissioner  Vietor  provided  a  brief  recap  of  the  morning  discussion  regarding  the 
Not-to-Exceed  rates  (NTE),  clarifying  that  the  action  before  the  Commission  was  not 
to  approve  or  launch  the  program,  but  rather  adopt  the  Not-to-Exceed  rate. 

After  limited  discussion  clarifying  the  action  to  be  taken,  it  was  noted  that  public 
comment  would  be  accepted  on  the  proposed  amendment  to  reduce  the  NTE  rate. 

Public  Comments 

•  Mr  Francisco  DaCosta  stated  that  the  purpose  of  the  amendment  was  to  tell 
PG&E  that  the  SFPUC  could  bring  the  same  number  and  product  as  they  can, 
which  he  stated  SFPUC  cannot.  He  wants  to  see  empirical  data. 

•  Mr  Jed  Holtzman  expressed  his  support  for  the  amendment,  noting  the  lower 
rate  is  critical  for  buy-in. 

•  Jess  Den/in- Ackerman,  Sierra  Club,  expressed  support  for  the  amendment.  She 
presented  a  letter  of  support  from  advocates. 

•  Mr  Eric  Brooks  thanked  staff  for  their  work  in  reducing  the  rates  and  expressed 
support  for  the  amendment.  He  noted  a  desire  for  a  citywide  energy  efficiency 
program. 

•  June  Brashares,  Local  Clean  Energy  Alliance,  expressed  her  support  for  the 
amendment. 

•  Ben  Pittenger  stated  that  the  public  and  press  need  to  understand  that  the  NTE 
rate  is  a  cap,  and  feels  they  will  see  it  as  the  set  rate.  He  expressed  support  for 
the  amendment. 

•  Arthur  Feinstein,  Sierra  Club,  urged  the  Commission  to  vote  on  the  issue  as  soon 
as  possible  and  expressed  support  for  the  amendment. 
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On  Motion  to  amend  the  resolution  from  11.9  cents  to  11.5  cents,  as  a  Not-to- 
Exceed  rate: 

AYES:  Torres,  Courtney,  Caen,  Vietor  and  Moran. 

Commissioner  IVIoran  moved  and  received  second  to  continue  the  item  until 
no  later  than  August  13,  2013,  and  direct  staff  to  communicate  with  Labor 
representatives. 

Public  Comments 

•  Mr.  Eric  Brooks,  in  follow-up  to  his  previous  comment,  clarified  his  thoughts  on 
energy  efficiency. 

•  Jess  Dervin-Ackerman,  Sierra  Club,  asked  for  clarification  from  President  Torres 
on  his  intent  regarding  a  vote  on  the  item,  which  he  provided. 

•  Mr  Francisco  DaCosta  stated  he  has  been  involved  with  the  issue  for  a  long  time 
and  wants  Labor  involved  in  the  discussions. 

•  Mr  Peter  Drekmeier,  Palo  Alton's  for  Green  Energy,  stated  that  Palo  Alto 
recently  went  carbon  neutral  on  electricity  and  signed  solar  contracts.  He 
expressed  his  thanks  for  the  work  of  the  SFPUC. 

On  Motion  to  continue  the  item  until  no  later  than  August  13,  2013,  and  direct 
staff  to  communicate  with  Labor  representatives: 
AYES:  Torres,  Courtney,  Caen  and  Moran 
NO:  Vietor 

CLOSED  SESSION 

President  Torres  stated  that  Closed  Session  would  not  be  held. 
No  other  new  business. 

President  Torres  adjourned  the  meeting  at  2:08  PM. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


13-0109 


WHEREAS,  under  the  California  Environmental  Quality  Act  (CEQA)  and  State  Water 
Code  (Section  10910(g)(1)),  the  SFPUC  is  required  to  prepare  and  approve  a  Water  Supply 
Assessment  (WSA)  for  the  Event  Center  and  Mixed-Use  Development  Project  at  Piers  30-32  and 
Seawall  Lot  330  cumulative  water  demands;  and 

WHEREAS,  a  WSA  is  an  informational  document  that  assesses  the  adequacy  of  water 
supplies  to  serve  a  project  and  is  required  to  be  prepared  as  part  of  die  CEQA  environmental 
review  process;  and 

WHEREAS,  as  an  informational  document,  approval  of  the  WSA  is  not  a  project  under 
CEQA  and  is  not  an  approval  of  the  Event  Center  and  Mixed-Use  Development  Project  at  Piers 
30-32  and  Seawall  Lot  330;  and 

WHEREAS,  a  WSA  must  be  approved  at  a  public  meeting  by  the  governing  body  of  the 
public  water  supplier  that  would  serve  the  project;  and 

WHEREAS;  the  SFPUC  staff  prepared  a  WSA  for  the  Event  Center  and  Mixed-Use 
Development  Project  at  Piers  30-32  and  Seawall  Lot  330,  which  concluded  that  the  SFPUC  has 
adequate  water  supplies  to  meet  the  Project's  water  demands  through  2035;  now,  therefore,  be  it 

RESOLVED,  this  Commission  approves  the  Water  Supply  Assessment  for  the  Event 
Center  and  Mixed-Use  Development  Project  at  Piers  30-32  and  Seawall  Lot  330  on  file  with  the 
Commission  Secretary,  pursuant  to  the  State  of  California  Water  Code  10910(g). 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  9,  2013. 


Secretary,  Public  Utilities  Commission 


I 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  13-0110 


WHEREAS,  under  the  California  Environmental  Quality  Act  (CEQA)  and  State  Water 
Code  (Section  10910(g)(1)),  the  SFPUC  is  required  to  prepare  and  approve  a  Water  Supply 
Assessment  (WSA)  for  the  Potrero  HOPE  SF  Master  Plan's  cumulative  water  demands;  and 

WHEREAS,  a  WSA  is  an  informational  document  that  assesses  die  adequacy  of  water 
supplies  to  serve  a  project  and  is  required  to  be  prepared  as  part  of  the  CEQA  environmental 
review  process;  and 

WHEREAS,  as  an  informational  document,  approval  of  the  WSA  is  not  a  project  under 
CEQA  and  is  not  an  approval  of  the  Potrero  HOPE  SF  Master  Plan;  and 

WHEREAS,  a  WSA  must  be  approved  at  a  public  meeting  by  the  governing  body  of  the 
public  water  supplier  that  would  serve  the  project;  and 

WHEREAS;  the  SFPUC  staff  prepared  a  WSA  for  the  Potrero  HOPE  SF  Master  Plan, 
which  concluded  that  the  SFPUC  has  adequate  water  supplies  to  meet  the  Project's  water 
demands  through  2035;  now,  therefore,  be  it 

RESOLVED,  this  Commission  approves  the  Water  Supply  Assessment  for  the  Potrero 
HOPE  SF  Master  Plan  on  file  with  the  Conmiission  Secretary,  pursuant  to  the  State  of  California 
Water  Code  10910(g). 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  9,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


13-0111 


WHEREAS,  under  the  California  Environmental  Quality  Act  (CEQA)  and  State  Water 
Code  (Section  10910(g)(1)),  the  SFPUC  is  required  to  prepare  and  approve  a  Water  Supply 
Assessment  (WSA)  for  the  Sunnydale-Velasco  HOPE  SF  Master  Plan's  cumulative  water 
demands;  and 

WHEREAS,  a  WSA  is  an  informational  document  that  assesses  the  adequacy  of  water 
supplies  to  serve  a  project  and  is  required  to  be  prepared  as  part  of  the  CEQA  environmental 
review  process;  and 

WHEREAS,  as  an  informational  document,  approval  of  the  WSA  is  not  a  project  under 
CEQA  and  is  not  an  approval  of  the  Sunnydale-Velasco  HOPE  SF  Master  Plan;  and 

WHEREAS,  a  WSA  must  be  approved  at  a  public  meeting  by  the  governing  body  of  the 
public  water  supplier  that  would  serve  the  project;  and 

WHEREAS;  the  SFPUC  staff  prepared  a  WSA  for  the  Sunnydale-Velasco  HOPE  SF 
Master  Plan,  which  concluded  that  the  SFPUC  has  adequate  water  supplies  to  meet  the  Project's 
water  demands  through  2035;  now,  therefore,  be  it 

RESOLVED,  this  Commission  approves  the  Water  Supply  Assessment  for  the 
Sunnydale-Velasco  HOPE  SF  Master  Plan  on  file  with  the  Commission  Secretary,  pursuant  to 
the  State  of  California  Water  Code  10910(g). 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  9,  2013. 


Secretary,  Public  Utiiities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  13-0112 


WHEREAS,  Construction  has  been  completed  for  Wastewater  Enterprise  (WWE)  Interim 
Capital  Improvement  Program  (ClP)-funded  Contract  No.  WW-410,  Cesar  Chavez  Street  Sewer 
System  Improvement  in  San  Francisco,  by  the  contractor,  JMB  Construction;  and 

WHEREAS,  On  March  8,  2011,  by  Resolution  No.  11-0036,  this  Commission  awarded 
Contract  No.  WW-410,  Cesar  Chavez  Street  Sewer  System  Improvement,  in  the  amount  of 
$15,327,539,  to  the  lowest,  qualified  responsible  and  responsive  bidder,  JMB  Construction;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  June  11,  2011,  with 
an  original  schedule  of  500  consecutive  calendar  days  and  the  contract  work  was  completed  in 
643  consecutive  calendar  days  on  March  18,  2013;  and 

WHEREAS,  The  original  contract  amount  was  for  $15,327,539  and  the  original  contract 
duration  was  500  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  was  approved  for  $2,847,758  (Resolution  No.  12-0036 
dated  February  28,  2012)  to  incorporate  changes  to  the  sewer  pipelines  on  Cesar  Chavez  Street, 
27*  Street,  Valencia  Street,  Duncan  Street  and  San  Jose  Avenue,  increasing  the  contract  amount 
to  $18,175,297,  and  with  a  time  extension  of  98  consecutive  calendar  days  extending  the  contract 
duration  to  598  consecutive  calendar  days;  and 

WHEREAS,  Modification  Nos.  2-7  were  issued  for  $897,938  to  address  work  due  to 
unforeseen  site  conditions  and  changes  in  actual  quantities  of  various  bid  items,  increasing  the 
contract  amount  to  $1,907,325,  and  with  a  time  extension  of  45  consecutive  calendar  days, 
extending  the  contract  duration  to  643  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  8  (final)  is  being  requested  for  $20,331  to  adjust  final 
quantities  and  cost  for  all  bid  items  and  previous  change  orders  to  match  final  installed 
conditions,  for  a  total  contract  amount  of  $19,093,566;  and 

WHEREAS,  A  Contract  Monitoring  Division  (CMD)  subcontracting  goal  for  Local 
Business  Enterprise  (LBE)  participation  does  not  apply  due  to  Federal  Earmark  Grants  applied  to 
this  project;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CENMSCICll  -  Cesar  Chavez  Street 
Sewer  System  Improvement;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  accepts  work  performed  for  WWE  CDP- 
funded  Contract  No.  WW-410,  Cesar  Chavez  Street  Sewer  System  Improvement,  approves 
Modification  No.  8  (Final),  increasing  the  contract  by  $20,331,  for  a  total  contract  amount  of 
$19,093,566,  and  authorizes  final  payment  to  the  contractor,  JMB  Construction. 

hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
com—  at  Its  meeting  of  My  9,  2013.     ^y^^^  '^^^ 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0113 


WHEREAS,  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R)  and 
Department  of  Public  Works  (DPW)  Pavement  Renovation  Program-funded  Contract  No.  WW- 
550,  20th/ Arkansas/Connecticut/Mississippi/Missouri  and  Wisconsin  Streets  Sewer  Replacement 
and  Pavement  Renovation  was  advertised  on  May  3,  2013;  and 

WHEREAS,  The  Engmeer's  Estimate  is  $3,411,370  for  this  construction  contract  work  to 
replace  the  existing  sewer  and  renovate  the  existing  street  pavement  on  the  subject  streets;  and 

WHEREAS,  The  contract  duration  is  281  consecutive  calendar  days;  and 

WHEREAS,  On  April  5,  2013,  the  Planning  Department  assigned  case  number 
2013.0418E  to  the  project  and  issued  a  certificate  for  a  categorical  exemption,  under  Section 
15302,  Class  2  of  California  Environmental  Quality  Act;  and 

WHEREAS,  Seven  (7)  bids  were  received  and  opened  publicly  on  May  30,  2013;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  Precision  Engineering  as  the 
lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  CMD  subcontracting  goal  of  15%  Local  Business  Enterprise  (LBE) 
participation  was  established  for  this  contract  and  the  contractor  committed  to  utilizing  an  LBE 
participation  of  15.13%  in  their  bid  submittal ;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  PUC  Project  No.  CWWRNRCS58,  20th/Arkansas/ 
Connecticut/Mississippi/Missouri  and  Wisconsin  Streets  Sewer  Replacement  and  DPW  Project 
No.  CSTR11SR92,  20dT/ Arkansas/Connecticut/Mississippi/Missouri  and  Wisconsin  Streets 
Pavement  Renovation;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications,  and 
award  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R)  and  Department  of 
Public  Works  (DPW)  Pavement  Renovation  Program-funded  Contract  No.  WW-550, 
20th/Arkansas/Connecticut/Mississippi/Missouri  and  Wisconsin  Streets  Sewer  Replacement  and 
Pavement  Renovation,  in  the  amount  of  $3,372,390  (of  which  $2,916,045  is  funded  by  WWE 
and  $456,345  is  funded  by  DPW),  to  the  lowest,  qualified,  responsible  and  responsive  bidder, 
Precision  Engineering. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  9,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  13-0114 


WHEREAS,  Hetch  Hetchy  Water  and  Power  (HHWP)  Capital  Project,  Program-funded 
Contract  No.  HH-954R2,  was  advertised  on  May  8,  2013;  and 

WHEREAS,  The  baseline  budget  amount  is  $3,900,000  and  the  Engineer's  Estimate  is 
$3,900,000  for  this  construction  contract  work  to  replace  aging  equipment  at  the  Early  Intake 
Switchyard  including  disconnect  switches,  high  voltage  circuit  breakers,  insulators,  capacitor 
voltage  transformers,  fencing  and  other  miscellaneous  items;  and 

WHEREAS,  The  contract  duration  is  233  consecutive  calendar  days;  and 

WHEREAS,  Project  No.CUHlOl,  Early  hitake  Refurbishment,  Phase  I,  was  determined 
to  be  categorically  exempt  as  a  Class  1  (b)  Categorical  Exemption  under  the  California 
Environmental  Quality  Act  (CEQA)  by  the  Planning  Department  on  August  1,  2012;  and 

WHEREAS,  Three  (3)  bids  were  received  and  opened  publicly  on  June  6,  2013;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  Communication  Services,  Inc. 
as  the  lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  Pursuant  to  Chapter  14B  of  the  San  Francisco  Administrative  Code,  the  San 
Francisco  Contract  Monitoring  Division  (CMD)  granted  a  waiver  for  this  project  due  to  the 
specialized  nature  of  the  work  and  has  thereby  waived  the  Local  Business  Enterprise  (LBE) 
subcontracting  goals  for  the  Contract;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  firom  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  HHWP  Capital  Project  No.  CUHlOl  Early  hitake 
Refurbishment,  Phase  I;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  HHWP  Capital  Project,  Program-funded  Contract  No.  HH-954R2  Early  Intake 
Refurbishment,  Phase  I,  in  the  amount  of  $2,763,109,  to  the  lowest,  qualified,  responsible  and 
responsive  bidder,  Communications  Services  Inc. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  9,  2013. 

Secretary,  Public  Utilities  Commission 


J 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0115 


WHEREAS,  On  October  30,  2008  the  Commission  approved  the  Phased  Water  System 
Improvement  Program  Variant  (Phased  WSIP  Variant)  in  Commission  Resolution  No.  08-0200; 
and 

WHEREAS,  The  Phased  WSIP  Variant  included  the  development  of  10  million  gallons 
per  day  (mgd)  in  conservation,  recycled  water,  and  groundwater  in  San  Francisco  by  2018;  and 

WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  is  targeting  on- 
site  non-potable  water  use  in  large  new  developments  to  help  meet  the  10  mgd  goal  by  2018;  and 

WHEREAS,  The  SFPUC  implemented  a  grant  program  in  FY12/13  for  retail  water 
customers  to  make  the  best  use  of  non-potable  supplies  for  urban  reuse  in  buildings;  and 

WHEREAS,  The  SFPUC  is  proposing  to  expand  grant  assistance  beginning  in  FY  13/14 
to  district-scale  non-potable  water  projects  that  treat  and  share  non-potable  water  between  two  or 
more  parcels;  and 

WHEREAS,  The  estimated  budget  for  the  proposed  grant  assistance  will  be  appropriated 
in  each  fiscal  year,  and  grants  awarded,  subject  to  availability  of  funds;  and 

WHEREAS,  Funds  for  the  grant  assistance  are  available  through  Water  Enterprise  Index 
Codes  505021  (up  to  $1,000,000)  for  grants  of  $250,000  per  on-site  project  and  $500,000  per 
district-scale  project;  and 

WHEREAS,  Grant  applications  are  anticipated  to  be  accepted  beginning  in  November 
2013; and 

WHEREAS,  The  Bureau  of  Environmental  Management  has  determined  the 
recommended  action  by  the  Commission  to  approve  the  proposed  Grant  Assistance  Program 
does  not  constitute  a  "project"  under  Califomia  Environmental  Quality  Act  Guidelines  Section 
15378(b)  (4)  because  the  proposed  Grant  Assistance  Program  creates  a  government  funding 
mechanism  which  does  not  involve  commitment  to  any  specific  project  which  may  result  in  a 
potentially  significant  physical  impact  on  the  environment.  At  the  present  time,  it  is  not  practical 
to  identify  specific  projects  that  may  qualify  for  grants,  however,  changes  to  character-defining 
exterior  features  of  individual  buildings  may  be  subject  to  subsequent  environmental  review 
during  the  building  permit  application  review  process;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  or  his  designee  to  execute  Grant  Agreements  with 
applicants  for  large  non-potable  water  systems  that  offset  the  use  of  Regional  Water  System 
potable  water  supplies,  subject  to  availability  of  funding. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  9,  2013. 


Secretary,  Public  Utilities  Commission 


San  Francisco 
Water  Power  Sewer 

Services  of  the  San  Francisco  Public  Utilities  Commission 


SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 


AGENDA 
Tuesday,  July  23,  2013 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


Commissioners 

Art  Torres,  President 
Vince  Courtney,  Vice  President 
Ann  Moller  Caen 
Francesca  Vietor 
Anson  Moran 


Harlan  L.  Kelly,  Jr. 

General  Manager 

Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  www.sfwater.ora 
Gavel-to-Gavel  coverage  available  at; 
http://sanfrancisco.aranicus.comA/iewPublisher.php7view  id=22 


Disability  Access 

The  Public  Utilities  Commission  meeting  will  be  held  in  Room  400,  at  One  1  Dr.  Carlton  B.  Goodlett 
Place,  (400  Van  Ness  Avenue),  San  Francisco,  CA.  The  closest  accessible  BART  Station  is  the 
Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  Lines  serving  this 
location  are:  Muni  Metro  lines  J  Church,  K  Ingleside,  L  Taraval,  M  Oceanview,  N  Judah  and  T  Third 
at  Van  Ness  and  Civic  Center  Stations;  F  Market  Line;  and  bus  routes  19  Polk,  47  Van  Ness,  49 
Mission  Van  Ness,  5  Fulton,  6  Parnassus,  21  Hays,  9  San  Bruno,  9L  San  Bruno  Limited,  71  Haight 
Noriega  and  71 L  Noriega  Limited.  For  more  information  about  MUNI  accessible  services  call  (415) 
701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been 
designated  on  the  Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility- 
impaired  persons.  There  is  accessible  parking  available  within  the  Civic  Center  Underground 
Parking  Garage  at  the  corner  of  McAllister  and  Polk  Streets,  and  within  the  Performing  Arts  Parking 
Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain 
meeting  materials  in  alternative  format,  please  contact  Donna  Hood  at  (415)  554-3165,  or  by 
emailing  dhood@sfwater.org.  Providing  at  least  72  hours  notice  will  help  to  ensure  availability. 

To  assist  the  City's  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses, 
multiple  chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that 
other  attendees  may  be  sensitive  to  various  chemical  based  products.  Please  help  the  City 
accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance 
(Chapter  67  of  the  San  Francisco  Administrative  Code) 

Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public. 
Commissions,  boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the 
people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the  people  and 
that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under  the 
Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  the  Sunshine  Ordinance  Task 
Force,  City  Hall,  Room  409,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102-4683  at 
Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554-7854;  E-mail:  sotf(a>sfqov.orq.  Copies  of  the 
Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San  Francisco 
Public  Library  and  on  the  City's  website  at  www.sfqov.orq. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are 
prohibited  at  this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the  meeting 
room  of  any  person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar 
sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements 

Individuals  and  entities  that  influence  or  attempt  to  influence  local  legislative  or  administrative  action 
may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF  Campaign  &  Governmental  Conduct 
Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information  about  the  Lobbyist 
Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue,  Suite 
220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-31 12;  web  site  at 
www.sfqov.orq/ethics. 


ORDER  OF  BUSINESS:  T 

1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  Minutes  of  the  July  9,  201 3  regular  meeting  and  of  the  July  9,  201 3 
Special  Joint  SFPUC/LAFCo  meeting 

4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within  the 
Commission's  jurisdiction  and  are  not  on  today's  agenda 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Sewer  Inspection  and  Replacement  Update 

d)  Water  Supply  Agreement  Update  * 

e)  WSIP  Q1-Q4  FY12-13  Construction  Bid  Summary 

f)  Peninsula  Watershed  Trails  Update 

6.  Other  Commission  Business 

a)  Approval  of  resolution  in  support  of  the  nomination  of  John  Coleman  for  the  office 
of  ACWA  President  (Moran) 

7.  Report  of  the  General  Manager 

a)  Summer  Youth  Employment  Investment  Update 

b)  WSIP  Update 

c)  CleanPowerSF  Update 

8.  BAWSCA  Update  (Jensen) 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney 
where  applicable. 

Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
525  Golden  Gate  Avenue,  13'^  Floor,  San  Francisco,  CA  94102,  Telephone:  (415)  554- 
3165,  Fax:  (415)  554-3424. 

CONSENT  CALENDAR 

9.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by 
a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these 


items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which  event 
the  matter  will  be  removed  from  the  Calendar  and  considered  as  a  separate  item. 


a)    Accept  work  performed  by  PAR  Electrical  Contractors,  Inc.,  for  Contract  No. 
HH-961 E  Transmission  Lines  5/6  Repair  to  Optical  Ground  Wire,  for  a  total 
-H     contract  amount  of  Not-to-Exceed  $30,000;  Approve  Modification  No.  1 
-H     (Final),  for  a  time  extension  of  287  consecutive  calendar  days  for  a  total 
^     contract  duration  of  407  consecutive  calendar  days;  and  authorize  final  payment 
rH     to  the  contractor.  (Ritchie) 

REGULAR  BUSINESS 

10.  Approve  the  reallocation  of  existing  appropriation,  in  the  amount  of  $40,000,000, 

CO  consistent  with  the  planned  FY  201 3-14  capital  project  investment,  from 

rH  Wastewater  Enterprise  FY  2013-14  Capital  Improvement  Program  SSIP  Project 

2  CWWSIPDP,  Biosolids  Digester  Project  to  Wastewater  Enterprise  FY  201 3-1 4  SSIP 

CO  Project  CWWSIPPR,  Program  Wide  Efforts;  and  authorize  the  General  Manager  to 

^  coordinate  a  request  for  a  Supplemental  Reallocation  Appropriation  to  adjust 
existing  appropriations  accordingly.  (Rydstrom) 

1 1    Adopt  the  Final  Mitigated  Negative  Declaration,  the  Mitigation  Monitoring  and 
Reporting  Program  and  the  Findings  as  required  by  the  California  Environmental 
Quality  Act  for  the  San  Joaquin  Valley  Communication  System  Upgrade  Project; 
and  approve  Hetchy  System  Improvement  Program-funded  Project  No. 
CUH10201,  San  Joaquin  Valley  Communication  System  Upgrade  Project;  and 
approve  the  solicitation  of  design  build  proposals  pursuant  to  Administrative  Code 
Section  6.61.  (Ritchie) 

cvj  12.  Recommend  to  Board  of  Supervisors  to  adopt  the  Construction  Site  Runoff 

Control  Ordinance.  The  ordinance  will  ensure  the  City  is  in  compliance  with  State 
Water  Board  Orders  No.  2003-0005-DWQ  and  No.  201 3-0001 -DWQ,  the  Small 
•H         MS4  Permit  (Phase  II).  (Moala) 

cvi  13.   Authorize  the  General  Manager  to  execute  a  Memorandum  of  Understanding  by 

2       and  between  the  SFPUC  and  San  Francisco  Recreation  and  Parks  Commission 
CO       regarding  management  of  the  Lake  Merced  Tract.  (Ritchie) 

^14.  Authorize  the  General  Manager  to  implement  changes  to  GoSolarSF,  the  City's 
solar  incentive  program.  The  GoSolarSF  program  adjustments  are  prompted  by 
2       changes  in  the  solar  market  and  the  need  for  the  solar  incentive  rate  structure  to  be 
cv,       more  effective  and  reach  more  customers.  (Hale) 

15.  Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 
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CO 


16. 


Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 


CLOSED  SESSION 


The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

17.    Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1). 
Existing  Claim:  (Roddy) 

CO 

(M  Proposed  Settlement  Agreement  and  Stipulation  for  Entry 

2  Central  Valley  Regional  Water  Quality  Control  Board 

CO  Administrative  Civil  Liability  Order  R-5-201 3-0545 

tH  Filed:  July  2,  2012 


18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1). 

(Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529309 

City  Attorney  File  No.  0000657/Date  Filed  March  6,  2013:  Served  June  6,  2013 

19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1). 

(Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.  CGC-1 3-529310 
City  Attorney  File  No.  0000657/Date  Filed  June  6,  201 3 

20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1). 

(Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A127554/Date  Filed:  January  29,  2010 


21.    Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 
Section  54957  and  San  Francisco  Administrative  Code  67.10(a).  (Barrett) 

Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 
and  Power  Systems.  . 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 


22. 


Announcement  following  Closed  Session. 


23.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

24.  Other  new  business. 
ADJOURNMENT 
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San  Francisco 

Water       -.'r  Sewer 

Services  of  the  San  Francisco  Public  Utilities  Commission 


NOTICE  OF  PUBLIC  HEARINGS 

NOTICE  OF  PUBLIC  HEARINGS  Tuesday,  July  9,  2013  -  10:00  AM  City 
Hall,  Room  400,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102,  at 
a  Special  Meeting  of  the  SAN  FRANCISCO  PUBLIC  UTILITIES 
COMMISSION,  and  if  necessary,  Tuesday,  July  9,  201 3  -  1 :30  PM  City  Hall, 
Room  400,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102,  at  a 
Regular  Meeting  of  the  SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION, 
and  if  necessary,  Tuesday,  July  23,  2013  -  1:30  PM  City  Hall,  Room  400,  1 
Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102,  at  a  Regular 
Meeting  of  the  SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION,  and  if 
necessary,  Tuesday,  August  13,  2013,  -  1:30  PM  City  Hall,  Room  400,  1  Dr. 
Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102,  at  a  Regular  Meeting  of 
the  SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION,  and  if  necessary, 
Tuesday,  August  27,  2013-  1 :30  PM  City  Hall,  Room  400,  1  Dr.  Carlton  B. 
Goodlett  Place,  San  Francisco,  CA  94102,  at  a  Regular  Meeting  of  the  SAN 
FRANCISCO  PUBLIC  UTILITIES  COMMISSION:  Public  Hearing,  discussion 
and  possible  action  to  adopt  schedules  of  electric  rates  and  charges  for 
customers  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  for 
phase  one  of  the  CleanPowerSF  Community  Choice  Aggregation  Program  for 
renewable  power  procurement  within  San  Francisco.  The  detailed  agenda  and 
related  files  will  be  available  at  least  72  hours  before  the  scheduled  meetings 
at  the  SFPUC  website  www.sfwater.org.  or  by  calling  (415)  554-3165. 


San  Francisco  Public  Utilities  Commission 
525  Golden  Gate  Avenue 
13™  Floor 

San  Francisco,  CA  94102 


San  Francisco 
Water  ..-wer  Sewer 

Services  of  the  San  Francisco  Public  Utilities  Commission 

SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 


MINUTES 
Tuesday,  July  23,  2013 

(Approved  August  13,  2013) 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


Commissioners 

Art  Torres,  President 
Vince  Courtney,  Vice  President 
Ann  Moller  Caen 
Francesca  Vietor 
Anson  Moran 


Harlan  L.  Kelly,  Jr. 

General  Manager 


Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  www.sfwater.orq 
Gavel-to-Gavel  coverage  available  at: 

http://sanffancisco.qranicus.comA/iewPublisher-php?vlew  icl=22 


1.  Call  to  Order 

President  Torres  called  the  meeting  to  order  at  1:36  PM 

2.  Roll  Call 

Present:  Torres,  Courtney,  Caen,  Vietor  and  Moran 

3.  Approval  of  Minutes  of  the  July  9,  201 3  Regular  and  Special  Joint  SFPUC/LAFCo 
meetings 

On  Motion  to  approve  the  minutes  of  tlie  July  9,  2013  Regular  and  Special 

Joint  SFPUC  LAFCo  meetings: 

AYES:  Torres,  Courtney,  Caen,  Vietor  and  Moran 

4.  Public  Comments 

•  Ms.  Ann  Clark,  Friends  of  Camp  Mather,  encouraged  visitors  to  the  Camp.  She 
noted  that  the  Camp  was  profiled  in  USA  today  and  distributed  the  article. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Sewer  Inspection  and  Replacement  Update 

d)  Water  Supply  Agreement  Update 

e)  Water  System  Improvement  Program  Q1-Q4  FY12-13  Construction  Bid 
Summary 

f)  Peninsula  Watershed  Trails  Update 

Commissioner  Caen  noted  on  item  5c,  that  130  miles  was  indicated  as  inspected,  and 
asked  what  the  proposed  number  of  miles  to  be  inspected  was  in  the  budget.  General 
Manager  Kelly,  Jr.,  stated  that  the  proposed  number  of  miles  to  be  inspected  was  150. 
Mr  Tommy  Moala,  Assistant  General  Manager  (AGM),  Wastewater  Enterprise,  offered 
additional  details  on  the  inspection  program. 

Public  Comments 
•  None. 

6.  Other  Commission  Business 

a)  Approval  of  resolution  In  support  of  the  nomination  of  John  Coleman  for  the  office 
of  ACWA  President  (Resolution  13-0016). 

Commissioner  Moran  introduced  the  resolution  and  described  the  qualifications  of 
Mr  Coleman  and  a  description  of  the  office. 

On  Motion  to  approve  Item  6: 

AYES:  Torres,  Courtney,  Caen,  Vietor  and  Moran 
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Public  Comments 

•  None. 

7.  Report  of  the  General  Manager 

a)  Summer  Youth  Employment  Investment  Update 

General  Manager  Kelly,  Jr.,  introduced  Ms.  Kay  Fernandez  Smith,  SFPUC 
Director  of  Community  Benefits  and  Social  Responsibility,  who  provided  an 
update  on  the  Summer  Youth  Employment  Investment  Program.  She  briefly 
discussed  funding,  strategy,  and  expansion  plans  for  the  Program.  She 
described  new  partnerships  with  local  non-profits  that  expand  youth  access  to 
opportunities  and  provide  project-based  learning  opportunities.  Ms.  Fernandez 
Smith  discussed  project-based  learning  grants,  noting  that  a  total  of 
approximately  $150,000  in  one-time  grants  were  awarded  to  10  local  non-profit 
organizations,  enabling  the  hiring  of  277  additional  youth. 

The  following  participants  provided  testimonials  on  their  experience: 

•  Denny  David,  Deputy  Director  LYRIC,  discussed  their  program  and 
introduced  Tracy  Zhu,  project  leader,  who  offered  a  project  oven/iew  and 
described  her  experience  as  a  past  participant. 

•  Dion-Jay  Bookter,  Deputy  Director,  Young  Community  Directors  (YCD), 
described  the  experiences  YCD  participants  have  working  on  the  SSIP.  Lillie 
Sunday,  AECOM  Parsons,  provided  thoughts  on  working  with  students  in  the 
Program  and  discussed  the  roles  they  played. 

•  Analis  Ibarra,  Project  Pull  Team  Leader,  noted  over  100  San  Francisco  youth 
were  hired  as  Project  Pull  interns.  Ms.  Natalie  Kaliss  and  Ms.  Chinomnso 
Okorie  briefly  discussed  their  intern  experiences. 

Ms.  Fernandez  Smith  introduced  the  organizations  who  participated  in  the  Program 
and  asked  that  those  who  wanted  to  express  their  thoughts  about  the  Program  to  do 
so  in  writing. 

b)  WSIP  Update 

Ms.  Julie  Labonte,  WSIP  Director,  stated  the  Fourth  Quarter  Progress  Report  will 
be  provided  on  August  13,  2013.  She  gave  a  highlight  report,  noting  that  at  the 
end  of  June  the  program  was  75  percent  complete;  that  62  of  82  WSIP  projects 
have  completed  construction;  that  sixteen  are  in  construction;  and  that  four  are  in 
pre-construction.  She  provided  brief  detailed  on  additional  projects. 

CleanPowerSF  Update 

Ms.  Barbara  Hale,  AGM,  Power  Enterprise,  stated  that  constructive 
conversations  regarding  the  build-out  and  the  procurement  of  power  for 
CleanPowerSF  have  occurred  with  the  Labor  Council. 
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Public  Comments 

•  Mr.  Michael  Theriot,  San  Francisco  Building  and  Construction  Trades  Council, 
indicated  he  had  a  productive  meeting  with  Ms.  Kim  Malcolm.  He  summarized 
a  resolution  previously  submitted  to  the  Commission  and  on  how  principles 
and  project  labor  agreements  will  be  implemented.  He  noted  that  the  Council 
is  not  agnostic  to  Shell  Energy  or  PG&E,  but  hopes  that  they  honor  labor 
standards. 

•  Eric  Brooks,  San  Francisco  Green  Party  and  Local  Grass  Roots  Organization, 
Our  City,  referenced  Sierra  Club's  letter  regarding  labor  and  discussed  his 
thoughts  on  CleanPowerSF. 

•  Jason  Fried,  LAFCo  staff,  asked  that  outstanding  questions  be  presented  so 
action  can  be  taken  at  the  August  13^'^  meeting.  He  stated  that  once  the  not- 
to-exceed  rates  are  determined  additional  discussions  will  take  place  with 
labor 

•  Sharon  expressed  her  support  for  the  CleanPowerSF  Program. 

•  Jess  Den/in  Ackerman,  Sierra  Club,  expressed  her  support  for  the  Program 
and  for  jobs,  and  encouraged  an  August  13"^  vote  on  the  not-to-exceed  rates. 

8.  BAWSCA  Update 

Mr  Art  Jensen,  BAWSCA,  noted  that  the  BAWSCA  Board  of  Directors  named  Nicole 
Sandkulla  as  his  successor 

Public  Comments: 

•  None. 

9.  Consent  Calendar 

a)    Accept  work  performed  by  PAR  Electrical  Contractors,  Inc.,  for  Contract  No.  HH- 
961 E  Transmission  Lines  5/6  Repair  to  Optical  Ground  Wire,  for  a  total  contract 
amount  of  Not-to-Exceed  $30,000;  Approve  Modification  No.  1  (Final),  for  a  time 
extension  of  287  consecutive  calendar  days  for  a  total  contract  duration  of  407 
consecutive  calendar  days;  and  authorize  final  payment  to  the  contractor. 
(Resolution13-0017) 

Public  Comments: 

•  None. 

On  Motion  to  approve  item  9a: 

AYES:  Torres,  Courtney,  Caen,  Victor  and  Moran 

10.  Approve  the  reallocation  of  existing  appropriation,  in  the  amount  of  $40,000,000, 
consistent  with  the  planned  FY  2013-14  capital  project  investment,  from 
Wastewater  Enterprise  FY  2013-14  Capital  Improvement  Program  SSIP  Proiect 
CWWSIPDP.  Biosolids  Digester  Project  to  Wastewater  Enterprise  FY  2013-14  SSIP 
Project  CWWSIPPR.  Program  Wide  Efforts:  and  authorize  the  General  Manager  to 
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coordinate  a  request  for  a  Supplemental  Reallocation  Appropriation  to  adjust 
existing  appropriations  accordingly.  (Resolution  13-0018) 

Mr.  Tommy  Moala  introduced  the  item. 

Public  Comments: 

•  None. 

On  Motion  to  approve  item  10: 

AYES:  Torres,  Courtney,  Caen,  Victor  and  IVIoran 

11.  Adopt  the  Final  Mitigated  Negative  Declaration,  the  Mitigation  Monitoring  and 
Reporting  Program  and  the  Findings  as  reguired  by  the  California  Environmental 
Quality  Act  for  the  San  Joaguin  Valley  Communication  System  Upgrade  Project: 
and  approve  Hetchv  System  Improvement  Program-funded  Project  No.  CU HI 0201. 
San  Joaguin  Valley  Communication  System  Upgrade  Project:  and  approve  the 
solicitation  of  design  build  proposals  pursuant  to  Administrative  Code  Section  6.61. 
(Resolution  13-0019) 

Public  Comments: 

•  None. 

On  Motion  to  approve  item  11: 

AYES:  Torres,  Courtney,  Caen,  Vietor and Moran 

12.  Recommend  to  Board  of  Supervisors  to  adopt  the  Construction  Site  Runoff  Control 
Ordinance.  The  ordinance  will  ensure  the  City  is  in  compliance  with  State  Water 
Board  Orders  No.  2003-0005-DWQ  and  No.  201 3-0001 -DWQ,  the  Small  MS4 
Permit  (Phase  II).  (Resolution  13-0020) 

Public  Comments: 

•  None. 

On  Motion  to  approve  item  12: 

AYES:  Torres,  Courtney,  Caen,  Vietor  and  Moran 

13.  Authorize  the  General  Manager  to  execute  a  Memorandum  of  Understanding  by 
and  between  the  SFPUC  and  San  Francisco  Recreation  and  Parks  Commission 
regarding  management  of  the  Lake  Merced  Tract.  (Resolution  13-0021) 

Mr  Steve  Ritchie,  AGM,  Water,  introduced  the  item  and  provided  a  brief  status 
update. 

He  noted  that  the  revised  MOU  establishes  the  structure  of  the  relationship 
between  the  SFPUC  and  the  Recreation  and  Park  Department  (RPD),  and  clarifies 
that  the  SFPUC  is  the  manager  of  the  land.   
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Mr.  Ritchie  discussed  proposed  changes  to  the  MOU,  the  first  related  to  Item  B, 
which  states  that  the  Commissions  will  approve  extensions  of  the  MOU  rather  than 
the  General  Managers;  and  second,  the  addition  of  a  sentence  noting  the  creation 
of  a  jointly  developed  annual  work  program,  which  is  to  be  presented  to  each 
Commission  by  November  15'^  of  each  year  The  work  program  will  cover  the  work 
program  completion,  sources  and  uses  of  funds,  lease  and  concession 
management,  facilities  conditions  and  capital  repair 

Mr  Phil  Ginsburg,  General  Manager,  RPD,  noted  the  collaborative  work  that  has 
been  done.  In  response  to  questions  from  Commissioner  Vietor,  he  stated  that  RPD 
has  begun  work  planning  with  regard  to  the  $2M  bond,  with  site  assessments  taking 
place  and  stakeholder  meetings  anticipated  in  the  Fall.  Mr  Ginsburg  noted  that 
RPD  will  keep  the  SFPUC  in  the  loop  with  status  updates.  Mr  Ginsburg  stated  that 
in  addition  to  the  bond  money,  an  additional  $500,000  grant  was  received  from  the 
California  Department  of  Boating  and  Waterways  to  enhance  recreational  access 
on  the  Lake.  Mr  Ginsburg  provided  response  to  an  additional  question  regarding 
the  annual  work  plan,  noting  that  specifics  of  the  work  plan  are  outlined  in  detail  in 
the  MOU. 

Commissioner  Caen  asked  if  additional  funding  for  new  facilities  has  been  sought 
via  the  private  sector  Mr  Ginsburg  noted  that  some  groups  have  expressed 
interest  in  philanthropy  opportunities  and  that  RPD  welcomes  such  opportunities. 

Commissioner  Moran  echoed  the  thoughts  of  Commissioner  Caen  regarding  private 
funding  and  support. 

Commissioner  Moran  noted  that  the  amendments  suggested  by  Mr  Ritchie  will 
provide  for  transparency  and  accountability.  He  asked  that  public  comments 
address  the  MOU  and  the  amendments,  and  questioned  procedural  requirements. 

President  Torres  noted  that  Commissioner  Courtney  had  additional  amendments  to 
the  MOU. 

Commissioner  Courtney  expressed  his  support  for  the  work  that  staff  has  done.  He 
read  a  proposed  amendment  for  Joint  Responsibilities,  item  number  six. 

Deputy  City  Attorney  Noreen  Ambrose  read  the  amendments  proposed  by  Mr 
Ritchie  and  Commissioner  Courtney.  Mr  Ginsburg  stated  that  RPD  is  comfortable 
with  the  amendments  and  thanked  Commissioner  Courtney  for  his  comments. 

Commissioner  Caen  questioned  the  water  level  of  the  Lake  and  asked  if  a  minimum 
level  should  be  incorporated  into  the  MOU.  Mr  Ritchie  discussed  the  Lake  level 
datums,  or  points  of  reference,  for  elevation.  He  noted  that  the  Lake  is  currently 
relatively  stable  at  the  5'  to  6'  range.  He  stated  that  a  new  target  water  level  for  the 
Lake  will  be  presented  with  the  Vista  Grande  Project,  and  that  he  doesn't 
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recommend  any  change  at  this  time.  In  response  to  a  follow-up  question  from 
Commissioner  Caen,  he  indicated  that  when  that  project  is  approved,  the  MOU  can 
be  amended. 

Public  Comments: 

•  Mr  Dick  Allen  offered  his  comments  and  provided  them  in  writing. 

•  Mary  Allen,  San  Francisco  Rowing  Club,  described  the  facility  and  storage  of 
the  boats  and  described  a  2011  accident  at  the  facility. 

Commissioner  Vietor  asked  for  clarification  on  maintenance  requirements  in  the 
MOU.  Mr  Ginsburg  stated  it  is  RPD's  responsibility  for  on-going  maintenance  and  a 
thorough  process  is  in  place  for  evaluating  structural  maintenance  requests. 

In  response  to  a  question  from  Commissioner  Courtney,  Ms.  Ambrose  stated  that, 
as  per  the  Charter,  RPD  had  jurisdiction  over  recreational  activities  at  Lake  Merced. 

General  Manager  Kelly,  Jr,  stated  that  the  annual  report  will  provide  detail  on 
capital  assessment,  needs  and  repair 

Mr  Ginsburg  provided  thoughts  on  repair  and  responsibilities  and  noted  work  that  is 
being  done  at  the  Lake  and  at  the  boathouse,  given  current  financial  and  structural 
resources. 

Commissioner  Moran  stated  that  one  issue  that  has  obscured  other  issues  is 
whether  or  not  the  SFPUC  should  take  over  recreational  activities.  He  stated  that 
the  MOU  is  clear  that  RPD  is  responsible  for  recreational  decisions.  He  noted  the 
MOU's  requirements  as  related  to  the  Watershed  Report. 

Commissioner  Moran  moved  to  approve  item  13;  seconded  by  Commissioner 
Vietor. 

Commissioner  Moran  presented  an  amendment  to  Resolution  and  moved  to 
accept  all  of  the  proposed  amendments  to  both  the  Resolution  and  the  MOU; 
Seconded  by  Commissioner  Caen. 

•  Eric  Brooks,  San  Francisco  Green  Party  and  Local  Grass  Roots  Organization, 
Our  City,  stated  that  pathways  to  labor  are  needed  and  that  a  minimum  Lake 
level  is  needed.  He  expressed  his  thoughts  on  maintenance  issues  and  who 
should  be  responsible  for  recreational  management  issues. 

President  Torres  recessed  the  meeting  at  3:19  PM. 
President  Torres  reconvened  the  meeting  at  3:25  PM. 

On  Motion  to  approve  item  13  as  amended: 

Roll  Call:  AYES:  Torres,  Courtney,  Caen,  Vietor  and  Moran 


SFPUC  Minutes 
July  23,  2013 


Page  7 


14.  Authorize  the  General  Manager  to  implement  changes  to  GoSolarSF.  the  City's 
solar  incentive  program.  The  GoSolarSF  program  adjustments  are  prompted  by 
changes  in  the  solar  market  and  the  need  for  the  solar  incentive  rate  structure  to  be 
more  effective  and  reach  more  customers.  (Resolution  13-0122) 

Ms.  Barbara  Hale,  provided  a  review  of  the  GoSolarSF  Program,  described  the 
proposed  changes,  which  had  been  presented  to  and  discussed  with  stakeholders 
and  the  Citizens  Advisory  Committee. 

Commissioner  Moran  proposed  two  amendments  to  the  resolution,  noting  that  the 
amendments  would  start  a  process  of  discussing  the  potential  changes  that  would 
focus  the  benefits  of  the  GoSolarProgram  for  customers  of  the  Program. 

Commissioner  Vietor  asked  for  and  received  clarification  on  who  are  customers. 

Discussion  ensued  on  the  GoSolarSF  Program.  Ms.  Hale  provided  clarification  on 
the  GoSolarSF  statue,  noting  the  first  year  was  designated  as  a  pilot  program, 
which  has  concluded.  She  indicated  that  the  statue  mandates  funding  for  10  years, 
and  that  funding  is  included  in  the  SFPUC  Capital  Plan. 

General  Manager  Kelly,  Jr,  offered  thoughts  on  the  roll-out  process  which  ensures 
all  stakeholders  are  included. 

Public  Comments: 

•  Eddie  Ahn,  Brightline  Defense  Project,  thanked  the  Commission  and  staff  for 
working  with  the  advocates  on  funding  to  continue  the  Program.  He  offered 
three  points  to  ensure  effective  administration:  Immediate  funding;  Rejection  of 
amendment  presented;  and  workforce  development  improvement. 

•  Mr  Stacy  (inaudible),  indicated  that  he  has  installed  over  207  projects  in 
conjunction  with  GoSolarSF.  He  expressed  support  for  the  Program, 
encouraged  funding,  and  offered  support  for  the  amendment. 

•  John  Rizzo,  Sierra  Club,  expressed  support  and  requested  the  immediate 
release  funds. 

Commissioner  Courtney  asked  Mr.  Rizzo  his  thoughts  on  the  workforce  component, 
which  he  provided. 

•  Mr  Doug  Parrish,  Red  Dipper,  expressed  his  support  for  the  Program  and 
encouraged  Commission  approval  of  the  amended  item. 

Commissioner  Courtney  departed  the  meeting  at  3:45  PM. 

•  Unknown  female  speaker  representing  Luminalt,  expressed  her  support  for  the 
Program,  for  the  workforce  development  component,  and  for  the  immediate 
release  of  funds. 
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•  Eric  Brooks,  San  Francisco  Green  Party  and  Local  Grass  Roots  Organization, 
Our  City,  expressed  tiis  desire  for  ttie  Program,  for  the  worl<force  development 
component  and  for  the  immediate  release  of  funds. 

General  Manager  Kelly,  Jr.,  noted  that  $820,000  in  funds  have  been  released  and 
provided  explanation  for  the  timing  of  the  release  of  the  remaining  funds. 

•  Joshua  Arce,  Commission  on  the  Environment,  thank  staff  for  their  work.  He 
suggested  a  joint  meeting  with  his  Commission.  He  asked  that  funds  be 
released  earlier  and  expressed  support  for  the  workforce  development 
component.  He  did  not  support  the  amendment. 

Commissioner  Vietor  provided  her  thoughts  on  the  amendment  and  expressed  support. 
She  recommended  that  alternate  fee  structures  be  investigated  to  ensure  on-going 
funding  of  the  Program. 

On  Motion  to  approve  item  14  as  amended: 
AYES:  Torres,  Caen,  Vietor  and  IVIoran 

15.  Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 
None. 

16.  Motion  on  whether  to  assert  the  attomey-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

On  Motion  TO  ASSERT: 

AYES:  Torres,  Caen,  Vietor  and  Moran 

Commissioner  Vietor  departed  the  meeting  at  4:01  PM. 

17.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1). 
Existing  Claim: 

Proposed  Settlement  Agreement  and  Stipulation  for  Entry 

Central  Valley  Regional  Water  Quality  Control  Board 

Administrative  Civil  Liability  Order  R-5-201 3-0545 

Filed:  July  2,  2012 
(Resolution  13-0123) 

18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1). 
Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529309 

City  Attorney  File  No.  0000657/Date  Filed  March  6,  2013:  Served  June  6,  2013 
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19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1). 
Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.  CGC-1 3-529310 
City  Attorney  File  No.  0000657/Date  Filed  June  6,  2013 

20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1). 
Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A127554/Date  Filed:  January  29,  2010 

21 .  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 

Section  54957  and  San  Francisco  Administrative  Code  67.10(a). 

Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 

and  Power  Systems. 

22.  Announcement  following  Closed  Session. 

President  Torres  stated  that  a  settlement  was  reached  on  Item  1 7;  and  that  no 
other  action  was  taken. 

23.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 
On  Motion  NOT  TO  DISCLOSE: 

AYES:  Torres,  Caen,  and  Moran 

24.  Other  new  business 

None. 

President  Torres  adjourned  the  meeting  at  4:08  PM. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  13-01 16 


WHEREAS,  ACWA  has  announced  that  a  Nominating  Committee  has  been  formed  to 
develop  a  slate  for  the  Association's  statewide  positions  of  President  and  Vice  President;  and 

WHEREAS,  the  individual  who  fills  an  officer  position  will  need  to  have  a  working 
knowledge  of  water  industry  issues  and  concerns,  possess  strength  of  character  and  leadership 
capabilities,  and  be  experienced  in  matters  related  to  the  performance  of  the  duties  of  the  olfice;  and 

WHEREAS,  this  person  must  be  able  to  provide  the  dedication  of  time  and  energy  to 
effectively  serve  in  this  capacity;  and 

WHEREAS,  John  A.  Coleman  was  first  elected  to  the  East  Bay  Municipal  Utility  District 
(EBMUD)  Board  of  Directors  in  1990,  has  been  re-elected  five  times  representing  the  communities 
of  Alamo,  Danville,  Lafayette,  and  portions  of  Pleasant  Hill,  San  Ramon,  and  Walnut  Creek,  and 
currently  serves  as  Chair  of  EBMUD's  Finance/Administration  Committee;  and 

WHEREAS,  Mr.  Coleman  has  long  been  active  on  water  and  wastewater  boards  at  the 
regional,  state  and  national  levels  and  currently  holds  positions  that  include  Vice-President  of 
ACWA  Board  of  Directors;  Chair  of  ACWA's  California  Finance  Water  Task  Force;  Chair  of  the 
Freeport  Regional  Water  Authority  (FRWA);  Chair  of  the  Upper  Mokelumne  River  Watershed 
Authority  (UMRWA);  and  Board  Member  of  DERWA,  the  joint  powers  authority  for  recycled  water 
service  provided  to  EBMUD  and  the  Dublin-San  Ramon  Services  District;  and 

WHEREAS,  Mr.  Coleman  demonstrated  his  ability  to  provide  strong  leadership  for  a  state 
association  as  an  officer  and  as  past  President  of  the  California  Association  of  Sanitation  Agencies 
(CASA)  board;  and 

WHEREAS,  Mr.  Coleman's  participation  in  local  and  regional  organizations  is  indicative  of 
his  broad  network  and  includes:  presently  serving  as  a  board  member  of  the  East  Bay  Leadership 
Council;  community  involvement  that  includes  election  to  the  Council  Executive  Board  of  the  Mt. 
Diablo  Silverado  Council;  serving  as  Eagle  Advisor  of  Troop  243  in  Lafayette,  being  a  proud  Eagle 
Scout;  previously  serving  as  the  Lafayette  Chamber  of  Commerce  President;  and  current 
employment  as  the  Executive  Director  of  the  Bay  Planning  Coalition;  and 

WHEREAS,  it  is  the  opinion  of  the  San  Francisco  Public  Utilities  Commission  that  John 
Coleman  possesses  all  of  the  qualities  needed  to  fulfill  the  duties  of  the  office  of  ACWA  President; 
now,  therefore,  be  it 

RESOLVED,  that  this  Commission  places  its  fiiU  and  unreserved  support  in  the  nomination 
of  John  Coleman  for  the  office  of  ACWA  President. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  July  23,  2013. 


Secretai7,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0117 


WHEREAS,  Construction  has  been  completed  for  Hetch  Hetchy  Water  and  Power 
(HHWP)  capital  budget-funded  Contract  No.  HH-961E  Transmission  Lines  5/6  Repair  to  Optical 
Ground  Wire  (OPGW)  by  the  contractor,  PAR  Electrical  Contractors,  Inc.;  and 

WHEREAS,  On  December  23,  2011  the  General  Manager,  in  accordance  with  Section 
6.60  of  the  San  Francisco  Administrative  Code,  declared  an  emergency  for  repairs  to  the  Optical 
Groimd  Wire  between  power  transmission  Imes  5  and  6;  and 

WHEREAS,  Contract  No.  HH-961E  Transmission  Lines  5/6  Repair  to  Optical  Ground 
Wire,  in  the  amount  of  Not-to-Exceed  $30,000,  was  awarded  on  February  24,  2012  to  PAR 
Electrical  Contractors,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  January  19,  2012, 
with  an  original  schedule  of  120  consecutive  calendar  days  and  the  contract  work  was  completed 
in  407  consecutive  calendar  days  on  March  1,  2013;  and 

WHEREAS,  The  original  contract  amount  was  for  Not-to-Exceed  $30,000  and  the 
original  contract  duration  was  120  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  is  being  requested  for  a  time  extension  of  287 
consecutive  calendar  days  as  delays  were  encountered  several  times  due  to  the  availability  of  a 
helicopter  in  the  area,  and  poor  weather  that  postponed  multiple  attempts  of  the  helicopter, 
increasing  the  contract  duration  to  407  consecutive  calendar  days;  and 

WHEREAS,  The  Contract  Monitoring  Division  granted  an  emergency  waiver  of  the 
subcontracting  goals  pursuant  to  Chapter  14.A.12.2  of  the  San  Francisco  Administrative  Code; 
and 

WHEREAS,  Funds  are  available  from  Hetch  Hetchy  Water  and  Power  capital  Project  No. 
CUH977-04  -  Fiber/Communication  System  Upgrades  ;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  PAR  Electrical 
Contractors,  Inc.  for  HHWP  capital  project  funded  Contract  No.  HH-961E,  Transmission  Lines 
5/6  Repair  to  Optical  Ground  Wire,  for  a  total  contract  amount  of  $29,147,  and  with  a  total 
contract  duration  of  407  consecutive  calendar  days;  and  authorizes  final  payment  to  the 
contractor. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  23,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  13-0118 


WHEREAS,  This  Commission  adopted  the  SFPUC  10- Year  Capital  Plan  for  FY 
2013-14  to  FY  2022-23  on  February  12, 2013  by  Resolution  No.  13-0027;  and 

WHEREAS,  the  Board  of  Supervisors  approved  a  budget  appropriation  for  FY 
2012-13  and  FY  2013-14  for  Wastewater  Capital  Improvements  on  May  24,  2012  per 
Ordinance  No.  108-12;  and 

WHEREAS,  Reallocation  of  funds  from  the  Sewer  System  Improvement  Program 
(SSIP)  Project  CWWSIPDP,  Biosolids  Digester  Project,  to  SSEP  Project  CWWSIPPR, 
Program  Wide  Efforts,  is  necessary  to  facilitate  the  use  of  two  properties  located  at  1800 
and  1801  Jerrold  Avenue,  adjacent  to  the  Southeast  Plant,  for  multiple  SSIP  purposes; 
and 

WHEREAS,  The  work  funded  by  die  reallocation  will  be  beneficial  to  support  a 
number  of  SSIP  uses  and  efforts,  allowing  greater  flexibility  in  the  reuse  of  the  properties 
to  support  multiple  ongoing  and  planned  SSIP  uses,  after  appropriate  feasibility,  public 
and  environmental  review;  and 

WHEREAS,  The  proposed  appropriation  reallocation  involves  no  change  to  the 
overall  SSIP  program  budget;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  reallocation  of  existing 
project  appropriation,  in  the  amount  of  $40,000,000,  from  Wastewater  Enterprise  SSIP 
Project  CWWSIPDP,  Biosolids  Digester  Project  to  fund  SSIP-wide  costs  related  to 
Wastewater  Enterprise  SSIP  Project  CWWSIPPR,  Program  Wide  Efforts;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General 
Manager  to  seek  Board  of  Supervisors'  approval  for  the  supplemental  appropriation-to 
reallocate  existing  appropriation,  consistent  with  this  Resolution. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  23, 2013. 


Secretary,  Public  Utilities  Commission 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0119 


WHEREAS,  San  Francisco  Public  Utilities  Commission  ("SFPUC")  staff  developed  a  project 
to  upgrade  existing  commimication  systems,  otherwise  known  as  Project  No.  CUH10201,  San  Joaquin 
Valley  Communication  System  Upgrade  Project  ("Project");  and 

WHEREAS,  The  purpose  of  the  proposed  Project  is  to  replace  existing  unreliable 
communication  systems  with  an  integrated,  modem,  and  reliable  communication  and  control  system 
for  SFPUC  water  and  power  transmission  system  operations  across  the  San  Joaquin  Valley;  and 

WHEREAS,  The  General  Manager  has  determined  that  cost  efficiencies  could  be  achieved 
through  the  use  of  design  build  contracting;  and 

WHEREAS,  A  Preliminary  Mitigated  Negative  Declaration  for  the  Project  was  prepared  and 
published  for  public  review  on  March  6,  2013;  and 

WHEREAS,  The  Preluninary  Mitigated  Negative  Declaration  was  available  for  public 
comment  until  April  5,  2013;  and 

WHEREAS,  On  June  27,  2013,  the  Environmental  Review  Officer  reviewed  and  considered 
the  Final  Mitigated  Negative  Declaration  and  found  that  the  contents  of  said  report  and  the  procedures 
through  which  the  Final  Mitigated  Negative  Declaration  was  prepared,  publicized,  and  reviewed 
complied  with  the  California  Environmental  Quality  Act  (California  Public  Resources  Code  Sections 
21000  et  seq.)  (CEQA),  14  California  Code  of  Regulations  Sections  15000  et  seq.  (the  "CEQA 
Guidelines"),  and  Chapter  31  of  the  San  Francisco  Administrative  Code  ("Chapter  31");  and 

WHEREAS,  The  Environmental  Review  Officer  found  the  Final  Mitigated  Negative 
Declaration  was  adequate,  accurate,  and  objective,  reflected  the  independent  analysis  and  judgment  of 
the  San  Francisco  Planning  Department,  and  diat  the  summary  of  comments  and  responses  contained 
only  minor  revisions  to  the  Mitigated  Negative  Declaration,  and  issued  the  Final  Mitigated  Negative 
Declaration  for  the  Project  in  compliance  with  CEQA,  the  CEQA  Guidelines  and  Chapter  3 1 ;  and 

WHEREAS,  The  Planning  Department,  is  the  custodian  of  records,  located  in  File 
No.  2012.0183E,  at  1650  Mission  Street,  4th  Floor,  San  Francisco,  California;  and 

WHEREAS,  The  Final  Mitigated  Negative  Declaration,  CEQA  Findings  (Attachment  A),  and 
Mitigation  Monitoring  and  Reporting  Program  ("MMRP")  (Attachment  B),  were  made  available  to  the 
public  and  this  Commission  for  this  Commission's  review,  consideration  and  action;  now,  therefore, 
be  it 

RESOLVED,  That  the  Commission  has  reviewed  and  considered  the  Final  Mitigated  Negative 
Declaration  and  the  record  as  a  whole,  fmds  that  the  Final  Mitigated  Negative  Declaration  is  adequate 
for  its  use  as  the  decision- making  body  for  the  Project,  that  there  is  no  substantial  evidence  that  the 
Project  will  have  a  significant  effect  on  the  environment  with  the  adoption  of  the  mitigation  measures 
contained  in  the  MMRP  to  avoid  potentially  significant  environmental  effects  associated  with  the 


Project  and  that  the  Final  Mitigated  Negative  Declaration  reflects  the  City's  independent  judgment  and 
analysis,  and  hereby  adopts  the  Final  Mitigated  Negative  Declaration;  and  be  it 

FURTHER  RESOLVED,  That  the  Commission  hereby  adopts  the  CEQA  Findings  and  the 
MMRP  attached  hereto  as  Exhibits  A  and  B  and  incorporated  herein  as  part  of  this  Resolution  by  this 
reference  thereto  and  commits  to  all  required  mitigation  measures  identified  in  the  Final  Mitigated 
Negative  Declaration  and  contained  in  the  MMRP;  and  be  it 

FURTHER  RESOLVED,  That  the  SFPUC  shall  ensure  implementation  of  all  mitigation 
measures  identified  in  the  MMRP  either  directly  or  via  binding  contractual  mechanisms.  The  SFPUC 
fmds  that  the  measures  it  is  adopting  can  be  carried  out  by  the  SFPUC  at  the  designated  tune  and  are 
feasible  at  this  tune;  and  be  it 

FURTHER  RESOLVED,  That  the  General  Manager  or  his  designee  is  authorized  to  seek 
Board  of  Supervisors'  approval,  if  necessary,  and  obtain  permits  and  approvals,  as  applicable,  from 
local,  state,  and  federal  agencies;  and  be  it 

FURTHER  RESOLVED,  that  this  Commission  hereby  approves  Project  No.  CUH 10201, 
San  Joaquin  Valley  Communication  System  Upgrade  Project,  and  authorizes  staff  to  proceed  with 
actions  necessary  to  implement  the  Project,  and  approves  the  solicitation  of  design  build  proposals. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  23,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  13-0120 


WHEREAS,  construction  site  runoff  can  be  a  significant  contributor  to  flooding, 
infrastructure  damage,  and  pollution  to  the  San  Francisco  Bay  and  Pacific  Ocean;  and 

WHEREAS,  the  Federal  Clean  Water  Act  and  a  National  Pollution  Discharge 
Elimination  System  (NPDES)  Permit  issued  by  the  State  of  California  require  the  City  and 
County  of  San  Francisco  to  administer  a  Construction  Site  Runoff  Control  Program  that  protects 
water  quality  by  controlling  the  discharge  of  sediment  and  other  pollutants  from  construction 
sites  and  preventing  erosion  and  sedimentation  due  to  construction  activities;  and 

WHEREAS,  developing  and  administering  a  Construction  Site  Runoff  Control  Ordinance 
to  reduce  flooding,  infrastructure  damage,  and  pollution  to  the  San  Francisco  Bay  and  Pacific 
Ocean  will  enhance  compliance  with  NPDES  permits  issued  by  the  State  of  California  and 
United  States  Environmental  Protection  Agency  (USEPA);  and 

WHEREAS,  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  Wastewater 
Enterprise  has  been  charged  with  developing  and  implementing  a  Construction  Site  Runoff 
Control  Ordinance  that  fulfills  state  and  federal  requirements  for  regulation  of  construction  site 
runoff  and  provides  the  means  to  enforce  the  requirements  of  the  ordinance;  and 

WHEREAS,  SFPUC  has  developed  the  Construction  Site  Runoff  Control  Ordinance, 
which  defmes  regulatory  thresholds  and  requirements  for  land-disturbing  projects  and  offers 
specific  approaches  for  construction  site  management;  and 

WHEREAS,  the  SFPUC  has  developed  the  Construction  Site  Best  Management  Practices 
Handbook  to  provide  technical  guidance  for  construction  site  runoff  control;  and 

WHEREAS,  under  the  delegation  agreement  between  the  San  Francisco  Plaiming 
Department  and  the  SETUC,  a  Categorical  Exemption  Determination  was  issued  for  the  draft 
Ordinance  by  the  SFPUC  under  Section  15308  (Class  8)  (Actions  by  Regulatory  Agencies  for 
Protection  of  the  Environment)  of  the  California  Environmental  Quality  Act  (CEQA)  Guidelines 
on  May  31,  2013.  On  June  6,  2013  the  San  Francisco  Planning  Department  Acting 
Environmental  Review  Officer  concurred  with  said  Exemption  Determination.  No  Planning 
Department  Case  Number  was  assigned  to  the  Exemption  Determmation.,  now,  therefore,  be  it 

RESOLVED,  that  the  Commission  recommends  to  the  Board  of  Supervisors  the  adoption 
of  the  proposed  Construction  Site  Runoff  Control  Ordinance,  and  authorizes  and  directs  the 
General  Manager  to  submit  the  proposed  Construction  Site  Runoff  Control  Ordinance  to  the  San 
Francisco  Board  of  Supervisors  for  consideration  and  adoption. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  23,  2013. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0121 


WHEREAS,  The  Lake  Merced  Tract  ('Tract")  is  under  the  jurisdiction  of  the  SFPUC, 
and  was  purchased  in  1930  as  part  of  the  acquisition  of  the  Spring  Valley  Water  Company;  and 

WHEREAS,  On  January  30,  1950,  the  SFPUC  adopted  Resolution  No.  10,435,  which 
gave  the  San  Francisco  Recreation  and  Park  Department  (RPD)  the  right  to  "occupy,  use  and 
improve,  for  park  and  recreational  purposes"  the  entire  Tract,  along  with  the  right  to  grant 
concessions  or  leases;  and 

WHEREAS,  The  Recreation  and  Park  Commission  adopted  Resolution  No.  1919  on 
February  15,  1950  accepting  SFPUC's  offer  of  managing  the  Tract  for  recreational  purposes, 
subject  to  the  conditions  in  SFPUC  Resolution  No.  10,435  and  the  exceptions  noted  in  a 
February  9,  1950  letter  from  SFPUC  General  Manager  James  Turner  concerning  the  6.1  acre 
Lake  Merced  Pump  Station  Tract,  enumerated  rights-of-way  for  SFPUC  subsurface  pipelines 
through  the  Tract,  and  the  connecting  pipeline  between  the  North  and  South  Lakes;  and 

WHEREAS,  The  San  Francisco  Board  of  Supervisors  adopted  Resolution  No.  14-07 
urging  the  SFPUC  and  RPD  to  work  together  to  modify  the  provisions  of  SFPUC  Resolution  No. 
10,435  to  allow  the  SFPUC  to  manage  the  Tract  foUowmg  standards  applied  to  the  management 
of  an  urban  watershed,  and  to  allocate  the  resources  necessary  to  have  the  SFPUC  assume  a 
greater  role  in  the  protection  of  water  quality  through  creation  of  a  long-term  vision  for  the  Tract 
that  sustainably  balances  multiple  beneficial  uses,  including  management  of  natural  areas, 
watershed  protection  and  restoration,  public  education,  and  recreation;  and 

WHEREAS,  The  purpose  of  this  MOU  is  to  define  the  framework  of  cooperation 
between  the  SFPUC  and  RPD  as  it  pertains  to  the  beneficial  uses  and  facilities  of  Lake  Merced 
and  the  Tract  in  San  Francisco;  and 

WHEREAS,  The  term  of  this  MOU  will  be  for  five  years  and  may  be  renewed  for 
additional  terms,  up  to  five  years  each,  with  written  approval  from  both  SFPUC  and  RPD;  now 
therefore  be  it 

RESOLVED,  That  this  Conunission  hereby  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  (SFPUC)  to  execute  a  Memorandum  of  Understandmg  by 
and  between  the  SFPUC  and  San  Francisco  Recreation  and  Parks  Commission  (RPD)  regarding 
management  of  the  Lake  Merced  Tract,  with  the  amendments  to  Sections  B  and  E  approved  by 
the  Commission  at  the  July  23,  2013  meeting. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  23,  2013. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  13-0122 


WHEREAS,  The  GoSolarSF  incentive  program  began  its  sixth  year  on  July  1,  2013;  and 

WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  is  dedicated  to 
installing  solar  energy  systems  that  will  reduce  the  City's  business  and  residential  reliance  on 
energy  created  by  fossil  fuels;  and 

WHEREAS,  An  increase  in  private  demand  combined  with  appropriate  measures  to 
attract  investment  in  the  City's  solar  manufacturing  and  installation  industries  could  reduce  the 
overall  cost  of  solar  energy  over  the  long  term  as  costs  of  importing  such  manufacturing 
technology  and  expertise  are  reduced  or  eliminated  in  favor  of  a  competitive  in-City  market;  and 

WHEREAS,  The  GoSolarSF  program  has  been  successful  in  providing  solar  incentive 
payments  for  San  Francisco  homes,  businesses  and  nonprofit  organizations;  and 

WHEREAS,  GoSolarSF  currently  accepts  applications  from  all  private  electric  customers 
in  San  Francisco;  and 

WHEREAS,  The  Solar  Energy  Incentive  Program  ordinance  directs  the  SFPUC,  in  its 
role  as  the  Program  Administrator,  to  monitor  the  effective  costs  of  renewable  energy  system 
installation  and  other  related  market  information  for  purposes  of  making  adjustments  to  die  solar 
incentive  levels. 

WHEREAS,  A  recent  SFPUC  analysis  determined  that  solar  market  conditions  have 
changed  and  the  current  incentive  levels  are  higher  than  necessary;  and 

WHEREAS,  Modifying  the  GoSolarSF  residential  incentive  rate  structure  and  reducing 
incentive  levels  will  fund  more  projects  in  San  Francisco,  likely  lead  to  additional  in-City  jobs, 
and  is  expected  to  prevent  the  program  budget  from  being  depleted  before  the  end  of  the  fiscal 
year;  and 

WHEREAS,  Adding  a  design  factor  requirement  will  maximize  energy  generation;  and 

WHEREAS,  On  May  9,  2013,  the  Bureau  of  Environmental  Management  determined  that 
this  action  is  not  a  project  under  California  Environmental  Quality  Act  (CEQA),  according  to 
section  15378  of  the  CEQA  Guidelines.  Subsequent  actions  carried  out  by  property  owners 
would  be  subject  to  review  by  the  Department  of  Building  Inspection  and  the  Planning 
Department,  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  (1)  authorizes  the  General  Manager  of  the 
SFPUC  to  add  a  design  factor  requirement  for  appHcants  to  maximize  energy  generation  and  (2) 
authorizes  the  General  Manager  to  reduce  incentive  levels  and  modify  the  residential  mcentive 
rate  structure,  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  directs  the  General  Manager  of  the 
SFPUC  to  propose  further  improvements  to  GoSolarSF  for  implementation  during  the  Fiscal 
Year  2014,  through  a  process  inclusive  of  all  stakeholders,  that  results  in  a  robust  program 
focused  on  our  customers. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  July  23,  2013. 

Secretary,  Public  Utilities  Commission 


San  Francisco 

Wator  i'  ^'vvwi 

Services  of  the  San  Francisco  Public  Utilities  Commission 

San  Francisco  public  utilities  Commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 


AGENDA 
Tuesday,  August  13,  2013 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


Commissioners 

Art  Torres,  President 
Vince  Courtney,  Vice  President 
Ann  Moller  Caen 
Francesca  Vietor 
Anson  Moran 


Harlan  L.  Kelly,  Jr. 

General  Manager 


Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  www.sfwater.ora 
Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.qranicus.comA/iewPublisher.php7view  id=22 


Disability  Access 


The  Public  Utilities  Commission  meeting  will  be  held  in  Room  400,  at  One  1  Dr.  Carlton  B.  Goodlett 
Place,  (400  Van  Ness  Avenue),  San  Francisco,  CA.  The  closest  accessible  BART  Station  is  the 
Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  Lines  serving  this 
location  are:  Muni  Metro  lines  J  Church,  K  Ingleside,  L  Taraval,  M  Oceanview,  N  Judah  and  T  Third 
at  Van  Ness  and  Civic  Center  Stations;  F  Market  Line;  and  bus  routes  19  Polk,  47  Van  Ness,  49 
Mission  Van  Ness,  5  Fulton,  6  Parnassus,  21  Hays,  9  San  Bruno,  9L  San  Bruno  Limited,  71  Haight 
Noriega  and  71 L  Noriega  Limited.  For  more  information  about  MUNI  accessible  services  call  (415) 
701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been 
designated  on  the  Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility- 
impaired  persons.  There  is  accessible  parking  available  within  the  Civic  Center  Underground 
Parking  Garage  at  the  corner  of  McAllister  and  Polk  Streets,  and  within  the  Performing  Arts  Parking 
Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain 
meeting  materials  in  alternative  format,  please  contact  Donna  Hood  at  (415)  554-3165,  or  by 
emailing  dhood(5)sfwater.orq.  Providing  at  least  72  hours  notice  will  help  to  ensure  availability. 

To  assist  the  City's  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses, 
multiple  chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that 
other  attendees  may  be  sensitive  to  various  chemical  based  products.  Please  help  the  City 
accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance 
(Chapter  67  of  the  San  Francisco  Administrative  Code) 

Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public. 
Commissions,  boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the 
people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the  people  and 
that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under  the 
Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  the  Sunshine  Ordinance  Task 
Force,  City  Hall,  Room  409,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102-4683  at 
Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554-7854;  E-mail:  sotf^sfaov.ora.  Copies  of  the 
Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San  Francisco 
Public  Library  and  on  the  City's  website  at  www.sfqov.orq. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are 
prohibited  at  this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the  meeting 
room  of  any  person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar 
sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements 

Individuals  and  entities  that  influence  or  attempt  to  influence  local  legislative  or  administrative  action 
may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF  Campaign  &  Governmental  Conduct 
Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information  about  the  Lobbyist 
Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue,  Suite 
220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-3112;  web  site  at 
www.sfqov.orq/ethics. 


ORDER  OF  BUSINESS: 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  Minutes  of  the  July  23,  201 3 

4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within  the 
Commission's  jurisdiction  and  are  not  on  today's  agenda 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Desalination  Project  Comparison 

d)  Large  Development  Projects  in  the  Water  Service  Area 

e)  SFPUC/SFDPH  Chloramine  Activities 

f)  Street  Light  Program  Update 

g)  Water  Enterprise  Capital  Improvement  Program  Quarterly  Report  -  Regional 

h)  Water  Enterprise  Capital  Improvement  Program  Quarterly  Report  -  Local 

i)  Water  System  Improvement  Program  Quarterly  Report  -  Regional 
j)  Water  System  Improvement  Program  Quarterly  Report  -  Local 

k)  Water  System  Improvement  Program  Status  of  Construction  Change  Orders, 
Q4/FY2012-2013  (April  1 ,  2013  -  June  30,  2013) 

6.  Other  Commission  Business 

7.  Report  of  the  General  Manager 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney 
where  applicable. 

Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
525  Golden  Gate  Avenue,  13'^  Floor,  San  Francisco,  CA  94102,  Telephone:  (415)  554- 
3165,  Fax:  (415)  554-3424. 

CONSENT  CALENDAR 

8.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by 
a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these 
items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which  event 
the  matter  will  be  removed  from  the  Calendar  and  considered  as  a  separate  item. 


CO 


a)  Accept  work  performed  by  Shaw  Pipeline,  Inc.  for  Contract  No.  WW-480, 
Various  Locations  Sewer  Replacement  Contract  No.  3  and  Pavement 

^  Renovation;  and  approve  Modification  No.  4  (Final),  increasing  tlie  contract  by 

<^  $41,170,  to  account  for  actual  costs  of  labor  and  materials  required  to  complete 

the  work  under  bid  item  allowances,  for  a  total  contract  amount  of  $2,475,800  (of 
which  $1 ,770,622  is  funded  by  the  WWE  R&R  Program,  $641 ,725  is  funded  by 
the  DPW  Paving  Program  and  $63,453  is  funded  by  the  SFMTA);  and  with  a 
time  extension  of  five  consecutive  calendar  days,  for  a  total  contract  duration 
of  31 8  consecutive  calendar  days;  and  authorize  final  payment  to  the  contractor. 

(Moala)  j 

b)  Accept  work  performed  by  ProVen  Management,  Inc.,  for  Contract  No.  WW-  ■ 
^  482,  Various  Locations  Sewer  Cleaning  Contract  No.  1 ,  for  a  total  contract 

CO  amount  of  $2,820,000,  and  with  a  total  contract  duration  of  460  consecutive 

calendar  days;  and  authorize  final  payment  to  the  contractor.  (Moala) 

c)  Accept  work  performed  by  Precision  Engineering  for  Contract  No.  WW-504, 
Sunset  District  Sewer  Replacement  and  Pavement  Renovation,  with  an  express 
reservation  of  rights  related  to  work  performed  on  15th  Avenue  from 
Wawona  Street  to  West  Portal  Avenue;  and  approve  Modification  No.  1  (Final) 

^       to  account  for  actual  costs  of  labor  and  materials  required  to  complete  the  work 

under  bid  item  allowances,  increasing  the  contract  by  $138,918,  for  a  total 
^       contract  amount  of  $2,747,003  (of  which  $1 ,998,452  is  funded  by  the  WWE  R&R 
CO       Program,  and  $748,551  is  funded  by  the  DPW  Paving  Program),  and  with  a  time 
*H      extension  of  55  consecutive  calendar  days  for  a  total  contract  duration  of  305 
consecutive  calendar  days;  and  authorize  final  payment  to  the  contractor. 

(Moala) 

d)  Approve  the  proposed  Memorandum  of  Agreement  (Agreement)  between  the 
San  Francisco  Public  Utilities  Commission  (SFPUC)  and  the  San  Francisco 

1^       Housing  Authority  (SFHA)  that  provides  the  terms  by  which  SFHA  agrees  to  pay 
cs»       the  SFPUC  for  unpaid  electric  utility  service  bills,  estimated  to  be  $1.8M  through 
g       August  31 ,  201 3,  and  authorize  the  General  Manager  execute  the 
CO       Agreement,  and  to  amend  the  Agreement  to  include  additional  unpaid  electric 
service  charges  through  the  end  of  the  SFHA  Fiscal  Year  on  September  30, 
2013,  if  necessary.  (Rydstrom) 

REGULAR  BUSINESS 

9.     Approve  an  increase  in  the  construction  contract  cost  contingency  for 

Contract  No.  WD-2581,  New  Irvington  Tunnel  (NIT),  in  the  amount  $8,005,495, 
and  an  increase  in  the  contract  duration  of  up  to  53  consecutive  calendar 
days;  and  authorize  the  General  Manager  to  approve  future  modifications  to  the 

«o  contract  for  a  total  revised  contract  amount  up  to  $257,328,965  and  for  a  total 

^  revised  contract  duration  up  to  1 ,843  consecutive  calendar  days.  The  requested  I. 

G>  increase  in  the  contract  cost  contingency  and  contract  duration  is  accounted  for  in  i 

^  / 


CO 


the  NIT  revised  budget  and  schedule  approved  by  this  Commission  on  April  23, 
2013,  and  is  due  to  having  to  perform  work  under  "fully  gassy"  tunneling  conditions, 
the  need  for  probing  and  grouting  to  control  groundwater  seepage,  and  differing  site 
conditions  such  as  harder  rock  encountered  during  excavation.  (Bajwa) 

10.  Approve  an  increase  in  the  construction  contract  cost  contingency  for 
Contract  No.  WD-2551,  Calaveras  Dam  Replacement  Project  (CDRP),  in  the 

^  amount  of  $46,914,611;  and  Authorize  the  General  Manager  to  approve  future 
<M   modifications  to  the  contract  for  a  total  revised  contract  amount  up  to 

$449,443,646.  The  requested  increase  in  the  contract  contingency  is  accounted  for 
in  the  CDRP  revised  budget  approved  by  the  Commission  on  January  22  and  April 
■»H  23,  201 3.  The  increase  is  due  to  the  balance  of  funding  required  for  the  changes  to 
the  left  abutment  differing  site  condition  in  Observation  Hill,  as  well  as  future 
pending  and  potential  changes,  trends  and  remaining  risks  associated  with  the 
Project.  (Bajwa) 

1 1 .  Public  Hearing:  Discussion  and  possible  action  regarding  schedules  of  rates  and 
charges  of  the  San  Francisco  Public  Utilities  Commission  Power  Enterprise  for 

0  Phase  One  of  the  CleanPowerSF  Community  Choice  Aggregation  Program  for 
~        renewable  power  procurement  within  San  Francisco.  (Hale) 

P    •  Staff  Report  and  Resolution 
g  eg     •  CleanPowerSF  -  Staff  Presentation 
^  ^     •  Proposed  Not-to-Exceed  Rates  -  Finance  Presentation 

•  Rate  Fairness  Board  -  March  2013  Not-to-Exceed  Rates  Slides 

12.  Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 

13.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

CLOSED  SESSION 

The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

14.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1) 
^  (Ambrose) 
Existing  Claim: 

Proposed  Settlement  Agreement  -  Offer  to  participate  in  Expedited  Payment 
Program  Relating  to  Violation  of  NPDES  Permit  Order  No.  R2-2008-0102,  San 
Francisco  Bay  Regional  Water  Quality  Control  Board 

15.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1) 

(Ambrose) 

CD 
CO 


CD 
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Existing  Claim: 

Proposed  Settlement  Agreement  -  Relating  to  violations  of  NPDES  Permit  Orders 
No.  R2-2009-0033  and  No.  R2-2008-0102,  San  Francisco  Bay  Regional  Water 
Quality  Control  Board,  Proposed  Civil  Liability  Order  R-2-2013-XXX 

16.  Conference  with  Real  Property  Negotiator  pursuant  to  Government  Code  Section 

54956.8  and  Administrative  Code  Section  67.8(a)(2) 

Property: 

Property  owned  by  Kenneth  and  Janice  Mackin,  located  at  7484  Sheridan 
Avenue,  Sunol,  California  (APN  096-0001-020-03)  (Bajawa) 

Persons  Negotiating: 

SFPUC:  Brian  Morelli  and  Dan  Wade 

Other  Party:  Kenneth  and  Janice  Mackin 

Under  Negotiation:  Price  and  Terms  of  Payment 

17.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1). 

(Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529309 

City  Attorney  File  No.  0000657/Date  Filed  March  6,  2013:  Served  June  6,  2013 

18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1). 

(Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.  CGC-1 3-529310 
City  Attorney  File  No.  0000657/Date  Filed  June  6,  2013 

19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1). 

(Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A127554/Date  Filed:  January  29,  2010 


20.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 

Section  54957  and  San  Francisco  Administrative  Code  67.10(a).  (Barrett) 

Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 
and  Power  Systems. 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

21 .  Announcement  following  Closed  Session. 

22.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

23.  Other  new  business. 
ADJOURNMENT 


San  Francisco 

Water  ■'■ower  Sewer 

Services  of  the  San  Francisco  Public  Utilities  Commission 


NOTICE  OF  PUBLIC  HEARINGS 

NOTICE  OF  PUBLIC  HEARINGS  Tuesday,  July  9,  2013  -  10:00  AM  City 
Hall,  Room  400,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102,  at 
a  Special  Meeting  of  the  SAN  FRANCISCO  PUBLIC  UTILITIES 
COMMISSION,  and  if  necessary,  Tuesday,  July  9,  201 3  -  1 :30  PM  City  Hall, 
Room  400,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102,  at  a 
Regular  Meeting  of  the  SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION, 
and  if  necessary,  Tuesday,  July  23,  2013-  1 :30  PM  City  Hall,  Room  400,  1 
Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102,  at  a  Regular 
Meeting  of  the  SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION,  and  if 
necessary,  Tuesday,  August  13,  2013,  -  1:30  PM  City  Hall,  Room  400,  1  Dr. 
Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102,  at  a  Regular  Meeting  of 
the  SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION,  and  if  necessary, 
Tuesday,  August  27,  2013  -  1:30  PM  City  Hall,  Room  400,  1  Dr.  Carlton  B. 
Goodlett  Place,  San  Francisco,  CA  94102,  at  a  Regular  Meeting  of  the  SAN 
FRANCISCO  PUBLIC  UTILITIES  COMMISSION:  Public  Hearing,  discussion 
and  possible  action  to  adopt  schedules  of  electric  rates  and  charges  for 
customers  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  for 
phase  one  of  the  CleanPowerSF  Community  Choice  Aggregation  Program  for 
renewable  power  procurement  within  San  Francisco.  The  detailed  agenda  and 
related  files  will  be  available  at  least  72  hours  before  the  scheduled  meetings 
at  the  SFPUC  website  www.sfwater.orq.  or  by  calling  (41 5)  554-31 65. 


San  Francisco 
Water  Power  Sewer 

Services  of  the  San  Francisco  Public  UtilKm  Comnusson 


SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


CANCELLATION  NOTICE 


The  Regular  meeting  of  the  San  Francisco  Public  Utilities  Commission 

for 

Tuesday,  August  27,  2013 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


HAS  BEEN  CANCELLED 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  otfier  information  are  available  on  the  SFPUC  web  site:  www.sfwater.orq 
Gavel-to-Gavel  coverage  available  at: 
http://sanfrancisco.qranicus.comA/iewPublisher.php7view  id=22 


San  Francisco  public  Utilities  Commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 


MINUTES 
Tuesday,  August  13,  2013 


(Approved  September  10,  2013) 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


Commissioners 

Art  Torres,  President 
Vince  Courtney,  Vice  President 
Ann  Moller  Caen 
Francesca  Vietor 
Anson  Moran 


Harlan  L.  Kelly,  Jr. 

General  Manager 

Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUG  web  site;  vvww.stwater.orq 
Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.qranicus.com/VievvPublisher-Dhp7view  id=22 


ORDER  OF  BUSINESS: 


1.  Call  to  Order 

President  Torres  called  the  meeting  to  order  at  1:38  PM. 

2.  Roll  Call 

Present:  Torres,  Courtney,  Caen,  Vietor  and  Moran 

President  Torres  stated  that  due  to  the  number  of  individuals  present  to  provide 
public  comments,  speakers  would  be  limited  to  two  minutes  on  all  items. 

3.  Approval  of  Minutes  of  the  July  23.  201 3 

On  Motion  to  approve  the  Minutes  of  July  23,  2013 
AYES:  Torres,  Courtney,  Caen,  Vietor  and  Moran 

Public  Comments 
None. 

4.  General  Public  Comments 

•  Francisco  DaCosta  expressed  his  thoughts  on  the  allocation  of  infrastructure 
resources. 

•  Dr.  Espanola  Jackson  distributed  a  letter  of  detailing  the  history  of  Bayview 
Hunter's  Point  She  asked  when  a  meeting  will  take  place  about  events 
surrounding  the  Southeast  Plant. 

•  Karen  Muggins,  Holly  Courts  Residential  Council,  expressed  her  ideas  on 
alternate  power  sources  for  Holly  Courts. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Desalination  Project  Comparison 

d)  Large  Development  Projects  in  the  Water  Service  Area 

e)  SFPUC/SFDPH  Chloramine  Activities 

f)  Street  Light  Program  Update 

g)  Water  Enterprise  Capital  Improvement  Program  Quarterly  Report  -  Regional 

h)  Water  Enterprise  Capital  Improvement  Program  Quarterly  Report  -  Local 

i)  Water  System  Improvement  Program  Quarterly  Report  -  Regional 
j)  Water  System  improvement  Program  Quarterly  Report  -  Local 

k)  Water  System  Improvement  Program  Status  of  Construction  Change  Orders 
Q4/FY201 2-201 3  (April  1 ,  201 3  -  June  30,  201 3) 

Commissioner  Moran  expressed  thoughts  on  Item  5e  and  thanked  staff  for 
monitoring  chloramine  on  a  daily  basis.  He  stated  that  since  implementation  issues 
have  been  resolved,  and  the  state  of  the  art  is  not  changing,  that  the  regular 


SFPUC  Minutes 
August  13,  2013 


Page  2 


reporting  be  stopped.  He  requested  that  staff  report  to  the  Commission  on  an  as- 
needed  basis. 

Commissioner  Caen  asked  about  item  5c,  and  how  energy  uses  between  the 
different  desalination  projects  compare.  f\Ar.  Steve  Ritchie,  Assistant  General 
Manager  (AGM),  Water,  provided  response. 

Commissioner  Vietor  asked  that  in  addition  to  desalination,  she  would  like  to  see  an 
energy  comparison  with  other  proposed  projects.  Mr  Ritchie  stated  that  as  projects 
are  brought  forward  there  will  be  a  basis  for  comparison. 

Commission  Secretary  Hood  provided  an  update  to  the  Letter  Summary  and 
provided  names  of  additional  correspondence  received  related  to  CleanPowerSF. 

Commissioner  Vietor  asked  for  clarification  of  the  nature  and  interpretation  of  the 
letter  received  from  Shell,  which  General  Manger  Kelly,  Jr,  and  Ms.  Barbara  Hale, 
AGM  Power,  provided. 

Public  Comments 

•  Francisco  DaCosta  expressed  concerns  over  chloramine  and  chemicals  in  water 
and  wants  findings  posted  on  the  internet. 

6.  Other  Commission  Business 
None. 

7.  Report  of  the  General  l\/lanaqer 
None. 

CONSENT  CALENDAR 

a)  Accept  work  performed  bv  Shaw  Pipeline,  Inc.  for  Contract  No.  WW-480.  Various 
Locations  Sewer  Replacement  Contract  No.  3  and  Pavement  Renovation:  and 
approve  Modification  No.  4  (Final),  increasing  the  contract  bv  $41,170,  to 
account  for  actual  costs  of  labor  and  materials  required  to  complete  the  work 
under  bid  item  allowances,  for  a  total  contract  amount  of  $2,475.800  (of  which 

$1 .770,622  is  funded  bv  the  WWE  R&R  Program,  $641 ,725  is  funded  bv  the 
DPW  Paving  Program  and  $63,453  is  funded  bv  the  SFMTA):  and  with  a  time 
extension  of  five  consecutive  calendar  davs.  for  a  total  contract  duration  of  318 
consecutive  calendar  davs:  and  authorize  final  payment  to  the  contractor. 
(Resolution  13-0124) 

b)  Accept  work  pert'ormed  bv  ProVen  Management.  Inc..  for  Contract  No.  WW-482. 
Various  Locations  Sewer  Cleaning  Contract  No.  1 .  for  a  total  contract  amount  of 
$2.820,000,  and  with  a  total  contract  duration  of  460  consecutive  calendar  davs: 
and  authorize  final  pavment  to  the  contractor.  (Resolution  13-0125) 
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c)  Accept  work  performed  by  Precision  Engineering  for  Contract  No.  WW-504. 
Sunset  District  Sewer  Replacement  and  Pavement  Renovation,  with  an  express 
reservation  of  riglits  related  to  work  performed  on  15th  Avenue  from  Wawona 
Street  to  West  Portal  Avenue:  and  approve  Modification  No.  1  (Final)  to  account 
for  actual  costs  of  labor  and  materials  reguired  to  complete  the  work  under  bid 
item  allowances,  increasing  the  contract  by  $138.918,  for  a  total  contract  amount 
of  $2,747.003  (of  which  $1 .998,452  is  funded  by  the  WWE  R&R  Program,  and 
$748,551  is  funded  by  the  DPW  Paving  Program),  and  with  a  time  extension  of 
55  consecutive  calendar  days  for  a  total  contract  duration  of  305  consecutive 
calendar  days:  and  authorize  final  payment  to  the  contractor.  (Resolution  13- 
0126) 

d)  Approve  the  proposed  Memorandum  of  Agreement  (Agreement)  between  the 
San  Francisco  Public  Utilities  Commission  (SFPUC)  and  the  San  Francisco 
Housing  Authority  (SFHA)  that  provides  the  terms  by  which  SFHA  agrees  to  pay 
the  SFPUC  for  unpaid  electric  utility  service  bills,  estimated  to  be  $1.8M  through 
August  31 .  201 3.  and  authorize  the  General  Manager  execute  the  Agreement, 
and  to  amend  the  Agreement  to  include  additional  unpaid  electric  service 
charges  through  the  end  of  the  SFHA  Fiscal  Year  on  September  30.  2013,  if 
necessary.  (Resolution  13-0127) 

Commissioner  Caen  questioned  the  ability  of  the  Housing  Authority  to  repay  the 
SFPUC.  Mr  Todd  Rydstrom,  AGM,  Business  Services  and  CFO,  provided 
information  and  noted  that  the  Agreement  would  provide  the  SFHA  with  a  four 
year  repayment  plan. 

Public  Comments 

•  Karen  Huggins,  Holly  Courts  Residential  Council  and  San  Francisco  Housing 
Authority  Tenants  Union,  supported  the  resolution  and  expressed  concern  over 
the  management  of  the  Housing  Authority.  She  encouraged  the  installation  of 
solar  panels  on  Housing  Authority  properties. 

•  Dr.  Espanola  Jackson  provided  a  history  of  the  Housing  Authority  and  noted 
changes  that  occurred  in  the  1970's.  She  expressed  concerns  with  the  potential 
for  sinkholes  in  the  City. 

On  Motion  to  Approve  Items  8a  through  8d 
AYES:  Torres,  Courtney,  Caen,  Vietor and Moran 

9.    Approve  an  increase  in  the  construction  contract  cost  contingency  for  Contract  No. 
WD-2581.  New  Irvington  Tunnel  (NIT),  in  the  amount  $8.005.495.  and  an  increase 
in  the  contract  duration  of  up  to  53  consecutive  calendar  days:  and  authorize  the 
General  Manager  to  approve  future  modifications  to  the  contract  for  a  total  revised 
contract  amount  up  to  $257.328,965  and  for  a  total  revised  contract  duration  up  to 
1,843  consecutive  calendar  days.  The  reguested  increase  in  the  contract  cost 
contingency  and  contract  duration  is  accounted  for  in  the  NIT  revised  budget  and 
scheduje_approved  by  this  Commission  on  April  23.  2013.  and  is  due  to  having  to 
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perform  work  under  "fully  gassy"  tunneling  conditions,  the  need  for  probing  and 
grouting  to  control  groundwater  seepage,  and  differing  site  conditions  such  as 
harder  rock  encountered  during  excavation.  (Resolution  13-0128) 

Mr.  Jeet  Bajwa,  SFPUC  Project  Management  Bureau,  provided  a  brief  introduction 
of  the  item,  noting  approval  allows  for  the  transfer  of  previously  Commission- 
approved  funds  into  concession  contingencies  and  authorizes  use  of  those  funds. 

Public  Comments 
None. 

On  Motion  to  Approve  Item  9 

AYES:  Torres,  Courtney,  Caen,  Vietor and Moran 

10.  Approve  an  increase  in  the  construction  contract  cost  contingency  for  Contract  No. 
WD-2551.  Calaveras  Dam  Replacement  Project  (CDRP).  in  the  amount  of 
$46,914.61 1 :  and  Authorize  the  General  Manager  to  approve  future  modifications  to 
the  contract  for  a  total  revised  contract  amount  up  to  $449.443.646.  The  reguested 
increase  in  the  contract  contingency  is  accounted  for  in  the  CDRP  revised  budget 
approved  by  the  Commission  on  January  22  and  April  23.  2013.  The  increase  is 
due  to  the  balance  of  funding  reguired  for  the  changes  to  the  left  abutment  differing 
site  condition  in  Observation  Hill,  as  well  as  future  pending  and  potential  changes, 
trends  and  remaining  risks  associated  with  the  Project.  (Resolution  13-0129) 

Mr  Bajwa,  introduced  the  item,  noting  approval  allows  for  the  transfer  of  previously 
Commission-approved  funds  into  concession  contingencies. 

Public  Comments 
None. 

On  Motion  to  Approve  Item  10 

AYES:  Torres,  Courtney,  Caen,  Vietor  and  Moran 

1 1 .  Public  Hearing:  Discussion  and  possible  action  regarding  schedules  of  rates  and 
charges  of  the  San  Francisco  Public  Utilities  Commission  Power  Enterprise  for 
Phase  One  of  the  CleanPowerSF  Community  Choice  Aggregation  Program  for 
renewable  power  procurement  within  San  Francisco. 

General  Manager  Kelly,  Jr,  reviewed  what  the  Commission  requested  of  staff  at  the 
July  9,  2013  meeting,  including  reducing  the  not-to-exceed  rate  to  11.5  cents,  and 
to  conduct  meetings  with  labor  He  requested  that  Ms.  Hale  provide  additional  detail 
on  the  meetings  with  labor 

Ms.  Hale  stated  that  meetings  had  occurred  with  representatives  from  various  labor 
unions.  She  indicated  during  those  meetings  the  practicality  of  implementing  the 
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Labor  Council's  three  principles  were  discussed.  She  stated  those  principles  and 
indicated  what  the  SFPUC  was  able  to  with  regard  to  each  principle. 

Mr  Kelly,  Jr,  thanked  staff  for  their  work  on  the  CleanPowerSF  Program. 

President  Torres  asked  Deputy  City  Attorney  Ambrose  if  the  Board  ordinance 
compels  the  Commission  to  set  rates  and  sign  a  contract  with  Shell,  or  merely 
authorize  the  Commission  to  do  so  if  certain  goals  and  standards  are  met. 

Ms.  Ambrose  stated  that  the  Board  resolution  of  2012  authorized  the  Qeneral 
Manager  to  execute  the  contract  with  Shell,  subject  to  certain  conditions,  one  of 
which  was  adopting  rates  and  fonfl/arding  those  to  the  Board  for  their  subsequent 
action.  She  stated  the  resolution  doesn't  compel  the  signing  of  the  contract,  but 
authorizes  the  setting  of  rates. 

President  Torres  asked  what  the  impact  would  be  if  the  Commission  did  not  adopt 
the  not-to-exceed  rates.  Ms.  Ambrose  stated  the  General  Manager  would  not  be 
able  to  meet  the  effectiveness  of  the  Shell  Contract,  nor  be  able  to  implement  the 
contract.  President  Torres  asked  for  confirmation  that  that  the  Board  action  was  an 
authorization  to  act,  not  a  compulsion  to  act,  which  Ms.  Ambrose  confirmed  it  was 
authorization  to  act. 

Commissioner  Vietor  provided  a  statement  which  noted  the  historic  significance  and 
impact  of  the  CleanPowerSF  Program,  shows  the  City's  dedication  to  reducing 
Greehouse  Gas  Emissions,  and  shows  the  City's  efforts  to  become  a  leader  in 
combating  climate  change.  She  stated  that  although  the  vote  is  only  on  the  not-to- 
exceed  rates,  that  it  will  help  create  a  new  generation  of  green  collar  workers  and 
build  a  local  clean  power  system.  She  offered  her  thanks  to  the  Commission  for 
their  leadership  and  expertise,  and  thanked  the  staff  for  their  work  on  the  Program, 
which  offers  a  "sweet  spot"  rate  that  will  meet  policy  objectives  and  move  the 
Program  fonfl/ard.  She  stated  that  action  needed  to  be  taken  on  the  not-to-exceed 
rate,  noting  that  Program  details  can  be  finalized  once  the  rate  is  set.  She  urged 
action  without  delay. 

Commissioner  Vietor  moved  to  approve  tiie  not-to-exceed  rate,  at  11.5  cents, 
without  furtiier  delay.  Seconded  by  Commissioner  Moran. 

In  response  to  a  question  from  President  Torres,  Mr  Rydstrom  noted  that  the 
supporting  documents  in  the  packet  were  for  information  only,  as  they  had  been 
previously  presented  on  July  9^". 

Public  Comments 

•  Jeremy  Pollock,  aide  to  Supervisor  John  Avalos,  read  a  statement  on  behalf  of 
the  Supen/isor,  urging  the  Commission  to  approval  the  not-to-exceed  rate.  He 
noted  possible  Board  action  if  there  is  failure  to  approve  the  rate. 
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•  Josh  Arce,  President,  Environment  Commission,  stated  his  Commission  had  a 
long  discussion  on  the  proposal  at  their  last  meeting  and  indicated  that  they  were 
unable  to  come  to  a  consensus  position.  He  stated  they  had  questions  about  the 
local  build-out,  nature  of  the  renewable  energy  credits,  and  with  local  hiring.  He 
stated  there  were  concerns  with  the  lack  of  concrete  plans.  He  suggested  a  solar 
bond  sale  for  local  build-out,  in  order  to  move  forward.  He  noted  his 
Commission's  concerns  on  how  to  fix  everything  once  rates  are  set,  and 
reiterated  that  they  do  not  have  a  position. 

Commissioner  Vietor  stated  that  everyone  is  eager  for  the  draft  plan  for  the 
Program,  and  repeated  that  the  vote  before  the  Commission  is  on  the  not-to-exceed 
rates.  She  stated  that  once  rates  are  set  plans  can  be  developed.  She  noted  that 
launch  of  the  Program  can  occur  242  days  once  rates  are  approved,  and  that  plan 
details  will  be  worked  out  during  that  time. 

At  the  request  of  Commissioner  Vietor,  Ms.  Kim  Malcolm,  SFPUC,  provided  a  brief 
overview  of  the  CleanPowerSF  presentation  she  gave  to  the  Environment 
Commission. 

•  Angelo  King,  Environment  Commission,  stated  he  cast  a  vote  against  sending  a 
statement  to  the  SFPUC  in  lieu  of  coming  to  the  meeting.  He  stated  that  the 
green  initiative  must  make  dollars  and  make  sense.  He  stated  the  metrics  of  the 

.  Program  needs  to  show  the  economic  impact  and  show  jobs  for  those  who  are 
not  connected  to  green  programs,  and  that  everyone  needs  to  come  together.  He 
repeated  that  the  economic  potential  needs  to  be  shown,  with  jobs  first.  He 
stated  that  the  current  Program  is  a  downgrade  from  the  original  stated  goals  of 
jobs  and  in-city  generation,  which  can't  be  done  because  it  is  overpriced.  He 
stated  that  Project  Labor  Agreements  and  unbundled  REC's  need  to  be 
considered  before  rates  are  set.  He  indicated  he  spoke  for  the  majority  of  his 
Commission  in  saying  that  it  needs  to  go  back  to  the  drawing  board.  He  noted 
that  the  Environment  Commission  is  willing  to  work  with  the  SFPUC  to  ensure 
the  program  works  for  all. 

•  Ken  Cleveland,  Building  Owners  and  Managers  Association  and  Treasurer  of  the 
Alliance  for  Jobs  and  Sustainable  Growth,  noted  correspondence  had  been  sent 
to  the  Commission  on  this  item.  He  stated  agreement  with  Mr  King  that  the 
current  proposal  is  a  downgrade  and  that  that  the  jobs  component  needs  to  be 
reviewed  prior  to  passage. 

Commissioner  Vietor  clarified  that  there  was  no  resolution  for  consideration  before 
the  Environment  Commission.  Mr  Cleveland  indicated  his  reference  was  in 
agreement  to  the  verbal  comments  of  Mr  King.  Commissioner  Vietor  stated  that  the 
Environment  Commission  did  not  take  action,  nor  take  a  position. 
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•  Jamie  Tuckey,  Marin  Energy  Authority,  encouraged  passage  of  ttie  not-to-exceed 
rates.  She  provided  information  on  the  Marin/Richmond  Program  and  thoughts 
on  the  Shell  Shock  campaign. 

•  Shawn  Marshall,  LEAN  Energy  U.S.,  stated  that  additional  requests  of  staff  by 
the  Commission  is  delaying  the  Program  and  making  it  more  expensive  for  rate- 
payers. She  stated  politics  with  the  Mayor's  office  is  at  play,  to  which  President 
Torres  strongly  objected.  She  requested  that  the  Commission  look  at  the  long 
view. 

•  Hunter  Stern,  IBEWLocal  1245  and  Stop  the  Shell  Shock  Campaign,  discussed 
IBEWjobs,  local  build-out  opportunities,  and  the  Labor  Council  resolution. 

•  Rob  Black,  Golden  Gate  Restaurant  Association,  provided  background  on  and 
requirements  of  the  original  Board  legislation.  He  stated  that  what  was  before  the 
Commission  for  consideration  is  a  different  program  and  that  it  doesn't  respond 
to  the  early  requirements  of  local  generation. 

At  the  request  of  Commissioner  Vietor,  Mr  Jason  Fried,  LAFCo  staff,  stated  the 
original  ordinance  provided  goals,  and  that  after  studies  occurred,  changes  to  the 
program  were  allowed. 

In  response  to  a  question  from  Commissioner  Vietor  on  how  many  responses  were 
received  for  the  original  RFP,  Ms.  Barbara  Hale  stated  that  the  first  round  had  one 
responsive  bidder  who  was  found  to  be  unable  to  perform  under  the  financial 
requirements. 

•  Paul  Kangas,  Solar  One,  expressed  concerns  over  environmental  impacts  and 
stated  Feed  in  Tariffs  laws  should  be  considered  over  CCA. 

•  John  Rizzo,  Sierra  Club,  stated  they  have  been  critical  in  the  past,  but  feels  that 
the  proposed  not-to-exceed  rates  are  fair,  the  pricing  structure  is  reasonable  and 
competitive  with  PG&E,  and  the  energy  is  clean.  He  felt  the  Environment 
Commission  speakers  misrepresented.  He  stated  that  it  is  public  record  that 
President  Arce's  motion  failed  and  that  he  was  speaking  for  the  minority  of  the 
Commission.  He  noted  the  final  plan  details  cannot  be  made  until  rates  are  set. 
He  encouraged  passage  to  enable  the  city  to  meet  its  Greenhouse  Gas  goals. 

•  Elizabeth  Klebaner,  Counsel  for  IBEWLocal  1245,  distributed  a  letter  to  the 
Commission.  She  addressed  the  City's  environmental  compliance  obligations, 
and  stated  that  the  project  is  subject  to  CEQA  and  recommends  that  no  passage 
occur  until  an  EIR  is  prepared. 

•  David  McCord,  Sierra  Club,  expressed  support  for  passage  of  the  not-to-exceed 
rates. 

•  Jerry  Takeuchi,  IBEWLocal  1245,  stated  he  works  as  an  electrician  for  PG&E 
and  that  Shell  cannot  provide  clean  power  and  will  not  work  for  the  greater  good 
of  the  community. 

•  Aleta  Dupree  expressed  support  for  the  program  and  encouraged  approval  of  the 
not-to-exceed  rates. 
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•  Ed  Abriam,  IBEWLocal  1245,  stated  that  environmental  review  needs  to  take 
place  prior  to  approval. 

•  Jed  Holtzman  concurred  with  Commissioner  Vietor  that  the  build-out  cannot  be 
achieved  without  the  not-to-exceed  rates  being  set.  He  expressed  his  thoughts 
on  staff  efforts  to  get  the  rates  reduced  and  noted  that  IBEWis  still  referring  to 
the  higher  rates  in  the  Shell  Shock  campaign.  He  encouraged  passage. 

•  Michelle  Myers,  Sierra  Club,  encouraged  passage  of  the  not-to-exceed  rates, 
expressed  support  for  renewable  energy  and  wants  a  local-build  out.  She 
encouraged  passage. 

•  Jennifer  Dierkens  thanked  the  Commission  and  staff  for  their  work  and 
encouraged  passage  of  the  not-to-exceed  rates 

•  Dawn  Weisz,  Executive  Officer,  Marin  Energy  Authority,  detailed  the  history  and 
struggles  of  the  Marin  program  and  stated  that  their  program  is  working  well  and 
serves  over  120,000  customers.  She  encouraged  passage  of  the  not-to-exceed 
rates.  She  provided  a  handout  of  their  cost  comparison. 

•  Sue  Vaughan,  Sierra  Club,  expressed  support  for  the  not-to-exceed  rates  and 
urged  passage. 

•  Gwen  Mackellen,  expressed  support  for  the  not-to-exceed  rates  and  the  local 
build  out.  She  expressed  thoughts  on  the  Shell  Shock  Campaign  and 
encouraged  passage. 

•  Carol  DiBenedetto  expressed  support  for  clean  energy  and  CleanPowerSF.  She 
asked  if  the  letter  received  by  the  Commission  and  signed  by  Vince  Courtney, 
Sr,  posed  a  conflict  of  interest  for  Commissioner  Courtney.  Deputy  City  Attorney 
Ambrose  stated  there  was  not  conflict  of  interest. 

•  Jay  Carmona,  350.org,  expressed  concerns  over  climate  change  and  support  for 
the  program. 

•  Jim  Lazarus,  San  Francisco  Chamber  of  Commerce,  stated  that  the  Chamber 
feels  the  plan  is  flawed  and  that  it  does  not  meet  the  State's  Community  Choice 
Aggregation  goals.  He  stated  that  they  do  not  support  an  opt-out  program  and 
that  the  proposed  rates  are  not  fair  to  consumers.  He  did  not  encourage 
passage. 

•  Michael  Theriault,  San  Francisco  Building  Trades  Council,  stated  that  the  Council 
does  not  have  a  formal  position  on  the  setting  of  rates  and  that  they  have 
presented  three  principles  via  the  previously  submitted  resolution.  He  provided 
comments  and  rebuttal  to  Ms.  Hale's  earlier  comments  regarding  project  labor 
agreements.  He  looks  forward  to  continuing  to  work  with  staff. 

•  Cameron  Bingley  stated  that  due  to  climate  change  the  transition  to  1 00  percent 
renewable  energy  needs  to  occur  He  expressed  support  for  the  not-to-exceed 
rates. 

•  David  Zebker  expresses  support  for  renewable  energy  and  requested  approval  of 
the  not-to-exceed  rates. 

•  Dr  Espanola  Jackson  distributed  her  electric  bill  and  expressed  support  for  solar 
for  all  of  San  Francisco. 
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•  Eric  Brooks,  Green  Party  of  San  Francisco  and  grassroots  organization  Our  City, 
expressed  support  for  tfie  local  build-out.  He  commended  Kim  Malcolm  for  her 
work  and  encouraged  passage  of  the  not-to-exceed  rates. 

•  Ben  Pittenger  provided  comments  on  the  Shell  contract  and  his  understanding 
that  it  was  a  transitional  contract.  He  encouraged  support  of  the  not-to-exceed 
rate. 

•  Francisco  DaCosta  stated  that  little  has  been  done  in  the  Southeast  sector  as 
well  as  his  thoughts  on  clean  energy. 

•  David  DeLaTorre,  Laborers  Local  261,  stated  that  jobs  need  to  be  created  for 
Local  261  members  and  the  local  community  workforce.  He  stated  in  March  they 
asked  three  critical  questions:  will  the  program  create  jobs  for  members  and  the 
local  workforce;  how  many  jobs  will  be  created;  and  where  and  when  will  the  jobs 
be  created  happen.  He  noted  they  have  not  received  concrete  answers  to  the 
questions,  and  that  Local  261  cannot  support  the  current  program.  He  noted  they 
will  support  the  immediate  issuance  of  solar  bonds  and  local  build-out  of 
renewables  that  create  jobs. 

•  Chris  Wright,  Executive  Director,  Committee  on  Jobs,  expressed  concerns  with 
the  current  program  and  the  automatic  opt-in.  He  is  not  confident  with  the  jobs 
forecast  provided.  He  did  not  support  passage. 

•  Jess  Dervin-Ackerman,  Sierra  Club,  stated  the  vote  is  for  the  not-to-exceed  rates 
and  nothing  else.  She  handed  out  a  list  of  1, 700  individuals  who  have  signed 
their  petition  in  support  over  the  last  two  years. 

•  Jason  Fried,  LAFCo  staff,  recapped  the  Board's  direction  to  the  SFPUC  and 
stated  that  the  PUC  should  be  a  policy  body,  not  a  political  body,  and  make  good 
policy  decisions.  He  noted  that  concerns  can  be  addressed  once  the  rates  have 
been  approved  and  encouraged  passage. 

Commissioner  Caen  stated  that  the  resolution  up  for  vote  includes  several  issues 
for  consideration,  not  just  approval  of  the  not-to-exceed  rate. 

President  Torres  thanked  everyone  for  taking  the  time  to  attend  and  for  their  input 
and  comments. 

Vice  President  Courtney  echoed  the  sentiments  of  President  Torres  and  expressed 
respect  for  all  parties  and  stakeholders.  He  stated  that  he  is  a  member  of  the  San 
Francisco  Labor  Council,  the  San  Francisco  Building  and  Construction  Trades 
Council,  and  is  a  delegate  for  the  Alliance  for  Jobs  and  Sustainable  Growth.  He 
recapped  the  stated  position  of  each  organization,  noting  that  the  Building  and 
Construction  Trades  Council  would  be  willing  to  work  with  Shell  Energy  as  a 
provider  with  a  project  labor  agreement;  the  Labor  Council  has  not  expressed 
opposition  to  Shell  and  have  presented  specific  principles  they  would  like  to  see 
followed;  and  that  the  Alliance  for  Jobs  and  Sustainable  Growth  has  expressed 
environmental  concerns  and  concerns  over  deliverables.  Vice  President  Courtney 
stated  the  Shell  Shock  campaign  was  initiated  by  IBEW 1245,  and  that  only  one 
other  union  has  expressed  opposition  to  working  with  Shell.  He  stated  he  attended 
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the  Environment  Commission's  meeting  and  that  a  different  conversation  would  be 
taking  place  if  that  Commission  had  taken  a  position  on  rate  setting.  He  discussed 
the  needs  of  the  community,  specifically  the  Southeast  sector,  concerns  regarding 
jobs,  and  concerns  over  environmental  goals.  He  stated  in  order  to  address  those 
needs  and  concerns  a  plan  needs  to  be  in  place.  He  indicated  he  was  not  ready  to 
support  the  proposed  not-to-exceed  rates. 

Commissioner  Moran  stated  that  CCA  is  city  policy  that  the  SFPUC  has  been 
designated  to  implement.  He  noted  in  the  beginning  he  was  agnostic  to  CCA  and 
that  he  set  two  criteria  for  his  support  of  realistic  program:  use  assumptions  that  are 
realistic,  and  that  financial  risks  are  identified,  disclosed,  and  be  mitigated  or 
funded.  He  stated  that  over  the  past  few  years  that  his  criteria  had  been  met.  He 
believes  that  what  is  before  the  Commission  is  good  enough  and  that  it  offers 
significant  benefits,  including  local  build-out  and  finding  customers  for  excess  Hetch 
Hetchy  generation.  He  feels  that  the  details  on  those  can  be  worked  out  once  the 
rates  are  approved.  He  expressed  his  support  for  the  proposed  not-to-exceed  rates. 

Commissioner  Caen  thanked  everyone  for  their  work  and  input.  She  expressed 
concern  over  the  financial  aspect  of  the  program,  and  with  the  opt-out  requirement, 
as  she  has  expressed  over  the  past  nine  years.  She  noted  the  survey  showed  that 
only  1 7  percent  of  the  people  would  definitely  stay  in  the  Program  and  that  28 
percent  probably  would.  She  noted  CleanPowerSF  states  that  45  percent  would 
stay  in  their  program  and  questioned  that  figure.  She  stated  that  the  mission  of  the 
SFPUC  is  water  first  and  doesn't  feel  it  is  wise  to  go  into  a  new  line  of  business 
when  others  will  be  offering  green  options,  such  as  the  new  PG&E  program,  and 
state  legislation  (SB  43)  that  is  being  crafted.  She  stated  CCA  has  become  a 
distraction  from  the  core  work  of  the  Power  Enterprise  and  there  are  other  ways  to 
achieve  our  goals  around  greenhouse  gas  reduction.  She  suggested  that  the 
allocation  of  the  $19.5  M  be  used  for  local  renewable  build-out  such  as  a  PPA, 
similar  to  Sunset  Solar,  but  only  10  years  with  10  MW  program.  She  stated  that  she 
cannot  support  the  item  until  it  is  reworked  financially. 

President  Torres  thanked  SFPUC  and  LAFCo  staffs,  along  with  the  advocates  for 
their  work,  input  and  participation.  He  stated  that  the  Program  has  to  be  one  of 
clean  energy  goals.  He  indicated  that  he  has  studied  the  Program's  pros  and  cons 
and  that  he  stands  by  his  environmental  record.  He  expressed  his  concerns  that  the 
labor  issues  haven't  been  fully  addressed,  that  the  Program  for  consideration  is 
fundamentally  different  than  from  what  was  proposed,  and  that  although  the  rates 
have  gone  down,  the  greenest  program  isn't  being  offered.  He  stated  he  wants  the 
ratepayer  to  be  protected  and  the  current  program  doesn't  do  that.  He  referenced 
SB43,  as  noted  by  Commissioner  Caen,  and  that  there  are  alternatives  available. 
He  stated  that  the  vote  isn't  just  about  rates,  but  rather  the  whole  program.  He 
indicated  that  he  cannot  support  the  item. 

At  the  request  of  President  Torres,  Commissioner  Vietor  re-state  her  motion: 
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Commissioner  Vietor  restated  her  motion  to  approve  the  not-to-exceed  rate, 
at  11.5  cents,  without  further  delay.  Re-seconded  by  Commissioner  Moran. 

On  Motion  to  Approve  Item  11 

AYES:  Vietor  and  Moran 

NOS:  Torres,  Courtney  and  Caen 

12.  Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 
None. 

13.  Motion  on  whether  to  assert  the  attomev-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

On  Motion  to  ASSERT 

Torres,  Courtney,  Caen,  Vietor  and  Moran 

CLOSED  SESSION 

Commissioner  Vietor  departed  the  meeting  at  4:00  PM. 

14.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1). 
(Resolution  13-0130) 
Existing  Claim: 

Proposed  Settlement  Agreement  -  Offer  to  participate  in  Expedited  Payment 
Program  Relating  to  Violation  of  NPDES  Permit  Order  No.  R2-2008-0102,  San 
Francisco  Bay  Regional  Water  Quality  Control  Board 

15.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1). 
(Resolution  13-0131) 
Existing  Claim: 

Proposed  Settlement  Agreement  -  Relating  to  violations  of  NPDES  Permit  Orders 
No.  R2-2009-0033  and  No.  R2-2008-0102,  San  Francisco  Bay  Regional  Water 
Quality  Control  Board,  Proposed  Civil  Liability  Order  R-2-2013-XXX 

16.  Conference  with  Real  Property  Negotiator  pursuant  to  Government  Code 

Section  54956.8  and  Administrative  Code  Section  67.8(aU2) 

Property: 

Property  owned  by  Kenneth  and  Janice  Mackin,  located  at  7484  Sheridan 
Avenue,  Sunol,  California  (APN  096-0001-020-03) 

Persons  Negotiating: 

SFPUC:  Brian  Morelli  and  Dan  Wade 

Other  Party:  Kenneth  and  Janice  Mackin 
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Under  Negotiation:  Price  and  Terms  of  Payment 

17.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1). 
Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529309 

City  Attorney  File  No.  0000657/Date  Filed  March  6,  2013:  Served  June  6,  2013 

18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1). 
Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.  CGC-1 3-529310 
City  Attorney  File  No.  0000657/Date  Filed  June  6,  2013 

19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1). 
Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A127554/Date  Filed:  January  29,  2010 

20.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 

Section  54957  and  San  Francisco  Administrative  Code  67.10(a). 

Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 
and  Power  Systems. 

21.  Announcement  following  Closed  Session 

Deputy  City  Attorney  Ambrose  stated  that  settlements  were  reached  on  items  14 
and  15. 

22.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 
On  Motion  NOT  TO  DISCLOSE 

Torres,  Courtney,  Caen,  and  Moran 

23.  Other  new  business 

None. 

President  Torres  adjourned  the  meeting  at  4:18  PM. 
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PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  13-0124 


WHEREAS,  Construction  has  been  completed  for  Wastewater  Enterprise  (WWE), 
Renewal  and  Replacement  (R&R)  Program-funded,  Department  of  Public  Works  (DPW) 
Pavement  Renovation  Program-funded  and  San  Francisco  Municipal  Transportation  Agency 
(SFMTA)  funded  Contract  No.  WW-480,  Various  Locations  Sewer  Replacement  Contract  No.  3 
and  Pavement  Renovation,  by  the  contractor,  Shaw  Pipeline,  Inc.;  and 

WHEREAS,  On  September  13,  2011,  by  Resolution  No.  11-0146,  this  Commission 
awarded  Contract  No.  WW-480,  Various  Locations  Sewer  Replacement  Contract  No.  3  and 
Pavement  Renovation,  in  the  amount  of  $2,328,898,  to  the  lowest,  qualified  responsible  and 
responsive  bidder,  Shaw  Pipeline,  Inc.;  and 

WHEREAS,  The  constniction  contract  Notice-To-Proceed  date  was  October  24,  2011, 
with  an  original  schedule  of  250  consecutive  calendar  days  and  the  contract  work  was  completed 
in  318  consecutive  calendar  days  on  September  5,  2012;  and 

WHEREAS,  The  original  contract  amount  was  for  $2,328,898  and  the  original  contract 
duration  was  250  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  was  issued  for  $52,753  to  delete  the  construction  of  two 
curb  ramps  and  construct  three  new  raised  crosswalks,  increasing  the  contract  amount  to 
$2,381,651;  and 

WHEREAS,  Modification  No.  2  was  issued  for  $52,979  to  modify  the  contract  sewer 
replacement  work  on  Lexington  Street  due  to  unforeseen  actual  site  conditions  discovered  during 
the  replacement  work,  increasing  the  contract  amount  to  $2,434,630;  and 

WHEREAS,  Modification  No.  3  was  issued  for  a  time  extension  of  63  consecutive 
calendar  days  per  Resolution  No.  12-0138  dated  August  14,  2012,  to  allow  PG&E  to  relocate 
their  existing  facilities  on  Rhode  Island  Street  from  17th  Street  to  Mariposa  Street,  diat  was 
discovered  during  construction  to  be  in  conflict  with  the  alignment  of  the  existing  sewer  pipeline 
which  was  being  replaced  under  this  contract,  extending  the  contract  duration  to  313  consecutive 
calendar  days;  and 

WHEREAS,  Modification  No.  4  (Final)  is  being  requested  for  $41,170,  to  accoimt  for 
actual  costs  of  labor  and  materials  required  to  complete  the  work  under  bid  item  allowances, 
increasing  the  contract  amount  to  $2,475,800,  and  with  a  time  extension  of  5  consecutive 
calendar  days,  extending  the  contract  duration  to  318  consecutive  calendar  days;  and 

WHEREAS,  The  conu-actor  has  complied  with  the  Contract  Monitoring  Division 
subcontracting  goal  of  20%  Local  Business  Enterprise  set  for  this  contract  by  utilizing  33.03% 
LBE  participation;  and 

WHEREAS,  Funds  are  available  from  PUC  Project  No.  CWWRNRCS30,  Various 
Locations  Sewer  Replacement  No.  3,  DPW  Project  Nos.  CENTRNSRI738,  CPWTRNSR4738 


and  CPB08ASR4738,  Various  Locations  No.  3  Pavement  Renovation  and  SFMTA  Project  No 
CPKE71S2UW02;  and 

WHEREAS,  Under  the  delegation  agreement  betvv'een  the  San  Francisco  Planning 
Department  and  the  SFPUC  a  statutory  exemption  determination  under  CEQA  Guidelines 
Section  15282(k)  and  Public  Resources  Code  Section  21080.21  was  issued  by  the  SFPUC  on 
March  14,  2011  and  on  March  30,  2011  the  San  Francisco  Planning  Department  Environmental 
Review  Officer  granted  his  concurrence  with  the  determination;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  Shaw  Pipeline, 
Inc.,  for  WWE,  R&R  Program-funded,  DPW  Pavement  Renovation  Program-funded  and 
SFMTA  fiinded  Contract  No.  WW-480,  Various  Locations  Sewer  Replacement  Contract  No.  3 
and  Pavement  Renovation,  for  a  total  contract  amount  of  $2,475,799.88,  and  with  a  total  contract 
duration  of  318  consecutive  calendar  days;  and  authorizes  final  payment  to  the  contractor. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  August  13,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  13-0125 


WHEREAS,  Construction  has  been  completed  for  Wastewater  Enterprise  (WWE), 
Renewal  and  Replacement  (R&R)  Program-funded  Contract  No.  WW-482,  Various  Locations 
Sewer  Cleaning  Contract  No.  1,  by  the  contractor,  Pro  Yen  Management  Inc.;  and 

WHEREAS,  On  September  27,  2011,  by  Resolution  No.  11-0157,  this  Commission 
awarded  Contract  No.  WW-482,  Various  Locations  Sewer  Cleaning  Contract  No.  1,  in  the 
amount  of  $2,355,000,  to  die  lowest,  qualified  responsible  and  responsive  bidder,  ProVen 
Management  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  November  28,  2011, 
with  an  original  schedule  of  720  consecutive  calendar  days  and  the  contract  work  was  completed 
in  460  consecutive  calendar  days  on  March  1,  2013;  and 

WHEREAS,  The  original  contract  amount  was  for  $2,355,000  and  the  original  contract 
duration  was  720  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  was  issued  for  $235,000  to  perform  sewer  cleaning 
work  on  18tii  Street  from  Treat  Avenue  to  Folsom  Street  and  on  Treat  Avenue  from  17th  Street 
to  18di  Street,  increasing  the  contract  amount  to  $2,590,000;  and 

WHEREAS,  Modification  No.  2  was  approved  for  $230,000  per  Resolution  No.  13-0032 
dated  February  26,  2013,  to  complete  the  sewer  cleaning  work  on  Treat  Avenue  from  17th  Street 
to  18th  Street,  increasing  the  contract  amount  to  $2,820,000;  and 

WHEREAS,  Modification  No.  3  was  issued  to  reconcile  original  award  bid  item 
quantities  with  the  final  bid  item  quantities  required  to  complete  all  contract  work;  and 

WHEREAS,  The  Contract  Monitoring  Division  determined  that  the  contractor  has  made 
a  good  faith  effort  to  comply  with  the  6%  Local  Business  Enterprise  goal  set  for  this  contract  by 
utililizing  6:32%  LBE  participation;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CWWRNRCS37,  Various  Locations 
Sewer  Cleaning  Contract  No.  1;  and 

WHEREAS,  Under  die  delegation  agreement  between  the  San  Francisco  Planning 
Department  and  the  SFPUC  a  categorical  exemption  determination  was  issued  on  June  7,  2011 
under  CEQA  Guidelines  Section  15301(b)  and  on  June  16,  2011  the  Environmental  Review 
Officer  concurred  with  the  determination;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  ProVen 
Management,  Inc.  for  WWE,  R&R  Program-funded  Contract  No.  WW-482,  Various  Locations 
Sewer  Cleaning  Contract  No.  1,  for  a  total  contract  amount  of  $2,820,000,  and  with  a  total 
contract  duration  of  460  consecutive  calendar  days;  and  authorizes  final  payment  to  die 
contractor. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  August  13,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0126 


WHEREAS,  Construction  has  been  completed  for  Wastewater  Enterprise  (WWE), 
Renewal  and  Replacement  (R&R)  Program-funded  and  Department  of  Public  Works  (DPW) 
Pavement  Renovation  Program-fimded  Contract  No.  WW-504,  Sunset  District  Sewer 
Replacement  and  Pavement  Renovation,  with  an  express  reservation  of  rights  related  to  work 
performed  on  15th  Avenue  from  Wawona  Street  to  West  Portal  Avenue,;  and 

WHEREAS,  On  January  10,  2012,  by  Resolution  No.  12-0002,  this  Commission  awarded 
Contract  No.  WW-504,  Sunset  District  Sewer  Replacement  and  Pavement  Renovation,  in  the 
amount  of  $2,608,085,  to  the  lowest,  qualified  responsible  and  responsive  bidder.  Precision 
Engineering;  and 

WHEREAS,  The  constmction  contract  Notice-To-Proceed  date  was  set  for  February  27, 
2012,  with  an  original  schedule  of  250  consecutive  calendar  days  and  the  contract  work  was 
completed  in  305  consecutive  calendar  days  on  December  27, 2012;  and 

WHEREAS,  The  original  contract  amount  was  for  $2,608,085  and  the  original  contract 
duration  was  250  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  is  being  requested  for  $138,918  to  account  for  actual 
costs  of  labor  and  materials  required  to  complete  the  work  under  bid  item  allowances,  and  will 
increase  the  contract  amount  to  $2,747,003,  increasing  the  contract  duration  by  55  consecutive 
calendar  days;  and 

WHEREAS,  The  contractor  exceeded  the  established  Contract  Monitoring  Division 
(CMD)  subcontracting  goals  of  18%  Local  Business  Enterprise  (LBE)  participation,  by  utilizing 
a  project  total  LBE  participation  of  19.93%;  and 

WHEREAS,  Funds  are  available  from  Project  No.  PUC  Project  No  CWWRNRCS13, 
Sunset  District  Sewer  Replacement  and  DPW  Project  No.  CPWTRNSR6A38,  Sunset  District 
Pavement  Renovation;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  for  WWE,  R&R 
Program-funded  DPW  Pavement  Renovation  Program-funded  Contract  No.  WW-504,  Sunset 
District  Sewer  Replacement  and  Pavement  Renovation,  with  an  express  reservation  of  rights 
related  to  work  performed  on  15th  Avenue  from  Wawona  Street  to  West  Portal  Avenue; 

approves  Modification  No.  1  (Final),  increasing  the  contract  by  $138,918,  for  a  total  contract 
amount  of  $2,747,003,  and  with  a  time  extension  of  55  consecutive  calendar  days  for  a  total 
contract  duration  of  305  consecutive  calendar  days;  and  authorizes  final  payment  to  the 
contractor.  Precision  Engineering. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Pubiic  Utiiities 
Commission  at  its  meeting  of  August  13,  2013. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0127 


WHEREAS,  The  SFPUC  provides  water,  wastewater  and  electricity  services  to  the  San 
Francisco  Housing  Authority  ("Authority")  for  its  office  use  and  public  housing  residential  uses; 
and 

WHEREAS,  The  Audiority  is  largely  funded  by  federal  formula  from  the  U.S.  Housing  and 
Urban  Development  Agency.  Due  to  the  inability  of  the  U.S.  Congress  to  pass  a  balanced 
budget,  automatic  budget  cuts  were  implemented  for  most  non-defense  federal  government 
expenditures  on  March  1,  2013,  also  known  as  the  Sequester.  As  a  result,  the  Authority's  budget 
-  as  well  as  the  budgets  of  HUD-funded  public  housing  authorities  throughout  the  U.S.  -  was 
reduced  by  15  percent;  and 

WHEREAS,  According  to  an  audit  conducted  by  the  San  Francisco  Board  of  Supervisors' 
Budget  Analyst,  die  Authority  has  "faced  significant  financial  challenges  in  recent  years;"  and 

WHEREAS,  In  coordination  with  the  City  Administrator's  Office,  the  SFPUC  has  provided 
technical  assistance  to  the  Authority  in  reducing  its  utility  expenditures;  and 

WHEREAS,  While  the  Authority  has  remained  in  current  payment  status  on  its  water  and 
wastewater  charges,  it  has  not  paid  its  electricity  bills  as  of  March  2013;  and 

WHEREAS,  The  Authority  suspended  payments  on  its  SFPUC  electricity  service  bills  and 
has  indicated  that  they  will  have  litde,  if  any,  capacity  through  the  end  of  its  fiscal  year, 
September  30,  2013;  and 

WHEREAS,  The  SFPUC  seeks  to  avoid  the  option  of  terminating  electric  services  for  non- 
payment as  that  could  result  in  a  significant  threat  to  the  health  or  safety  of  the  residential 
occupants  or  the  public,  and 

WHEREAS,  The  outstanding  amount  of  the  Authority's  unpaid  obligation  to  the  SFPUC  as 
of  June  30,  2013  is  $1,190,581.  In  addition,  staff  projects  that  FYE  2014  unpaid  electric  service 
billing  for  July  and  August  consumption  will  reach  $0.6  million,  bringing  the  total  unpaid 
obligation  to  approximately  $1.8  million  (the  "Unpaid  Electric  Utility  Amount.");  and 

WHEREAS,  The  Authority  and  die  SFPUC  are  entering  into  this  Agreement  to  set  the  terms 
by  which  the  Authority  will  repay  the  Unpaid  Electric  Utility  Amount;  and 

WHEREAS,  The  structuring,  restructuring,  or  approval  of  payment  terms  as  contemplated 
in  die  proposed  agreement  is  statutorily  exempt  from  the  California  Environmental  Quality  Act 
(CEQA)  under  CEQA  Guidelines  Section  15273;  now  dierefore,  be  it 

RESOLVED,  That  the  Commission  hereby  approves  the  terms  of  die  Agreement  with  die 
Audiority  for  payment  of  its  outstanding  electric  service  obligation,  in  substantially  the  form  of 
Agreement  on  file  with  the  Commission  Secretary,  and  audiorizes  the  General  Manager  of  the 
SFPUC  to  execute  die  Agreement;  and,  be  it 


FURTHER  RESOLVED,  That  the  Commission  authorizes  the  General  Manager  of  the 
SFPUC  to  amend  the  Agreement  to  incorporate  additional  unpaid  electric  service  charges,  under 
the  same  terms  and  conditions  set  forth  herein  in  the  event  any  additional  electric  service  billings 
are  unpaid  through  September  30,  2013. 

I 

/  hereby  certify  that  the  foregoing  resoiution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  August  13,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  13-0128 


WHEREAS,  On  June  8,  2010,  per  Resolution  No.  10-0095,  this  Commission  approved 
the  award  of  Water  Enterprise,  Water  System  Improvement  Program  (WSIP)  -  funded 
Construction  Contract  No.  WD-2581,  New  Irvington  Tunnel  (NIT),  to  Southland/Tutor  Perini 
Joint  Venture;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  August  26,  2010; 

and 

WHEREAS,  The  original  contract  amount  was  for  $226,657,700  and  the  original  contract 
duration  was  1,390  consecutive  calendar  days;  and 

WHEREAS,  On  December  13,  2011,  per  Resolution  No.  11-0192,  this  Commission 
authorized  the  General  Manager  to  consider,  and  if  appropriate,  to  approve  modifications  with 
cumulative  time  extensions  greater  than  10  percent  of  the  original  contract  duration  but  not 
exceeding  261  additional  consecutive  calendar  days,  for  additional  anticipated  differing  site 
conditions  (harder  rock  than  disclosed  in  contract  documents  and  continued  operations  under 
gassy  turmel  conditions)  and  contract  extensions  for  tunnel  excavation  delays  due  to  drilling  and 
grouting  for  groundwater  control,  increasing  the  contract  duration  to  1,790  consecutive  calendar 
days;  and 

WHEREAS,  On  June  12,  2012,  per  Resolution  No.  12-0099,  diis  Conunission  approved 
the  following  revisions  to  the  schedule  and  budget  of  the  NIT  project  that  are  needed  as  a  result 
of  the  construction  adjustments  necessary  to  address  very  challenging  and  unforeseen  site 
conditions  and  the  tunnel's  reclassification  from  "Potentially  Gassy"  to  "Fully  Gassy"  by  the 
CaHfomia  Occupations  Safety  and  Health  Administration  (Cal-OSHA):  extend  die  project 
schedule  by  447  calendar  days  by  revising  the  project  completion  date  from  October  31,  2014  to 
January  21,  2016,  and  increase  the  construction  contingency  budget  by  $4,700,000  to  a  new 
construction  budget  of  $254,023,470;  and 

WHEREAS,  On  April  23,  2013  per  Resolution  13-0060,  this  Commission  approved 
revised  schedules  and  budgets  as  part  of  the  March  2013  Revised  WSIP,  which  included  a 
$3,305,495  increase  in  die  NIT  budget  by  revising  the  construction  budget  from  $254,023,470  to 
$257,328,965;  and 

WHEREAS,  Section  6.22(H)(1)  of  the  Administrative  Code  requires  that  any  cumulative 
increases  in  contract  price  in  excess  of  10%  of  the  original  contract  price  be  approved  by  the 
Commission;  and 

WHEREAS,  Section  6.22(H)(2)  of  the  Admmistrative  Code  requires  that  any  cumulative 
extensions  of  time  in  excess  of  10%  of  the  original  contract  duration  be  approved  by  the 
Commission;  and 

WHEREAS,  The  project  has  encountered  circumstances  in  the  field  that  were  not 


anticipated  during  the  planning  and  design  of  the  project,  including  differing  site  conditions, 
including  harder  than  anticipated  rock,  gassy  tunnel  conditions,  and  tunnel  excavation  delays  due 
to  probe  hole  drilling  and  grouting  for  groundwater  seepage  control;  and 

WHEREAS,  Cost  modifications  approved  to  date  for  this  construction  contract  amount  to 
$18,639,370,  pending  change  orders  amount  to  $278,537,  potential  change  orders  amount  to 
$4,403,046,  and  trends  amount  to  $7,350,3 12;  and 

WHEREAS,  These  change  orders,  trends,  if  converted  to  approved  change  orders,  would 
exceed  the  pre-approved  10%  construction  cost  contingency,  but  would  be  within  the  additional 
construction  cost  contmgency  as  established  in  the  March  2013  Revised  WSIP  approved  by  this 
Commission  on  April  23,  2013  per  Resolution  13-0060;  and 

WHEREAS,  Any  required  future  change  orders  will  be  subjected  to  environmental 
review  as  appropriate  prior  to  approval;  and 

WHEREAS,  An  increase  in  the  approved  contract  cost  contingency  in  the  amount  of 
$8,005,495,  and  a  time  extension  of  53  consecutive  calendar  days  are  requested  for  construction 
contract  WD-2581,  subject  to  the  General  Manager's  subsequent  authorization  of  modifications 
if  appropriate;  and 

WHEREAS,  Contract  Monitoring  Division  (CMD)  subcontracting  goal  of  4%  Local 
Business  Enterprise  (LBE)  participation  was  originally  established  for  diis  construction  contract- 
and  ' 

WHEREAS,  A  3.9%  LBE  participation,  as  submitted  at  the  time  of  bid,  has  been 
accepted,  consistent  with  the  CMD  Director's  authority  under  Section  14B.8(C)  of  the 
Administrative  Code,  and  committed  by  the  Contractor;  and 

WHEREAS,  Funds  are  currently  avaUable  in  Project  No.  CUW35901  -  New  Irvington 
Tunnel;  and  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  an  increase  to  the  existing 
construction  cost  contingency  in  the  amount  of  $8,005,495,  and  approves  a  potential  increase  in 
the  contract  duration  of  up  to  53  consecutive  calendar  days  for  Water  Enterprise.  WSIP  -  funded 
Construction  Contract  WD-2581  -  NIT,  for  a  total  cost  contingency  amount  of  $30,671,265;  and 
a  potential  extension  in  the  contract  total  duration  of  up  to  453  consecutive  calendar  days  for  a 
new  proposed  contract  duration  of  1,843  consecutive  calendar  days;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
(or  his  designee)  to  consider  and,  if  appropriate,  to  approve  any  future  modifications  to  the 
contract  amount  for  up  to  $257,328,965  and  to  the  contract  duration  for  up  to  1,843  consecutive 
calendar  days. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  August  13,  2013. 


/Jlmu^.-  yi)ltrtA.^  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0129 


WHEREAS,  On  May  24  2011,  per  Resolution  No.  11-11-0077,  this  Commission 
approved  award  of  Water  Enterprise,  Water  System  Improvement  Program  (WSIP)  funded 
Construction  Contract  No.  WD-2551,  Calaveras  Dam  Replacement  Project  (CDRP)  to  Dragados- 
USA,  Inc./Flatiron  West,  Inc./Sukut  Construction,  Inc.,  Joint  Venture;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  August  15,  2011; 

and 

WHEREAS,  The  original  contract  amount  was  for  $259,571,850  and  the  origmal  contract 
duration  was  1,460  consecutive  calendar  days;  and 

WHEREAS,  On  January  27,  2011,  the  San  Francisco  Plaiming  Commission  certified  the 
Environmental  Impact  Report  (EIR)  for  the  CDRP  and  on  the  same  date,  per  Resolution  No.  11- 
0015,  this  Commission  adopted  the  California  Envirormientai  Quality  Act  (CEQA)  findings  and 
the  Mitigation,  Monitoring,  and  Reporting  Program  (MMRP)  for  the  CDRP;  and  on  December 
13,  2012,  the  San  Francisco  Planning  Department  issued  Addendum  No.  1  to  the  EIR,  which 
concluded  that  no  further  environmental  review  beyond  the  EIR  is  required  to  approve  the  CDRP 
modifications- identified  in  the  Addendum  No.  1;  and 

WHEREAS,  The  Conmiission  reviewed  and  considered  the  EIR  and  the  Addendum,  and 
adopted  findings  pursuant  to  CEQA  prior  to  its  action  on  January  22,  2013,  per  Resolution  No. 
13-0020,  when  this  Commission  approved  a  $117,000,000  increase  to  the  CDRP  budget  by 
revising  the  project  budget  from  $415,637,844  to  $532,637,844;  and  a  25-month  extension  to  the 
CDRP  schedule  by  revising  the  project  completion  date  from  July  29,  2016  to  August  31,  2018; 
and 

WHEREAS,  On  April  23,  2013,  per  Resolution  No.  13-0060,  this  Commission  approved 
revised  project  schedules  and  budgets  as  part  of  the  March  2013  Revised  WSIP,  which  included 
a  $88,175,156  increase  in  the  CDRP  budget  by  revising  the  project  budget  from  $532,637,844  to 
$620,813,000;  and 

WHEREAS,  Section  6.22(H)(1)  of  the  Administrative  Code  requires  that  any  cumulative 
increases  in  contract  price  in  excess  of  10%  of  the  original  contract  price  be  approved  by  the 
Commission;  and 

WHEREAS,  Section  6.22(H)(2)  of  the  Administrative  Code  requires  that  any  cumulative 
extensions  of  time  in  excess  of  10%  of  the  original  contract  duration  be  approved  by  the 
Conmiission;  and 

WHEREAS,  In  mid-June  2012,  the  construction  contractor  for  the  CDRP  encountered 
unexpected  geologic  conditions  that  will  require  significant  design  changes  to  address  the 
potential  instability  of  the  high  slope  above  the  left  abutment  and  spillway  area  of  the  new  dam 
and  result  in  substantial  cost  increases  and  schedule  delays;  and 

WHEREAS,  Cost  modifications  approved  to  date  for  this  constaiction  contract  amount  to 
$122,187,542,  pending  change  orders  amount  to  $40,000,  potential  change  orders  amount  to 


$28,478,873,  trends  amount  to  $12,936,603,  and  10%  contingency  of  the  work  not  yet  performed 
amount  to  $26,228,778;  and 


WHEREAS,  These  pending  and  potential  change  orders  and  trends,  if  converted  to 
approved  change  orders,  would  exceed  the  existing  construction  cost  contingency,  but  would  be 
within  the  additional  construction  cost  contingency  as  established  in  the  March  2013  Revised 
WSIP  approved  by  this  Commission  on  April  23 , 20 1 3  per  Resolution  1 3-0060;  and 

WHEREAS,  Any  further  required  future  change  orders  will  be  subjected  to 
environmental  review  as  appropriate  prior  to  approval;  and 

WHEREAS,  An  increase  in  the  approved  contract  cost  contingency  in  the  amount  of 
$46,914,611  are  subject  to  the  General  Manager's  subsequent  authorization  of  modifications,  if 
appropriate;  and 

WHEREAS,  Contract  Monitoring  Division  (CMD)  subcontracting  goal  of  5%  Lx)cal 
Business  Enterprise  (LBE)  participation  was  originally  established  for  this  construction 
contract;  and 

WHEREAS,  A  7.41%  LBE  participation  was  submitted  at  the  time  of  bid  by  the 
Contractor;  and 

WHEREAS,  Funding  is  currently  available  in  Project  No.  CUW37401  -  Calaveras  Dam 
Replacement  Project;  now,  therefore,  be  it 

RESOLVED,  That  this  Conmiission  hereby  approves  an  increase  in  the  existing 
construction  contract  cost  contingency  for  Water  Enterprise,  WSIP  funded  Construction  Contract 
No.  WD-2551,  CDRP,  in  the  amount  of  $46,914,611  for  a  total  cost  contingency  amount  of 
$189,871,796;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
to  consider,  and  if  appropriate,  to  approve  any  future  modifications  to  the  contract  amount  for  ud 
to  $449,443,646.  ^ 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  August  13,  2013. 


Secretary,  Public  Utilities  Commission 


San  Francisco 
Water  ■  "Sewer 

Services  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  public  utilities  Commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 

AGENDA 
Tuesday,  September  10,  2013 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


Commissioners 

Art  Torres,  President 
Vince  Courtney,  Vice  President 
Ann  Moller  Caen 
Francesca  Vietor 
Anson  Moran 


Harlan  L.  Kelly,  Jr. 

General  Manager 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  www.sfwater.orq 
Gavel-to-Gavel  coverage  available  at: 
http://sanfrancisco.qranicus.comA/iewPublisher.php7view  id=22 


Donna  Hood 

Secretary 


Disability  Access 

The  Public  Utilities  Commission  meeting  will  be  held  in  Room  400,  at  One  1  Dr.  Carlton  B.  Goodlett 
Place,  (400  Van  Ness  Avenue),  San  Francisco,  CA.  The  closest  accessible  BART  Station  is  the 
Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  Lines  serving  this 
location  are:  Muni  Metro  lines  J  Church,  K  Ingleside,  L  Taraval,  M  Oceanview,  N  Judah  and  T  Third 
at  Van  Ness  and  Civic  Center  Stations;  F  Market  Line;  and  bus  routes  1 9  Polk,  47  Van  Ness,  49 
Mission  Van  Ness,  5  Fulton,  6  Parnassus,  21  Hays,  9  San  Bruno,  9L  San  Bruno  Limited,  71  Haight 
Noriega  and  71 L  Noriega  Limited.  For  more  information  about  MUNI  accessible  services  call  (415) 
701 .4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been 
designated  on  the  Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility- 
impaired  persons.  There  is  accessible  parking  available  within  the  Civic  Center  Underground 
Parking  Garage  at  the  corner  of  McAllister  and  Polk  Streets,  and  within  the  Performing  Arts  Parking 
Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain 
meeting  materials  in  alternative  format,  please  contact  Donna  Hood  at  (415)  554-3165,  or  by 
emailing  dhood(S)sfwater.org.  Providing  at  least  72  hours  notice  will  help  to  ensure  availability. 

To  assist  the  City's  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses, 
multiple  chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that 
other  attendees  may  be  sensitive  to  various  chemical  based  products.  Please  help  the  City 
accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance 
(Chapter  67  of  the  San  Francisco  Administrative  Code) 

Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public. 
Commissions,  boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the 
people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the  people  and 
that  City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under  the 
Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  the  Sunshine  Ordinance  Task 
Force,  City  Hall,  Room  409,  1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102-4683  at 
Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554-7854;  E-mail:  sotf(5)sfqov.orq.  Copies  of  the 
Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San  Francisco 
Public  Library  and  on  the  City's  website  at  www.sfgov.orq. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are 
prohibited  at  this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the  meeting 
room  of  any  person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar 
sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements 

Individuals  and  entities  that  influence  or  attempt  to  influence  local  legislative  or  administrative  action 
may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF  Campaign  &  Governmental  Conduct 
Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information  about  the  Lobbyist 
Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue,  Suite 
220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-31 12;  web  site  at 
www.sfgov.org/ethics. 


ORDER  OF  BUSINESS: 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  Minutes  of  the  August  13,  2013 

4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within  the 
Commission's  jurisdiction  and  are  not  on  today's  agenda 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  2012  Energy  Benchmarking  Report  for  San  Francisco  Municipal  Buildings 

d)  Hetch  Hetchy  Capital  Improvement  Quarterly  Report 

e)  Quarterly  Audit  and  Performance  Review  Reports 

•  Evaluation  of  the  Water  System  Improvement  Program  Project 

•  Alameda  Siphon  No.  4  Construction  Management  -  The  Change 
Management  Process  Audit 

•  Harry  Tracy  Water  Treatment  Plant  Short-term  Improvement  Project  Audit 

•  FY  2012-13  Post  Audit  and  Continuous  Monitoring  Program 

•  Performance  Measurement  Validation:  Round  2 

f)  Update  on  Contaminants  of  Emerging  Concern  in  Drinking  Water 

g)  Water  Supply  Improvement  Program  Annual  Report 

h)  Wastewater  Enterprise  Capital  Improvement  Quarterly  Report 

6.  Other  Commission  Business 

7.  Report  of  the  General  Manager 

a)  Rim  Fire  Update  (Carlin) 

b)  Sewer  System  Improvement  Program  Update  (Kubick) 

c)  Water  System  Improvement  Program  Update  (Labonte) 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney 
where  applicable. 

Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
525  Golden  Gate  Avenue,  13^^  Floor,  San  Francisco,  CA  94102,  Telephone:  (415)  554- 
3165,  Fax:  (415)  554-3424. 


CONSENT  CALENDAR 


8.     All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by 
a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these 
items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which  event 
the  matter  will  be  removed  from  the  Calendar  and  considered  as  a  separate  item. 


a)    Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to 
<^       execute  a  five-year  revocable  license  to  the  First  Morning  Light  Chinese 
^       Christian  Church  to  use  approximately  30,928  square  feet  of  SFPUC  property  at 
531  East  Weddell  Drive  in  Sunnyvale,  California  as  a  parking  lot,  for  a  Use  Fee 
of  $3, 11 8.50  per  month,  with  four  percent  annual  increases.  (Russell) 


CO 


oo 


b)  Approve  the  selection  of  and  award  Agreement  Nos.  CS-315A-C,  As-needed 
Geotechnical  Engineering  Services,  to  Geotechnical  Consultants,  Inc.,  (GTC) 
(CS-315A),  AGS,  Inc.,  (AGS)  (CS-315B),  and  ARUP/Terra  JV  (CS-315C)  to 
provide  specialized  geotechnical  engineering  services;  and  authorize  the 

oo      General  Manager  to  negotiate  and  execute  three  professional  services 
^      agreements  for  amounts  not-to-exceed  $1,500,000  each,  for  a  cumulative 
total  amount  of  $4,500,000,  and  with  a  duration  of  five  years  per  agreement 
or,  in  the  event  negotiations  are  not  successful  or  City  requirements  are  not 
satisfied,  to  negotiate  and  execute  a  professional  services  agreement  with  the 
next  highest  ranked  proposer.  (Cruz) 

c)  Approve  Water  Enterprise,  Bay  Area  Integrated  Regional  Water  Management 
^      Grant  Consultant  first  amendment  to  the  Memorandum  of  Understanding 

0  between  the  San  Francisco  Public  Utilities  Commission  and  the  Association  of 

g  Bay  Area  Governments  (ABAG);  and  authorize  the  General  Manager  to  execute 

CO  this  amendment,  to  pay  ABAG  an  additional  $3,455  for  its  share  of  the  Grant 

▼H  Consultant's  costs  in  an  amount  not-to-exceed  $1 1 ,167.  (Ritchie) 

^  d)    Accept  work  performed  by  Delta  Construction  for  Contract  No.  HH-925  Three- 
Year  Hetch  Hetchy  As-Needed  Paving,  for  a  total  contract  amount  of 
$1,066,767,  and  with  a  total  contract  duration  of  1095  consecutive  calendar 
days;  and  authorize  final  payment  to  the  contractor.  (Ritchie) 

e)    Approve  and  award  JOC-44,  Micro-LBE  Set-Aside,  General  Building  (B- 
in     License)  for  San  Francisco/Peninsula/East  Bay,  for  a  not-to-exceed  amount  of 
$1,000,000  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  GECMS, 
Inc.  dba  Giron  Construction,  to  perform  general  building  and  construction  tasks 
for  all  San  Francisco  Public  Utilities  Commission  Enterprise  Operations  and 
Bureaus.  (Cruz) 


CO 


CO 


CO 


f)  Accept  work  performed  by  NTK  Construction  Inc.,  for  Contract  No.  WD-2606, 
CO       Forest  Hill  Pump  Station  Upgrade;  Approve  Modification  No.  5  (Final)  to 

^      reconcile  final  payment  items  to  reflect  actual  quantities  used  under  unit  price 
o      and  allowance  bid  items,  decreasing  the  contract  by  $258,310,  for  a  total 

contract  amount  of  $3,537,205;  and  authorize  final  payment  to  the  contractor. 

(Cruz) 

g)  Accept  work  performed  by  CDX  Builders  for  Contract  No.  WW-446,  Southeast 
Community  Center  Facility  Disability  Access  Work  and  Deck  Improvements; 

^      Approve  Modification  No.  4  (Final),  decreasing  the  contract  by  $75,000,  for  a 
total  contract  amount  of  $1 ,616,733,  and  with  a  time  extension  of  422 

cm      consecutive  calendar  days  for  a  total  contract  duration  of  632  consecutive 
calendar  days;  and  authorize  final  payment  to  the  contractor.  (Moala) 


REGULAR  BUSINESS 


9.    Authorize  the  General  Manager  to  execute  a  Memorandum  of  Understanding 

^    between  the  Treasure  island  Development  Authority  (TIDA)  and  the  SFPUC  to 
contract  for  provision  of  certain  utility  services  on  Naval  Station  Treasure  Island 
during  the  remaining  term  of  the  Base  Caretaker  Cooperative  Agreement  between 
TIDA  and  the  U.S.  Navy  through  October  1,  2013,  and  through  the  extended  term 
to  September  30,  2014,  if  approved  by  the  Board  of  Supervisors.  (Carlin) 


CO 


Public  Hearing  on  the  2013  Public  Health  Goal  Report  for  the  San  Francisco 


Water  System.  Direct  the  Water  Quality  Division  Director  to  submit  a  letter  to  the 
C5     California  Department  of  Public  Health  documenting  that  such  a  hearing  has  been 
^     held.  (DaGraca) 

1 1 .  Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 


12.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

CLOSED  SESSION 


The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 


1 3.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10(d)(1) 

(O'Neil) 

Existing  Litigation: 

Walsh  V.  City  and  County  of  San  Francisco 
Alameda  County  Superior  Court  No.  RG  1160618 
City  Attorney  File  Number:  120833 
Date  filed:  November  29,  201 1 


14.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(O'Neil) 

Existing  Litigation: 

Mark  Pear  and  Matt  Pear  v.  City  and  County  of  San  Francisco 
Santa  Clara  Superior  Court  Case  No.  1-12-CVC-227801 
City  Attorney  File  Number:  130094 
Date  Filed:  July  5,  2012 

15.  Proposed  Settlement  of  Existing  Claim  (Rothschild) 

Simonian 

TH     City  Attorney  Claim  No.  14-00297 
Filed:  August  6,  2013 

o     Material  terms  of  the  proposed  settlement  of  the  claim  arising  from  a  water  main 

^     break  in  the  vicinity  of  1 5th  Avenue  and  Wawona  are  as  follows: 

^     Payment  of  $301 , 1 36.45  in  exchange  for  a  full  and  final  release  of  all  liability. 

16.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1). 

(Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529309 

City  Attorney  File  No.  0000657/Date  Filed  March  6,  2013:  Served  June  6,  2013 

17.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1). 

(Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.  CGC-1 3-529310 
City  Attorney  File  No.  0000657/Date  Filed  June  6,  2013 

18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1). 

(Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A127554/Date  Filed:  January  29,  2010 

1 9.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 

Section  54957  and  San  Francisco  Administrative  Code  67.10(a).  (Barrett) 

Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 
and  Power  Systems. 


Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

20.  Announcement  following  Closed  Session. 

21 .  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

22.  Other  new  business. 
ADJOURNMENT 
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1.  Call  to  Order 

President  Torres  called  the  meeting  to  order  at  1:38  PM. 

2.  Roll  Call 

Present:  Torres,  Vietor  and  Moran 
Excused:  Courtney  and  Caen 

3.  Approval  of  Minutes  of  the  August  1 3.  201 3 

On  Motion  to  approve  the  Minutes  of  August  13,  2013: 
AYES:  Torres,  Vietor  and  Moran 

4.  Public  Comments 

None. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  2012  Energy  Benchmarking  Report  for  San  Francisco  Municipal  Buildings 

d)  Hetch  Hetchy  Capital  Improvement  Quarterly  Report 

e)  Quarterly  Audit  and  Performance  Review  Reports 

•  Evaluation  of  the  Water  System  Improvement  Program  Project 

•  Alameda  Siphon  No.  4  Construction  Management  -  The  Change 
Management  Process  Audit 

•  Harry  Tracy  Water  Treatment  Plant  Short-term  Improvement  Project  Audit 

•  FY  201 2-1 3  Post  Audit  and  Continuous  Monitoring  Program 

•  Performance  Measurement  Validation:  Round  2 

f)  Update  on  Contaminants  of  Emerging  Concern  in  Drinking  Water 

g)  Water  Supply  Improvement  Program  Annual  Report 

h)  Wastewater  Enterprise  Capital  Improvement  Quarterly  Report 

Commissioner  Moran  asked  that  the  draft  water  strategy,  which  was  postponed  due  to 
the  Rim  Fire,  be  placed  on  the  next  agenda. 

Commissioner  Moran  provided  his  thoughts  on  the  Hetch  Hetchy  Capital  Improvement 
Program  (CIP)  Quarterly  Report,  noting  the  report  is  useful  for  projects  that  have  a 
defined  scope  and  ending  cost,  but  not  for  continuing  projects.  He  asked  that  staff 
revise  the  report  for  the  next  reporting  period. 

He  also  requested  that  staff  provide  the  Commission  with  details  on  the  challenges  and 
lessons  learned  from  the  green  infrastructure  projects,  as  detailed  in  the  Wastewater 
Enterprise  CIP. 
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Commission  Secretary  Hood  noted  an  addition  to  the  letter  summary,  whicli  was  a 
September  5,  2013  Board  of  Supervisors  Inquiry  asking  for  response,  by  October  5, 
2013,  to  questions  related  to  CleanPowerSF. 

General  Manger  Kelly,  Jr.,  stated  that  the  request  was  being  reviewed,  and  that  a  draft 
response  was  being  prepared  for  Commission  review.  President  Torres  expressed 
concern  with  questions  asking  what  the  Commissions  "intent"  is.  He  stated  that  no 
discussions  have  taken  place,  and  intentions  could  be  misinterpreted. 
Commissioner  Vietor  asked  the  General  Manager  to  seek  clarification  from  the  Clerk  of 
the  Board  on  how  the  Board  would  like  the  Commission  to  respond  to  the  questions. 
She  made  note  of  the  Board  resolution  up  for  consideration,  which  urges  the  SFPUC  to 
adopt  the  not-to-exceed  rates,  and  asked  what  the  response  should  be.  President 
Torres  stated  what  the  Commission's  past  action  was  regarding  rates.  Commissioner 
Vietor  asked  that  the  Resolution  be  part  of  the  letter  summary,  and  that  staff  keep  the 
Commission  informed  as  to  the  status  of  the  Resolution. 

President  Torres  asked  Deputy  City  Attorney  Ambrose  what  the  Commission's 
responsibility  is  to  respond.  Ms.  Ambrose  stated  that  since  the  item  wasn't  calendared 
on  the  agenda,  substantive  discussions  could  not  take  place,  but  that  could  take  place 
on  future  calendaring  of  the  item. 

Public  Comments 
None. 

6.  Other  Commission  Business 
None. 

7.  Report  of  tlie  General  Manager 
a)  Rim  Fire  Update 

General  Manager  Kelly,  Jr.,  provided  a  brief  update  on  the  Rim  Fire,  and  thanked 
staff  for  their  tireless  work.  He  introduced  Deputy  General  Manager  Michael 
Carlin,  who  provided  a  status  update  on  the  fire.  He  noted  that  as  of  September 
Kf^,  the  fire  was  within  one  percent  of  the  Hetch  Hetchy  watershed,  that  it  had 
burned  254,000  acres,  and  that  it  was  80  percent  contained.  Mr  Carlin  discussed 
the  current  status,  noting  that  high  quality  water  and  power  continues  to  be 
provided,  and  that  all  City-owned  structures  are  secure.  He  stated  that  they  are  in 
the  assessment,  restoration  and  recovery  phases;  he  reviewed  the  emergency 
response  timeline,  the  incident  command  structure,  and  the  SFPUC/City 
response.  Mr  Carlin  then  reviewed  a  map  which  showed  the  progression  of  the 
fire  and  provided  photos  of  the  damage  to  the  Holm  Powerhouse  roof,  Camp 
Mather,  and  various  locations  within  the  National  Park  surrounding  Hetch  Hetchy. 
Mr  Carlin  noted  that  throughout  the  event,  water  quality  was  maintained  and  that 
water  quality  testing  continues. 

Commissioner  Moran  stated  that  in  messages  to  the  public,  it  needs  to  be  noted 
if  water  quality  is  compromised,  that  plans  are  in  place  to  mitigate.  Mr  Carlin 
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noted  that  that  message  had  been  relayed  and  confirmed  that  plans  that  are  in 
place  for  delivery  of  water 

President  Torres  asked  about  the  recoup  of  funds.  Mr  Carlin  stated  that 
paperwork  is  being  prepared  for  FEMA  cost  recovery;  possibly  recovery  via  US 
Forest  Service  Acts,  and  through  SFPUC  insurance.  Mr  Rydstrom  provided 
additional  detail  on  cost  recovery  options. 

President  Torres  stated  that  he  visited  the  DOC  and  was  impressed  by  staff  and 
their  24/7  work,  and  thanked  everyone  on  behalf  of  the  Commission. 

Mr  Carlin  indicated  that  in  the  future,  slope  stabilization  and  erosion  control  will 
be  of  concern.  In  response  to  a  question  from  Commissioner  Vietor,  Mr  Carlin 
stated  that  the  large  transmission  lines  were  undamaged,  but  that  300  to  400 
smaller  power  poles  were  damaged  and  that  generators  are  being  used. 

Mr  Carlin  indicated  the  financial  outlook  for  water  remains  strong  and  stable, 
with  no  change  to  bond  ratings.  He  stated  that  no  rate  increases  are  anticipated 
and  that  the  debt  service  coverage  remains  healthy  due  to  the  fund  balance. 

Mr  Carlin  stated  that  the  SFPUC  had  to  purchase  $900K  of  power  with  additional 
short  term  cash  in  order  to  fund  emergency  restoration  activities.  He  indicated 
that  this  could  affect  power  bonding  ability.  He  discussed  power  funding  options 
over  the  next  12+  months. 

Commissioner  Vietor  asked  if  the  Commission  will  have  to  make  decisions  on  the 
Power  funding  options.  Mr  Carlin  stated  that  funding  decisions  will  need  to  be 
made  soon  and  that  the  capital  projects  are  being  reviewed  to  see  what  can  be 
deferred.  He  expects  that  the  issue  will  be  brought  before  the  Commission  in  the 
next  several  weeks. 

Commissioner  Moran  clarified  that  via  the  reserve  policy,  funds  are  available, 
and  that  the  decision  will  be  from  where  the  money  should  be  taken.  He  thanked 
staff,  the  Forest  Sen/ice,  the  National  Park  Service  and  Cal  Fire  for  their  work. 

b)  Sewer  System  Improvement  Program  (SSIP)  Update 

Ms.  Karen  Kubick,  Director,  SSIP,  provided  an  update  of  the  SSIP.  She  reviewed 
the  program-wide  status;  Current  construction  projects,  including  the  Southeast 
Oxygen  Generation  Plant,  and  the  North  Shore  Force  Main,  which  has  many 
complications  given  the  location  and  existing  infrastructure;  and  the  Southeast 
Plant  Digester  Roof  Repairs. 

She  discussed  planning  and  design  projects,  including  the  Southeast  Treatment 
Plant  Biosolids  Digester  Facility;  Central  Bayside  System  Improvements;  Phase  I 
projects  status;  and  Early  Implementation  Projects.  She  touched  on  green 
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infrastructure  monitoring  technology,  and  discussed  staketiolder  engagements 
ttiat  tiave  tal<en  place  and  concluded  by  noting  upcoming  events. 


c)  Water  System  Improvement  Program  (WSIP)  Update 

Ms.  Julie  Labonte,  WSIP  Director,  gave  an  update  of  various  construction 
projects  of  the  WSIP.  She  stated  that  on  the  Calaveras  Dam  Observation  Hill, 
there  are  concerns  over  sloping  stability  which  requires  additional 
reinforcements.  She  stated  that  cost  and  schedule  impacts  should  be  known 
within  the  month,  but  additional  costs  should  be  covered  via  funding 
contingencies. 

Ms.  Labonte  stated  that  the  New  In/ington  Tunnel  conditions  are  under  control 
and  that  progress  is  being  made  with  only  600  feet  left  to  mine,  and  hole-through 
expected  in  October  She  discussed  additional  work  that  is  being  done  to 
stabilize  the  tunnel. 

She  noted  that  the  Sunol  Valley  Water  Treatment  Plant  will  soon  have  final 
completion  and  that  $2M  will  go  back  into  funding  pot. 

She  indicated  that  insulation  of  the  Bay  Tunnel  inner  pipeline  is  going  well  and 
that  the  entire  tunnel  is  laid,  with  grouting  to  begin  between  the  inner  and  outer 
lining  soon. 

Ms.  Labonte  stated  that  work  was  progressing  well  on  the  Bay  Division  Pipeline  3 
and  4  until  geologic  features  were  discovered,  but  noted  that  the  impact  doesn't 
appear  to  be  as  severe  as  initially  thought.  She  stated  that  best  case,  there  will 
be  no  redesign  necessary,  and  worst  case,  a  five  to  six  month  delay  with 
significant  impact.  She  noted  that  the  impact  will  be  confirmed  in  the  next  month 
or  so. 

Commissioner  Vietor  asked  about  the  redundancy  and  resiliency  of  the  power 
system  and  asked  that  the  topic  be  calendared  for  future  discussion. 

Ms.  Labonte  discussed  the  Crystal  Springs  Upgrade  Project  and  the  differing  site 
conditions,  which  will  result  in  additional  costs.  She  indicated  that  the  Lower 
Culvert  is  being  rebuilt  and  is  the  last  component  of  the  project. 

She  stated  that  progress  is  being  made  on  the  Harry  Tracy  Water  Treatment 
Plant  and  that  the  Plant  remains  operational. 

To  conclude  his  report.  General  Manger  Kelly,  Jr.  noted  that  Mr.  Art  Jensen, 
BAWSCA,  will  be  retiring  at  the  end  of  September.  He  recognized  Ms.  Nicole 
Sandkulla,  who  will  succeed  Mr  Jensen. 
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Public  Comments 

•   Art  Jensen,  BAWSCA,  thanked  staff  for  their  work  during  the  fire.  He  noted  that 
BAWSCA  had  been  kept  well-informed  throughout  the  event. 

8.     Consent  Calendar 

a)  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to  execute 
a  five-year  revocable  license  to  the  First  Morning  Light  Chinese  Christian  Church 
to  use  approximately  30,928  sguare  feet  of  SFPUC  property  at  531  East  Weddell 
Drive  in  Sunnyvale.  California  as  a  parking  lot,  for  a  Use  Fee  of  $3.1 18.50  per 
month,  with  four  percent  annual  increases.  (Resolution  13-0131) 

b)  Approve  the  selection  of  and  award  Agreement  Nos.  CS-315A-C.  As-needed 
Geotechnical  Engineering  Services,  to  Geotechnical  Consultants,  Inc..  (GTC) 
(CS-315A),  AGS,  Inc.,  (AGS)  (CS-315B).  and  ARUP/Terra  JV  (CS-315C)  to 
provide  specialized  geotechnical  engineering  services:  and  authorize  the  General 
Manager  to  negotiate  and  execute  three  professional  services  agreements  for 
amounts  not-to-exceed  $1 ,500.000  each,  for  a  cumulative  total  amount  of 
$4.500.000.  and  with  a  duration  of  five  years  per  agreement  or,  in  the  event 
negotiations  are  not  successful  or  City  reguirements  are  not  satisfied,  to 
negotiate  and  execute  a  professional  services  agreement  with  the  next  highest 
ranked  proposer.  (Resolution  13-0132) 

c)  Approve  Water  Enterprise,  Bay  Area  Integrated  Regional  Water  Management 
Grant  Consultant  first  amendment  to  the  Memorandum  of  Understanding 
between  the  San  Francisco  Public  Utilities  Commission  and  the  Association  of 
Bay  Area  Governments  (ABAG):  and  authorize  the  General  Manager  to  execute 
this  amendment,  to  pay  ABAG  an  additional  $3.455  for  its  share  of  the  Grant 
Consultant's  costs  in  an  amount  not-to-exceed  $11.167.  (Resolution  13-0133) 

d)  Accept  work  performed  by  Delta  Construction  for  Contract  No.  HH-925  Three- 
Year  Hetch  Hetchy  As-Needed  Paving,  for  a  total  contract  amount  of  $1 ,066.767. 
and  with  a  total  contract  duration  of  1095  consecutive  calendar  days:  and 
authorize  final  payment  to  the  contractor.  (Resolution  13-0134) 

e)  Approve  and  award  JOC-44.  Micro-LBE  Set-Aside.  General  Building  (B-License) 
for  San  Francisco/Peninsula/East  Bay,  for  a  not-to-exceed  amount  of  $1 ,000.000 
to  the  lowest,  gualified.  responsible  and  responsive  bidder.  GECMS.  Inc.  dba 
Giron  Construction,  to  perform  general  building  and  construction  tasks  for  all  San 
Francisco  Public  Utilities  Commission  Enterprise  Operations  and  Bureaus. 
(Resolution  13-0135) 

f)  Accept  work  performed  by  NTK  Construction  Inc..  for  Contract  No.  WD-2606. 
Forest  Hill  Pump  Station  Upgrade:  Approve  Modification  No.  5  (Final)  to  reconcile 
final  payment  items  to  reflect  actual  guantities  used  under  unit  price  and 
allowance  bid  items,  decreasing  the  contract  by  $258.310.  for  a  total  contract 
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amount  of  $3.537,205:  and  authorize  final  payment  to  the  contractor.  (Resolution 
13-0136) 

g)    Accept  work  performed  bv  CDX  Builders  for  Contract  No.  WW-446,  Southeast 
Community  Center  Facility  Disability  Access  Work  and  Deck  Improvements: 
Approve  Modification  No.  4  (Final),  decreasing  the  contract  by  $75,000.  for  a 
total  contract  amount  of  $1 ,616.733,  and  with  a  time  extension  of  422 
consecutive  calendar  days  for  a  total  contract  duration  of  632  consecutive 
calendar  days:  and  authorize  final  payment  to  the  contractor.  (Resolution  13- 
0137) 

Commissioner  Moran  asl<ed  tliat  Item  8b  be  removed  from  calendar. 

On  Motion  to  approve  items  8a,  c,  d,  e,  f,  and  g: 
AYES:  Torres,  Vietor  and  Moran 

Commissioner  Moran  asked  for  clarification  on  the  CMD  bonus  as  noted  in  Item 
8,  which  General  Manager  Kelly,  Jr.,  provided. 

On  Motion  to  approve  items  8b: 
AYES:  Torres,  Vietor  and  Moran 

Public  Comments 
None. 

9.     Authorize  the  General  Manager  to  execute  a  Memorandum  of  Understanding 
between  the  Treasure  Island  Development  Authority  (TIDA)  and  the  SFPUC  to 
contract  for  provision  of  certain  utility  services  on  Naval  Station  Treasure  Island 
during  the  remaining  term  of  the  Base  Caretaker  Cooperative  Agreement  between 
TIDA  and  the  U.S.  Navy  through  October  1.  2013.  and  through  the  extended  term 
to  September  30.  2014.  if  approved  by  the  Board  of  Supervisors.  (Resolution  13- 
0138) 

Deputy  General  Manager  Carlin  introduced  the  item  and  provided  a  brief  history  of 
the  Agreement.  He  discussed  the  Base  Caretaker  Cooperative  Agreement,  noting 
responsibilities  outlined  under  the  Agreement. 

Commissioner  Vietor  asked  for  clarification  on  the  terms  of  the  Agreement, 
including  liability,  which  Mr  Carlin  provided. 

On  Motion  to  approve  item  9 
AYES:  Torres,  Vietor  and  Moran 

Public  Comments 

None. 
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10.  Public  Hearing  on  the  2013  Public  Health  Goal  Report  for  the  San  Francisco  Water 
System.  Direct  the  Water  Quality  Division  Director  to  submit  a  letter  to  the  California 
Department  of  Public  Health  documenting  that  such  a  hearing  has  been  held. 
(Resolution  13-0139) 

Mr.  Andrew  DaGraca,  Water  Quality  Division  Director,  stated  the  Public  Healtfi  Goal 
(PHG)  Report  IHearing  is  required  every  three  years.  He  discussed  the  PHG  Rule 
Summary;  SFPUC  monitoring  results  overview;  Discussed  Contaminants  exceeding 
PHGs/MCLs;  Described  typical  sources  in  drinking  water;  Discussed  mitigation  and 
follow-up  recommendations;  and  provided  final  recommendations. 

On  Motion  to  approve  item  10 
AYES:  Torres,  Vietor and IVIoran 

Public  Comments 

None. 

11.  Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 
None. 

12.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

On  IViotion  TO  ASSERT 

AYES:  Torres,  Vietor  and  IVIoran. 

Closed  Session 

The  Commission  entered  Closed  Session  at  3:17  PM. 

13.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10(d)(1) 
Existing  Litigation: 

Walsh  V.  City  and  County  of  San  Francisco 
Alameda  County  Superior  Court  No.  RG  1160618 
City  Attorney  File  Number:  120833 
Date  filed:  November  29,  201 1 

14.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 
Existing  Litigation: 

Mark  Pear  and  Matt  Pear  v.  City  and  County  of  San  Francisco 
Santa  Clara  Superior  Court  Case  No.  1-12-CVC-227801 
City  Attorney  File  Number:  130094 
Date  Filed:  July  5,  2012 
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15.  Proposed  Settlement  of  Existing  Claim 

Simonian 

City  Attomey  Claim  No.  14-00297 
Filed:  Augusts,  2013 

Material  terms  of  the  proposed  settlement  of  the  claim  arising  from  a  water  main 

break  in  the  vicinity  of  15th  Avenue  and  Wawona  are  as  follows: 

Payment  of  $301 ,136.45  in  exchange  for  a  full  and  final  release  of  all  liability. 

16.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1). 
Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529309 

City  Attorney  File  No.  0000657/Date  Filed  March  6,  2013:  Served  June  6,  2013 

17.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1). 
Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.  CGC-1 3-529310 
City  Attorney  File  No.  0000657/Date  Filed  June  6,  2013 

18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1). 
Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A127554/Date  Filed:  January  29,  2010 

19.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 

Section  54957  and  San  Francisco  Administrative  Code  67.10(a).  (Barrett) 
Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 
and  Power  Systems. 

The  Commission  returned  from  Closed  Session  at  4:01  PM. 

20.  Announcement  following  Closed  Session. 

City  Attorney  Ambrose  stated  that  there  was  unanimous  approval  on  the 
settlement  of  item  15. 

21.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

On  Motion  NOT  TO  DISCLOSE 
AYES:  Torres,  Vietor and Moran 

22.  Other  new  business. 

None. 
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President  Torres  adjourned  the  meeting  at  4:02  PM. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0132 


WHEREAS,  The  City  and  County  of  San  Francisco  owns  certain  real  property  presently 
under  the  jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  at  531  East 
Weddell  Drive,  Sunnyvale,  California  (Premises);  and 

WHEREAS,  Pursuant  to  SFPUC  Resolution  No.  92-0318  adopted  on  October  27,  1992, 
the  SFPUC  authorized  a  lease  between  the  City  and  County  of  San  Francisco,  as  Lessor,  and  the 
Roman  Catholic  Bishop  of  San  Jose  as  Lessee,  for  die  Premises  as  a  parking  lot  (1993  Lease). 
The  1993  Lease  had  an  initial  term  of  10  years  with  four  additional  five-year  options  and 
commenced  on  January  1, 1993;  and 

WHEREAS,  The  former  tenant  failed  to  exercise  properly  its  option  to  extend  the  term  of 
the  1993  Lease;  and 

WHEREAS,  The  former  tenant  is  in  the  process  of  selling  the  property  adjacent  to  the 
SFPUC  Premises  to  the  First  Morning  Light  Chinese  Christian  Church  (Licensee);  and 

WHEREAS,  Licensee  notified  the  SFPUC  of  its  interest  in  renting  the  Premises;  and 

WHEREAS,  The  use  fee  for  the  Premises  in  the  proposed  2013  License  is  $3,118.50  per 
month.  This  increases  the  use  fee  as  of  September  1,  2013  by  more  than  12%  above  the  current 
use  fee.  Licensee  has  also  agreed  to  a  four  percent  (4%)  annual  increase,  which  is  not  included  m 
the  1993  Lease;  and 

WHEREAS,  Although  the  fair  market  value  for  comparable  land  in  die  vicinity  is  higher, 
there  are  limited  permitted  uses  under  the  existing  zoning  at  this  location  that  would  be 
acceptable  to  the  SFPUC,  and  the  potential  discount  in  revenue  is  offset  by  having  die  adjacent 
landowner  as  a  Licensee  diat  will  provide  maintenance,  security  and  indemnity  benefits  to  the 
SFPUC  for  a  low  intensity  use  at  tiiis  location;  and 

WHEREAS,  The  SFPUC  and  Licensee  desire  to  enter  into  a  new  five-year  revocable 
license  for  use  of  the  License  Area  as  a  parking  lot,  at  a  rate  of  $3,118.50  per  month,  with  four 
percent  armual  increases  (2013  License);  and 

WHEREAS,  On  August  15,  2013,  the  bureau  of  Environmental  Management  determined 
that  this  action  would  not  fall  within  the  definition  of  a  "project"  under  die  California 
Environmental  Quality  Act  (CEQA)  Guidelines  Section  15378013;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  ratifies,  approves  and  authorizes  all  actions 
taken  by  any  City  official  in  connection  with  the  2013  License;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  to 
approve  the  terms  and  conditions  and  execute  the  2013  License;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  to  make 
such  modifications  and  enter  into  such  amendments  to  the  2013  License,  including  without 
limitation,  the  exhibits,  that  the  General  Manager  determines,  in  consultation  with  the  City 
Attorney  are  in  the  best  interest  of  the  City;  do  not  materially  increase  the  obligations  or 
liabilities  of  the  City  or  materially  diminish  the  benefits  to  the  City;  are  necessary  or  advisable  to 
effectuate  the  purposes  and  intent  of  the  2013  License  or  this  resolution;  and  are  in  compliance 
with  all  applicable  laws,  mcluding  the  City  Charter. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  September  10,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0133 


WHEREAS,  As  part  of  the  Water  System  Improvement  Program,  the  purpose  of 
the  Groundwater  Storage  and  Recovery  Project  is  to  develop  a  regional  stored  groundwater 
supply  ui  the  South  Westside  Basin  for  use  during  drought  conditions;  and 

WHEREAS,  The  SFPUC  deskes  to  acquire  grant  funding  as  possible  to  assist  with  the 
cost  of  the  Groundwater  Storage  and  Recovery  Project;  and 

WHEREAS,  On  behalf  of  several  local  public  agencies  including  the  SFPUC,  the 
Association  of  Bay  Area  Governments  (ABAG)  applied  for  Proposition  84  Round  2  IRWM 
Grant  from  the  State  of  California,  Department  of  Water  Resources  (DWR)  to  help  fund  the 
implementation  of  19  regional  groundwater,  water  conservation,  water  recycling,  ecosystem 
restoration,  green  infrastructure,  and  flood-raanagement-watershed  projects  that  would  be  carried 
out  by  the  participating  agencies;  and 

WHEREAS,  On  February  26,  2013,  the  SFPUC  and  ABAG  entered  into  an  MOU  for  a 
Grant  Consultant  hu-ed  by  ABAG  to  prepare  and  submit  a  grant  application  on  behalf  of  the 
SFPUC  and  other  Bay  Area  participants  for  DWR  IRWM  Proposition  84,  Round  2  grant  funds; 
and 

WHEREAS,  The  SFPUC's  anticipated  share  of  the  grant  consultant's  cost  was  $7,712 
for  the  groundwater  storage  and  recovery  project;  and 

WHERAS,  The  SFPUC  and  ABAG  desire  to  amend  the  MOU  to  include  an  additional 
$3,455  for  the  SFPUC's  share  of  supplementary  consultant  services,  for  a  total  amount  not  to 
exceed  $11,167;  and 

WHEREAS,  The  SFPUC's  cost  share  funds  are  available  in  the  Water  Enterprise 
Operatmg  Budget,  Index  Code  470701;  now,  dierefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  First  Amendment  to  the  MOU 
between  the  SFPUC  and  ABAG;  and  authorizes  the  General  Manager  of  the  SFPUC  to  execute 
this  amendment,  for  $3,455,  in  a  total  not  to  exceed  amount  of  $11, 167. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  September  10,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


13-0134 


WHEREAS,  Construction  has  been  completed  for  Hetch  Hetchy  Water  &  Power 
(HHWP),  Water  Enterprise  Contract  No.  HH-925,  Three-Year  Hetch  Hetchy  As-Needed  Paving, 
by  the  contractor,  Deha  Construction;  and 

WHEREAS,  On  March  24,  2009,  by  Resolution  No.  09-0050,  this  Commission  awarded 
Contract  No.  HH-925,  Three- Year  Hetch  Hetchy  As-Needed  Paving,  in  the  amount  of 
$2,780,725,  to  the  lowest,  qualified  responsible  and  responsive  bidder.  Delta  Construction;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  June  8,  2009, 
with  an  original  schedule  of  1095  consecutive  calendar  days  and  the  contract  work  was 
completed  in  1095  consecutive  calendar  days  on  June  6, 2012;  and 

WHEREAS,  Pursuant  to  Chapter  14B  of  the  San  Francisco  Administtative  Code,  the 
Contract  Monitoring  Division  (CMD)  waived  of  Local  Business  Enterprise  (LBE)  subcontracting 
goals  for  this  contract ;  and 

WHEREAS,  Funds  are  available  from  Projects  No.  CUH  804  -  Hetch  Hetchy  Roads 
Rebuilding;  and  CUH977  -  Facilities  Maintenance;  now,  therefore,  be  it 

RESOLVED,  That  this  Conunission  hereby  accepts  work  performed  by  Delta 
Construction  for  Hetch  Hetchy  Water  Enterprise  Program-funded  Contract  No.  HH-925,  Three- 
Year  Hetch  Hetchy  As-Needed  Paving,  for  a  total  contract  amount  of  $1,006,767,  and  with  a 
total  contract  duration  of  1095  consecutive  calendar  days;  and  authorizes  final  payment  to  the 
contractor. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  10,  2013. 


Secretary,  Public  Utilities  Commission 
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PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  13-0135 


WHEREAS,  Contract  No.  JOC-44,  Job  Order  Contract,  Micro-Local  Business  Enterprise 
(Micro-LBE)  Set  Aside,  General  Building  (B-License),  San  Francisco/Peninsula/East  Bay,  was 
advertised  on  June  4,  2013;  and 

WHEREAS,  The  not-to-exceed  amount  is  $1,000,000  with  a  guaranteed  minimum 
amount  of  $50,000  for  this  construction  contract  to  accomplish  general  building  construction 
work  for  all  San  Francisco  Public  Utilities  Commission  (SFPUC)  enterprises,  operations  and 
bureaus;  and 

WHEREAS,  The  contract  duration  is  two  years;  and 

WHEREAS,  The  Commission  authorizes  award  of  this  job  order  contract  for  work  to  be 
performed  under  future  task  orders  which  will  identify  the  scope  of  work,  cost  and  duration  of 
various  discrete  construction  activities.  No  task  order  will  be  issued  for  construction  requiring 
environmental  review,  excluding  those  eligible  for  statutory  or  categorical  exemption,  until  the 
Commission  has  been  given  the  opportunity  to  review  the  environmental  document  and  take 
action  if  deemed  appropriate.  The  work  under  this  job  order  contract  has  been  competitively  bid 
per  unit  price  and  this  contractor  is  the  lowest  responsible,  responsive  bidder  for  the  work  under 
these  subsequent  task  orders;  and 

WHEREAS,  Four  bids  were  received  and  opened  publicly  on  July  1 1, 2013;  and 

WHEREAS,  SFPUC  staff  review  of  the  bid  for  qualifications,  responsibility,  and 
responsiveness  resulted  in  the  establishment  of  GECMS,  Inc.  dba  Giron  Construction  as  the 
lowest,  qualified,  responsible,  and  responsive  bidder;  and 

WHEREAS,  The  Award  Criteria  Figure  from  Giron  Construction  was  1.1389;  and 

WHEREAS,  A  Contract  Monitoring  Division  (CMD)  subcontracting  goal  and  bid 
discount  do  not  apply  to  Micro-LBE  Set  Aside  Contracts;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  two  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible,  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Failure  to  reach  successful  agreement  on  contract  terms  and  conditions 
within  60  days  of  the  date  of  the  Commission  award  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible,  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funding  will  be  available  from  various  SFPUC  Enterprise  Funds  when  Task 
Orders  are  issued;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  Project  Manual  and 
Construction  Task  Catalog  ®  and  awards  Contract  No.  JOC-44,  Job  Order  Contract,  Micro-LBE 
Set  Aside,  General  Building  (B-License),  San  Francisco/Penmsula/East  Bay,  for  a  not-to-exceed 
amount  of  $1,000,000  with  minimum  guaranteed  amount  of  $50,000  to  the  lowest,  qualified, 
responsible,  and  responsive  bidder,  GECMS,  Inc.,  dba  Giron  Construction. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  10,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0136 


WHEREAS,  Construction  has  been  completed  for  Water  Enterprise,  Water  System 
Improvement  Program  (WSIP)-funded  Contract  No.  WD-2606,  Forest  Hill  Pump  Station 
Upgrade,  by  the  contractor,  NTK  Construction  Inc.;  and 

WHEREAS,  On  July  26,  2011,  by  Resolution  No.  11-0135,  this  Commission  awarded 
Contract  No.  WD-2606,  Forest  Hill  Pump  Station  Upgrade,  in  the  amount  of  $3,651,050,  to  the 
lowest,  qualified  responsible  and  responsive  bidder,  NTK  Construction  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  September  12, 
2011,  with  an  original  schedule  of  565  consecutive  calendar  days  and  the  contract  work  was 
completed  ui  565  consecutive  calendar  days  on  March  28,  2013;  and 

WHEREAS,  The  original  contract  amount  was  for  $3,651,050  and  the  origmal  contract 
duration  was  565  consecutive  calendar  days;  and 

WHEREAS,  Modification  Nos.  1  thru  4  were  issued  for  $144,465  to  address  unforeseen 
site  conditions,  and  various  additional  mechanical,  electrical,  and  instrumentation  and  controls 
changes,  increasing  the  contract  amount  to  $3,795,515;  and 

WHEREAS,  Modification  No.  5  (Final)  is  being  requested  for  ($258,310)  to  reconcile 
payment  items  to  reflect  actual  quantities  used  under  unit  price  and  allowance  bid  items, 
decreasing  the  contract  amount  to  $3,537,205;  and 

WHEREAS,  The  contractor  exceeded  the  established  Contract  Monitoring  Division 
subcontracting  goal  of  18%  Local  Business  Enterprise  (LBE)  participation,  by  utilizing  a  project 
total  LBE  participation  of  26.02%;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW32001,  Forest  Hill  Pump  Station 
Upgrade;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  for  Water 
Enterprise,  WSIP-funded  Contract  No.  WD-2606,  Forest  Hill  Pump  Station  Upgrade;  approves 
Modification  No.  5  (Final),  decreasing  the  contract  by  $258,310,  for  a  total  contract  amount  of 
$3,537,205;  and  authorizes  final  payment  to  the  contractor,  NTK  Construction  Inc. 

I  hereby  certify  that  the  foregoing  resoiution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  10,  2013. 

 f}^-hr\A  ■  \J4^A^  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  13-0137 


WHEREAS,  Construction  has  been  completed  for  Wastewater  Enterprise,  Renewal  and 
Replacement  (R&R)  Program-funded  Contract  No.  WW-446,  Southeast  Community  Center 
Facility  Disability  Access  Work  and  Deck  Improvements,  by  the  contractor,  CDX  Builders;  and 

WHEREAS,  On  December  11,  2007,  by  Resolution  No.  07-0199,  this  Commission 
awarded  Contract  No.  WW-446,  Southeast  Community  Center  Facility  Disability  Access  Work 
and  Deck  Improvements,  in  the  amount  of  $1,566,800,  to  the  lowest,  qualified  responsible  and 
responsive  bidder,  CDX  Builders;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  January  28, 
2008,  with  an  original  schedule  of  210  consecutive  calendar  days  and  the  contract  work  was 
completed  in  632  consecutive  calendar  days  on  October  20,  2009;  and 

WHEREAS,  The  original  contract  amount  was  for  $1,566,800  and  the  original  contract 
duration  was  210  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  was  issued  for  $90,248  for  additional  work  to  address 
changes  due  to  client's  request  and  unforeseen  actual  site  conditions,  increasing  the  contract 
amount  to  $1,657,048;  and 

WHEREAS,  Modification  No.  2  was  issued  for  $32,371  for  material  and  labor  costs  to 
install  a  new  camera  system  at  the  Southeast  Community  Facility  per  client's  request,  increasing 
the  contract  amount  to  $1,689,419;  and 

WHEREAS,  Modification  No.  3  was  issued  for  $2,314  for  costs  to  redesign  evacuation 
map  signage  at  the  Southeast  Community  Facility  to  comply  with  code  requirements  increasing 
the  contract  amount  to  $1,691,733;  and 

WHEREAS,  Modification  No.  4  (Final)  is  being  requested  for  ($75,000)  as  a  credit  for 
environmental  cleanup  and  restoration  costs  performed  by  a  third  party  contractor  at  the  request 
of  and  paid  by  the  City  at  the  Southeast  Community  Facility,  decreasing  the  contract  amount  to 
$1,616,733,  and  with  a  time  extension  of  422  consecutive  calendar  days  to  complete  all  contract 
work  for  a  total  contract  duration  of  632  consecutive  calendar  days;  and 

WHEREAS,  The  contractor  has  made  a  good  faith  effort  to  comply  with  the  Contract 
Monitoring  Division  subcontracting  goals  of  18.38%  Local  Business  Enterprise  submitted  for 
this  contract;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CENRNRS22840  -  Southeast 
Community  Center  Facility  Disability  Access  Work  and  Deck  Improvements;  now,  therefore,  be 
it 


RESOLVED,  That  this  Commission  hereby  accepts  work  performed  for  Wastewater 
Enterprise,  Renewal  and  Replacement  (R&R)  Program-funded  Contract  No.  WW-446,  Southeast 
Community  Center  Facility  Disability  Access  Work  and  Deck  Improvements,  approves 
Modification  No.  4  (Final),  decreasing  the  contract  by  $75,000.  for  a  total  contract  amount  of 
$1,616,733,  and  with  a  time  extension  of  422  consecutive  calendar  days  for  a  total  contract 
duration  of  632  consecutive  calendar  days;  and  authorizes  final  payment  to  the  contractor,  CDX 
Builders. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  10,  2013. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  13-0138 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  requires 
geotechnical  engineering  services  necessary  for  the  planning,  design,  and  construction  of  various 
City  projects;  and 

WHEREAS,  It  is  necessary  to  procure  the  services  of  qualified  geotechnical  engineering 
consultants  to  provide  specialized  as-needed  geotechnical  design  services  to  supplement  SPTUC 
and  other  City  staff;  and 

WHEREAS,  The  estimated  cost  of  services  is  $4,500,000  total;  and 

WHEREAS,  The  proposal  was  advertised  on  May  31, 2013;  and 

WHEREAS,  Services  are  anticipated  to  begin  in  September  2013  and  end  in  September 
2018  and  the  duration  of  this  agreement  is  five  (5)  years,  with  work  to  be  authorized  only  during 
the  first  three  years  of  this  contract;  and 

WHEREAS,  SFPUC  staff  and  Contract  Monitoring  Division  (CMD)  review  of  the 
selection  panel  evaluations  and  the  proposals  resulted  in  the  establishment  of  Geotechnical 
Consultants,  hic.  (GTC),  AGS,  Inc.  (AGS),  and  ARUP/Terra  JVas  the  three  highest  ranked 
consulting  firms;  and 

WHEREAS,  A  CMD  subconsulting  goal  of  15%  Local  Business  Enterprise  (LBE) 
participation  (of  the  total  value  of  services  to  be  provided)  has  been  established  for  this 
agreement;  and 

WHEREAS,  Failure  to  reach  successful  agreement  on  contract  terms  and  conditions 
within  30  days  of  the  date  of  the  Commission  award  may  result  in  award  of  the  contract  to  the 
next  highest  ranked  proposer,  or  re-advertising  and  re-selecting  consultants  at  the  discretion  of 
the  City;  and 

WHEREAS,  The  firms  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may,  in  the  General  Manager's  sole 
discretion,  result  in  award  of  the  agreement  to  the  next  highest  ranked  proposer,  or  re-advertising 
and  re-selectmg  consultants  at  the  discretion  of  the  City;  and 

WHEREAS,  The  Bureau  of  Environmental  Management  has  determined  approval  of  the 
proposed  contract  would  not  fall  within  the  definition  of  a  "project"  under  the  California 
Environmental  Quality  Act  (CEQA)  Guidelines  Section  15378  if  the  services  provided  under  this 
contract  do  not  involve  any  direct  or  indirect  physical  change  in  the  environment.  However, 
approval  of  individual  task  orders  under  this  contract  for  activities  such  as  geotechnical 
investigations  would  require  compliance  with  CEQA  prior  to  initiation  of  ground  disturbing 
activities;  and 


WHEREAS,  Funds  for  this  agreement  will  be  available  from  individual  projects;  now,  therefore, 
be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  selection  and  award  of 
Infrastructure  Division  Project-funded  Agreement  Nos.  CS-315A-G,  As-needed  Geotechnical 
Engmeering  Services,  to  Geotechnical  Consultants,  Inc.  (CS-315A),  AGS,  Inc.  (CS-315B),  and 
ARUP/Terra  JV  (CS-315C)  to  provide  specialized  geotechnical  engineering  services;  and 
authorizes  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  to  negotiate 
and  execute  three  professional  services  agreements  for  amounts  not-to-exceed  $1,500,000  each, 
for  a  cumulative  total  amount  of  $4,500,000,  and  with  a  duration  of  five  years  per  agreement  or, 
in  the  event  negotiations  are  not  successful  or  City  requirements  are  not  satisfied,  to  negotiate 
and  execute  a  professional  services  agreement  with  the  next  highest  ranked  proposer. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  10,  2013 


O/l&j'iriA  \ik)(^A^  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0139 


WHEREAS,  The  U.S.  Department  of  Defense  closed  the  Naval  Station  Treasure  Island 
(NSTI),  and  the  Navy  conveyed  portions  of  NSTI  to  the  Coast  Guard  and  to  the  U.S. 
Department  of  Labor,  and  retained  ownership  of  the  remainder  of  the  land  and  facilities.  In  1997, 
in  anticipation  of  an  agreement  on  the  conveyance  of  the  remainder  of  NSTI,  the  City  and 
County  of  San  Francisco  (City)  entered  into  a  Base  Caretaker  Cooperative  Agreement  with  the 
U.S.  Navy  to  provide  caretaker  services  (Caretaker  Cooperative  Agreement);  and 

WHEREAS,  In  1998,  and  in  every  subsequent  year  to  date,  the  Board  of  Supervisors 
authorized  the  Treasure  Island  Development  Authority  (TIDA),  a  non-profit  public  benefit 
corporation  created  by  die  City,  to  renew  the  Base  CaretaJcer  Cooperative  Agreement;  and 

WHEREAS,  Caretaker  responsibilities  generally  include  (1)  operation  and  maintenance 
(O&M)  services  for  all  the  existing  utility  systems  on  Treasure  Island/Yerba  Buena  Island 
(TIA^I),  (2)  grounds  and  street  maintenance  and  repair,  (3)  property  management,  and  (4) 
public  health,  security,  and  safety  services;  and 

WHEREAS,  TIDA  has  authority  through  the  Caretaker  Cooperative  Agreement,  and 
through  Master  Leases  from  the  Navy  for  certain  facilities  on  NSTI,  to  establish  charges  for 
certain  caretaker  services  through  its  subleases  and  other  agreements,  and  through  that 
mechanism  provides  compensation  to  the  SFPUC  for  utility  services  that  have  been  provided  to 
end  users  on  NSTI;  and 

WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  has  been 
providing  O&M  services  for  water,  wastewater,  electric  and  gas  existing  utility  systems  on 
TI/YBI  since  1997  as  requested  by  the  City  and  TIDA;  and 

WHEREAS,  Since  1998  TIDA  and  the  Navy  have  renewed  the  Caretaker  Cooperative 
Agreement  on  a  yearly  basis,  with  the  approval  of  the  Board  of  Supervisors  and  the  Mayor;  and 

WHEREAS,  The  current  term  of  the  Caretaker  Cooperative  Agreement  expires  on 
September  30,  2013,  and  TIDA  is  seeking  Board  of  Supervisors  approval  of  a  proposed 
extension  of  the  term  to  September  30, 2014;  and 

WHEREAS,  There  is  currently  no  formal  agreement  between  the  SFPUC  and  TIDA  to 
perform  O&M  services  for  the  existing  utility  systems  on  TI/YBI;  and 

WHEREAS,  The  proposed  Memorandum  of  Understanding  (MOU)  memorializes  the 
informal  arrangement  between  the  SFPUC  and  TIDA  whereby  SFPUC  has  provided  certain 
utility  services  on  NSTI  since  1997.  Because  the  MOU  does  not  contemplate  any  change  in  the 
existing  operation,  maintenance,  and  supply  of  utility  services,  authorizing  execution  of  the 
MOU  is  not  a  "Project"  subject  to  the  California  Environmental  Quality  Act  (CEQA)  under  the 
definition  set  forth  in  CEQA  Public  Resources  Code  Section  21065,  and  the  CEQA  Guidelines 
Section  15378;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  execute  the  Memorandum  of  Understanding  between 
the  Treasure  Island  Development  Authority  (TIDA)  and  the  SFPUC,  in  substantially  the  form  on 
file  with  the  Commission  Secretary,  to  provide  certain  utility  services  on  Naval  Station 
Treasure  Island  (NSTI)  during  the  current  term  of  the  Base  Caretaker  Cooperative  Agreement 
between  TIDA  and  the  Navy,  and  through  September  30,  2014,  provided  diat  the  Board  of 
Supervisors  approves  an  extension  of  the  Caretaker  Cooperative  Agreement  between  TIDA  and 
the  Navy. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  Its  meeting  of  September  lOf  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0140 


WHEREAS,  the  California  Safe  Drinking  Water  Act  of  1996  requires  a  public  water 
system  to  compare  drinking  water  quality  with  Public  Health  Goals  (PHGs)  and  submit  a  report 
(hereinafter  the  PHG  Report)  to  its  governing  body  every  three  years  if  one  or  more 
contaminants  exceed  the  applicable  PHG;  and 

WHEREAS,  hearings  on  PHG  reports  were  previously  held  triennially  since  1998;  and 

WHEREAS,  a  PHG  Report  covering  the  three-year  period  from  2010  to  2012  (hereinafter 
the  Reporting  Period)  was  submitted  to  the  Commission  on  June  24, 2013;  and 

WHEREAS,  during  the  Reporting  Period,  the  drinking  water  supplied  by  the  San 
Francisco  Water  System  (SFWS)  to  the  City  and  County  of  San  Francisco  met  all  enforceable 
drinking  water  standards  that  are  expressed  as  Maximum  Contaminant  Levels  (MCLs)  but 
exceeded  the  PHGs  for  aluminum,  arsenic,  total  cdliform,  lead,  radium-226,  and  radium-228; 
and 

WHEREAS,  the  detected  level  of  aluminum  above  the  PHG  of  600  ppb  ranged  from  768 
ppb  to  3,531  ppb  and  was  found  in  raw  water  samples  only;  and 

WHEREAS,  the  operations  staff  has  been  implementing  the  best  available  technology 
(BAT)  approved  by  the  California  Department  of  Public  Health  (CDPH)  at  the  local  water 
treatment  facilities  to  reduce  the  aluminum  level  in  the  treated  water,  and 

WHEREAS,  the  maximum  arsenic  level  of  3.5  ppb  was  below  the  MCL  of  10  ppb  but 
above  the  PHG  of  0.004  ppb,  and  was  detected  in  raw  water  samples  only;  and 

WHEREAS,  arsenic  has  been  proactively  being  monitored  in  raw  water  sources  and 
treated  water  supplies,  and  the  operations  staff  is  implementing  an  effective  watershed 
management  and  protection  programs  and  a  stringent  treatment  chemical  quality  control  program 
to  continue  characterizing  and  reducing  potential  arsenic  sources;  and 

WHEREAS,  the  maximum  monthly  occurrence  of  positive  total  coliform  bacteria 
samples  in  the  distribution  system  was  2.7%,  which  exceeded  the  healdi  goal  of  zero  for  total 
coliform  but  was  under  the  MCL  of  5.0%;  and 

WHEREAS,  flushing  and  cross-connection  control  programs  together  with  dismfectant 
residual  are  maintained  in  the  operations  of  the  distribution  system  to  minimize  microbiological 
contamination  of  the  treated  water  in  the  SFWS;  and 

WHEREAS,  in  the  2012  triennial  lead  and  copper  monitoring,  lead  was  not  detected  in 
the  distribution  system  water  but  some  residential  tap  water  samples  had  lead  levels  above  the 
PHG  of  0.2  ppb  due  to  corrosion  of  lead-containing  materials  in  household  plumbing;  and 


WHEREAS,  the  CDPH  has  determined  diat  the  SEWS  consistently  meets  lead 
regulations  and  that  its  corrosion  control  is  optimized;  and 

WHEREAS,  in  addition  to  its  optimized  corrosion  control  treatment,  the  SFWS  continues 
existing  public  outreach  and  lead  reduction  programs  including  education,  partnering  with  San 
Francisco  Department  of  Public  Health  in  lead-source  investigations,  offering  free  lead-tests  to 
enrollees  of  Women,  Infant  and  Child  Program,  legislative  supports,  procurement  of  lead-free 
compliant  plumbing  components,  and  replacing  all  178,000  meters;  and 

WHEREAS,  in  2011,  radium-226  was  detected  at  1.2  picocuries  per  liter  (pCi/L)  m  a 
treated  water  sample  and  radium-228  was  detected  m  both  treated  and  raw  water  samples  at 
levels  of  1.39  pCi/L  and  1.12  pCi/L,  respectively;  and  these  levels  are  below  die  combined  MCL 
but  above  their  corresponding  PHGs;  and 

WHEREAS,  the  SFWS  continues  monitoring  for  radium  to  identify  die  source  and  to 
establish  their  trends  in  raw  water  sources  and  treated  water  supplies;  and 

WHEREAS,  the  Commission  held  a  public  hearing  on  September  10,  2013  for  the 
purpose  of  accepting  and  responding  to  public  comments  on  the  PHG  Report;  now,  therefore  be 

it;  - 

RESOLVED,  the  Commission  directs  the  Water  Quality  Division  Director  to  send  a  letter 
to  CDPH  documenting  that  the  PHG  Report  was  prepared  and  that  a  public  hearing  was  held  for 
the  purpose  of  accepting  and  responding  to  public  comments  on  the  PHG  Report. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  September  10,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.:  13-0141 


WHEREAS,  On  September  10,  2013,  the  San  Francisco  Public  Utilities 
Commission  met  in  Executive  Session  to  consider  the  settlement  of  the  Unlitigated 
Claim  of  Bervyn  and  Marina  Simonian  ("Claimants")  arising  from  an  incident  on 
February  27,  2013,  when  a  16"  water  transmission  pipeline,  located  between  West 
Portal  Avenue  and  Wawona  Street,  ruptured  in  front  of  2733  15th  Avenue;  and 

WHEREAS,  Claimants  have  agreed  to  a  proposed  settlement  calling  for  the 
payment  of  $301 ,136.45  from  the  City  to  Claimants;  and 

WHEREAS,  In  consideration  for  the  proposed  settlement  payment.  Claimants 
have  agreed  to  provide  the  City  with  a  full  and  final  release  and  to  defend  and  indemnify 
the  City  for  all  third-party  claims  involving  Claimants  arising  from  the  February  27,  2013 
Wawona  Incident;  and 

WHEREAS,  The  Board  of  Supervisors,  by  Ordinance  No.  102-13  authorized 
litigated  or  unlitigated  claims  arising  out  of  the  February  27,  2013  Wawona  Incident  to 
be  settled  and  compromised  on  the  written  recommendation  of  the  San  Francisco 
Public  Utilities  Commission,  with  the  written  approval  of  the  City  Attorney,  for  settlement 
amounts  in  excess  of  $25,000;  and 

WHEREAS,  Upon  these  terms,  the  City  and  Claimants  have  tentatively  agreed  to 
settle  this  matter;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  recommends  the  settlement  of  the 
Unlitigated  Claim  of  Claimants,  with  the  City  paying  $301 ,136.45,  on  the  terms  set  forth 
in  the  Full  and  Final  Release  for  Claim  No.  14-00297  on  file  with  the  Commission 
Secretary. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  10,  2013. 


Secretary,  Public  Utilities  Commission 


San  Francisco 
Water  '  "^er 
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SAN  FRANCISCO  PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 
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AGENDA 
Tuesday,  September  24,  2013 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


Commissioners 

Art  Torres,  President 
Vince  Courtney,  Vice  President 
Ann  Moller  Caen 
Francesca  Vietor 
Anson  Moran 


Harlan  L.  Kelly,  Jr. 


For  information,  contact  tlie  Commission  Secretary  at  554-3165. 
Minutes  and  other  infonnation  are  available  on  the  SFPUC  web  site:  www.sfwater.orq 
Gavel-to-Gavel  coverage  available  at: 
http://sanfrancisco.qranicus.comA/iewPubiisher.phD7view  icl=22 


General  Manager 


Donna  Hood 

Secretary 


Disability  Access 


The  Public  Utilities  Commission  meeting  will  be  held  in  Room  400,  at  One  1  Dr.  Carlton  B.  Goodlett 
Place,  (400  Van  Ness  Avenue),  San  Francisco,  CA.  The  closest  accessible  BART  Station  is  the 
Civic  Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  Lines  serving  this 
location  are:  Muni  Metro  lines  J  Church,  K  Ingleside,  L  Taraval,  M  Oceanview,  N  Judah  and  T  Third 
at  Van  Ness  and  Civic  Center  Stations;  F  Market  Line;  and  bus  routes  19  Polk,  47  Van  Ness,  49 
Mission  Van  Ness,  5  Fulton,  6  Parnassus,  21  Hays,  9  San  Bruno,  9L  San  Bruno  Limited,  71  Haight 
Noriega  and  71 L  Noriega  Limited.  For  more  information  about  MUNI  accessible  services  call  (415) 
701 .4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been 
designated  on  the  Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility- 
impaired  persons.  There  is  accessible  parking  available  within  the  Civic  Center  Underground 
Parking  Garage  at  the  corner  of  McAllister  and  Polk  Streets,  and  within  the  Performing  Arts  Parking 
Garage  at  Grove  and  Franklin  Streets. 

To  obtain  a  disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain 
meeting  materials  in  alternative  format,  please  contact  Donna  Hood  at  (415)  554-3165,  or  by 
emailing  dhood@sfwater.orq.  Providing  at  least  72  hours  notice  will  help  to  ensure  availability. 

To  assist  the  City's  efforts  to  accommodate  persons  with  severe  allergies,  environmental  illnesses, 
multiple  chemical  sensitivity  or  related  disabilities,  attendees  at  public  meetings  are  reminded  that 
other  attendees  may  be  sensitive  to  various  chemical  based  products.  Please  help  the  City 
accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance 
(Chapter  67  of  the  San  Francisco  Administrative  Code) 

Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public. 
Commissions,  boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the 
people's  business.  This  ordinance  assures  that  deliberations  are  conducted  before  the  people  and 
that'City  operations  are  open  to  the  people's  review.  For  more  information  on  your  rights  under  the 
Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance,  contact  the  Sunshine  Ordinance  Task 
Force,  City  Hall,  Room  409, 1  Dr.  Carlton  B.  Goodlett  Place,  San  Francisco,  CA  94102-4683  at 
Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554-7854;  E-mail:  sotf@sfaov.ora.  Copies  of  the 
Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San  Francisco 
Public  Library  and  on  the  City's  website  at  www.sfaov.ora. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are 
prohibited  at  this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the  meeting 
room  of  any  person(s)  responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar 
sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements 

Individuals  and  entities  that  influence  or  attempt  to  influence  local  legislative  or  administrative  action 
may  be  required  by  the  San  Francisco  Lobbyist  Ordinance  [SF  Campaign  &  Governmental  Conduct 
Code  §2.100]  to  register  and  report  lobbying  activity.  For  more  information  about  the  Lobbyist 
Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van  Ness  Avenue,  Suite 
220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-31 12;  web  site  at 
www.sfaov.orq/ethics. 


ORDER  OF  BUSINESS: 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  Minutes  of  September  10,  2013 

4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within  the 
Commission's  jurisdiction  and  are  not  on  today's  agenda 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Draft  Outline  of  Water  Supply  Strategy 

d)  Biosolids  and  Grit  Hauling  Contract  Extension  Update 

6.  Other  Commission  Business 


7.  Report  of  the  General  Manager 

a)  Rim  Fire  Update  (Carlin) 

b)  Quarterly  Budget  Status  Report  (Rydstrom) 

8.  BAWSCA  Update  (Jensen) 

a)  Introduction  of  Nicole  Sandkulla  (Jensen) 

b)  Presentation  of  Resolution  Honoring  Art  Jensen  (Kelly,  Jr.) 


The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney 
where  applicable. 

Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
525  Golden  Gate  Avenue,  13'^  Floor,  San  Francisco,  CA  94102,  Telephone:  (415)  554- 
3165,  Fax:  (415)  554-3424. 

CONSENT  CALENDAR 

9.   All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by 
a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these 
items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which  event 
the  matter  will  be  removed  from  the  Calendar  and  considered  as  a  separate  item. 


^  a)    Approve  the  Water  Supply  Assessment  for  the  proposed  5M  Project,  pursuant 


o 
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to  the  State  of  California  Water  Code  Section  10910  etseq.  and  California 
Environmental  Quality  Act  (CEQA)  Section  21 151 .9  and  CEQA  Guidelines 
Section  15155.  (Ritchie) 


b)  Approve  the  selection  of  Invensys  Systems,  Inc.,  and  award  Agreement  No. 
.      CS-318,  Software  and  Equipment  Maintenance  for  Wastewater  Enterprise's 

n      Distributed  Control  Systems  (DCS),  to  provide  emergency  technical  support, 

system  maintenance  and  monitoring,  and  software  and  equipment  upgrades  for 
Wastewater  Enterprise's  DCS;  and  authorize  the  General  Manager  to  negotiate 
£2       and  execute  a  professional  services  agreement  with  Invensys  Systems,  Inc.,  for 
an  amount  not-to-exceed  $1,421,422,  and  with  a  duration  of  five  years. 

(Moala) 

c)  Approve  Modification  No.  1  to  JOC-41 ,  General  Engineering  (A-License)  for 
San  Francisco/Peninsula/East  Bay  to  Hetch  Hetchy,  with  Verba  Buena 

eo        Engineering  and  Construction,  Inc.,  to  perform  general  engineering  and 

construction  tasks  for  all  SFPUC  Enterprise  Operations  and  Bureaus,  increasing 
the  contract  by  $2,500,000,  for  a  total  contract  amount  of  $7,500,000,  and  with 
CO       a  time  extension  of  730  consecutive  calendar  days  for  a  total  contract 

duration  of  1825  consecutive  calendar  days,  as  allowed  for  JOC  contracts  under 
the  San  Francisco  Administrative  Code.  (Cruz) 

d)  Adopt  Findings  pursuant  to  the  California  Environmental  Quality  Act; 
Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2685, 

:^      <t»  Auxiliary  Water  Supply  System  Reservoir  and  Tanks  Improvement,  in  the 
amount  of  $8,469,000,  to  the  lowest,  qualified,  responsible  and  responsive 
.  ^  bidder,  Cal  State  Constructors,  Inc.,  to  construct  various  structural,  architectural, 
mechanical,  electrical  and  Instrumentation  and  Control  system  improvements  at 
^  Jones  Street  Tank,  Ashbury  Heights  Tank,  and  Twin  Peaks  Reservoir  facilities. 

(Cruz) 


e)    Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2696, 

Auxiliary  Water  Supply  System  -  New  Cisterns  B,  in  the  amount  of  $3,973,300, 

^  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Azul  Works,  Inc.,  to 
^  construct  five  new  Auxiliary  Water  Supply  System  buried  concrete  cisterns  at  the 
<=>  following  locations:  Cashmere  Street  and  Hudson  Avenue,  Colby  Street  and 
^  Silver  Avenue,  Holyoke  Street  and  Silliman  Street,  Geneva  Avenue  and  Paris 
Street,  and  Geneva  Avenue  and  Moscow  Street.  (Cruz) 


REGULAR  BUSINESS 


10.  Authorize  the  General  Manager  to  enter  into  agreements  with  Commercial 
Paper  Dealers  for  the  Water  Enterprise  Commercial  Paper  Program  with  a 
combined  authorization  of  $500  million.  The  respondents,  Barclays  Capital  Inc., 

;5    J. P.  Morgan  Securities  LLC,  U.S.  Bancorp  Investments  Inc.  and  Merrill  Lynch 


Pierce,  Fenner  &  Smith  Incorporated,  were  the  lowest  cost,  responsive  and 
responsible  bidders  to  the  SFPUC's  competitive  Request  for  Proposal  process.  The 
proposed  agreements,  which  reflect  29%  in  cost  savings  compared  to  the  current 
agreements,  include  combined  annual  costs  not-to-exceed  $250,000  and  for  a 
duration  of  3  years,  with  two  additional  extension  periods  of  one  year  each.  The 
General  Manager  is  further  authorized  to  select  the  next  lowest  cost,  responsive 
and  responsible  bidder  should  the  selected  firm(s)  be  unable  to  meet  City 
contracting  requirements  or  if  negotiations  are  otherwise  not  successful. 

(Rydstrom) 

1 1 .  Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 

12.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

"V 

CLOSED  SESSION 

The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

13.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10(d)(1) 

(O'Neil) 

Existing  Litigation: 

Walsh  V.  City  and  County  of  San  Francisco 
Alameda  County  Superior  Court  No.  RG  1160618 
City  Attorney  File  Number:  120833 
Date  filed:  November  29,  201 1 

14.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)  (1) 

(O'Neil) 

Existing  Litigation: 

l\/lark  Pear  and  Matt  Pear  v.  City  and  County  of  San  Francisco 

Santa  Clara  Superior  Court  Case  No.  1-12-CVC-227801 

City  Attorney  File  Number:  130094  ^ 

Date  Filed:  July  5,  2012 

15.  Proposed  Settlement  of  Existing  Claim  (Rothschild) 

Duffy 

City  Attorney  Claim  No.  14-00449 
^    Filed:  August  22,  2013 

Matehal  terms  of  the  proposed  settlement  of  the  claim  arising  from  a  water  main 
'H    break  in  the  vicinity  of  1 5*^  Ave  and  Wawona  are  as  follows: 
^    Payment  of  $43,021 .05  in  exchange  for  a  full  and  final  release  of  all  liability. 


1 6.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(d)(4)  and  San  Francisco  Administrative  Code  Section  67.10(d)(2) 

(Mueller) 

Anticipated  Litigation  as  Plaintiff 

17.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(d)(4)  and  San  Francisco  Administrative  Code  section  67.10(d)(2) 

(Milstein) 

Anticipated  litigation  as  Plaintiff 

1 8.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1) 

(Ambrose) 

Existing  Litigation: 

Zeno  Zimmerman  v.  City  and  County  of  San  Francisco 
San  Francisco  Superior  Court  Case  No.:  CGC-1 1-516360 
City  Attorney  File  No.  120697 
Date  Filed  December  6,  201 1 


CO 


19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1). 

(Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529309 

City  Attorney  File  No.  0000657/Date  Filed  March  6,  2013:  Served  June  6,  2013 

20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1). 

(Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.  CGC-1 3-529310 
City  Attorney  File  No.  0000657/Date  Filed  June  6,  2013 

21 .  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1). 

(Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 
Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 
Case  No.:  A127554/Date  Filed:  January  29,  2010 


22.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 

Section  54957  and  San  Francisco  Administrative  Code  67.10(a).  (Barrett) 
Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 
and  Power  Systems. 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

23.  Announcement  following  Closed  Session. 

24.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

25.  Other  new  business. 
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1.  Call  to  Order 

Vice  President  Courtney  called  the  meeting  to  order  at  1 :46  PM. 

2.  Roll  Call 

Present:  Courtney,  Caen  and  Moran 
Excused:  Torres  and  Vietor 

3.  Approval  of  Minutes  of  September  10,  2013 
On  Motion: 

AYES:  Courtney,  Caen  and  Moran 

A.  Public  Comments 

•  Ann  Clark,  Tuolumne  River  Trust  and  Friends  of  Camp  Mather,  provided 
information  on  a  fundraiser  for  Tuolumne  River  Trust's  River  Restoration  and  Rim 
Fire  Recovery.  She  noted  that  Friends  of  Camp  Mather  will  be  holding  a 
fundraiser  in  January  to  assist  with  fire  damage  costs.  She  thanked  SFPUC  staff 
and  the  fire  fighters  for  their  work.  She  provided  a  list  of  upcoming  environment 
and  natural  resources  forums  at  the  Commonwealth  Club. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Draft  Outline  of  Water  Supply  Strategy 

d)  Biosolids  and  Grit  Hauling  Contract  Extension  Update 

Commissioner  Moran  asked  that  Item  5c,  Water  Supply  Strategy,  be  placed  on  the 
October  8,  2013  meeting  agenda  as  a  discussion  item. 

Public  Comments 
None. 

6.  Other  Commission  Business 
None. 

7.  Report  of  the  General  Manager 
a)  Rim  Fire  Update 

General  Manager  Kelly,  Jr,  stated  that  staff  will  continue  to  provide  Rim  Fire 
updates.  He  indicated  that  the  SFPUC  is  working  with  other  agencies  to 
coordinate  recovery  efforts. 

Deputy  General  Manager  Michael  Carlin  provided  a  status  update  on  the  Rim 
Fire.  He  reviewed  a  summary  of  the  fire,  indicating  that  257,000  have  been 
burned  and  that  the  fire  is  84  percent  contained,  with  full  containment  expected 
by  November  f^.  He  stated  that  there  is  continued  delivery  of  high  quality  water 
and  power  to  all  customers;  that  assessment,  restoration  and  recovery  phases 
continue;  that  staff  is  coordinating  with  the  Burn  Area  Emergency  Response 
team  (BAER);  and  that  a  consultant  has  been  hired  to  conduct  a  natural 
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resources  impact  assessment.  Mr  Carlin  provided  photos  of  and  briefly 
discussed  of  affected  areas:  Hetcfi  IHetchy  Reservoir;  O'Shaughnessy  Dam; 
Hetch  Hetchy  Road;  IHolm  Powerhouse;  Mather  Main  Line  Pole  (repair);  Holm 
Powerhouse;  and  Cherry  Ridge  line  tree  felling  and  clearing. 

Mr  Carlin  discussed  three  phases  of  the  BAER/SFPUC  rehabilitation  efforts:  fire 
suppression  repair:  emergency  stabilization-burned  area  emergency  response; 
and  long-term  recovery  and  restoration.  Mr  Carlin  briefly  discussed  assessment 
recovery  activities. 

Commissioner  Moran  asked  what  facilities  in  early  intake  were  impacted.  Mr 
Carlin  replied  that  two  houses  and  the  distribution  lines  within  early  intake  were 
lost,  that  there  could  be  issues  slope  stabilization  issues  behind  the  intake 
switchyard,  and  that  contractors  lost  equipment. 

Mr  Todd  Rydstrom,  Assistant  General  Manager  and  CFO,  provided  a  summary 
of  the  recovery  activities,  noting  some  losses  will  be  covered  through  property 
insurance  coverage.  He  stated  that  costs  are  being  tracked  to  ensure 
maximization  of  State  and  FEMA  Disaster  Assisting  funding.  He  noted  that  the 
timing  of  fall  rains  and  winter  snowfall  create  continued  emergency.  He  stated 
that  state/federal  reimbursement  and  processes  can  take  more  than  one  year; 
with  insurance  reimbursements  taking  about  30  days. 

Mr  Rydstrom  provided  current  estimated  damage  costs,  which  total  around 
$40M,  some  of  which  could  be  eligible  for  insurance  reimbursement.  Mr 
Rydstrom  reviewed  the  emergency  and  permanent  work  to  be  done. 

Mr  Rydstrom  stated  that  updates  still  to  come  before  the  Commission  will  be  on 
BAER  team  report  with  SFPUC  implementation  plans;  assessment  and  cost 
recovery;  consolidated  assessment  plan  and  project  schedule;  and  funding 
options. 

Commissioner  Moran  asked  if  there  was  economic  value  from  salvaged  timber 
Mr  Carlin  stated  that  the  SFPUC  has  signed  an  agreement  with  the  U.  S.  Forest 
Service  and  will  provide  an  estimate  when  it  is  available. 

In  response  to  a  question  from  Commissioner  Caen  as  to  where  the  funds  for  the 
$40M  damage  costs  would  come  from,  Mr  Rydstrom  stated  that  first  funds  would 
come  from  insurance,  followed  by  utilizing  existing  reserves  and  appropriations, 
and  temporary  borrowing  from  them,  without  delaying  or  adding  cost  escalation 
to  other  projects. 

Commissioner  Caen  asked  what  could  be  done  to  avoid  erosion.  Mr  Carlin 
stated  that  slope  stabilization  will  take  place  to  protect  roads,  but  that  there  is 
concern  over  burnt  soil,  which  the  Federal  assessment  team  will  be  evaluating. 
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b)  Quarterly  Budget  Status  Report 

Mr.  Rydstrom  provided  a  FY  2012-13  Year-End  Budget  Report  (Pre-Audit).  He 
stated  that  water  use  and  sales  were  higher  than  was  assumed  in  the  budget, 
with  retail  sales  five  percent  higher,  and  wholesale  sales  6.7  percent  higher.  He 
discussed  key  budgetary  variances  in  the  Water,  Wastewater  and  Power 
Enterprises,  stating  each  ended  the  year  in  good  condition,  with  reserves 
exceeding  $31 3M  in  Water,  $80M  in  Wastewater  and  $52M  in  Hetch  Hetchy. 

Mr.  Rydstrom  discussed  key  reserve  ratios,  noting  that  debt  service  coverage 
exceeds  1.25x  the  requirement.  In  response  to  a  question  from  Commissioner 
Caen,  Mr.  Rydstrom  stated  that  the  debt  service  ratio  for  Water  is  3.9x; 
Wastewater  is  3.4x,  and  Power  is  61  x,  this  due  to  outstanding  clean  renewable 
energy  bonds. 

Public  Comments 
None. 

8.  BAWSCA  Update 

a)  Introduction  of  Nicole  Sandkulla 

Mr.  Art  Jensen,  BAWSCA  GM,  upon  his  pending  retirement,  thanl<ed  the 
Commission  for  the  opportunity  to  worl<  with  them,  past  and  present.  He  thanked 
past  SFPUC  general  managers  with  whom  he  worthed,  l-ie  stated  that  he  began 
worl<ing  with  SFPUC  staff  in  1976  and  recalled  his  career  path,  l-le  stated  he  was 
enjoyed  working  with  BAWSCA  staff,  board,  and  the  wholesale  customers. 

Mr  Jensen  then  introduced  Ms.  Nicole  Sandkulla  who  will  replace  him  as 
General  Manager  He  indicated  she  has  been  with  BAWSCA  for  the  past  14 
years,  and  provided  a  brief  summary  of  her  background. 

Ms.  Sandkulla  stated  she  is  thankful  for  the  opportunity  and  looks  fonA/ard  to  her 
new  role.  She  stated  she  enjoys  working  with  the  SFPUC  and  staff  and  is  excited 
to  begin  her  new  working  relationship  with  the  SFPUC. 

b)  Presentation  of  Resolution  Honoring  Art  Jensen 

GM  Kelly  congratulated  Ms.  Sandkulla  and  proceeded  to  read  Mr  Jensen's 
Resolution  aloud.  The  Commission  formally  presented  the  resolution  to  Mr 
Jensen. 

Commissioner  Caen  provided  her  thought  on  16  years  of  working  with  Mr 
Jensen  and  said  he  will  be  missed. 

Commissioner  Moran  stated  he  has  been  a  professional  colleague  and  friend  for 
many  years.  He  stated  that  Art  created  a  great  organization  and  that  he  got  the 
job  done. 
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Public  Comments 
None. 

CONSENT  CALENDAR 

9.    Consent  Calendar 

a)  Approve  the  Water  Supply  Assessment  for  the  proposed  5M  Project,  pursuant  to 
the  State  of  California  Water  Code  Section  10910  et  sep.  and  California 
Environmental  Quality  Act  (CEQA)  Section  21151.9  and  CEQA  Guidelines 
Section  15155.  (Resolution  13-0149) 

b)  Approve  the  selection  of  Invensys  Systems.  Inc.,  and  award  Agreement  No.  CS- 
318.  Software  and  Equipment  Maintenance  for  Wastewater  Enterprise's 
Distributed  Control  Systems  (DCS),  to  provide  emergency  technical  support, 
system  maintenance  and  monitoring,  and  software  and  equipment  upgrades  for 
Wastewater  Enterprise's  DCS:  and  authorize  the  General  Manager  to  negotiate 
and  execute  a  professional  services  agreement  with  Invensys  Systems.  Inc..  for 
an  amount  not-to-exceed  $1,421.422.  and  with  a  duration  of  five  years. 
(Resolution  13-0142) 

c)  Approve  Modification  No.  1  to  JOC-41.  General  Engineering  (A-License)  for  San 
Francisco/Peninsula/East  Bay  to  Hetch  Hetchy,  with  Yerba  Buena  Engineering 
and  Construction.  Inc..  to  perform  general  engineering  and  construction  tasks  for 
all  SFPUC  Enterprise  Operations  and  Bureaus,  increasing  the  contract  by 
$2,500.000.  for  a  total  contract  amount  of  $7,500,000,  and  with  a  time  extension 
of  730  consecutive  calendar  days  for  a  total  contract  duration  of  1825 
consecutive  calendar  days,  as  allowed  for  JOC  contracts  under  the  San 
Francisco  Administrative  Code.  (Resolution  13-0143) 

d)  Adopt  Findings  pursuant  to  the  California  Environmental  Quality  Act:  Approve  the 
plans  and  specifications,  and  award  Contract  No.  WD-2685.  Auxiliary  Water 
Supply  System  Reservoir  and  Tanks  Improvement,  in  the  amount  of  $8,469.000. 
to  the  lowest,  gualified.  responsible  and  responsive  bidder.  Cal  State 
Constructors,  Inc..  to  construct  various  structural,  architectural,  mechanical, 
electrical  and  Instrumentation  and  Control  system  improvements  at  Jones  Street 
Tank,  Ashbury  Heights  Tank,  and  Twin  Peaks  Reservoir  facilities.  (Resolution 
13-0144) 

e)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WD-2696. 
Auxiliary  Water  Supply  System  -  New  Cisterns  B,  in  the  amount  of  $3,973.300, 
to  the  lowest,  gualified,  responsible  and  responsive  bidder.  Azul  Works,  Inc..  to 
construct  five  new  Auxiliary  Water  Supply  System  buried  concrete  cisterns  at  the 
following  locations:  Cashmere  Street  and  Hudson  Avenue.  Colby  Street  and 
Silver  Avenue.  Holvoke  Street  and  Silliman  Street.  Geneva  Avenue  and  Paris 
Street,  and  Geneva  Avenue  and  Moscow  Street.  (Resolution  13-0145) 
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Public  Comments 
None. 

10.  Authorize  the  General  Manager  to  enter  into  agreements  with  Commercial  Paper 
Dealers  for  the  Water  Enterprise  Commercial  Paper  Program  with  a  combined 
authorization  of  $500  million.  The  respondents,  Barclays  Capital  Inc..  J. P.  Morgan 
Securities  LLC.  U.S.  Bancorp  Investments  Inc.  and  Merrill  Lynch  Pierce.  Fenner& 
Smith  Incorporated,  were  the  lowest  cost,  responsive  and  responsible  bidders  to 
the  SFPUC's  competitive  Reguest  for  Proposal  process.  The  proposed 
agreements,  which  reflect  29%  in  cost  savings  compared  to  the  current 
agreements,  include  combined  annual  costs  not-to-exceed  $250,000  and  for  a 
duration  of  3  years,  with  two  additional  extension  periods  of  one  year  each.  The 
General  Manager  is  further  authorized  to  select  the  next  lowest  cost,  responsive 
and  responsible  bidder  should  the  selected  firm(s)  be  unable  to  meet  City 
contracting  reguirements  or  if  negotiations  are  otherwise  not  successful. 
(Resolution  13-0146) 

Mr.  Rydstrom  thanked  Mr.  Charles  Perl,  Deputy  CFO,  for  his  work  on  the  Renewal 
Program  and  provided  a  brief  summary  of  the  Program. 

Public  Comments 
None. 

On  Motion: 

AYES:  Courtney,  Caen  and  Moran 

11.  Public  Comments  on  matters  to  be  discussed  in  Closed  Session 
None. 

12.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

On  Motion  TO  ASSERT 

AYES:  AYES:  Courtney,  Caen  and  Moran 

CLOSED  SESSION 

The  Commission  entered  closed  session  at  2:33  PM. 

13.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10(d)(1) 
Existing  Litigation: 

Walsh  V.  City  and  County  of  San  Francisco 
Alameda  County  Superior  Court  No.  RG  1160618 
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City  Attorney  File  Number:  120833 
Date  filed:  November  29,  201 1 


14.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1) 
Existing  Litigation; 

Mark  Pear  and  Matt  Pear  v.  City  and  County  of  San  Francisco 
Santa  Clara  Superior  Court  Case  No.  1-12-CVC-227801 
City  Attorney  File  Number:  130094 
Date  Filed:  July  5,  2012 

15.  Proposed  Settlement  of  Existing  Claim 

Duffy 

City  Attorney  Claim  No.  14-00449 
Filed:  August  22,  2013 

Material  terms  of  the  proposed  settlement  of  the  claim  arising  from  a  water  main 
break  in  the  vicinity  of  15'^  Ave  and  Wawona  are  as  follows: 
Payment  of  $43,021 .05  in  exchange  for  a  full  and  final  release  of  all  liability. 
(Resolution  13-0147) 

16.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9(d)(4)  and  San  Francisco  Administrative  Code  Section  67.10(d)(2) 

Anticipated  Litigation  as  Plaintiff 

17.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9(d)(4)  and  San  Francisco  Administrative  Code  section  67.10(d)(2) 

Anticipated  litigation  as  Plaintiff 

18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9  (d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1) 

Existing  Litigation: 

Zeno  Zimmerman  v.  City  and  County  of  San  Francisco 
San  Francisco  Superior  Court  Case  No.:  CGC-1 1-516360 
City  Attorney  File  No.  120697 
Date  Filed  December  6,  201 1 
(Resolution  13-0148) 

19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1). 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529309 

City  Attorney  File  No.  0000657/Date  Filed  March  6,  2013:  Served  June  6,  2013 

20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1).   
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Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.  CGC-1 3-529310 
City  Attorney  File  No.  0000657/Date  Filed  June  6,  2013 

21.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1). 

Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A127554/Date  Filed:  January  29,  2010 

22.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 
Section  54957  and  San  Francisco  Administrative  Code  67.10(a). 

Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 
and  Power  Systems. 

The  Commission  returned  from  Closed  Session  at  3:11  PM. 

23.  Announcement  following  Closed  Session. 

Vice  President  Courtney  announced  ttiat  the  Commission  reached  settlement  on 
items  15  (Duffy)  and  18  (Zimmerman). 

24.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 
On  Motion  NOT  TO  DISCLOSE: 

AYES:  Courtney,  Caen  and  Moran 

25.  Other  new  business 
None. 

Vice  President  Courtney  adjourned  the  meeting  at  3:13  PM. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  13-0142 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission's  (SFPUC)  Wastewater 
Enterprise  (WWE)  relies  on  the  distributed  control  systems  (DCS)  to  manage  its  processes  and 
mauitam  compliance  with  State  issued  regulatory  permits;  and 

WHEREAS,  It  is  necessary  to  procure  the  services  of  Invensys  Systems,  Inc.  to  continue 
providing  maintenance  and  support  of  their  proprietary  software  and  hardware  modules  to 
facilitate  the  operation  of  wastewater  facilities;  and 

WHEREAS,  The  estimated  cost  of  services  is  $1,421,422;  and 

on.o  '^^^^S'  Services  are  anticipated  to  begin  in  November  2013  and  end  in  November 
2018  and  the  duration  of  this  agreement  is  five  (5)  consecutive  years;  and 

WHEREAS,  A  Sole  Source  waiver  was  approved  by  the  Office  of  Contract 
Administration  on  June  27,  2013;  and 

WHEREAS.  Pursuant  to  Chapter  14B.8  of  the  San  Francisco  Administrative  Code,  the  Local 
Business  Enterprise  (LBE)  subcontracting  goals  have  been  waived  for  this  project;  and 

WHEREAS,  Funds  for  this  agreement  will  be  available  at  the  time  of  award  of  the 
agreement  from  Wastewater  Enterprise's  Operating  Funds;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  selection  of  Invensys  Systems 
Inc.;  awards  Agreement  No.  CS-318,  Software  and  Equipment  Maintenance  for  Wastewate^ 
Enterprise  s  Distributed  Control  Systems,  to  provide  emergency  technical  support;  system 
maintenance  and  monitoring;  software  and  equipment  upgrades  for  Wastewater  Enterprise's 
DCS;  and  authonzes  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  to 
negotiate  and  execute  a  professional  services  agreement  with  Invensys  Systems  Inc  for  an 
amount  not-to-exceed  S 1 ,42 1 ,422,  and  with  a  duration  of  five  (5)  years. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  24,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  13-0143 


WHEREAS,  On  October  9,  2012,  per  Resolution  No.  12-0177,  this  Commission  approved  the 
award  of  Contract  No.  JOC-41,  Job  Order  Contract  (JOC),  General  Engineering  (A-License),  San 
Francisco/Peninsula/East  Bay/Hetch  Hetchy  to  Verba  Buena  Engineering  and  Constniction,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  for  November  27,  2012; 

and 

WHEREAS,  The  original  contract  amount  was  for  $5,000,000  and  the  original  contract 
duration  was  1095  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.l  is  being  requested  to  increase  die  contract  amount  by 
$2,500,000,  for  a  total  contract  value  of  $7,500,000,  and  extending  the  contract  duration  730 
consecutive  calendar  days,  for  a  total  duration  of  1825  consecutive  calendar  days;  and 

WHEREAS,  Contract  Monitoring  Division  subcontracting  goal  of  20%  Local  Business 
Enterprise  (LBE)  participation  was  originally  established  for  this  construction  contract;  and  as  of 
August  28,  2013,  the  contractor  has  utilized  an  LBE  participation  of  29.42%  (including  pending  task 
orders);  and 

WHEREAS,  Under  the  delegation  agreement  between  the  San  Francisco  Planning  Department 
and  the  SFPUC,  the  Bureau  of  Environmental  Management  determined  the  activities  that  were 
previously  authorized  under  the  subject  contract  did  not  meet  the  definition  of  a  "project"  under  the 
California  Environmental  Quality  Act  (CEQA),  and  CEQA  Guidelines  Section  15378,  specifically 
spot  sewer  repair  using  ultra-violet  technology  at  various  locations  throughout  the  City  (6/3/2013). 
Additionally,  the  domestic  hot  and  chilled  water  pipe  upgrade  at  the  Southeast  Water  Pollution  Control 
Plant  (12/11/2012),  miscellaneous  restoration  at  the  BDPL  5  (Bay  Division  Pipeline)  (2/19/2013), 
civil,  mechanical,  and  electrical  improvements  at  the  Lake  Merced  Boathouse  (3/5/2013),  and 
common  area  improvements  at  the  Southeast  Community  Facility  (7/22/2013)  were  determined  to  be 
categorically  exempt  from  CEQA.  For  future  task  orders  authorized  pursuant  to  JOC  41,  no  task  order 
will  be  issued  until  environmental  review  has  been  completed,  and,  excluding  those  task  orders 
determined  to  be  exempt  under  CEQA,  until  the  Commission  has  an  opportunity  to  review  the 
environmental  analysis  and  take  action  if  deemed  appropriate;  and 


WHEREAS,  Funds  are  available  from  SFPUC  Enterprise  funds;  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Modification  No.  1  to  Contract  No.  JOC- 
41,  Job  Order  Contract,  General  Engineering  (A-License),  San  Francisco/Peninsula/East  Bay/Hetch 
Hetchy,  to  Verba  Buena  Engineering  and  Construction,  Inc.,  for  continued  general  engineering 
construction  work  for  all  SFPUC  Operations  and  Bureaus,  increasing  the  contract  amount  by 
$2,500,000  for  a  total  contract  value  of  $7,500,000,  and  with  a  time  extension  of  730  consecutive 
calendar  days,  for  a  total  contract  duration  of  1825  consecutive  calendar  days. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  24,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  13-0144 


WHEREAS,  Earthquake  Safety  &  Emergency  Response  Bond  Program- funded  Contract 
No.  WD-2685,  Auxiliary  Water  Supply  System  Reservoir  and  Tanks  Improvement  (2013),  was 
advertised  on  May  23,  2013;  and 

WHEREAS,  The  baseline  budget  amount  is  $8,750,000  and  the  Engineer's  Estimate  is 
$8,750,400  for  this  construction  contract  work  to  construct  various  structural,  architectural, 
mechanical,  electrical  and  Instrumentation  and  Control  system  improvements  at  Jones  Street 
Tank,  Ashbury  Heights  Tank,  and  Twin  Peaks  Reservoir  facilities.;  and 

WHEREAS,  The  contract  duration  is  665  consecutive  calendar  days;  and 

WHEREAS,  On  December  10,  2009,  the  San  Francisco  Planning  Department  approved  a 
Mitigated  Negative  Declaration  (MND)  pursuant  to  the  California  Environmental  Quality  Act 
(CEQA)  for  the  project,  City  and  County  of  San  Francisco  Auxiliary  Water  Supply  System 
Seismic  Upgrade,  under  Planning  Department  Case  Number  20O9.0568E.  On  February  9,  2010, 
in  Resolution  #  47-10,  file  number  091457,  the  Board  of  Supervisors  adopted  the  following 
finding  based  on  the  MND  (CEQA  Finding),  in  taking  action  on  the  Project: 

'This  project  could  not  have  a  significant  effect  on  the  environment.  This  finding  is  based  upon 
the  criteria  of  the  Guidelines  of  the  State  Secretary  for  Resources,  Sections  15064  (Determining 
Significant  Effect),  15065  (Mandatory  Findings  of  Significance),  and  15070  (Decision  to  prepare 
a  Negative  Declaration),  and  the  following  reasons  as  documented  in  the  Initial  Evaluation 
(Initial  Study)  for  the  project,  which  is  attached.  Mitigation  measures  are  included  in  this  project 
to  avoid  potentially  significant  effects.  In  the  independent  judgment  of  the  Planning  Department, 
there  is  no  substantial  evidence  that  the  project  could  have  a  significant  effect  on  the 
environment;"  and 

WHEREAS,  Addendum  No.  1  to  the  MND  was  approved  by  the  San  Francisco  Planning 
Department  on  May  7,  2013.  This  Addendum  was  prepared  to  address  project  modifications.  The 
modifications  are  either  refinements  to  the  existing  design  in  order  to  improve  reliability; 
necessary  revisions  due  to  previously  unforeseen  site  conditions;  refinements  to  the  previous 
conceptual  design  that  were  determined  to  be  necessary  after  the  MND  was  published;  or 
changes  in  the  proposed  schedule.  These  project  modifications  are  hereinafter  referred  to  as  the 
modified  AWSS  Project,  hi  Addendum  No.  1  the  Planning  Department  concluded  that  the 
modified  AWSS  Project  is  within  the  scope  of  the  project  analyzed  in  the  MND  and  would  not 
cause  new  significant  impacts  that  were  not  identified  in  the  MND,  or  result  in  a  substantial 
increase  in  the  severity  of  previously  identified  significant  impacts,  and  therefore  no  new 
mitigation  measures  would  be  necessary  to  reduce  any  significant  impacts  (Additional  CEQA 
Finding).  Addendum  No.l  which  has  been  reviewed  and  considered  by  this  Commission,  is  on 
file  with  the  San  Francisco  Planning  Department,  and  is  incorporated  in  this  Resolution  by  this 
reference;  and 


WHEREAS,  Four  (4)  bids  were  received  and  opened  publicly  on  July  1 1,  2013;  and 


WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  Cal  State  Constructors,  Inc.  as 
the  lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  CMD  subcontracting  goal  of  21.5%  Local  Business  Enterprise 
participation  has  been  established  for  this  contract;  and 

WHEREAS,  The  finn  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  Nos.  CUWAWSAWOI  -  Jones  St.  Tank, 
CUWAWSAW02  -  Ashbury  Heights  Tank,  and  CUWAWSAW03  -  Twin  Peaks  Reservoir; 
now,  therefore,  be  it 

RESOLVED,  That  this  Commission  has  reviewed  and  considered  the  MND  and 
Addendum  No.  1.  The  Commission  hereby  adopts  the  CEQA  Finding  that  was  previously 
adopted  by  the  Board  of  Supervisors  in  its  Resolution  47-10,  and  adopts  the  mitigation  measures 
which  will  be  included  in  this  project.  The  Commission  also  reviewed  and  considered  the  CEQA 
Findings  contained  in  Addendum  No.  1,  and  this  Commission  hereby  adopts  the  Additional 
CEQA  Finding;  and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  plans  and 
specifications  and  awards  Earthquake  Safety  &  Emergency  Response  Bond  Program- funded 
Contract  No.  WD-2685,  Auxiliary  Water  Supply  System  Reservoir  and  Tanks  Improvement 
(2013),  in  the  amount  of  $8,469,000,  to  the  lowest,  qualified,  responsible  and  responsive  bidder, 
Cal  State  Constructors,  Inc. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  24,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  13-0145 


WHEREAS,  Earthquake  Safety  &  Emergency  Response  Bond  Program-funded  Contract 
No.  WD-2696,  Auxiliary  Water  Supply  System  (AWSS)  -  New  Cisterns  B,  was  advertised  on 
June  15,  2013;  and 

WHEREAS,  The  baseline  budget  amount  is  $4,200,000  and  the  Engineer's  Estimate  is 
$4,088,000  for  this  construction  contract  work  to  construct  five  (5)  new  AWSS  buried  concrete 
cisterns  at  Cashmere  Street  and  Hudson  Avenue,  Colby  Street  and  Silver  Avenue,  Holyoke 
Street  and  Silliman  Street,  Geneva  Avenue  and  Paris  Street,  and  Geneva  Avenue  and  Moscow 
Street;  and 

WHEREAS,  The  contract  duration  is  455  consecutive  calendar  days;  and 

WHEREAS,  On  September  27,  2012,  the  Planning  Department  determined  that  Project 
No.  CUWAWSAW07,  Cisterns  Construction  #2,  is  categorically  exempt  as  a  Class  1  Categorical 
Exemption  under  the  California  Environmental  Quality  Act  (CEQA)and  the  Planning 
Department  assigned  case  number  20I2.1219E.  The  Exemption  was  posted  on  the  Planning 
Department's  website  and  is  attached  herein. 

WHEREAS,  Seven  (7)  bids  were  received  and  opened  publicly  on  July  25,  2013;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  Azul  Works,  Inc.  as  the 
lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  CMD  subcontracting  goal  of  19.73%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract  and  the  contractor  committed  to  an  LBE 
participation  of  19.73%  with  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUWAWSAW07,  Cisterns 
Construction  #2;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and 
awards  Earthquake  Safety  &  Emergency  Response  Bond  Program-funded  Contract  No.  WD- 
2696,  AuxiUary  Water  Supply  System  -  New  Cisterns  B,  in  the  amount  of  $3,973,300,  to  the 
lowest,  qualified,  responsible  and  responsive  bidder,  Azul  Works,  Inc. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  24,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  13-0146 


WHEREAS,  on  November  5,  2002,  the  voters  of  the  City  and  County  of  San  Francisco 
(the  "City")  approved  Proposition  E,  which  among  other  things,  authorized  the  San  Francisco 
Pubhc  Utilities  Commission  (the  "Commission")  to  issue  indebtedness,  including  revenue  bonds, 
notes,  commercial  paper  or  other  forms  of  indebtedness,  when  authorized  by  ordinance  approved 
by  a  two-thirds  vote  of  the  Board  of  Supervisors  of  the  City  (the  "Board"),  for  the  purpose  of 
reconstructing,  replacing,  expanding,  repairing  or  improving  water  facilities  under  the 
jurisdiction  of  the  Commission  (the  "Water  Enterprise");  and 

WHEREAS,  pursuant  to  Article  V  of  Section  43  of  the  San  Francisco  Administrative 
Code,  as  it  may  be  amended  from  time  to  time  ("Article  V"),  the  Board  established  a  procedure 
pursuant  to  which  the  Commission  may  issue  short-term  indebtedness,  including  the  issuance  of 
commercial  paper  in  anticipation  of  the  issuance  of  its  revenue  bonds;  and 

WHEREAS,  pursuant  to  Ordinance  No.  189-09,  adopted  by  the  Board  on  August  4,  2009 
and  signed  by  the  Mayor  on  August  12,  2009,  pursuant  to  Ordinance  No.  89-10,  adopted  by  the 
Board  on  April  20,  2010  and  signed  by  the  Mayor  on  April  30,  2010,  pursuant  to  Ordmance  No. 
100-11,  adopted  by  the  Board  on  June  14,  201 1  and  signed  by  the  Mayor  on  June  20,  2011,  and 
pursuant  to  Ordinance  No.  113-12,  adopted  by  the  Board  on  June  12,  2012  and  signed  by  the 
Mayor  on  June  18,  2012,  (collectively  the  "Ordinances")  the  Board  has  authorized  the  issuance 
from  time  to  time  of  up  to  $3,260,531,157  of  additional  water  revenue  bonds  under  Proposition 
E;  and 

WHEREAS,  on  November  5,  2002,  the  voters  of  the  City  approved  Proposition  A,  which 
authorized  the  Commission  to  issue  indebtedness,  including  revenue  bonds,  notes,  commercial 
paper  or  other  forms  of  indebtedness,  when  authorized  by  resolution  by  the  Board  of  the  City,  for 
the  purpose  of  reconstructing,  replacing,  expanding,  repairing  or  improving  Water  Enterprise 
facilities  up  to  $1,628  billion;  and 

WHEREAS,  pursuant  to  Resolution  No.  03-0048  adopted  by  the  Commission  on  March 
25,  2003,  and  pursuant  to  Resolution  No.  300-03  adopted  by  the  Board  on  May  6,  2003,  the 
Commission  was  authorized  to  issue  up  to  $250  million  of  commercial  paper  notes  for  the 
purpose  of  financing  the  costs  of  improvements,  betterments  and  additions  of  capital 
improvements  for  the  Water  Enterprise  in  anticipation  of  the  issuance  of  revenue  bonds  to  be 
issued  pursuant  to  Proposition  A;  and 

WHEREAS,  pursuant  to  Resolution  No.  09-175,  adopted  by  this  Commission  on  October 
27,  2009,  this  Commission  authorized  the  issuance  of  commercial  paper  notes  ("CP  Notes")  in 
an  aggregate  principal  amount  of  $500  million,  which  includes  both  Proposition  A  authorized  CP 
Notes  and  Proposition  E  authorized  CP  Notes;  and 

WHEREAS,  pursuant  to  Resolution  No.  09-175,  the  Commission  was  authorized  to 
retain  the  services  of  CP  Note  dealers  pursuant  to  one  or  more  conmiercial  paper  dealer 
agreements  through  September  30,  2013;  and 

WHEREAS,  xhe  Commission  issued  a  request  for  bids  from  commercial  paper  dealers  on 
August  14,  2013  in  connection  with  the  issuance  and  sale  from  time  to  time  of  CP  Notes  (the 
"Dealer  RFP");  and 

WHEREAS,  the  proposed  forms  of  dealer  agreements,  one  for  Proposition  A  authorized 
CP  Notes  and  one  for  Propositions  E  authorized  CP  Notes  (collectively,  the  "Dealer 


Agreements")  have  been  presented  to  the  Commission  and  filed  with  the  Secretary,  and  the 
Commission  finds  it  in  its  best  interest  to  enter  into  such  agreements  with  one  or  more  qualified 
commercial  paper  dealers;  and  now  therefore  be  it 

RESOLVED  by  the  Public  Utilities  Commission  of  the  City  and  County  of  San 
Francisco,  as  follows: 

Section  I.  Approval  of  Dealer  Agreement.  The  Dealer  Agreements,  in  substantially  the 
forms  submitted  to  this  Commission,  are  hereby  approved  and  recommended  to  the  Director  of 
the  City's  Office  of  Public  Finance  (the  "Director")  for  approval  pursuant  to  Article  V.  The 
General  Manager  of  the  Commission  (the  "General  Manager")  or  his  or  her  designee  is 
authorized  and  directed  to  execute  and  deliver  one  or  more  of  Dealer  Agreements  in  substantially 
said  forms,  subject  to  such  additions  diereto  or  changes  therein  which  the  General  Manager, 
upon  consultation  with  the  City  Attorney  and  Director,  shall  approve,  such  approval  to  be 
conclusively  evidenced  by  the  execution  and  delivery  of  such  Dealer  Agreements,  provided  that 
the  Dealer  Agreements  are  awarded  to  one  or  more  qualified  commercial  paper  dealers  for  a 
period  not  to  exceed  three  years,  with  optional  annual  extensions  not  to  exceed  five  years  from 
the  commencement  date  of  the  initial  term  and  the  total  compensation  to  the  commercial  paper 
dealers  shall  not  exceed  an  aggregate  of  $250,000  per  year. 

Section  2.  Appointment  of  Commercial  Paper  Dealers;  Further  Actions.  The 
Commission  hereby  approves  the  selection  of  Barclays  Capital  Inc.,  J.P.  Morgan  Securities  LLC, 
U.S.  Bancorp  Investments  Inc.  and  Merrill  Lynch  Pierce,  Fenner  &  Smith  Incorporated  as 
commercial  paper  dealers  for  the  CP  Notes.  The  General  Manager  or  his  or  her  designee,  in 
consultation  with  the  City  Attorney  and  the  Director,  is  hereby  authorized  and  directed  to 
execute  such  other  agreements,  certifications  or  documents  and  to  take  any  and  all  necessary 
action  in  furtherance  of  the  marketing  and  sale  of  the  CP  Notes,  including  appropriate 
amendments  to  the  Offering  Memoranda  used  to  market  the  CP  Notes.  The  General  Manager  is 
further  authorized,  in  consultation  with  the  City  Attorney  and  the  Director,  to  execute  one  or 
more  Dealer  Agreement  authorized  hereunder  for  a  period  not  to  exceed  three  years,  with 
optional  annual  extensions  not  to  exceed  five  years  from  the  commencement  date  of  the  initial 
term,  so  long  as  the  total  compensation  to  the  commercial  paper  dealer(s)  shall  not  exceed  an 
aggregate  of  $250,000  per  year. 

Section  3.  Delegation.  The  General  Manager  is  authorized  to  delegate  any  of  the 
responsibilities  or  duties  set  forth  in  this  resolution  to  the  Assistant  General  Manager,  Business 
Services  and  Chief  Financial  Officer  of  the  Commission. 

Section  4.  Ratification.  All  actions  heretofore  taken  by  the  officials,  employees  and 
agents  of  the  Commission  with  respect  to  the  selection  of  the  commercial  paper  dealers  in 
connection  with  the  issuance  and  sale  from  time  to  time  of  the  CP  Notes  are  hereby  approved, 
confirmed  and  ratified. 

Effective  Date.  This  resolution  shall  take  effect  from  and  after  its  adoption. 

PASSED  AND  ADOPTED  on  September  24,  2013,  by  the  following  vote: 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  24,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.:  13-0147 

WHEREAS,  On  September  24,  2013,  the  San  Francisco  Public  Utilities 
Commission  met  In  Executive  Session  to  consider  the  settlement  of  the  Unlitigated 
Claim  of  Anne  R.  Duffy  ("Claimant"),  through  her  Attorney-in-Fact,  Alfred  J  Cleary 
arising  from  an  incident  on  February  27,  2013,  when  a  16"  water  transmission  pipeline 
located  between  West  Portal  Avenue  and  Wawona  Street,  ruptured  in  front  of  2733  15th 
Avenue;  and 

WHEREAS,  Claimant  has  agreed  to  a  proposed  settlement  calling  for  the 
payment  of  $43,021 .05  from  the  City  to  Claimant;  and 

WHEREAS,  In  consideration  for  the  proposed  settlement  payment.  Claimant  has 
agreed  to  provide  the  City  with  a  full  and  final  release  and  to  defend  and  indemnify  the 
City  for  all  third-party  claims  Involving  Claimant  arising  from  the  February  27  2013 
Wawona  Incident;  and 

WHEREAS,  The  Board  of  Supen/isors,  by  Ordinance  No.  102-13  authorized 
litigated  or  unlitigated  claims  arising  out  of  the  February  27,  2013  Wawona  Incident  to 
be  settled  and  compromised  on  the  written  recommendation  of  the  San  Francisco 
Public  Utilities  Commission,  with  the  written  approval  of  the  City  Attorney,  for  settlement 
amounts  in  excess  of  $25,000;  and 

WHEREAS,  Upon  these  terms,  the  City  and  Claimant  have  tentatively  agreed  to 
settle  this  matter;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  recommends  the  settlement  of  the 
Unlitigated  Claim  of  Claimants,  with  the  City  paying  $43,021.05,  on  the  terms  set  forth  in 
the  Full  and  Final  Release  for  Claim  No.  14-00449  on  file  with  the  Commission 
Secretary. 

/  hereby  certify  that  the  foregomg  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  24,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0149 


WHEREAS,  under  the  California  Environmental  Quality  Act  (CEQA)  and  State  Water 
Code  (Section  10910(g)(1)),  the  SFPUC  is  required  to  prepare  and  approve  a  Water  Supply 
Assessment  (WSA)  for  the  proposed  5M  Project's  cumulative  water  demands;  and 

WHEREAS,  a  WSA  is  an  informational  document  that  assesses  the  adequacy  of  water 
supplies  to  serve  a  project  and  is  required  to  be  prepared  as  part  of  the  CEQA  environmental 
review  process;  and 

WHEREAS,  as  an  informational  document,  approval  of  the  WSA  is  not  a  project  under 
CEQA  and  is  not  an  approval  of  the  5M  Project;  and 

WHEREAS,  a  WSA  must  be  approved  at  a  public  meeting  by  the  governing  body  of  the 
public  water  supplier  that  would  serve  the  project;  and 

WHEREAS;  the  SFPUC  staff  prepared  a  WSA  for  the  5M  Project,  which  concluded  that 
the  SFPUC  has  adequate  water  supplies  to  meet  the  Project's  water  demands  through  2035;  now, 
therefore,  be  it 

RESOLVED,  this  Commission  approves  the  Water  Supply  Assessment  for  the  5M 
Project,  on  file  with  the  Commission  Secretary,  pursuant  to  the  State  of  California  Water  Code 
10910(g). 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  September  24,  2013. 


Secretary,  Public  Utilities  Commission 


San  Francisco 
Water  Sewer 

Services  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  public  Utilities  Commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 

AGENDA 
Tuesday,  Octobers,  2013 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


Commissioners 

Art  Torres,  President 
Vince  Courtney,  Vice  President 
Ann  Moller  Caen 
Francesca  Vietor 
Anson  Moran 


Harlan  L.  Kelly,  Jr. 

General  Manager 

Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  wvvw.sfwater.orq 
Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.qranicus.comA/iewPublisher.php7view  id=22 


Disability  Access:  The  Public  Utilities  Commission  meeting  will  be  held  in  Room  400,  at  One  1  Dr.  Carlton  B. 
Goodlett  Place,  (400  Van  Ness  Avenue),  San  Francisco,  CA.  The  closest  accessible  BART  Station  is  the  Civic 
Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  Lines  serving  this  location  are: 
Muni  Metro  lines  J  Church,  K  Ingleside,  L  Taraval,  M  Oceanview,  N  Judah  and  T  Third  at  Van  Ness  and  Civic 
Center  Stations;  F  Market  Line;  and  bus  routes  19  Polk,  47  Van  Ness,  49  Mission  Van  Ness,  5  Fulton,  6 
Parnassus,  21  Hays,  9  San  Bruno,  9L  San  Bruno  Limited,  71  Haight  Noriega  and  71 L  Noriega  Limited.  For 
more  information  about  MUNI  accessible  services  call  (415)  701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the 
Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility-impaired  persons.  There  is 
accessible  parking  available  within  the  Civic  Center  Underground  Parking  Garage  at  the  corner  of  McAllister 
and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets.  To  obtain  a 
disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting  materials  in 
alternative  format,  please  contact  Donna  Hood  at  (415)  554-3165,  or  by  emailing  dhood@sfwater.orq. 
Providing  at  least  72  hours  notice  will  help  to  ensure  availability.  To  assist  the  City's  efforts  to  accommodate 
persons  with  severe  allergies,  environmental  illnesses,  multiple  chemical  sensitivity  or  related  disabilities, 
attendees  at  public  meetings  are  reminded  that  other  attendees  may  be  sensitive  to  various  chemical  based 
products.  Please  help  the  City  accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance  (Chapter  67  of  the  San  Francisco  Administrative 
Code):  Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public.  Commissions, 
boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the  people's  business.  This 
ordinance  assures  that  deliberations  are  conducted  before  the  people  and  that  City  operations  are  open  to  the 
people's  review.  Members  of  the  public  are  not  required  to  provide  personal  identifying  information  when  they 
communicate  with  the  Commission  or  the  Department.  All  written  or  oral  communications,  including  submitted 
personal  contact  information,  may  be  made  available  to  the  public  for  inspection  and  copying  upon  request  and 
may  appear  on  the  Department's  website  or  in  other  public  documents 

For  more  information  on  your  rights  under  the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance, 
contact  the  Sunshine  Ordinance  Task  Force,  City  Hall,  Room  409,  1  Dr.  Carlton  B.  Goodlett  Place,  San 
Francisco,  CA  94102-4683  at  Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554-7854;  E-mail:  sotf(a!sfqov.orq. 
Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San 
Francisco  Public  Library  and  on  the  City's  website  at  www.sfqov.orq. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited  at 
this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the  meeting  room  of  any  person(s) 
responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to 
influence  local  legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance 
[SF  Campaign  &  Governmental  Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more 
information  about  the  Lobbyist  Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van 
Ness  Avenue,  Suite  220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-3112;  web  site  at 
www.sfqov.orq/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code:  If  the  Commission's 
action  on  a  project  constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code 
Chapter  31,  as  amended.  Board  of  Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination 
prepared  in  support  of  that  Approval  Action  is  thereafter  subject  to  appeal  within  the  time  frame  specified  in 
S.F.  Administrative  Code  Section  31.16.  Typically,  an  appeal  must  be  filed  within  30  calendar  days  of  the 
Approval  Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to  CEQA.  For 
information  on  filing  an  appeal  under  Chapter  31 ,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall,  1 
Dr.  Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-5184.  If  the  Planning 
Department's  Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental 
review,  an  exemption  determination  has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf- 
planninq.orq/index.aspx?paqe^3447.Under  CEQA,  in  a  later  court  challenge,  a  litigant  may  be  limited  to  raising 
only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written  correspondence  delivered  to  the 
Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public  Utilities 
Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


ORDER  OF  BUSINESS: 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  Minutes  of  September  24,  2013 

4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within  the 
Commission's  jurisdiction  and  are  not  on  today's  agenda 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Economic  Opportunity  and  Benefits  of  the  Urban  Watershed  Management 
Program 

d)  Economic  Impacts  of  the  Wastewater  Green  Infrastructure  Programs 

e)  Response  to  Board  of  Supervisor  Inquiry  Reference  No.:  20130903-002,  by 
Supervisor  Avalos,  requesting  a  response  from  the  SFPUC  regarding 
CleanPowerSF  Program. 

6.  Other  Commission  Business 

a)  Motion  to  Suspend  Rule  6  of  the  Rules  of  Order,  to  allow  for  the  election  of 
officers  at  the  October  22,  2013  meeting,  instead  of  the  first  meeting  in  October 
as  provided  in  Rule  6. 

7.  Report  of  the  General  Manager 

a)  Rim  Fire  Update 

b)  Draft  Outline  of  Water  Supply  Strategy 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney 
where  applicable. 

Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
525  Golden  Gate  Avenue,  13^"  Floor,  San  Francisco,  CA  94102,  Telephone:  (415)  554- 
3165,  Fax:  (415)  554-3424. 

CONSENT  CALENDAR 

8.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by 
a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these 
items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which  event 
the  matter  will  be  removed  from  the  Calendar  and  considered  as  a  separate  item. 


(Carlin) 
(Ritchie) 


a)    Accept  work  performed  by  Bass  Electric  for  Contract  No.  DB-117  Solar 

Photovoltaic  Renewable  Energy  Plants:  Chinatown  Public  Health  Center  &  MUNI 
Woods  Motor  Coach  Facility,  for  a  total  contract  amount  of  $1,397,749,  and 
with  a  total  contract  duration  of  365  consecutive  calendar  days;  and 
authorize  final  payment  to  the  contractor.  (Hale) 


b)  Accept  work  performed  by  Harty  Pipelines  for  Contract  No.  WW-502,  Laurel 
o  Heights/Haight  Districts  Sewer  Replacement  and  Pavement  Renovation,  for  a 
^      total  contract  amount  of  $2,401 ,683  (of  which  $1 ,643,824  is  funded  by  the 

C5      WWE  R&R  Program,  and  $757,859  is  funded  by  the  DPW  Paving  Program);  and 
with  a  total  contract  duration  of  276  consecutive  calendar  days;  and 
authorize  final  payment  to  the  contractor.  (Moala) 

c)  Approve  an  increase  in  the  construction  contract  cost  contingency  for  Contract 
No.  WW-554,  Various  Locations  Sewer  Replacement  and  Pavement  Renovation, 
in  the  amount  of  $90,000;  Authorize  a  potential  increase  in  the  contract 

m      duration  of  up  to  155  consecutive  calendar  days;  and  Authorize  the  General 
^     Manager  to  approve  future  modifications  to  the  contract  for  a  total  revised 
CO     contract  amount  not  to  exceed  $2,970,518,  and  to  the  contract  duration  not 
to  exceed  337  consecutive  calendar  days.  The  increased  cost  contingency 
and  duration  are  needed  to  perform  sewer  replacement  and  pavement 
renovation  work  on  an  additional  block  requested  by  the  Department  of  Public 
Works.  (Moala) 

9.     Public  Comments  on  matters  to  be  discussed  in  Closed  Session 


10.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel 


CLOSED  SESSION 


The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

1 1 .  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10(d)(1) 

(O'Neil) 

Existing  Litigation: 

Walsh  V.  City  and  County  of  San  Francisco 
Alameda  County  Superior  Court  No.  RG  1 160618 
City  Attorney  File  Number:  120833 
Date  filed:  November  29,  201 1 


12. 


Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9  (d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1) 

(O'Neil) 


Existing  Litigation: 

Mark  Pear  and  Matt  Pear  v.  City  and  County  of  San  Francisco 
Santa  Clara  Superior  Court  Case  No.  1-12-CVC-227801 
City  Attorney  File  Number:  130094 
Date  Filed:  July  5,  2012 

13.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1). 

(Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529309 

City  Attorney  File  No.  0000657/Date  Filed  March  6,  2013:  Served  June  6,  2013 

14.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1). 

(Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.  CGC-1 3-529310 
City  Attorney  File  No.  0000657/Date  Filed  June  6,  2013 

15.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1). 

(Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A127554/Date  Filed:  January  29,  2010 

16.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 

Section  54957  and  San  Francisco  Administrative  Code  67.10(a).  (Barrett) 

Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 
and  Power  Systems. 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session 

17.  Announcement  following  Closed  Session 

18.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 

19.  Other  new  business 
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1.  Call  to  Order 

President  Torres  called  the  meeting  to  order  at  1:32  PM. 

2.  Roll  Call 

Present:  Torres,  Courtney,  Vietor  and  Moran 
Excused:  Caen 

3.  Approval  of  Minutes  of  September  24.  2013 

Commissioner  Vietor  noted  two  minor  errors  on  the  draft  minutes,  which  the 
Commission  Secretary  will  correct. 

On  Motion: 

A  YES:  Torres,  Courtney,  Vietor  and  Moran 

Public  Comments 
None. 

4.  Public  Comments 

•  Francisco  DaCosta  requested  information  on  the  number  of  borings  that  were 
done  before  work  proceeded  on  the  Calaveras  Dam  project. 

•  Espanola  Jackson  requested  that  discussion  of  grant  funding  to  arts  groups  in 
the  Bayview  be  placed  on  the  agenda  and  that  Arts  Commission  representatives 
be  invited.  She  expressed  concern  with  the  status  of  the  City  College  Southeast 
Campus. 

•  Angela  Armstrong,  Hunter's  Point  Art  Gallery  and  Cultural  Center,  requested  that 
funding  for  art  in  the  Bayview  be  placed  on  the  October  22  agenda.  She 
expressed  concern  with  the  Arts  Commission  determination  of  who  received 
grant  funding. 

Commissioner  Courtney  requested  that  an  Arts  Commission  representative  be 
invited  to  attend  a  subsequent  meeting  to  report  on  arts  funding. 

Deputy  General  Manager  Michael  Carlin  stated  that  a  request  will  be  made  to 
have  a  representative  attend  a  meeting  to  discuss  funding.  He  indicated  that  it 
may  not  be  the  October  22  meeting,  but  that  interested  parties  would  be  notified 
as  to  when  it  will  be  on  the  agenda. 

•  Eddie  Ahn,  Brightline  Defense  Project,  expressed  support  for  Southeast 
Community  College  and  requested  relief  on  rent  paid. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summarv 

c)  Economic  Opportunity  and  Benefits  of  the  Urban  Watershed  Management 
Program 

d)  Economic  Impacts  of  the  Wastewater  Green  Infrastructure  Programs 
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e)  Response  to  Board  of  Supervisor  Inquiry  Reference  No.:  20130903-002,  by 
Supervisor  Avalos,  requesting  a  response  from  the  SFPUC  regarding 
CleanPowerSF  Program. 

Commissioner  Moran  questioned  the  methodology  of  how  the  economic  benefits 
for  green  projects  were  determined  and  requested  that  staff  provide  a  memo  with 
explanation. 

Mr.  Carlin  stated  he  will  request  that  the  Controller's  office  provide  a  detailed 
memo  on  methodology. 

Commissioner  Vietor  asked  for  additional  detail  on  the  quantification  of  specific 
benefits,  such  as  jobs.  She  asked  that  during  the  budget  review  process,  staffing 
levels  for  the  Stormwater  Program  are  reviewed  to  ensure  they  are  adequate. 

Public  Comments 

•  Francisco  DaCosta  stated  that  outreach  materials  show  no  understanding  of 
the  Southeast  sector.  He  discussed  green  project  funding  for  the  Sewer 
System  Improvement  Program. 

6.  Other  Commission  Business 

a)  Motion  to  Suspend  Rule  6  of  the  Rules  of  Order,  to  allow  for  the  election  of 
officers  at  the  October  22.  2013  meeting,  instead  of  the  first  meeting  in  October 
as  provided  in  Rule  6. 

President  Torres  stated  that  Commissioner  Caen  requested  that  the  election  of 
officers  be  postponed  until  the  October  22"'^  meeting. 

On  Motion: 

A  YES:  Torres,  Courtney,  Vietor  and  Moran 

Commissioner  Vietor  asked  that  the  Clean  Energy  Bond  issuance  be  placed  on 
the  agenda  for  discussion  at  an  upcoming  meeting. 

7.  Report  of  the  General  Manager 
a)  Rim  Fire  Update 

Michael  Carlin,  Deputy  General  Manager,  provided  an  update  on  the  Rim  Fire. 
He  noted  that  the  fire  is  contained  and  that  recovery  work  is  in  progress.  He 
indicated  that  state  and  federal  agencies  are  finishing  assessments,  and  that 
insurance  adjusters  are  returning.  He  stated  that  the  federal  government 
shutdown  is  having  an  impact,  as  the  roads  between  Mather  and  O'Shaughnessy 
are  closed. 

He  continued  by  discussing  the  three  phases  of  rehabilitation:  Fire  suppression 
repair;  Emergency  stabilization  -  Burned  Area  Emergency  Response  (BAER); 
and  Long-Term  Recovery  and  Restoration.  He  reiterated  that  the  government 
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shutdown  is  having  an  effect  on  communications  and  recovery  efforts,  i-ie  briefly 
described  recovery  and  assessment  activities. 

IVIr.  Todd  Rydstrom,  Assistant  General  Manager  and  CFO,  provided  information 
on  the  long-and-short  term  financial  options  that  are  available.  He  noted  that  the 
estimated  damages  are  lower  than  previously  estimated.  He  stated  that  the  work 
has  been  separated  into  emergency  worl<,  estimated  at  $3.5M,  and  permanent 
work,  estimated  at  $36.4M.  He  noted  that  ail  papenA/ork  for  reimbursements  has 
been  submitted,  and  that  claims  adjusters  have  completed  one  round  of 
assessment. 

Mr.  Rydstrom  discussed  funding  alternatives,  including  short  term  options: 
Temporary  or  permanent  use  of  project  appropriation;  Temporary  or  permanent 
use  of  reserves  (contingency,  program  and  fund  balance);  and  insurance 
recovery  advance/partial  payment.  In  response  to  a  question  by  Commissioner 
Vietor,  Mr.  Rydstrom  explained  the  difference  between  spendable  and  non- 
spendable  funds.  Mr.  Rydstrom  discussed  long-term  options  including  insurance 
recoveries;  Federal  fire  management  assistance;  and  federal  and  state  disaster 
assistance.  Mr  Rydstrom  discussed  temporary  appropriation  use  tracking  costs, 
noting  $30.9M  is  available  for  immediate  temporary  use. 

Mr.  Rydstrom  noted  other  power  considerations,  indicating  that  75  percent  of 
damage  is  power  related;  However,  Power  has  healthy  fund  balance  resen/e  of 
19  percent.  He  discussed  the  Power  bond  sale  and  discussed  next  steps. 

Commissioner  Moran  thanked  staff  for  their  work  on  looking  at  available 
resources  prior  to  reserves. 

President  Torres  asked  about  tribes  or  sacred  sites  on  SFPUC  property.  Mr 
Rydstrom  stated  that  there  were  some  damaged  sites  as  a  result  of  the  fire,  and 
as  part  of  the  work,  extensive  ecosystems  valuation  and  impact  assessment  is 
taking  place. 

Public  Comments 

•  Francisco  DaCosta  thanked  Mr  Rydstrom  for  giving  an  upfront  and  stellar 
report  on  the  fiscal  situation  of  the  Rim  Fire.  Mr  DaCosta  discussed  sacred 
sites  lost  in  the  Rim  Fire  and  suggested  people  read  the  Native  American 
Graves  Protection  Act. 

b)  Draft  Outline  of  Water  Supply  Strategy 

Steve  Ritchie,  Assistant  General  Manager,  presented  on  the  Water  Supply  Level 
of  Service  Goal  (LOS)  and  Objectives.  He  reviewed  the  Goal,  which  is  to  meet 
customer  water  needs  in  non-drought  and  drought  periods,  and  briefly  discussed 
objectives  to  meet  the  Goal.  Mr  Ritchie  noted  the  ways  to  achieve  the  LOS  Goal 
and  Objectives:  Completing  WSIP  projects  providing  supply;  and  to  implement 
necessary  action(s)  to  make  up  the  shortfall  created  by  the  new  Bay  Area 
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instream  flow  obligations,  up  to  12.8  MGD.  He  discussed  issues  that  needed  to 
be  determined  beyond  the  LOS  Goals  and  Objectives. 

Brief  discussion  ensued  on  water  supply  and  demand.  Mr.  Ritchie  indicated  that 
the  new  water  year  starts  on  July  f[  and  by  February  f  a  determination  needs 
to  be  made  if  mandatory  rationing  will  be  required. 

Commissioner  f\/loran  stated  that  even  with  historical  records,  the  water  supply 
can't  be  predicted.  He  stated  that  contingency  plans  must  be  in  place  for  effective 
response. 

Mr.  Ritchie  discussed  water  supply  for  Wholesale  Customers,  including 
engineering  and  non-engineering  solutions.  He  concluded  by  presenting  actions 
moving  fonvard. 

Commissioner  VIetor  noted  that  if  demand  decisions  need  to  be  made  by  2018, 
the  review  of  options  and  discussions  need  to  begin  soon. 

Commissioner  Moran  concurred  with  Commissioner  Vietor.  He  provided 
additional  comments  on  meeting  demand  obligations.  He  requested  that  staff 
develop  program  for  next  budget  cycle  to  allow  for  adequate  response.  He 
addressed  the  four  steps  outlined  in  the  staff  memo,  noting  that  the  last  two  steps 
should  be  completed  as  part  of  an  EIR. 

Commissioner  Vietor  stated  the  Triple  Bottom  Line  should  be  included 
discussions. 

Mr.  Carlin  stated  that  most  of  the  water  supply  options  will  require  partnering.  He 
indicated  staff  has  been  working  with  other  water  districts  and  comprehensive 
program  options  will  be  presented. 

Public  Comments 

•  Espanola  Jackson  presented  a  letter  denying  her  lifeline  application.  Mr.  Carlin 
reviewed  the  letter  and  informed  her  it  was  a  CPUC  denial,  not  SFPUC. 
President  Torres  suggested  she  contact  Assembly  member  Tom  Ammiano  or 
Senator  Leno  for  assistance. 

•  Peter  Drekmeier,  Tuolumne  River  Trust  (TRT),  stated  he  believes  the  Oakdale 
Irrigation  District  water  transfer  will  not  happen.  He  indicated  TRT  is  working 
with  San  Mateo  County  and  Santa  Clara  Valley  Water  District  on  their 
groundwater  basin. 

•  Nicole  Sandkulla,  BAWSCA,  was  pleased  that  the  discussion  on  water  supply 
demands  and  LOS  Goal  is  beginning.  She  stated  that  their  agencies  need 
certainty. 

Commissioner  Vietor  stated  that  the  groundwater  issue  provides  opportunities, 
and  asked  that  staff  look  at  it  when  presenting  options  to  the  Commission. 
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8.    Consent  Calendar 

a)  Accept  work  performed  bv  Bass  Electric  for  Contract  No.  DB-117  Solar 
Photovoltaic  Renewable  Energy  Plants:  Chinatown  Public  Health  Center  &  MUNI 
Woods  Motor  Coach  Facility,  for  a  total  contract  amount  of  $1 ,397.749,  and  with 
a  total  contract  duration  of  365  consecutive  calendar  days:  and  authorize  final 
payment  to  the  contractor. 

b)  Accept  work  performed  by  Hartv  Pipelines  for  Contract  No.  WW-502,  Laurel 
Heiqhts/Haiqht  Districts  Sewer  Replacement  and  Pavement  Renovation,  for  a 
total  contract  amount  of  $2.401 .683  (of  which  $1 .643.824  is  funded  by  the  WWE 
R&R  Program,  and  $757.859  is  funded  by  the  DPW  Paving  Program):  and  with  a 
total  contract  duration  of  276  consecutive  calendar  days:  and  authorize  final 
payment  to  the  contractor.  (Resolution  13-0150) 

c)  Approve  an  increase  in  the  construction  contract  cost  contingency  for  Contract 
No.  WW-554.  Various  Locations  Sewer  Replacement  and  Pavement  Renovation, 
in  the  amount  of  $90,000:  Authorize  a  potential  increase  in  the  contract  duration 
of  up  to  155  consecutive  calendar  days:  and  Authorize  the  General  Manager  to 
approve  future  modifications  to  the  contract  for  a  total  revised  contract  amount 
not  to  exceed  $2,970.518,  and  to  the  contract  duration  not  to  exceed  337 
consecutive  calendar  days.  The  increased  cost  contingency  and  duration  are 
needed  to  perform  sewer  replacement  and  pavement  renovation  work  on  an 
additional  block  reguested  by  the  Department  of  Public  Works.  (Resolution  13- 
0152)  (Resolution  13-0151) 

Commissioner  Courtney  requested  tliat  item  8a  be  removed  from  the  calendar. 

On  Motion  -  Items  8b  and  8c 

A  YES:  Torres,  Courtney,  Victor,  and  Moran 

Commissioner  Courtney  stated  that  he  was  uncomfortable  moving  the  item 
fonvard  until  he  received  additional  information  on  the  length  of  delay;  the 
contractor's  failure  to  meet  the  LBE  subcontracting  compliance;  and  who 
performed  the  work.  Ms.  Hale  stated  staff  will  provide  response  to  his  question. 

Public  Comments 

•  Espanola  Jackson  indicated  that  non-electricians  installed  solar  panels  on  her 
house. 

In  response  to  Dr.  Jackson's  comments,  Commissioner  Courtney  clarified  the 
reasoning  behind  his  concerns. 

9.     Public  Comments  on  matters  to  be  discussed  in  Closed  Session 
None. 
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10.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 


below  as  Conference  with  Legal  Counsel 


On  Motion  TO  ASSERT 

A  YES:  Torres,  Courtney,  Vietor,  and  Moran 

CLOSED  SESSION 

The  Commission  entered  closed  session  at  2:42  PM. 

1 1 .  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10(d)(1) 
Existing  Litigation: 

Walsh  V.  City  and  County  of  San  Francisco 
Alameda  County  Superior  Court  No.  RG  1160618 
City  Attorney  File  Number:  120833 
Date  filed:  November  29,  201 1 

1 2.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1) 
Existing  Litigation: 

Mark  Pear  and  Matt  Pear  v.  City  and  County  of  San  Francisco 
Santa  Clara  Superior  Court  Case  No.  1-12-CVC-227801 
City  Attorney  File  Number:  130094 
Date  Filed:  July  5,  2012 

1 3.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1). 
Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529309 

City  Attorney  File  No.  0000657/Date  Filed  March  6,  2013:  Served  June  6,  2013 

1 4.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1). 
Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.  CGC-1 3-529310 
City  Attorney  File  No.  0000657/Date  Filed  June  6,  2013 

15.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1). 
Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A127554/Date  Filed:  January  29,  2010 
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1 6.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 

Section  54957  and  San  Francisco  Administrative  Code  67.10(a). 

Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 

and  Power  Systems. 

The  Commission  returned  from  Closed  Session  at  2:57  PM. 

17.  Announcement  following  Closed  Session 

City  Attorney  Ambrose  stated  ttiatno  action  was  taken  during  closed  session. 

18.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 
On  Motion  NOT  TO  DISCLOSE: 

A  YES:  Torres,  Courtney,  Vietor,  and  Moran 

19.  Other  new  business 
None. 

President  Torres  adjourned  the  meeting  at  2:58  PM. 
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PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  13-0150 


WHEREAS,  Construction  has  been  completed  under  Wastewater  Enterprise  (WWE), 
Renewal  and  Replacement  (R&R)  Program-funded  and  Department  of  Public  Works  (DPW) 
Pavement  Renovation  Program-funded  Contract  No.  WW-502,  Laurel  Heights/Haight  Districts 
Sewer  Replacement  and  Pavement  Renovation,  by  the  contractor,  Haily  Pipelines;  and 

WHEREAS,  On  March  27,  2012.  per  Resolution  No.  12-0052,  this  Commission  awarded 
Contract  No.  WW-502,  Laurel  Heights/Haight  Districts  Sewer  Replacement  and  Pavement 
Renovation,  in  the  amount  of  32,432,302,  to  the  lowest,  qualified  responsible  and  responsive 
bidder,  Harty  Pipelines;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  set  for  April  30, 
2012,  with  an  original  schedule  of  226  consecutive  calendar  days  and  the  contract  work  was 
completed  in  276  consecutive  calendar  days  on  January  30,  2013;  and 

WHEREAS,  The  original  contract  amount  was  for  $2,432,302  and  the  original  contract 
duration  was  226  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  i  was  approved  for  a  time  extension  of  64  consecutive 
calendar  days  per  Resolution  No.  13-0033  dated  February  26,  2013,  to  allow  for  additional  days 
due  to  City's  Holiday  construction  moratorium  and  to  complete  additional  work  due  to 
unforeseen  conditions  encountered  during  the  sewer  replacement  work,  extending  the  contract 
duration  to  290  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  2  was  issued  for  $10,000  to  perform  additional  pavement 
restoration  work  on  Roselyn  Terrace  due  to  existing  site  conditions,  increasing  the  contract 
amount  to  $2,442,302;  and 

WHEREAS,  Modification  No.  3  was  issued  for  ($40,619)  to  account  for  actual  costs  of 
labor  and  materials  required  to  complete  the  work  under  bid  item  allowances,  decreasing  the 
contract  amount  to  $2,401,683;  and 

WHEREAS,  The  contractor  exceeded  the  established  Contract  Monitoring  Division 
(CMD)  subcontracting  goal  of  28%  Local  Business  Enterprise  (LBE)  participation,  by  utilizing  a 
project  total  LBE  participation  of  31.6%;  and 

WHEREAS,  Funds  are  available  from  PUC  Project  No.  CWWRNRCSll,  Laurel 
Heights/Haight  Districts  Sewer  Replacement  and  DPW  Project  No.  CSTRl  1SR6738,  Laurel 
Heights/Haight  Districts  Pavement  Renovation;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  Harty  Pipelines 
for  WWE,  R&R  Program-funded  and  DPW  Pavement  Renovation  Program- funded  Contract  No. 
WW-502,  Laurel  Heights/Haight  Districts  Sewer  Replacement  and  Pavement  Renovation,  for  a 
total  contract  amount  of  $2,401,683,  and  a  total  contract  duration  of  276  consecutive  calendar 
days;  and  authorizes  final  payment  to  the  contractor. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  8,  2013 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  13-0151 


WHEREAS,  On  November  13,  2012,  per  Resolution  No.  12-0202,  this  Commission 
approved  the  award  of  Wastewater  Enterprise  (WWE),  Capital  Improvement  Program-funded 
(CIP)  and  Department  of  Public  Works  (DPW)  Pavement  Renovation  Program-funded  WW-554, 
Various  Locations  Sewer  Replacement  and  Pavement  Renovation,  to  D'Arcy  &  Harty 
Construction;  and 

WHEREAS,  The  construction  contract  Not  ice-To- Proceed  date  was  January  14,  2013; 

and 

WHEREAS,  The  original  contract  amount  was  for  $2,618,653  and  the  original  contract 
duration  was  182  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(H)  (1)  of  the  Administrative  Code  requires  that  any  cumulative 
increases  in  contract  price  in  excess  of  10%  of  the  original  contract  price  and  any  cumulative 
extensions  of  time  exceeding  10%  of  the  original  duration  be  approved  by  the  Commission;  and 

WHEREAS,  DPW  recently  requested  curb  to  curb  paving  on  19th  Street  from  Church 
Street  to  Sanchez  Street,  in  the  immediate  vicinity  of  the  work  in  the  original  contract,  and  the 
sewer  was  inspected  on  that  block  and  was  determined  to  be  in  need  of  replacement;  and 

WHEREAS,  Completion  of  water  main  replacement  work  on  Douglass  Street,  under  a 
separate  contract,  was  necessary  prior  to  final  paving  of  the  subject  block  under  this  contract, 
WW-554;  and 

WHEREAS,  A  potential  change  order  is  estimated  to  be  up  to  $351,865  and  155  calendar 
days;  and 

WHEREAS,  This  potential  change  order,  if  converted  to  a  change  order,  would  exceed 
the  pre-approved  10%  construction  cost  contingency  of  $261,865  and  the  pre-approved  10% 
duration  contingency  of  1 8  days;  and 

WHEREAS,  An  increase  in  the  contract  cost  contingency  in  the  amount  of  $90,000  and 
authority  to  approve  time  extension  of  up  to  155  additional  calendar  days  are  requested,  subject 
to  the  General  Manager's  subsequent  authorization  of  modifications,  if  appropriate;  and 

WHEREAS,  A  statutory  exemption  determmation  request  was  previously  issued  for 
Contract  Number  WW-554  on  July  26,  2012  under  Public  Resources  Code  Section  21080.21  and 
California  Environmental  Quality  Act  (CEQA)  Guidelines  Section  15282(k)  for  pipeline  projects 
that  do  not  exceed  one  mile  in  length.  On  September  4,  2012  the  San  Francisco  Planning 
Department's  former  Environmental  Review  Officer  granted  his  concurrence  with  the  exemption 
determination.  On  August  30,  2013  a  subsequent  statutory  exemption  determination  request  was 
issued  to  incorporate  the  additional  block  of  sewer  replacement  and  curb-to-curb  paving.  On 
September  9,  2013  the  Envirormiental  Review  Officer  granted  concurrence  with  the  exemption 
determination.  In  addition,  a  statutory  exemption  detemiination  request  was  previously  issued 
for  Contract  Number  WD-2682  for  water  main  installation,  which  included  the  block  of  Douglas 
Street  between  Alvarado  and  23"^  streets,  on  July  26,  2012  under  Public  Resources  Code  Section 
21080.21  and  California  Environmental  Quality  Act  (CEQA)  Guidelines  Section  15282(k)  for 
pipeline  projects  that  do  not  exceed  one  mile  in  length.  On  September  20,  2012  the  San 
Francisco  Planning  Department's  former  Environmental  Review  Officer  granted  his  concuirence 


with  the  exemption  determination.  No  Planning  Department  case  number  was  assigned  to  either 
statutory  exemption  determination;  and 

WHEREAS,  Contract  Monitoring  Division  (CMD)  subcontracting  goals  of  17%  Local 
Business  Enterprise  (LBE)  participation  were  originally  established  for  this  construction 
contract;  and 

WHEREAS,  A  30.17%  LBE  participation,  as  submitted  at  the  time  of  bid,  has  been 
committed  by  the  Contractor;  and 

WHEREAS,  Additional  funds  are  available  from  Project  No.  CWWRNRCS43,  Various 
Locations  Sewer  Replacement;  now,  therefore,  be  it 

RESOLVED,  That  this  Coimnission  hereby  approves  an  increase  to  the  existing  contract 
cost  contingency  in  the  amount  of  $90,000  for  a  total  contract  cost  contingency  of  §351,865,  and 
authorizes  a  potential  increase  in  the  contract  duration  of  up  to  155  consecutive  calendar  days  for 
the  WWE,  CIP-funded  and  DPW  Pavement  Renovation  Program- funded  Contract  No.  WW-554, 
Various  Locations  Sewer  Replacement  and  Pavement  Renovation,  with  D'Arcy  &  Harty 
Constniction;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
to  consider  and,  if  appropriate,  approve  fumre  modifications  to  the  contract  amount  not  to  exceed 
$2,970,518  and  to  the  contract  duration  for  up  to  337  consecutive  calendar  days. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  8,  2013. 

Secretary,  Public  Utilities  Commission 


San  Francisco 
Water 


Services  cf  the  San  Francisco  Public  Utilities  Coinmission 


San  Francisco  public  utilities  Commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 


AGENDA 
Tuesday,  October  22,  2013 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


Commissioners 

Art  Torres,  President 
Vince  Courtney,  Vice  President 
Ann  Moller  Caen 
Francesca  Vietor 
Anson  Moran 


Harlan  L.  Kelly,  Jr. 

General  Manager 

Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  other  information  are  available  on  the  SFPUC  web  site:  www  sfwater.orq 
Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.granicuscomA/iewPublisher.php?view  id=22 


Disability  Access:  The  Public  Utilities  Commission  meeting  will  be  held  in  Room  400,  at  One  1  Dr.  Carlton  B. 
Goodlett  Place,  (400  Van  Ness  Avenue),  San  Francisco,  CA.  The  closest  accessible  BART  Station  is  the  Civic 
Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  Lines  serving  this  location  are: 
Muni  Metro  lines  J  Church,  K  Ingleside,  L  Taraval,  M  Oceanview,  N  Judah  and  T  Third  at  Van  Ness  and  Civic 
Center  Stations;  F  Market  Line;  and  bus  routes  19  Polk,  47  Van  Ness,  49  Mission  Van  Ness,  5  Fulton,  6 
Parnassus,  21  Hays,  9  San  Bruno,  9L  San  Bruno  Limited,  71  Haight  Noriega  and  71 L  Noriega  Limited.  For 
more  information  about  MUNI  accessible  services  call  (415)  701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the 
Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility-impaired  persons.  There  is 
accessible  parking  available  within  the  Civic  Center  Underground  Parking  Garage  at  the  corner  of  McAllister 
and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets.  To  obtain  a 
disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting  materials  in 
alternative  format,  please  contact  Donna  Hood  at  (415)  554-3165,  or  by  emailing  dhood(a)sfwater.ora. 
Providing  at  least  72  hours  notice  will  help  to  ensure  availability.  To  assist  the  City's  efforts  to  accommodate 
persons  with  severe  allergies,  environmental  illnesses,  multiple  chemical  sensitivity  or  related  disabilities, 
attendees  at  public  meetings  are  reminded  that  other  attendees  may  be  sensitive  to  various  chemical  based 
products.  Please  help  the  City  accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance  (Chapter  67  of  the  San  Francisco  Administrative 
Code):  Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public.  Commissions, 
boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the  people's  business.  This 
ordinance  assures  that  deliberations  are  conducted  before  the  people  and  that  City  operations  are  open  to  the 
people's  review.  Members  of  the  public  are  not  required  to  provide  personal  identifying  information  when  they 
communicate  with  the  Commission  or  the  Department.  All  written  or  oral  communications,  including  submitted 
personal  contact  information,  may  be  made  available  to  the  public  for  inspection  and  copying  upon  request  and 
may  appear  on  the  Department's  website  or  in  other  public  documents. 

For  more  information  on  your  rights  under  the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance, 
contact  the  Sunshine  Ordinance  Task  Force,  City  Hall,  Room  409,  1  Dr.  Carlton  B.  Goodlett  Place,  San 
Francisco,  CA  94102-4683  at  Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554-7854;  E-mail:  sotf@sfoov.ora. 
Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San 
Francisco  Public  Library  and  on  the  City's  website  at  www.sfqov.orq. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited  at 
this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the  meeting  room  of  any  person(s) 
responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to 
influence  local  legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance 
[SF  Campaign  &  Governmental  Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more 
information  about  the  Lobbyist  Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van 
Ness  Avenue,  Suite  220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-31 12;  web  site  at 
www.sfqov.orq/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code:  If  the  Commission's 
action  on  a  project  constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code 
Chapter  31 ,  as  amended.  Board  of  Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination 
prepared  in  support  of  that  Approval  Action  is  thereafter  subject  to  appeal  within  the  time  frame  specified  in 
S.F.  Administrative  Code  Section  31.16.  Typically,  an  appeal  must  be  filed  within  30  calendar  days  of  the 
Approval  Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to  CEQA.  For 
information  on  filing  an  appeal  under  Chapter  31 ,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall,  1 
Dr.  Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-5184.  If  the  Planning 
Department's  Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental 
review,  an  exemption  determination  has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf- 
planninq.orq/index.aspx?paqe^3447.Under  CEQA,  in  a  later  court  challenge,  a  litigant  may  be  limited  to  raising 
only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written  correspondence  delivered  to  the 
Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public  Utilities 
Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


ORDER  OF  BUSINESS: 


1.  Call  to  Order 

2.  Roll  Call 

3.  Approval  of  Minutes  of  October  8,  2013 

4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within  the 
Commission's  jurisdiction  and  are  not  on  today's  agenda. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Water  Supply  Agreement  Update 

d)  DB117,  Solar  Electric  Project  Construction  Close-Out 

e)  Calaveras  Dam  Pre-Construction  Effort 

6.  Other  Commission  Business 

a)  Discussion  and  possible  action,  in  accordance  with  Rule  6  of  the  Rules  of  Order, 
to  nominate  and  elect  officers.  (Torres) 

7.  Report  of  the  General  Manager  (Kelly,  Jr.) 
a)  WSIP  Update  (Labonte) 

8.  BAWSCA  Update  (Sandkulla) 

The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney 
where  applicable. 

Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
525  Golden  Gate  Avenue,  13^^  Floor,  San  Francisco,  CA  94102,  Telephone:  (415)  554- 
3165,  Fax:  (415)  554-3424. 

CONSENT  CALENDAR 

9.  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 

routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon 
by  a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of 
these  items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in 
which  event  the  matter  will  be  removed  from  the  Calendar  and  considered  as  a 
separate  item. 


a)    Approve  and  award  Contract  No.  JOC-45,  Micro-LBE  Set-Aside,  General 
^  Building  (B-License)  for  Hetch  Hetchy,  for  a  not-to-exceed  amount  of 

■j-i  $1,000,000,  to  the  lowest,  qualified,  responsible  and  responsive  bidder.  Empire 

Engineering  &  Construction,  Inc.,  to  perform  general  building  and  construction 
tasks  for  all  SFPUC  Enterprise  Operations  and  Bureaus.  (Cruz) 


CO 


b)  Accept  work  performed  by  M  Squared  Construction,  Inc.,  for  Contract  No.  WD- 
2456,  8-Inch  Ductile  Iron  Main  Installation  and  Pavement  Renovation  on  Mission 
Street  from       Street  to  21'*  Street,  on  19*^  Street,  from  Shotwell  to  Valencia, 
and  on  San  Carlos  Street  from  Sycamore  to  21 Street;  Approve  Modification 
Nos.  2  and  3  (Final),  to  reconcile  final  payment  items  to  reflect  actual  quantities 
used  under  unit  price  and  allowance  bid  items,  decreasing  the  contract  by 
$61,987,  for  a  total  contract  amount  of  $2,591 ,441 ,  and  with  a  time  extension  of 
27  consecutive  calendar  days,  for  a  total  contract  duration  of  297  consecutive 
calendar  days;  and  authorize  final  payment  to  the  contractor.  (Cruz) 

c)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-552R, 

Clay,  Cherry,  and  Collins  Streets  Sewer  Replacement,  Water  Main  Installation, 
and  Pavement  Renovation,  in  the  amount  of  $4,466,518  (of  which  $1 ,853,445  is 
funded  by  WWE,  $1,813,480  is  funded  by  Water  Enterprise,  and  $799,593  is 
funded  by  DPW),  to  the  lowest,  qualified,  responsible  and  responsive  bidder, 
Shaw  Pipeline,  to  replace  the  existing  sewers  and  water  mains  and  renovate  the 
existing  street  pavement  on  the  subject  streets  in  the  City  of  San  Francisco. 

(Moala) 

^  d)    Ratify  the  General  Manager's  approval  of  a  five-year  revocable  license  to  the 
Young  Men's  Christian  Association  of  San  Francisco  at  a  fair  market  Use  Fee  of 
^         $750  per  biannual  eight-week  season,  for  the  use  of  approximately  22,500 
^         square  feet  of  SFPUC  land  at  Sloat  Boulevard  and  22""^  Avenue,  as  a  field  for  a 
r-{        youth  soccer  program.  (Russell) 


CO 


e)  Accept  work  performed  by  Bass  Electric  for  Contract  No.  DB-1 17,  Solar 

CD  Photovoltaic  Renewable  Energy  Plants:  Chinatown  Public  Health  Center  and 

^  Muni  Woods  Motor  Coach  Facility,  for  a  total  contract  amount  of  $1 ,397,749, 

C3  and  with  a  total  contract  duration  of  365  consecutive  calendar  days;  and 

CO  authorize  final  payment  to  the  contractor.  (Hale) 

f)  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to 

^  execute  a  five-year  revocable  license  with  the  Girl  Scouts  of  Northern 

in  California,  for  the  use  of  approximately  244,000  square  feet  of  SFPUC  land  near 

^  Lake  Merced  in  San  Francisco  for  a  summer  camp  facility  (Camp  Ida  Smith),  for 

rr-j  no  annual  Use  Fee,  but  subject  to  maintenance  and  indemnity  obligations. 

(Russell) 


REGULAR  BUSINESS 


10.  Approve  Amendment  No.  1  to  Agreement  No.  CS-139,  Environmental  Analysis 
^    Services  for  the  Moccasin  Facilities  Upgrade  Project,  with  Environmental  Science 

Associates  +Orlon  Joint  Venture,  to  allow  for  completion  of  the  required 
^    environmental  review  and  resource  agency  permitting  processes  for  the  project; 

Authorize  the  General  Manager  to  execute  this  amendment  providing  a  time 
tH   extension  of  tfiree  years  for  a  total  agreement  duration  of  five  years  and  eight 

months,  with  no  change  to  the  agreement  value.  (Cruz) 

iyA  1 .  Authorize  the  General  Manager  to  execute  on  behalf  of  the  City  and  County  of  San 
^      Francisco,  the  third  amendment  to  the  IVIemorandum  of  Understanding  by  and 
between  the  SFPUC  and  other  members  of  the  Alameda  Creek  Fisheries 
Restoration  Workgroup;  Authorize  the  General  Manager  to  allocate  funding  for  the 
SFPUC  portion  of  the  Flow  Studies  as  described  in  the  amendment,  for  an  amount 
not-to-exceed  $12,500.  (Ritchie) 

12.  Authorize  the  General  Manager  to  apply  for  Proposition  84  grant  funding 

pursuant  to  the  Safe  Drinking  Water,  Water  Quality  and  Supply,  Flood  Control, 
River  and  Coastal  Protection  Bond  Act  of  2006  [Public  Resource  Code  Section 
^     75065(a)],  through  the  Strategic  Growth  Council,  in  order  to  obtain  up  to  $800,000 
-.3      in  Urban  Greening  for  Sustainable  Communities  Program  funding;  and,  if  selected, 
to  enter  into  an  agreement  with  the  State  of  California  to  carry  out  the  Chinatown 
Green  Alleys  Project,  and  seek  Commission  and  Board  of  Supervisors  approval  to 
accept  and  expend  grant  funds,  if  awarded.  (Moala) 

13.  Approve  Project  No.  CUW36702  -  Peninsula  Pipelines  Seismic  Upgrade  Project  in 
northern  San  Mateo  County,  California;  Adopt  the  required  California 
Environmental  Quality  Act  Findings,  including  a  Statement  of  Overriding 


Considerations,  and  the  Mitigation  Monitoring  and  Reporting  Program;  and 
^     authorize  the  General  Manager  to  implement  the  Project,  in  compliance  with  the 
Charter  and  applicable  law,  and  subject  to  Board  of  Supervisors  approval  where 
required.  (Cruz) 

14.  Approve  Project  No.  CUW2730502,  San  Andreas  Pipeline  2  and  San  Andreas 
Pipeline  3  Improvements  Project  in  the  City  of  South  San  Francisco,  San  Mateo 
o>»    County,  California;  Adopt  findings  pursuant  to  the  California  Environmental  Quality 
Act  including  adopting  the  Mitigation  Monitoring  and  Reporting  Program  for  the 
Baden  and  San  Pedro  Valve  Lots  Improvements  Project,  as  applied  to  the  Project; 
and  authorize  the  General  Manager  to  implement  the  Project,  in  compliance  with 
the  Charter  and  applicable  law.  (Cruz) 
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15.  Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 

16.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 


CLOSED  SESSION 


The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

17.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10(d)(1). 

(O'Neil) 

Existing  Litigation: 

Walsh  V.  City  and  County  of  San  Francisco 
Alameda  County  Superior  Court  No.  RG  1 160618 
City  Attorney  File  Number:  120833 
Date  filed:  November  29,  201 1 

18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1). 

(O'Neil) 

Existing  Litigation: 

Mark  Pear  and  Matt  Pear  v.  City  and  County  of  San  Francisco 
Santa  Clara  Superior  Court  Case  No.:  1-12-CVC-227801 
City  Attorney  File  Number:  130094 
Date  Filed:  July  5,  2012 

19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1). 

(Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529309 

City  Attorney  File  No.  0000657/Date  Filed  March  6,  2013:  Served  June  6,  2013 

20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1). 

(Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529310 
City  Attorney  File  No.  0000657/Date  Filed  June  6,  201 3 

21 .  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1). 

(Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A127554/Date  Filed:  January  29,  2010 


22.  Conference  with  Legal  Counsel-  Pursuant  to  California  Government  Code  Section 

54956.9(d)(4)  and  San  Francisco  Administrative  Code  Section  67.10(d)(2). 

(IVIueller) 

Anticipated  Litigation  as  Plaintiff 

23.  Conference  with  Legal  Counsel-  Pursuant  to  California  Government  Code  Section 

54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10(d)(1). 

(Emery) 

Existing  Litigation 

California  Coastal  Protection  Network  v.  City  and  County  of  San  Francisco 
San  Francisco  Superior  Court  Case  No.:  CGC-1 1-513176 

24.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 

Section  54957  and  San  Francisco  Administrative  Code  67.10(a).  (Barrett) 

Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 
and  Power  Systems. 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session. 

25.  Announcement  following  Closed  Session 

26.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 

27.  Other  new  business 


ADJOURNMENT 


San  Francisco  Public  Utilities  Commission 
525  Golden  Gate  Avenue 
13™  Floor 

San  Francisco,  CA  94102 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  13-0152 


WHEREAS,  Contract  No.  JOC-45,  Job  Order  Contract,  Micro-LBE  Set  Aside,  General 
Building  (B-License),  Hetch  Hetchy,  was  advertised  on  June  4,  2013;  and 

WHEREAS,  The  not-to-exceed  amount  is  $1,000,000  with  a  guaranteed  minimum 
amount  of  $50,000  for  this  construction  contract  to  accomplish  general  building  constmction 
work  for  all  San  Francisco  Public  Utilities  Commission  (SFPUC)  enterprises,  operations  and 
bureaus;  and 

WHEREAS,  The  contract  duration  is  two  years;  and 

WHEREAS,  The  Commission  authorizes  award  of  this  job  order  contract  for  work  to  be 
performed  under  future  task  orders  which  will  identify  the  scope  of  work,  cost  and  duration  of 
various  discrete  construction  activities.  No  task  order  will  be  issued  for  construction  requiring 
environmental  review,  excluding  those  eligible  for  statutory  or  categorical  exemption,  until  the 
Commission  has  been  given  the  opportunity  to  review  the  environmental  document  and  take 
action  if  deemed  appropriate.  The  work  under  this  job  order  contract  has  been  competitively  bid 
per  unit  price  and  this  contractor  is  the  lowest  responsible,  responsive  bidder  for  the  work  under 
these  subsequent  task  orders;  and 

WHEREAS,  Two  (2)  bids  were  received  and  opened  publicly  on  July  18,  2013;  and 

WHEREAS,  SFPUC  staff  review  of  the  bid  for  qualifications,  responsibility,  and 
responsiveness  resulted  in  the  establishment  of  Empire  Engineering  &  Construction,  Inc.  as  the 
lowest,  qualified,  responsible,  and  responsive  bidder;  and 

WHEREAS,  The  Award  Criteria  Figure  from  Empire  Engineering  &  Construction,  Inc. 
was  1.3000;  and 

WHEREAS,  A  Contract  Monitoring  Division  (CMD)  subcontracting  goal  and  bid 
discount  do  not  apply  to  Micro-LBE  Set  Aside  Contracts;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  two  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible,  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funding  will  be  available  from  various  SFPUC  Enterprise  Funds  when  Task 
Orders  are  issued;  now,  therefore,  be  it 


RESOLVED,  That   this  Commission  hereby  approves  the  Proiect  Manual  and 
Consm.ct.on  Task  Catalog  ®  and  awards  Contract  No.  10045,  Job  Order  Contr  ct  Micr  -LBE 

5  000  icS  uthT  •  ^'"T"^'  "^'^'^  ^"^^  '  not-to-exceed  amount  of 

.1)1,000.000  uuh  mmimum  guaranteed  amount  of  $50,000  to  the  lowest,  qualified  responsible 
and  responsive  bidder,  Empire  Engineering  &  Construction,  Inc.  responsible, 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  Its  meeting  of  October  22,  2013.  uuuc  uuiiues 


,  i^r  t---^w  xjsjAj   

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  13-0153 


WHEREAS,  Coastruction  has  been  completed  for  Local  Water  Conveyance/Distribution 
Program-fimded  Contract  No.  WD-2456,  8-Inch  Ductile  Iron  Main  (DIM)  Installation  and 
Pavement  Renovation  on  Mission  Street  from  l?'*"  Street  to  2l"  Street,  on  19"^  Street  from 
Shotwell  to  Valencia  and  on  San  Carlos  Street  from  Sycamore  to  2l"  Street,  by  the  contractor,  M 
Squared  Construction,  Inc.;  and 

WHEREAS,  On  October  11,  2011,  by  Resolution  No.  11-0165,  this  Commission 
awaided  Contract  No.  WD-2456,  8-Inch  DIM  Installation  and  Pavement  Renovation  on  Mission 
Street  from  17'''  to  21"  Street,  on  19'^  Street  from  Shotwell  to  Valencia  and  on  San  Carlos  Street 
from  Sycamore  to  21"  Street,  in  the  amount  of  $2,428,000,  to  the  lowest,  qualified  responsible 
and  responsive  bidder,  M  Squared  Construction,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  November  28,  2011, 
with  an  original  schedule  of  270  consecutive  calendar  days  and  the  contract  work  was  completed 
in  297  consecutive  calendar  days  on  September  19,  2012;  and 

WHEREAS,  The  original  contract  amount  was  for  $2,428,000  and  the  original  contract 
duration  was  270  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  was  issued  on  June  20.  2012  for  $225,428  to  perform 
additional  sewer  and  pavement  renovation  work  (AC  paving,  base  repair  and  bus  pad)  on 
Mission  Street  between  20'*'  and  21"  Street  for  DPW,  increasing  the  contract  amount  to 
$2,653,428;  and 

WHEREAS,  Modification  No.  2  was  issued  on  September  4,  2012  for  a  time  extension  of 
27  consecutive  calendar  days  for  additional  sewer  and  pavement  renovation  (AC  paving,  base 
repairs  and  bus  pads)  on  Mission  Street  between  20'"'  and  21"  Street  for  DPW,  extending  the 
contract  duration  to  297  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  3  (Final)  is  being  requested  for  $61,987  to  reconcile  final 
payment  items  to  reflect  actual  quantities  used  under  unit  price  and  allowance  bid  items,  for  a 
total  contract  amount  of  $2,591,441;  and 

WHEREAS,  The  contractor  has  made  a  good  faith  effort  to  comply  with  the  Contract 
Monitoring  Division  subcontracting  goal  of  21%  Local  Business  Enterprise  (LBE)  participation 
submitted  for  this  contract  by  achieving  a  final  LBE  participation  of  21%;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW260,  Local  Water 
Conveyance/Distribution  Program;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  accepts  work  perfonned  by  M  Squared 
Constmction,  Inc.  for  Local  Water  Conveyance/Distribution  Program-funded  Contract  No.  WD- 
2456  8-hich  DIM  Installation  and  Pavement  Renovation  on  Mission  Street  from  17'*'  Street  to 
2r'  Street,  on  19"'  Street  from  Shotwell  to  Valencia  Street  and  on  San  Carlos  from  Sycamore  to 
21"  Street,  approves  Modification  Nos.  2  and  3  (Final),  decreasing  the  contract  by  $6L987,  for  a 
total  contract  amount  of  $2,591,441  and  with  a  time  extension  of  27  consecutive  calendar  days 
for  a  total  contract  duration  of  297  consecutive  calendar  days;  and  authorizes  final  payment  to 
the  contractor. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  22,  2013. 


PUBLIC  UTILITIES  COMIWISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  13-0154 


WHEREAS,  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R),  Water 
Enterprise  Local  Conveyance/Distribution  System,  and  Department  of  Public  Works  (DPW) 
Pavement  Renovation  Contract  No.  WW-552R,  Clay,  Cherry,  and  Collins  Streets  Sewer 
Replacement,  Water  Main  Installation,  and  Pavement  Renovation  was  advertised  on  August  16 
2013;  and 

WHEREAS,  The  Engineer's  Estimate  is  $3,971,920  for  this  construction  contract  work  to 
replace  the  existing  sewers  and  water  mains  and  renovate  the  existing  street  pavement  on  the 
subject  streets;  and 

WHEREAS,  The  contract  duration  is  360  consecutive  calendar  days;  and 

WHEREAS,  On  May  10,  2013  on  behalf  of  the  SFPUC  the  Bureau  of  Environmental 
Management  filed  a  categorical  exemption  request  for  the  proposed  project  with  the  San 
Francisco  Planning  Department  Environmental  Planning  Division.  On  May  10,  2013  the  San 
Francisco  Planning  Department  issued  a  categorical  exemption  determination  under  California 
Environmental  Quality  Act  Section  15303,  Class  3,  Planning  Department  Case  Number 
2013.0591E;  and 

WHEREAS,  Four  (4)  bids  were  received  and  opened  publicly  on  September  5,  2013;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  Shaw  Pipeline  as  the  lowest, 
qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  CMD  subcontracting  goal  of  14%  Local  Business  Enterprise  participation 
has  been  established  for  this  contract  and  the  contractor  committed  to  utilize  55.22%  LEE 
participation  with  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  PUC  Project  No.  CWWRNRCS55,  Clay,  Cherry, 
and  Collins  Streets  Sewer  Replacement,  Water  Enterprise  Project  No.  CUW280,  Clay  and 
Cherry  Streets  Water  Main  Installation,  and  DPW  Project  No.  CSTR11SR5038,  Clay,  Cherry, 
and  Collins  Streets  Pavement  Renovation;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications,  and 
award  WWE,  R&R,  Water  Enterprise  Local  Conveyance/Distribution  System,  and  DPW 
Pavement  Renovation  Program-funded  Contract  No.  WW-552R,  Clay,  Cherry,  and  Collins 
Streets  Sewer  Replacement,  Water  Main  Installation,  and  Pavement  Renovation,  in  the  amount 
of  $4,466,518  (of  which  $1,853,445  is  funded  by  WWE.  $1,813,480  is  funded  by  Water 
Enterprise,  and  $799,593  is  funded  by  DPW),  lo  the  lowest,  qualified,  responsible  and  responsive 
bidder,  Shaw  Pipeline. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  22,  2013. 

Secretary,  Public  Utilities  Commission 


San  Francisco  public  Utilities  Commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 


MINUTES 
Tuesday,  October  22,  2013 


(As  Approved  on  November  12,  2013) 


1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


Commissioners 

Art  Torres,  President 
Vince  Courtney,  Vice  President 
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Anson  Moran 
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For  information,  contact  the  Commission  Secretary  at  554-3165. 
Minutes  and  ottier  information  are  available  on  the  SFPUG  web  site:  www.sfwater.orq 
Gavel-to-Gavel  coverage  available  at; 

http://sanfrancisco.qfanicus.comA^lewPublisher.phD?view  icl-22 


1.  Call  to  Order 

President  Torres  called  the  meeting  to  order  at  1:31PM. 

2.  Roll  Call 

Present:  Torres,  Courtney,  Caen,  Vietor,  and  Moran 

3.  Approval  of  Minutes  of  October  8.  2013 

On  motion: 

AYES:  Torres,  Courtney,  Caen,  Vietor,  and  Moran 

4.  Public  Comments 

•  Francisco  DaCosta  discussed  community  benefits  related  to  the  Sewer  System 
Improvement  Program. 

•  Espanola  Jackson  asked  about  the  arts  funding  hearing  and  why  there  was  a 
delay  in  scheduling  the  presentation  with  the  Arts  Commission.  She  asked  why 
certain  Bayview  artists  were  not  being  funded. 

•  Mr  Kevin  Williams,  co-chair,  Bayview  Hunters  Point  Arts  Council,  requested  that 
a  hearing  regarding  arts  funding  be  scheduled.  He  questioned  the  selection  and 
award  process. 

General  Manager  Kelly  Jr,  stated  that  the  Arts  Commission  is  in  charge  of  the 
selection  and  award  process.  He  noted  that  the  earliest  the  Arts  Commission  staff  is 
available  to  attend  is  the  second  meeting  in  November  He  suggested  that  Mr 
Williams  and  others  also  attend  the  Arts  Commission  meetings  to  express  their 
concerns. 

•  Angela  Armstrong,  Hunters  Point  Art  Gallery  and  Cultural  Center,  stated  she  was 
unaware  that  the  funding  was  going  through  the  Arts  Commission.  She 
questioned  why  awards  were  given  to  specific  agencies  and  artists. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Water  Supply  Agreement  Update 

d)  DB1 17.  Solar  Electric  Project  Construction  Close-Out 

e)  Calaveras  Dam  Pre-Construction  Effort 

Public  Comments 

•  Francisco  DaCosta  distributed  a  written  summary  of  his  comments  regarding 
Calaveras  Dam  Project  and  provided  a  verbal  summary. 

6.  Other  Commission  Business 

a)  Discussion  and  possible  action,  in  accordance  with  Rule  6  of  the  Rules  of  Order- 
to  nominate  and  elect  officers. 
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On  Motion  to  nominate  Commissioner  Caen  as  Vice  President: 
AYES:  Torres,  Courtney,  Caen,  Vietor,  and  Moran 

On  Motion  to  nominate  Commissioner  Courtney  as  President: 
AYES:  Torres,  Courtney,  Caen,  Vietor,  and  Moran 

Vice  President  Caen  ttianked  Commissioner  Torres  for  hiis  service  as  President. 
Public  Comments 

•  Espanola  Jacl<son  congratulated  the  President  and  Vice  President  and 
ttianl<ed  them  for  their  service. 

•  Francisco  DaCosta  thanl<ed  Commissioner  Torres  for  his  leadership.  He 
congratulated  President  Courtney  and  Vice  President  Caen  on  their 
appointments. 

President  Courtney  thanked  Commissioner  Torres  for  his  service  as  President,  and 
the  other  Commissioners  for  their  work.  He  stated  that  the  SFPUC  staff  is  talented 
and  hard-working,  and  that  he  looks  forward  to  working  with  them. 

7.  Report  of  the  General  Manager 

General  Manager  Kelly,  Jr.,  thanked  Commissioner  Torres  for  his  service  and  for  the 
support  he  has  given  him  during  his  first  year  as  General  Manager 

a)  Water  System  Improvement  Program  (WSIP)  Update 

Ms.  Julie  Labonte,  WSIP  Director,  discussed  two  milestones.  First,  the  New 
In/ington  Tunnel  hole-through  on  the  last  segment;  and  second,  the  completion  of 
the  installation  of  the  pipeline  lining  of  the  Bay  Tunnel. 

Ms.  Labonte  discussed  challenges  with  the  Calaveras  Project.  She  provided  a 
graphic  of  the  layback  of  Obsen/ation  Hill  and  discussed  challenges  with  geologic 
features.  She  stated  that  the  project  is  58  percent  complete,  and  discussed  work 
that  needs  to  be  done,  and  the  impacts  of  that  work.  She  stated  that  a  time- 
impact  analysis  will  be  conducted,  and  that  the  contractor  will  be  entitled  to 
compensation  for  any  time  impacts.  She  indicated  that  the  magnitude  of  the  cost 
and  time  impacts  should  be  known  by  January  2014.  She  stated  that 
contingencies  were  included  in  the  budget,  but  that  given  the  significance  of  the 
impacts,  additional  budget  may  be  needed  by  moving  or  delaying  other  projects. 

Commissioner  Torres  asked  if  the  City  of  Fremont  would  be  flooded  if  the  Dam 
collapses.  Dan  Wade,  Senior  Project  Manager,  stated  that  a  study  was  done 
during  the  EIR  process  which  indicated  that  if  the  Dam  failed  completely,  there 
would  be  water  several  feet  deep.  Commissioner  Torres  asked  if  flood  insurance 
is  provided  to  residents  of  Fremont.  Mr  Wade  indicated  he  wasn't  sure,  but 
would  research  the  answer   
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Public  Comments 

•  Espanola  Jackson  expressed  concern  with  flooding. 

8.  BAWSCA  Update 

Ms.  Nicole  Sandkulla,  BAWSCA,  congratulated  President  Courtney  and  Vice 
President  Caen  on  their  appointments  and  thanked  Commissioner  Torres  for  his 
service. 

Ms.  Sandkulla  provided  a  presentation  on  BAWSCA's  perspective  on  WSIP 
implementation  at  the  10  year  point.  She  noted  what  BAWSCA  believes  has  gone 
well,  and  detailed  the  areas  that  have  been  challenging  for  the  SFPUC.  She  stated 
that  the  SFPUC  must  remain  focused  to  achieve  success,  and  outlined  thoughts  on 
what  can  be  done  to  achieve  success.  She  expressed  concern  on  two  of  the  Level  of 
Service  Goals  (LOS).  First,  the  Peninsula  Pipeline  Seismic  Upgrade  Project,  which 
must  be  completed  to  meet  the  seismic  reliability  LOS  Goal;  and  second,  that  the 
water  supply  yield  of  service  projects  are  uncertain  and  may  not  meet  the  Water 
Supply  LOS  Goal.  She  offered  four  recommendations  as  presented  in  their  report. 

Commissioner  Vietor  requested  that  staff  provide  response  to  BAWSCA's 
recommendations. 

Commissioner  Moran  concurred  with  Commissioner  Vietor  and  requested  that  after 
staff  responds,  that  the  Commission  formally  adopt  the  recommendations.  He 
discussed  the  Water  LOS  as  they  relate  to  the  WSIP,  and  requested  that  staff 
provide  a  report  on  the  WSIP  projects  that  contribute  to  achieving  the  Water  Supply 
LOS  Goals  and  Objectives. 

9.  Consent  Calendar 

a)  Approve  and  award  Contract  No.  JOC-45.  Micro-LBE  Set-Aside.  General 
Building  (B-License)  for  Hetch  Hetchv.  for  a  not-to-exceed  amount  of  $1 .000.000. 
to  the  lowest,  qualified,  responsible  and  responsive  bidder.  Empire  Engineering  & 
Construction.  Inc.,  to  perform  general  building  and  construction  tasks  for  all 
SFPUC  Enterprise  Operations  and  Bureaus.  (Resolution  13-0152) 

b)  Accept  work  performed  by  M  Sguared  Construction.  Inc..  for  Contract  No.  WD- 
2456.  8-Inch  Ductile  Iron  Main  Installation  and  Pavement  Renovation  on  Mission 
Street  from  17"  Street  to  21"'  Street,  on  19'^  Street,  from  Shotwell  to  Valencia. 
and  on  San  Carlos  Street  from  Sycamore  to  21"'  Street:  Approve  Modification 
Nos.  2  and  3  (Final),  to  reconcile  final  payment  items  to  reflect  actual  guantities 
used  under  unit  price  and  allowance  bid  items,  decreasing  the  contract  bv 

$61 .987.  for  a  total  contract  amount  of  $2,591 ,441 .  and  with  a  time  extension  of 
27  consecutive  calendar  davs,  for  a  total  contract  duration  of  297  consecutive 
calendar  days:  and  authorize  final  payment  to  the  contractor.  (Resolutinn  13- 
0153) 
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c)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-552R.  Clav. 
Cherry,  and  Collins  Streets  Sewer  Replacement.  Water  Main  Installation,  and 
Pavement  Renovation,  in  the  amount  of  $4,466.518  (of  which  $1,853.445  is 
funded  by  WWE,  $1 ,813,480  is  funded  bv  Water  Enterprise,  and  $799,593  is 
funded  by  DPW),  to  the  lowest,  qualified,  responsible  and  responsive  bidder, 
Shaw  Pipeline,  to  replace  the  existing  sewers  and  water  mains  and  renovate  the 
existing  street  pavement  on  the  subject  streets  in  the  City  of  San  Francisco. 
(Resolution  13-0154) 

d)  Ratify  the  General  Manager's  approval  of  a  five-year  revocable  license  to  the 
Young  Men's  Christian  Association  of  San  Francisco  at  a  fair  market  Use  Fee  of 
$750  per  biannual  eight-week  season,  for  the  use  of  approximately  22,500 
sguare  feet  of  SFPUC  land  at  Sloat  Boulevard  and  22'^''  Avenue,  as  a  field  for  a 
youth  soccer  program.  (Resolution  13-0155) 

e)  Accept  work  performed  by  Bass  Electric  for  Contract  No.  DB-1 17,  Solar 
Photovoltaic  Renewable  Energy  Plants:  Chinatown  Public  Health  Center  and 
Muni  Woods  Motor  Coach  Facility,  for  a  total  contract  amount  of  $1 .397,749,  and 
with  a  total  contract  duration  of  365  consecutive  calendar  days:  and  authorize 
final  payment  to  the  contractor.  (Resolution  13-0156) 

f)  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to  execute 
a  five-year  revocable  license  with  the  Girl  Scouts  of  Northern  California,  for  the 
use  of  approximately  244,000  sguare  feet  of  SFPUC  land  near  Lake  Merced  in 
San  Francisco  for  a  summer  camp  facility  (Camp  Ida  Smith),  for  no  annual  Use 
Fee,  but  subject  to  maintenance  and  indemnity  obligations.  (Resolution  13-0157) 

Public  Comments 

•    Espanola  Jackson  provided  her  thoughts  on  item  9e,  and  discussed  the 
history  of  her  husband's  worl<  with  the  SFPUC. 

President  Courtney  provided  clarification  on  his  previous  request  regarding 
DB-117. 

On  Motion: 

AYES:  Torres,  Courtney,  Caen,  Vietor,  and  Moran 

REGULAR  BUSINESS 

10.  Approve  Amendment  No.  1  to  Agreement  No.  CS-139.  Environmental  Analysis 
Services  for  the  Moccasin  Facilities  Upgrade  Project,  with  Environmental  Science 
Associates  +Orion  Joint  Venture,  to  allow  for  completion  of  the  required 
environmental  review  and  resource  agency  permitting  processes  for  the  project: 
Authorize  the  General  Manager  to  execute  this  amendment  providing  a  time 
extension  of  three  years  for  a  total  agreement  duration  of  five  years  and  eiqht 
months,  with  no  change  to  the  aqreement  value.  (Resolution  13-0158) 


SFPUC  Minutes 
October  22,  2013 


Page  5 


Public  Comments 
None. 

On  Motion: 

AYES:  Torres,  Courtney,  Caen,  Vietor,  and  Moran 

11.  Authorize  the  General  Manager  to  execute  on  behalf  of  the  City  and  County  of  San 
Francisco,  the  third  amendment  to  the  Memorandum  of  Understanding  by  and 
between  the  SFPUC  and  other  members  of  the  Alameda  Creek  Fisheries 
Restoration  Workgroup:  Authorize  the  General  Manager  to  allocate  funding  for  the 
SFPUC  portion  of  the  Flow  Studies  as  described  in  the  amendment,  for  an  amount 
not-to-exceed  $12.500.  (Resolution  13-0159) 

Public  Comments 
None. 

On  Motion: 

AYES:  Torres,  Courtney,  Caen,  Vietor,  and  Moran 

12.  Authorize  the  General  Manager  to  apply  for  Proposition  84  grant  funding  pursuant 
to  the  Safe  Drinking  Water.  Water  Quality  and  Supply.  Flood  Control,  River  and 
Coastal  Protection  Bond  Act  of  2006  [Public  Resource  Code  Section  75065(a)1. 
through  the  Strategic  Growth  Council,  in  order  to  obtain  up  to  $800.000  in  Urban 
Greening  for  Sustainable  Communities  Program  funding;  and,  if  selected,  to  enter 
into  an  agreement  with  the  State  of  California  to  carry  out  the  Chinatown  Green 
Alleys  Project,  and  seek  Commission  and  Board  of  Supervisors  approval  to  accept 
and  expend  grant  funds,  if  awarded.  (Resolution  13-0160) 

Public  Comments 
None. 

On  Motion: 

A  YES:  Torres,  Courtney,  Caen,  Vietor,  and  Moran 

13.  Approve  Project  No.  CUW36702  -  Peninsula  Pipelines  Seismic  Upgrade  Project  in 
northern  San  Mateo  County.  California:  Adopt  the  reguired  California  Environmental 
Quality  Act  Findings,  including  a  Statement  of  Overriding  Considerations,  and  the 
Mitigation  Monitoring  and  Reporting  Program:  and  authorize  the  General  Manager 
to  implement  the  Project,  in  compliance  with  the  Charter  and  applicable  law,  and 
subject  to  Board  of  Supervisors  approval  where  reguired.  (Resolution  13-0161) 

Public  Comments 
None. 
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On  Motion: 

AYES:  Torres,  Courtney,  Caen,  Vietor,  and  Moran 

14.  Approve  Project  No.  CUW2730502.  San  Andreas  Pipeline  2  and  San  Andreas 
Pipeline  3  Improvements  Project  in  the  City  of  South  San  Francisco.  San  IVIateo 
County.  California:  Adopt  findings  pursuant  to  the  California  Environmental  Quality 
Act  including  adopting  the  Mitigation  Monitoring  and  Reporting  Program  for  the 
Baden  and  San  Pedro  Valve  Lots  Improvements  Project,  as  applied  to  the  Project: 
and  authorize  the  General  Manager  to  implement  the  Project,  in  compliance  with 
the  Charter  and  applicable  law.  (Resolution  13-0162) 

Public  Comments 
None. 

On  Motion: 

AYES:  Torres,  Courtney,  Caen,  Vietor,  and  Moran 

15.  Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 

•  Mr  Richard  i-iansen  expressed  tiis  concerns  with  possible  threats  to  facilities  as 
a  result  of  disasters. 

16.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

On  motion  TO  assert: 

AYES:  Torres,  Courtney,  Caen,  Vietor,  and  Moran 
The  Commission  entered  Closed  Session  at  2:40  PM. 
Closed  Session 

1 7.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10(d)(1). 
Existing  Litigation: 

Walsh  y.  City  and  County  of  San  Francisco 
Alameda  County  Superior  Court  No.  RG  1 160618 
City  Attorney  File  Number:  120833 
Date  filed:  November  29,  201 1 

18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9  (d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1). 
Existing  Litigation: 

Mark  Pear  and  Matt  Pear  v.  City  and  County  of  San  Francisco 
Santa  Clara  Superior  Court  Case  No.:  1-12-CVC-227801 
City  Attorney  File  Number:  130094 
Date  Filed:  July  5,  2012 
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19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1). 
Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529309 

City  Attorney  File  No.  0000657/Date  Filed  March  6,  2013:  Served  June  6,  2013 

20.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1). 
Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529310 
City  Attorney  File  No.  0000657/Date  Filed  June  6,  2013 

21 .  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1). 
Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A127554/Date  Filed:  January  29,  2010 

22.  Conference  with  Legal  Counsel-  Pursuant  to  California  Government  Code  Section 
54956.9(d)(4)  and  San  Francisco  Administrative  Code  Section  67.10(d)(2). 
Anticipated  Litigation  as  Plaintiff 

23.  Conference  with  Legal  Counsel-  Pursuant  to  California  Government  Code  Section 
54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10(d)(1). 
Existing  Litigation 

California  Coastal  Protection  Network  v.  City  and  County  of  San  Francisco 
San  Francisco  Superior  Court  Case  No.:  CGC-1 1-513176 

24.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 
Section  54957  and  San  Francisco  Administrative  Code  67.10(a). 
Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 
and  Power  Systems. 

Ttie  Commission  exited  Closed  Session  at  3:18  PM. 

25.  Announcement  following  Closed  Session 

President  Courtney  stated  that  no  action  was  taken  during  Closed  Session. 

26.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

On  Motion  NOT  to  Disclose: 

AYES:  Torres,  Courtney,  Caen,  Vietor,  and  Moran 
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27.  Other  new  business. 

President  Courtney  asked  that  a  discussion  be  scheduled  related  to  the  connection 
of  performing  certain  types  of  solar  installation  work,  at  certain  rates  of  pay,  and  the 
inability  to  meet  necessary  criteria  and  subsequent  findings. 

President  Courtney  adjourned  the  meeting  at  3:20  PM. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0155 


WHEREAS,  The  Young  Men's  Christian  Association  of  San  Francisco  (YMCA) 
executed  a  permit  with  the  San  Francisco  Public  Utilities  Commission  (SFPUC),  Permit  P3699, 
in  2003  for  use  of  SFPUC  land  near  the  intersection  of  Sloat  Boulevard  and  22'"'  Avenue,  San 
Francisco,  California  (Premises)  as  a  soccer  field  for  a  youth  soccer  program;  and 

WHEREAS,  The  YMCA  desires  to  obtain  a  new  license  for  use  of  the  Premises  as  a 
soccer  field  for  a  youth  soccer  program  during  biannual  eight-week  seasons  over  the  next  five 
years;  and 

WHEREAS,  The  SFPUC  desires  to  enter  into  a  revocable  license  (License)  with  the 
YMCA,  allowing  the  YMCA  to  use  the  Premises  as  a  soccer  field;  and 

WHEREAS,  The  SFPUC  Bureau  of  Environmental  Management  has  determined 
issuance  of  the  requested  license  to  conduct  youth  soccer  activities  during  the  specified  time 
periods  and  under  the  proposed  restrictions  does  not  fall  within  the  definition  of  a  "project" 
under  California  Environmental  Quality  Act  Section  15378  because  there  would  be  no  direct  or 
indirect  change  in  the  environment  as  the  result  of  the  proposed  activities.;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  terms  and  conditions  of  the 
License  and  ratifies  the  SFPUC  General  Manager's  approval  in  executing  the  License;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  ratifies,  approves  and  authorizes 
all  actions  heretofore  taken  by  any  City  official  in  connection  with  this  License,  and  authorizes 
the  General  Manager  to  enter  into  any  amendments  or  modifications  to  the  License,  including 
without  limitation,  the  exhibits,  that  the  General  Manager  determines,  in  consultation  with  the 
City  Attorney,  are  in  the  best  interest  of  the  City;  do  not  materially  increase  the  obligations  or 
liabilities  of  the  City;  are  necessary  or  advisable  to  effectuate  the  purposes  and  intent  of  the 
License  or  this  resolution;  and  are  in  compliance  with  all  applicable  laws,  including  the  City 
Charter. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  October  22,  2013. 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0156 


WHEREAS,  Construction  has  been  completed  for  Power  Enterprise  Solar  Project-funded 
Contract  No.  DB-117  Solar  Photovoltaic  Renewable  Energy  Plants:  Chinatown  Public  Health 
Center  &  MUNI  Woods  Motor  Coach  Facility,  by  the  contractor,  Bass  Electric;  and 

WHEREAS,  On  November  10,  2009,  by  Resolution  No.  09-0189,  this  Commission 
awarded  Contract  No.  DB-117  Solar  Photovoltaic  Renewable  Energy  Plants:  Chinatown  Public 
Health  Center  &  MUNI  Woods  Motor  Coach  Facility,  in  the  amount  of  $1,397,749,  to  the 
lowest,  qualified  responsible  and  responsive  bidder,  Bass  Electric;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  July  1,  2010,  with  an 
original  schedule  of  365  consecutive  calendar  days  and  the  contract  work  was  completed  in  709 
consecutive  calendar  days  on  June  8,  2012;  and 

WHEREAS,  The  original  contract  amount  was  for  $1,397,749  and  the  original  contract 
duration  was  365  consecutive  calendar  days;  and 

WHEREAS,  The  Contract  Monitoring  Division  determined  that  the  contractor  achieved 
3.22%  of  the  established  5%  Local  Business  Enterprise  subcontractor  participation  goal,  and 
issued  a  fine  for  $300  prior  to  approval  for  closeout;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUH947  -  Sustainable  Energy 
Account;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  Bass  Electric  for 
Power  Enterprise  Solar  Project- funded  Contract  No.  DB-117  Solar  Photovoltaic  Renewable 
Energy  Plants:  Chinatown  Public  Health  Center  &  MUNI  Woods  Motor  Coach  Facility,  for  a 
total  contract  amount  of  51,397,749,  and  with  a  total  contract  duration  of  709  consecutive 
calendar  days;  and  authorizes  final  payment  to  the  contractor. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  22,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


13-0157 


WHEREAS,  The  Girl  Scouts  of  Northern  California  (Girl  Scouts)  executed  a  permit  with 
the  San  Francisco  Public  Utilities  Commission  (SFPUC),  Permit  P3689  in  1973,  for  the  use  of 
SFPUC  land  near  the  Lake  Merced  Pump  Station  at  991  Lake  Merced  Boulevard,  San  Francisco, 
California  (the  Premises),  as  Camp  Ida  Smith;  and 

WHEREAS,  Due  to  the  Water  System  Improvement  Program  (WSIP),  the  SFPUC  took 
back  the  Premises  for  temporary  staging  and  operations;  and 

WHEREAS,  Now  that  WSIP  activities  have  concluded  on  the  Premises,  the  Girl  Scouts 
now  desires  to  obtain  a  new  license  to  use  the  Premises  as  Camp  Ida  Smith;  and 

WHEREAS,  The  SFPUC  desires  to  enter  into  a  new  revocable  license  (License)  with  the 
Girl  Scouts,  allowing  the  Girl  Scouts  to  use  the  Premises  as  a  summer  camp  facility,  for  no 
annual  use  fee,  but  subject  to  their  obligation  to  maintain  the  Premises  and  provide  indemnity  to 
the  SFPUC;  and 

WHEREAS,  On  September  30,  2013,  under  the  Delegation  Agreement  with  the  San 
Francisco  Planning  Department,  the  SFPUC  Bureau  of  Environmental  Management  has 
determined  adoption  of  this  Resolution  does  not  constitute  a  "project"  under  California 
Environmental  Quality  Act  Guidelines  Section  15378  because  there  would  be  no  physical  change 
in  the  environment;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  ratifies,  approves  and  authorizes  all  actions 
heretofore  taken  by  any  City  official  in  connection  with  this  License;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  the  terms  and 
conditions  of  this  License;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  and  directs  the 
SFPUC  General  Manager  to  execute  the  License;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
to  enter  into  any  amendments  or  modifications  to  the  License,  including  without  limitation,  the 
exhibits,  that  the  General  Manager  determines,  in  consultation  with  the  City  Attorney,  are  in  the 
best  interest  of  the  City;  do  not  materially  increase  the  obligations  or  liabilities  of  the  City;  are 
necessary  or  advisable  to  effectuate  the  purposes  and  intent  of  the  License  or  this  resolution;  and 
are  in  compliance  with  all  applicable  laws,  including  the  City  Charter. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  October  22.  2013. 


Secretary,  Public  Utilities  Commission 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0158 


WHEREAS,  On  March  22,  2011,  this  Commission  awaided  Agreement  No.  CS-139, 
Environmental  Analysis  Services  for  the  Moccasin  Facilities  Upgrade  Project,  and  authorized  the 
General  Manager  of  the  San  Francisco  Public  Utilities  Commission  to  execute  a  professional 
services  agreement,  in  the  amount  of  $1,200,000,  and  with  a  term  of  2  years  and  8  months, 
conckiding  on  January  1 ,  2014,  with  Environmental  Science  Associates  +Orion  Joint  Venture. 

WHEREAS,  Amendment  No.  1  is  being  requested  to  extend  the  agreement  term  by  three 
years  to  January  1,  2017  to  allow  for  completion  of  the  required  CEQA  and  resource  agency 
permitting  processes  for  the  project,  for  total  agreement  duration  of  five  years  and  eight  months; 
and 

WHEREAS,  A  Contract  Monitoring  Division  sub-consulting  goal  of  13%  Local  Business 
Enterprise  participation  of  the  total  value  of  services  to  be  provided  has  been  established  for  this 
agreement;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  Project  No.  CUH10214  - 
Moccasin  Facilities  Upgrade  Project;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  I  to  Water 
Enterprise,  revenue-funded  Agreement  No.  CS-139,  Environmental  Analysis  Services  for  the 
Moccasin  Facilities  Upgrade  Project,  with  Environmental  Science  Associates+Orion  Joint 
Venture  in  order  to  provide  ongoing  environmental  analysis  services  and  permitting  support,  and 
authorizes  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  to  execute  this 
amendment,  with  a  lime  extension  of  three  years,  for  a  total  agreement  duration  of  five  years  and 
eight  months,  with  no  change  to  the  agreement  value. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  22,  2013. 


J 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0159 


WHEREAS,  The  Alameda  Creek  Fisheries  Restoration  Workgroup  (Workgroup)  was 
organized  in  1999  to  address  steelhead  restoration  issues  in  the  Alameda  Creek  Watershed;  and 

WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  is  a  member  and 
active  participant  of  the  Workgroup;  and 

WHEREAS,  The  SFPUC  in  Resolution  No.  06-0056  dated  April  1 1,  2006  authorized  the 
General  Manager  to  execute  a  Memorandum  of  Understanding  by  and  between  the  San 
Francisco  Public  Utilities  Commission  and  other  members  of  the  Alameda  Creek  Fisheries 
Restoration  Workgroup  to  initiate  Phases  I  Flow  Studies  focused  on  the  restoration  of  steelhead 
to  Alameda  Creek;  and 

WHEREAS,  The  SFPUC,  in  Resolution  No.  09-0048  dated  March  24.  2009.  authorized 
the  General  Manager  to  execute  the  first  amendment  to  a  Memorandum  of  Understaiiding  by  and 
between  the  San  Francisco  Public  Utilities  Commission  and  other  members  of  the  Alameda 
Creek  Fisheries  Restoration  Workgroup  to  begin  Phase  2  Flow  Studies  focused  on  tlie  restoration 
of  steelhead  to  Alameda  Creek;  and 

WHEREAS,  The  SFPUC,  in  Resolution  No.  10-0215  dated  December  14,  2010, 
autliorized  the  General  Manager  to  execute  the  second  amendment  to  a  Memorandum  of 
Understanding  by  and  between  the  San  Francisco  Public  Utilities  Commission  and  other 
members  of  the  Alameda  Creek  Fisheries  Restoration  Workgroup  to  continue  Phase  2  Flow 
Studies  focused  on  the  restoration  of  steelhead  to  Alameda  Creek;  and 

WHEREAS,  The  panies  desire  to  enter  into  the  third  amendment  to  the  Memorandum  of 
Understanding  to  continue  work  related  to  the  Flow  Studies;  and 

WHEREAS,  The  SFPUC  will  provide  funding  to  cover  the  SFPUC  portion  of  work 
related  to  the  Flow  Studies  as  described  in  the  MOU  for  an  amount  not  to  exceed  $12,500;  and 

WHEREAS,  The  Bureau  of  Environmental  Management  has  determined  continuation 
and  completion  of  the  Flow  Studies  authorized  under  the  Memorandum  of  Understanding  as 
amended  and  under  the  proposed  third  amendment  is  exempt  from  the  California  Environmental 
Quality  Act  (CEQA)  under  CEQA  Guidelines  Section  15306  (Information  Collection)  because 
the  Flow  Studies  are  strictly  for  information  gathering  and  would  not  result  in  serious  or  major 
disturbance  of  an  environmental  resource;  and 

WHEREAS,  Funds  for  this  agreement  will  be  available  at  the  time  of  award  of  the 
agreement  from  Project  No  CUW257  Watershed  Protection  -  Water  Enterprise  Operating 
Budget  Funds;  now,  therefore,  be  it 


RESOLVED.  That  the  General  Manager  of  the  SFPUC  is  hereby  authorized  to  finalize 
and  execute  the  third  amendment  to  the  Memorandum  of  Understanding  with  the  other  members 
of  the  Alameda  Creek  Fisheries  Restoration  Workgroup  to  participate  in  the  continued  work 
related  to  the  Flow  Studies  focused  on  the  restoration  of  steelhead  to  Alameda  Creek,  and  further 
to  authorize  the  General  Manager  of  the  SFPUC  to  allocate  fimding  for  the  SFPUC  portion  of  the 
Flow  Studies  as  described  in  the  MOU,  for  an  amount  not  to  exceed  512,500. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  22,  2013. 


njj^mjK.   

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  13-0160 


WHEREAS,  This  Commission  supports  urban  greening  projects  that  improve  the 
management  of  stormwater  and  water  quality  while  providing  additional  neighborhood  benefits; 
and 

WHEREAS,  This  Commission  supports  leveraging  local  resources  by  applying  for 
external  funding;  and 

WHEREAS,  The  Legislature  and  Governor  of  the  State  of  California  have  provided 
funds  for  the  Urban  Greening  Grant  Program  under  the  Safe  Drinking  Water,  Water  Quality  and 
Supply,  Flood  Control,  River  and  Coastal  Protection  Bond  Act  of  2006  and  announced  the 
availability  of  up  to  $21,000,000  in  state  funds  through  the  Proposition  84  Grant  Program  for 
projects  that  support  urban  greening  for  sustainable  communities;  and 

WHEREAS,  The  Strategic  Growth  Council  has  been  delegated  the  responsibility  for  the 
administration  of  the  grant  program,  establishing  necessary  procedures;  and 

WHEREAS,  Said  procedures  established  by  the  Strategic  Growth  Council  require  a 
resolution  certifying  the  approval  of  application  by  the  Commission;  and 

WHEREAS,  The  SFPUC  intends  to  apply  for  grant  funding  through  the  Strategic  Growth 
Council  for  the  proposed  Chinatown  Green  Alley  Project;  and 

WHEREAS,  Under  the  Delegation  Agreement  with  the  San  Francisco  Planning 
Department,  the  SFPUC  Bureau  of  Environmental  Management  has  determined  adoption  of  this 
Resolution  does  not  constitute  a  "project"  under  California  Environmental  Quality  Act  (CEQA) 
Guidelines  Section  15378  because  the  requested  action  by  the  Commission  would  involve 
creation  of  a  government  funding  mechanism  or  other  government  fiscal  activities  which  do  not 
involve  any  commitment  to  any  specific  project.  Should  the  grant  be  awarded  by  the  State  of 
California  environmental  review  would  be  completed  under  CEQA  prior  to  subsequent  action  by 
this  Comjnission  and  the  Board  of  Supervisors  to  approve  acceptance  and  expenditure  of  the 
funds,  and  the  award  of  a  construction  contract  to  implement  the  proposed  Chinatown  Green 
Alley  Project;  and 

WHEREAS,  The  Strategic  Growth  Council  can  fund  up  to  $800,000  of  approved  project 
cost;  and 

WHEREAS,  This  Commission  supports  the  submittal  of  the  Urban  Greening  for 
Sustainable  Communities  Grant  Program  to  the  Strategic  Growth  Council;  and 

WHEREAS,  If  selected  for  a  Proposition  84  Urban  Greening  Grant,  the  SFPUC  will 
work  with  the  State  of  California,  Strategic  Growth  Council  to  meet  established  grant 
requirements;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  (SFPUC)  or  his  or  her  designee  to  apply  to  the  California 
Urban  Greening  for  Sustainable  Communities  Proposition  84  Grant  Program  for  funding  up  to 
$800,000  for  the  proposed  Chinatown  Green  Alley  Project;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  certifies  that  the  SFPUC  I)  understands 
the  assurances  and  cenification  in  the  application,  2)  has  sufficient  funds  to  operate  and  maintain 
the  project  consistent  with  the  land  tenure  requirements,  3)  will  comply  with  the  provisions  of 
Section  177  L5  of  the  State  Labor  Code  regarding  payment  of  prevailing  wages  on  projects 
awarded  Proposition  84  funds,  4)  will  comply  with  any  laws  and  regulations  including,  but  not 
limited  to,  legal  requirements  for  building  codes,  health  and  safety  codes,  disabled  access  laws, 
environmental  laws,  and  that  prior  to  commencement  of  construction,  all  applicable  permits  will 
have  been  obtained,  5)  will  work  towards  the  Governor's  State  Planning  Priorities  intended  to 
promote  equity,  strengthen  the  economy,  protect  the  environment  and  promote  public  health  and 
safety  as  included  in  Government  Code  Section  65041.1,  and  6)  designates  the  General  Manager, 
and  his  designee,  the  Wastewater  Enterprise  Grants  Program  Manager,  to  conduct  all 
negotiations,  execute  and  submit  all  documents  including,  but  not  limited  to  applications, 
agreements,  payment  requests  and  so  on,  which  may  be  necessary  for  completion  of  the 
Chinatown  Green  Alley  Project;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  of  the 
SFPUC  or  his  or  her  designee  to  complete  design  and  environmental  review  pursuant  to  CEQA, 
and  if  the  grant  is  awarded,  to  seek  Commission  and  Board  of  Supervisors  approval  to  accept 
and  expend  those  funds;  and  to  execute  such  additional  documents  or  take  such  additional 
actions  as  may  be  necessary  to  implement  the  Grant  Agreement,  including,  if  appropriate, 
indemnifying  the  Strategic  Growth  Council  for  liability  associated  with  the  projects,  to  the  extent 
approved  by  the  City's  Risk  Manager  and  the  City  Attorney. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  22,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0161 


WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  developed  a 
project  description  under  the  Water  System  Improvement  Program  (WSIP)  for  the  improvements 
to  the  regional  water  supply  system,  otherwise  known  as  Project  No.  CUW36702,  Peninsula 
Pipelines  Upgrade  Project  (Project)  in  northern  San  Mateo  County,  California:  and 

WHEREAS,  The  Project  is  an  improvement  facility  project  approved  by  the  SFPUC  as 
part  of  the  WSIP;  and 

WHEREAS,  A  Final  Program  Environmental  Impact  Report  (PEIR)  was  prepared  for  the 
WSIP  and  certified  by  the  Plaiming  Commission  on  October  30,  2008  by  Motion  No.  17734;  and 

WHEREAS,  Thereafter,  the  SFPUC  approved  the  WSIP  and  adopted  findings  and  a 
Mitigation  Monitoring  and  Reporting  Program  (MMRP)  as  required  by  California  Environmental 
Quality  Act  (CEQA)  on  October  30,  2008  by  Resolution  No.  08-200;  and 

WHEREAS,  The  PEIR  has  been  made  available  for  review  by  the  SFPUC  and  the  public, 
and  is  part  of  the  record  before  this  Commission; 

WHEREAS,  SFPUC  staff  has  determined  that  the  Project  construction,  implementation, 
operation  or  maintenance  will  possibly  require  the  SFPUC  to  acquire,  pursuant  to  Government 
Code  Section  7260  et  seq.  statutory  procedures,  temporary  or  permanent  interests  in  real 
property  in:  (I)  Assessor's  Parcel  #019-170-020  owned  by  San  Mateo  Union  High  School 
District;  (2)  Assessor's  Parcel  #019-170-130  owned  by  Ng  Cheuk  Family  Trust;  (3)  Assessor's 
Parcel  #019-170-150  owned  by  Wong  Thomas  Wai-Kun  Trust;  (4)  Multiple  Assessor's  Parcel 
Numbers  owned  by  Shelter  Creek  Condominium  Owner's  Association  in  San  Mateo  County;  (5) 
Assessor's  Parcel  #'s  021-490-050,  021-030-040,  021-030-020,  021-233-360,  021-490-040 
owned  by  the  City  of  Millbrae;  (6)  Assessor's  Parcel  #021-470-030  owned  by  Green  Hills 
Country  Club;  (7)  Assessor's  Parcel  #021-084-620  owned  by  Lomita  Hills  LLC;  (8)  Assessor's 
Parcel  #008-421-120  owned  by  Kohl's  Depanment  Stores  Lessee;  (9)  Assessor's  Parcel  #010- 
400-110  owned  by  Trans-Global  LLC;  and  (10)  Assessor's  Parcel  #010-400-240  owned  by  El 
Camino  Enterprise  LLC;  and 

WHEREAS,  The  Project  requires  that  the  General  Manager  be  authorized  to  obtain, 
consistent  with  SFPUC  existing  fee  or  easement  interests,  where  applicable,  any  necessary 
permits,  consents  from,  and/or  other  agreements  with,  Caltrans,  City  of  Millbrae,  City  of  San 
Bnmo,  City  of  South  San  Francisco,  San  Mateo  County,  San  Mateo  Union  High  School  District. 
Shelter  Creek  Condo  Association,  and  Green  Hills  Country  Club,  relating  to  proposed  Project 
construction  activities  and  the  relocation  of  existing  utilities  owned  or  operated  by  these  entities 
within  or  adjacent  to  the  Project  area.  To  the  extent  that  the  terms  and  conditions  of  the  required 
permits,  instruments,  or  agreements  require  SFPUC  to  indemnify  other  parties,  those  indemnity 
obligations  are  subject  to  review  and  approval  by  the  San  Francisco  Risk  Manager.  The 
Commission  Resolution  authorizes  the  General  Manager,  in  consultation  with  the  City  Attorney, 


to  agree  to  other  such  terms  and  conditions  (e.g.  maintenance,  repair,  and  responsibility  for 
relocation  of  utilities  or  improvements)  that  are  in  the  public  interest,  are  consistent  with  the 
SFPUC's  existing  rights,  and  in  the  judgment  of  the  General  Manager,  are  reasonable  and 
appropriate  for  the  scope  and  duration  of  the  requested  use;  and 

WHEREAS,  The  Project  requires  that  the  General  Manager  or  his  designee  be  authorized 
,  to  (i)  exercise  any  City  or  SFPUC  right  under  any  deed,  easement,  lease,  perniit,  or  license  as 
necessary  or  advisable  in  connection  with  the  Project,  and  (ii)  negotiate  and  execute  with  owners 
or  occupiers  of  property  interests  or  utility  facilities  or  improvements,  on,  along,  over,  under, 
adjacent  to,  or  in  the  vicinity  of  the  SFPUC's  right-of-way,  new  or  amended  easements,  leases, 
permits,  licenses,  encroachment  removal,  or  other  project  related  agreements  (each,  a  Use 
Instrument)  with  respect  to  uses  and  structures,  fences,  and  other  above-ground  or  subterranean 
improvements.  The  General  Manager's  authority  so  granted  will  include  the  authority,  if 
necessary  for  the  Project,  to  enter  into,  amend,  or  exercise  rights  under  existing  or  new  Use 
Instruments  with  any  owner  or  occupier  of  property  on,  along,  over,  under,  adjacent  to,  or  in  the 
vicinity  of  the  SFPUC  right-of-way,  including  Use  Instruments  required  to  accommodate  project 
construction  activities  or  schedule,  or  to  implement  Project  mitigation  measures,  but  excluding 
the  authority  to  dispose  of  any  SFPUC  real  property  interest.  Any  such  new  or  amended  Use 
Instrument  will  be  in  a  form  that  the  General  Manager  determines  is  in  the  public  interest  and  is 
acceptable,  necessary,  and  advisable  to  effectuate  the  purposes  and  intent  of  this  Commission 
Resolution,  and  in  compliance  with  the  Charter  and  all  applicable  laws,  and  approved  as  to  form 
by  the  City  Attorney; 

WHEREAS,  The  objectives  of  the  Project  are  to  upgrade  segments  of  the  San  Andreas 
Pipeline  No.  2  (SAPL2),  San  Andreas  Pipeline  No.  3  (SAPL3),  and  San  Andreas  Branch  of 
Sunset  Supply  Pipeline  (SABSSP)  to  meet  current  seismic  standards  in  locations  where  they 
cross  the  Serra  Fault,  and  achieve  WSIP  seismic  reliability  LOS  goals;  and 

WHEREAS,  On  October  17,  2013,  the  San  Francisco  Planning  Commission  reviewed 
and  considered  the  Final  Environmental  Impact  Report  (FEIR)  for  the  Project  in  Planning 
Department  File  No.  2011.0123E,  consisting  of  the  Draft  Environmental  Impact  Report  (EIR) 
and  the  Comments  and  Responses  document,  and  found  that  the  contents  of  said  report  and  the 
procedures  through  which  the  FEIR  was  prepared,  publicized  and  reviewed  complied  with  the 
provisions  of  the  CEQA,  the  CEQA  Guidelines  and  Chapter  31  of  the  San  Francisco 
Administrative  Code  and  found  further  diat  the  FEIR  reflects  the  independent  judgment  and 
analysis  of  the  City  and  County  of  San  Francisco,  is  adequate,  accurate  and  objective,  and  that 
the  Comments  and  Responses  document  contains  no  significant  revisions  to  the  Draft  EIR,  and 
certified  the  completion  of  said  FEIR  in  compliance  with  CEQA  and  the  CEQA  Guidelines  in  its 
Motion  No.  19004;  and 

WHEREAS,  The  FEIR  prepared  for  the  Project  is  tiered  from  the  PEIR.  as  authorized  by 
and  in  accordance  with  CEQA  and  the  CEQA  Guidelines;  and 

WHEREAS,  This  Commiss  ion  has  reviewed  and  considered  the  information  contained  in 
the  FEIR,  all  written  and  oral  information  provided  by  the  Planning  Department,  the  public, 
relevant  public  agencies,  SFPUC  and  other  experts  and  the  administrative  files  for  the  Project 
and  the  EIR;  and 


WHEREAS,  The  Project  and  FEIR  files  have  been  made  available  for  review  by  the 
SFPUC  and  the  public,  and  those  files  are  part  of  the  record  before  this  Commission;  and 

WHEREAS,  The  Planning  Department,  Steven  H.  Smith,  is  the  custodian  of  records, 
located  in  File  No  201 1.01 23E  ,  at  1650  Mission  Street,  Fourth  Floor,  San  Francisco,  California; 
and 

WHEREAS,  SFPUC  staff  prepared  proposed  findings,  as  required  by  CEQA,  (CEQA 
Findings)  and  a  proposed  MMRP,  which  material  was  made  available  to  the  public  and  the 
Commission  for  the  Commission's  review,  consideration  and  action;  now,  therefore,  be  it 

RESOLVED,  This  Commission  has  reviewed  and  considered  the  FEIR,  finds  that  the 
FEIR  is  adequate  for  its  use  as  the  decision-making  body  for  the  actions  taken  herein,  and  hereby 
adopts  the  CEQA  Findings,  including  the  statement  of  overriding  considerations,  attached  hereto 
as  Exhibit  A  and  incorporated  herein  as  part  of  this  Resolution  by  diis  reference  thereto,  and 
adopts  the  MMRP  attached  to  this  Resolution  as  Attachment  B  and  incorporated  herein  as  pan  of 
this  Resolution  by  this  reference  thereto,  and  authorizes  a  request  to  the  Board  of  Supervisors  to 
adopt  the  same  CEQA  Findings,  Statement  of  Overriding  Considerations  and  MMRP;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  SFPUC  General 
Manager  or  his  designee,  to  the  extent  necessary  for  Project  construction,  implementation, 
operation  or  maintenance,  to  undertake  the  process,  in  compliance  with  Government  Code 
Section  7260  et  seq.,  with  the  San  Francisco  Charter  and  all  applicable  laws,  to  take  steps 
necessary  to  acquire,  temporary  or  permanent  interests  in  real  property  in:  (1)  Assessor's  Parcel 
#019-170-020  owned  by  San  Mateo  Union  High  School  District;  (2)  Assessor's  Parcel  #019- 
170-130  owned  by  Ng  Cheuk  Family  Trust;  (3)  Assessor's  Parcel  #019-170-150  owned  by 
Wong  Thomas  Wai-Kun  Trust;  (4)  Multiple  Assessor's  Parcel  Numbers  owned  by  Shelter  Creek 
Condominium  Owner's  Association  in  San  Mateo  County;  (5)  Assessor's  Parcel  #'s  021-490- 
050,  021-030-040,  021-030-020,  021-233-360,  021-490-040  owned  by  the  City  of  Millbrae;  (6) 
Assessor's  Parcel  #021-470-030  owned  by  Green  Hills  Country  Club;  (7)  Assessor's  Paicel 
#021-084-620  owned  by  Loraita  Hills  LLC;  (8)  Assessor's  Parcel  #008-421-120  owned  by 
Kohl's  Department  Stores  Lessee;  (9)  Assessor's  Parcel  #010-400-1 10  owned  by  Trans-Global 
LLC;  and  (10)  Assessor's  Parcel  #010-400-240  owned  by  El  Camino  Enterprise  LLC,  and  to 
seek  Board  of  Supervisors'  approval  if  necessary,  and  provided  that  any  necessary  Board 
approval  has  been  obtained,  to  accept  and  execute  final  agreements,  and  any  other  related 
documents  necessary  to  consummate  the  transactions  contemplated  therein,  in  such  form, 
approved  by  the  City  Attorney;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager,  or  his 
designee,  to  obtain  any  necessary  permits,  consents  from,  and/or  other  agreements  with  Caltrans, 
City  of  San  Bruno,  City  of  South  San  Francisco,  City  of  Millbrae,  San  Mateo  County,  San  Mateo 
Union  High  School  District,  Shelter  Creek  Condominium  Owner's  Association,  and  Green  Hills 
Country  Club,  relating  to  proposed  Project  construction  activities  and  the  relocation  of  existing 
utilities  owned  or  operated  by  these  entities  within  or  adjacent  to  the  Project  area.  These  permits 
or  agreements  shall  be  consistent  with  SFPUC  existing  fee  or  easement  interests,  where 
applicable.  To  the  extent  that  the  terms  and  conditions  of  the  required  permits,  instruments,  or 


agreements  require  SFPUC  to  indemnify  other  parties,  those  indemnity  obligations  shall  be 
subject  to  review  and  approval  by  the  San  Francisco  Risk  Manager.  The  General  Manager,  in 
consultation  with  the  City  Attorney,  may  agree  to  other  such  terms  and  conditions  (e.g. 
maintenance,  repair,  and  responsibility  for  relocation  of  utilities  or  improvements)  that  are  in  the 
public  interest,  are  consistent  with  the  SFPUC's  existing  rights,  and  in  the  judgment  of  the 
General  Manager,  are  reasonable  and  appropriate;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager,  or  his 
designee,  to  (i)  exercise  any  City  or  SFPUC  right  under  any  deed,  easement,  lease,  permit,  or 
license  as  required  or  advisable  in  connection  with  the  Project,  and  (ii)  negotiate  and  execute 
with  owners  or  occupiers  of  property  interests  or  utility  facilities  or  improvements,  on,  along, 
over,  under,  adjacent  to,  or  in  the  vicinity  of  the  SFPUC's  right-of-way  new  or  amended 
easements,  leases,  permits,  licenses,  encroachment  removal,  or  other  Project  related  agreements 
(each,  a  Use  Instrument)  with  respect  to  uses  and  structures,  fences,  and  other  above-ground  or 
subterranean  improvements.  The  General  Manager's  authority  so  granted  includes  the  authority, 
if  necessary  for  the  Project,  to  enter  into,  amend,  or  exercise  rights  under  existing  or  new  Use 
histruments  with  any  owner  or  occupier  of  property  on,  along,  over,  under,  adjacent  to,  or  in  the 
vicinity  of  the  SFPUC  right-of-way,  including  Use  histruments  required  to  accommodate  Project 
construction  activities  or  schedule,  or  to  implement  Project  mitigation  measures,  but  excluding 
the  authority  to  dispose  of  any  SFPUC  real  property  interest.  Any  such  new  or  amended  U.se 
histrument  will  be  in  a  form  that  the  General  Manager  determines  is  in  the  public  interest  and  is 
acceptable,  necessary,  and  advisable  to  effectuate  the  purposes  and  intent  of  this  Commission 
Resolution,  and  in  compliance  with  the  Charter  and  all  applicable  laws,  and  approved  as  to  form 
by  the  City  Attorney;  and  be  it 

FURTHER  RESOLVED,  That  the  General  Manager  or  his  designee  is  authorized 
to  apply  for,  and  if  necessary,  seek  Board  of  Supervisors'  approval,  and,  if  approved,  accept  and 
execute  required  permits  or  approvals,  as  necessary,  in  connection  with  Project  construction, 
from  local  municipalities  or  counties,  including  but  not  limited  to;  (i)  San  Mateo  County,  City  of 
Colma,  City  of  Millbrae,  City  of  San  Bruno,  and  City  of  South  San  Francisco,  and  (ii)  by  U.S. 
Aimy  Corps  of  Engineers,  U.S.  Fish  &  Wildlife  Service,  California  Department  of  Fish  and 
Wildlife,  San  Francisco  Bay  Regional  Water  Quality  Control  Board,  and  any  other  regulatory 
approvals  as  required.  To  the  extent  that  the  terms  and  conditions  of  the  necessary  approvals  will 
require  SFPUC  to  indemnify  other  parties,  those  indemnity  obligations  are  subject  to  review  and 
approval  by  the  San  Francisco  Risk  Manager.  The  General  Manager,  in  consultation  with  the 
City  Attorney,  is  authorized  to  agree  to  such  terms  and  conditions  that  are  within  the  lawful 
authority  of  the  agency  to  impose,  in  the  public  interest,  and,  in  the  judgment  of  the  General 
Manager,  are  reasonable  and  appropriate  for  the  scope  and  duration  of  the  required  approval,  as 
necessary  for  the  Project;  and  be  it 

FURTHER  RESOLVED,  The  General  Manager  or  his  designee  is  authorized  to  work 
with  the  Director  of  Real  Estate  to  seek  Board  approval,  to  the  extent  required,  and  if  approved, 
to  accept  and  execute  the  real  property  agreements  and  Use  Instruments  authorized  herein;  and 
be  it 

FURTHER  RESOLVED,  The  General  Manager  will  confer  with  the  Commission  during 


the  negotiation  process  on  real  estate  agreements  and  financial  assurances,  as  necessary,  and 
report  to  the  Commission  on  all  agreements  submitted  to  the  Board  of  Supervisors  for  approval. 
Notwithstanding  the  authority  granted  to  the  General  Manager  by  this  Resolution,  the  General 
Manager  is  not  authorized  to  dispose  of  any  right-of-way  or  other  SFPUC  interest  in  real 
property,  in  any  manner,  including  by  sale,  trade,  or  transfer,  without  approval  by  the  SFPUC 
pursuant  to  Charter  Section  8B 1 24;  and  be  it 

FURTHER  RESOLVED,  That  the  General  Manager  or  his  designee  is  authorized  to  enter 
into  any  subsequent  additions,  amendments,  or  other  modifications  to  the  pennits  licenses,  Use 
Instmments  and  other  agreements,  or  amendments  thereto,  as  described  herein,  that  the  General 
Manager,  in  consultation  with  the  Commercial  Land  Manager  and  the  City  Attorney,  determines 
are  in  the  best  interests  of  the  SFPUC  and  the  City,  do  not  materially  decrease  the  benefits  to  the 
SFPUC  or  the  City,  and  do  not  materially  increase  the  obligations  or  liabilities  of  the  SFPUC  or 
the  City,  such  determination  to  be  conclusively  evidenced  by  the  execution  and  deliver  of  any 
such  additions,  amendments,  or  other  modifications;  and  be  it 

FURTHER  RESOLVED,  that  this  Commission  hereby  approves  Project  No.  CUW36702, 
Peninsula  Pipelines  Seismic  Upgrade,  and  authorizes  staff  to  proceed  with  actions  necessary  to 
implement  the  Project. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  22,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  13-0162 


WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  developed  a 
project  description  to  improve  operational  flexibility  and  delivery  reliability  of  San  Andreas 
Pipelines  2  and  3;  and 

WHEREAS,  On  September  25.  2008,  the  San  Francisco  Planning  Department  reviewed 
and  considered  the  Initial  Study/Final  Mitigated  Negative  Declaration  (IS/PTVIND)  for  the  Project 
No.  CUW39101,  Baden  and  San  Pedro  Valve  Lot  Improvements  Project  (Project)  in  northern 
San  Mateo  County,  California  in  Planning  Department  File  No.2006.13 14E,  and  found  that  the 
contents  of  said  report  and  the  procedures  through  which  the  IS/FMND  was  prepared,  publicized 
and  reviewed  complied  with  the  provisions  of  the  CEQA,  the  CEQA  Guidelines  and  Chapter  3 1 
of  the  San  Francisco  Administrative  Code  and  found  further  that  the  IS/FMND  reflects  the 
independent  judgment  and  analysis  of  the  City  and  County  of  San  Francisco,  is  adequate, 
accurate  and  objective,  and  that  the  Comments  and  Responses  document  contains  no  significant 
revisions  to  the  Draft  IS/MND,  in  compliance  with  CEQA  and  Chapter  31;  and 

WHEREAS,  On  October  14,  2008  under  Resolution  Number  08-0181.  this  Commission 
approved  Project  Number  CUW39101  and  adopted  the  IS/FMND,  CEQA  Findings,  and  the 
Mitigation  Monitoring  and  Reporting  Program  (MMRP)  for  the  Baden  and  San  Pedro  Valve  Lot 
Improvement  Project;  and 

WHEREAS,  On  January  27,  2CX)9,  the  Board  of  Supervisors,  by  Resolution  26-09, 
adopted  the  SFPUC  CEQA  Findings,  the  IS/FMND  and  the  MMRP,  related  to  funding  for  the 
Baden  and  San  Pedro  Valve  Lots  Improvements  Project,  and  forwarded  the  Resolution  to  the 
Controller;  and 

WHEREAS,  On  February  20,  2013  the  San  Francisco  Planning  Department  determined 
the  proposed  San  Andreas  Pipeline  2  and  San  Andreas  Pipeline  3  Improvements  Project  under 
Project  Number  CUW2730502  was  within  the  scope  of  the  Baden  and  San  Pedro  Valve  Lots 
Improvements  Project  and  approved  a  minor  project  modification  based  on  compliance  with  the 
mitigation  measures  specified  in  the  IS/FMND;  and 

WHEREAS,  This  Commission  has  reviewed  and  considered  the  information  contained  in 
the  IS/FMND,  all  written  and  oral  information  provided  by  the  Planning  Department,  the  public, 
relevant  public  agencies,  SFPUC  and  other  experts  and  the  administrative  files  for  the  Project 
and  the  IS/FMND;  and 

WHEREAS,  The  Project  and  IS/FMND  files  have  been  made  available  for  review  by  the 
SFPUC  and  the  public,  and  those  files  are  part  of  the  record  before  this  Commission:  and 

WHEREAS,  SFPUC  and  Planning  Department  staff  prepared  a  proposed  MMRP,  which 
material  was  made  available  to  the  public  and  the  Commission  for  the  Commission's  review, 
consideration  and  action;  now,  therefore,  be  it 


RESOLVED,  This  Commission  has  reviewed  and  considered  the  IS/FMND,  finds  that  the 
IS/FMND  is  adequate  for  its  use  as  the  decision-making  body  for  the  actions  taken  herein,  and 
hereby  incorporates  by  reference  as  though  fully  set  forth  herein  Resolution  No.  Number  08- 
0181,  adopts  the  MMRP  as  applied  to  this  Project,  attached  to  this  Resolution  as  Attachment  A 
and  incorporated  herein  as  part  of  this  Resolution  by  this  reference  thereto;  and  be  it 

FURTHER  RESOLVED.  This  Commission  finds  that  the  proposed  San  Andreas  Pipeline  2 
and  San  Andreas  Pipeline  3  hnprovements  Project  under  Project  Number  CUW2730502  is 
within  the  scope  of  the  Baden  and  San  Pedro  Valve  Lots  Improvements  Project  IS/FMND  based 
on  the  whole  record  before  it  and  that  there  are  no  substantial  project  changes,  no  substantial 
changes  in  project  circumstances,  and  no  new  information  of  substantial  importance  that  would 
change  the  conclusions  set  forth  in  the  IS/FMND;  and  be  it 

FURTHER  RESOLVED.  That  this  Commission  hereby  approves  Project  No.  CUW2730502, 
San  Andreas  Pipeline  2  and  San  Andreas  Pipeline  3  Improvements  Project  and  authorizes  staff  to 
proceed  with  actions  necessary  to  implement  the  Project. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  October  22,  2013. 


Secretary,  Public  Utilities  Commission 


San  Francisco 
Water  ,r  5ewer 

Services  of  the  San  Francisco  Public  Utilities  Commission 


San  Francisco  Public  Utilities  Commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 


AGENDA 
Tuesday,  November  12,  2013 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  CA  94102 


Commissioners 

Vince  Courtney  President 
Ann  Moller  Caen,  Vice  President 
Francesca  Vietor 
Anson  Moran 
Art  Torres 


Harlan  L.  Kelly,  Jr. 

General  Manager 


Donna  Hood 

Secretary 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
IVIInutes  and  other  information  are  available  on  the  SFPUC  web  site:  vww.sfwater.orq 
Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.qranicus.comA/iewPublisher.php7vlew  id=22 


Disability  Access:  The  Public  Utilities  Commission  meeting  will  be  held  in  Room  400,  at  One  1  Dr.  Carlton  B. 
Goodlett  Place,  (400  Van  Ness  Avenue),  San  Francisco,  CA.  The  closest  accessible  BART  Station  is  the  Civic 
Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  Lines  serving  this  location  are: 
Muni  Metro  lines  J  Church,  K  Ingleside,  L  Taraval,  M  Oceanview,  N  Judah  and  T  Third  at  Van  Ness  and  Civic 
Center  Stations;  F  Market  Line;  and  bus  routes  19  Polk,  47  Van  Ness,  49  Mission  Van  Ness,  5  Fulton,  6 
Parnassus,  21  Hays,  9  San  Bruno,  9L  San  Bruno  Limited,  71  Haight  Noriega  and  71 L  Noriega  Limited.  For 
more  information  about  MUNI  accessible  services  call  (415)  701 .4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the 
Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility-impaired  persons.  There  is 
accessible  parking  available  within  the  Civic  Center  Underground  Parking  Garage  at  the  corner  of  McAllister 
and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets.  To  obtain  a 
disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting  materials  in 
alternative  format,  please  contact  Donna  Hood  at  (415)  554-3165,  or  by  emailing  dhood(S)sfwater.orq. 
Providing  at  least  72  hours  notice  will  help  to  ensure  availability.  To  assist  the  City's  efforts  to  accommodate 
persons  with  severe  allergies,  environmental  illnesses,  multiple  chemical  sensitivity  or  related  disabilities, 
attendees  at  public  meetings  are  reminded  that  other  attendees  may  be  sensitive  to  various  chemical  based 
products.  Please  help  the  City  accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance  (Chapter  67  of  the  San  Francisco  Administrative 
Code):  Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public.  Commissions, 
boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the  people's  business.  This 
ordinance  assures  that  deliberations  are  conducted  before  the  people  and  that  City  operations  are  open  to  the 
people's  review.  Members  of  the  public  are  not  required  to  provide  personal  identifying  information  when  they 
communicate  with  the  Commission  or  the  Department.  All  written  or  oral  communications,  including  submitted 
personal  contact  information,  may  be  made  available  to  the  public  for  inspection  and  copying  upon  request  and 
may  appear  on  the  Department's  website  or  in  other  public  documents. 

For  more  information  on  your  rights  under  the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance, 
contact  the  Sunshine  Ordinance  Task  Force,  City  Hall,  Room  409,  1  Dr.  Carlton  B.  Goodlett  Place,  San 
Francisco,  CA  94102-4683  at  Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554-7854;  E-mail:  sotf(a)sfqov.orq. 
Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San 
Francisco  Public  Library  and  on  the  City's  website  at  www.sfqov.orq. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited  at 
this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the  meeting  room  of  any  person(s) 
responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to 
influence  local  legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance 
[SF  Campaign  &  Governmental  Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more 
information  about  the  Lobbyist  Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van 
Ness  Avenue,  Suite  220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-31 12;  web  site  at 
www.sfqov.orq/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code:  If  the  Commission's 
action  on  a  project  constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code 
Chapter  31,  as  amended.  Board  of  Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination 
prepared  in  support  of  that  Approval  Action  is  thereafter  subject  to  appeal  within  the  time  frame  specified  in 
S.F.  Administrative  Code  Section  31.16.  Typically,  an  appeal  must  be  filed  within  30  calendar  days  of  the 
Approval  Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to  CEQA.  For 
information  on  filing  an  appeal  under  Chapter  31 ,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall,  1 
Dr.  Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-5184.  If  the  Planning 
Department's  Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental 
review,  an  exemption  determination  has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf- 
planninq.orq/index.aspx?paqe=3447.Under  CEQA,  in  a  later  court  challenge,  a  litigant  may  be  limited  to  raising 
only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written  correspondence  delivered  to  the 
Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public  Utilities 
Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


ORDER  OF  BUSINESS: 


1.  Call  to  Order 


2.  Roll  Call 


3.  Approval  of  Minutes  of  October  22,  201 3 


4.  Public  Comments 

Members  of  the  public  may  address  the  Commission  on  matters  that  are  within  the 
Commission's  jurisdiction  and  are  not  on  today's  agenda. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Power  Revenue  and  Clean  Energy  Bond  Issuance 

d)  Water  System  Improvement  Program  Status  of  Construction  Change  Orders 

e)  Water  Enterprise  Capital  Improvement  Program  Quarterly  Report  -  Regional 

f)  Water  Enterprise  Capital  Improvement  Program  Quarterly  Report  -  Local 

g)  Water  System  Improvement  Program  Quarterly  Report  -  Regional 

h)  Water  System  Improvement  Program  Quarterly  Report  -  Local 

i)  Large  Development  Projects  in  the  Water  Service  Area 

6.  Other  Commission  Business 


Report  of  the  General  Manager 

a)  Bayview  Art  Grants  Update 

b)  Rim  Fire  Update 

c)  Draft  Ratepayer  Assurance  Scorecard  Presentation 

d)  Quarterly  Budget  Status  Report 

e)  WSIP  Quarterly  Update 

f)  National  Utilities  Convening 


(Kelly,  Jr.) 

(Carlin) 

(Rydstrom) 

(Rydstrom) 

(Labonte) 

(Kelly,  Jr.) 


The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney 
where  applicable. 

Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
525  Golden  Gate  Avenue,  13'"  Floor,  San  Francisco,  CA  94102,  Telephone:  (415)  554- 
3165,  Fax:  (415)  554-3424. 


CONSENT  CALENDAR 


8.   All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by 
a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these 
items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which  event 
the  matter  will  be  removed  from  the  Calendar  and  considered  as  a  separate  item. 


CO 

CD 


a)  Approve  Amendment  No.  2  to  Agreement  No.  CS-960(I),  with  STOP 
Processing  Center,  to  provide  ongoing  processing/enrollment  services  for 
SFPUC  customers  who  want  their  bills  paid  through  an  automatic  bill  payment 
service;  and  authorize  the  General  Manager  to  negotiate  and  execute  an 

ro    amendment  extending  tlie  term  of  the  contract  up  to  one  year  and  four 
months,  for  a  total  agreement  duration  of  six  years  and  four  months,  with  no 
change  to  the  agreement  value.  (Rydstrom) 

b)  Approve  IVIodificatlon  No.  1  to  Contract  No.  HH-954R2,  Intake  Switchyard 
Refurbishment  Phase  I,  with  Communication  Services,  Inc.,  for  $492,785,  to 
compensate  contractor  for  SFPUC  requested  standby  time  during  the  first  week 
of  the  Rim  Fire  Emergency,  to  address  SFPUC  requested  shoo-fly,  insulator  bolt, 
and  grounding  revisions,  and  for  implementing  an  accelerated  schedule  to  make 

=^    up  for  time  lost  during  the  Rim  Fire,  increasing  the  total  contract  amount  to 
$3,255,894.  Due  to  the  Rim  Fire  that  burned  through  and  around  the  Early  Intake 
Switchyard  in  late  August,  2013,  the  project  was  delayed,  impacting  the  tight 
schedule.  This  Modification  for  accelerating  the  work  will  bring  the  project  back 
on  schedule  to  meet  the  March  1 ,  2014  deadline.  (Ritchie) 

^  Accept  work  performed  by  NTK  Construction,  Inc.  for  Contract  No.  WW-519, 

^  Channel  Pump  Station  Odor  Control  and  Facility  Improvements  Phase  III,  for  a 

^  total  contract  amount  of  $4,553,573,  and  with  a  total  contract  duration  of  735 

CO  consecutive  calendar  days;  and  authorize  final  payment  to  the  contractor. 
^  (Moala) 


CO 


d)     Approve  Modification  No.10  to  Contract  No.  WW-522  Southeast  Water 
Pollution  Control  Plant  Dewatering  Facility  Corrosion  Repairs,  with  Monterey 
Mechanical  Co.,  extending  the  contract  duration  by  150  consecutive 
calendar  days,  to  accommodate  unanticipated  emergency  work  on  the  biosolids 
storage  cake  bins,  under  a  separate  contract  adjacent  to  the  WW-522  contract 
work  site,  for  a  total  contract  duration  of  690  consecutive  calendar  days, 
with  no  change  to  the  contract  amount.  (Moala) 


CO 

to 

tH 

CD 


e)     Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-546R, 

°^    1 5th/1 6th/1 8th/1 9th/20th  Avenues  and  California/Clement  Streets  Sewer 


e 


C3 


Replacement  and  Pavement  Renovation,  in  the  amount  of  $3,899,750  (of  which 
$3,247,526  is  funded  by  WWE  and  $652,224  is  funded  by  DPW),  to  the  lowest, 
qualified,  responsible  and  responsive  bidder,  Harty  Pipelines,  Inc.,  to  replace  the 
existing  sewers  and  renovate  the  existing  street  pavement  on  the  subject  streets 


C2 


in  the  City  and  County  of  San  Francisco.  The  proposed  action  Is  the  Approval 
Action  as  defined  In  the  San  Francisco  Administrative  Code,  Chapter  31 . 

(IVIoala) 

f)  Adopt  findings  pursuant  to  the  California  Environmental  Quality  Act,  and 
^      approve  the  terms  and  conditions,  and  authorize  the  General  IVlanager  to 

^      execute  a  five-year  revocable  license  with  the  United  States  Department  of 
Veterans  Affairs  (VA)  for  the  SFPUC's  installation  and  operation  of  a  subsurface 
conduit,  telecommunications  line  and  data  connection  to  sen/e  the  Bay  Division 
Pipeline  (BDPL)  Nos.  3  and  4  Barron  Creek  Crossover  Facility,  in  Palo  Alto.  The 
VA  is  providing  the  License  Agreement  rent-free  to  SFPUC.  (Morelli) 

g)  Adopt  findings  pursuant  to  the  California  Environmental  Quality  Act, 
approve  the  terms  and  conditions,  and  authorize  the  General  Manager  to 
execute  a  revocable  license  with  the  City  of  Santa  Clara,  California,  and  the 

CO    Sports  and  Open  Space  Authority  of  the  City  of  Santa  Clara  (SOSA),  to  authorize 
SFPUC's  use  of  SOSA's  driveway  and  Santa  Clara's  splash  pad  and  recycled 

2    water  at  the  newly  constructed  BDPL  Nos.  3  and  4  Crossover  Facility  at  the 
Guadalupe  River  site  in  Santa  Clara,  in  exchange  for  a  license  to  allow  Santa 

^    Clara  to  continue  operating  the  Ullstac  Natural  Area,  a  nature  preserve,  on 
SFPUC's  fee-owned  right  of  way  known  as  SFPUC  Parcel  128-A.  The  License 
Agreement  provides  the  parties  with  reciprocal  licenses.  None  of  the  parties  will 
pay  rent  or  license  fees.  (Morelli) 

h)  Approve  Amendment  No.  3  to  Agreement  No.  CS-979(I),  with  Dots  Printing 
and  Stationery,  to  provide  ongoing  collection  services  for  SFPUC  payment  of 

o     water  and  wastewater  bills  for  residents  and  businesses  located  in  the  Chinatown 

area  of  San  Francisco;  and  authorize  the  General  Manager  to  negotiate  an 
CD     amendment  increasing  the  agreement  up  to  $38,000,  for  a  total  not-to-exceed 
^     agreement  amount  of  $87,900;  and  with  a  time  extension  up  to  one  year,  for  a 
total  agreement  duration  of  six  years.  (Rydstrom) 


REGULAR  BUSINESS 

9.    2014  Water  &  Sewer  Retail  Rates  Study  Workshop:  Discussion  of  2014  Water 
and  Sewer  Retail  Rates  Study,  as  required  by  the  City  Charter.  No  action  to  adopt 
water  and  sewer  rates  and  charges  will  be  taken  at  this  meeting.  The  goals  of 
this  workshop  are  to  present  Rate  Study  objectives,  review  critical  rate-making 
criteria,  and  the  timeline  for  public  outreach  and  Commission  action.  A  Commission 
resolution  and  staff  report  regarding  formal  adoption  of  retail  water  and  sewer  rates 
and  charges  will  be  considered  In  the  Spring  of  2014.  (Rydstrom) 

Approve  Amendment  No.  1  to  Agreement  No.  CS-113B,  As-Needed  Laboratory 
Services,  with  BioVIr  Laboratories  to  continue  as-needed  laboratory  services  for 
analytical  testing  of  microorganisms  in  various  water  matrixes  and  provide  testing 
and  services  such  as  technical  support,  data  analysis  and  consulting  services;  and 
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authorize  the  General  Manager)  to  negotiate  and  execute  an  amendment  providing 
a  time  extension  up  to  two  years  and  six  months,  for  a  total  agreement  duration 
of  five  years  and  ten  months  with  no  change  to  the  agreement  value.  (DeGraca) 

^11.  Authorize  the  General  Manager  to  execute,  on  behalf  of  the  City  and  County  of 
San  Francisco,  a  Joint  Funding  Agreement  with  the  U.S.  Geological  Survey,  for 
an  amount  not-to-exceed  $335,520,  and  with  a  duration  of  one  year,  which  will 
allow  for  hydrologic  monitoring  and  stream  gage  maintenance  on  the  Tuolumne 
River  and  its  tributaries.  (Ramirez) 

12.  Adopt  findings  pursuant  to  the  California  Environmental  Quality  Act,  and 
authorize  the  General  Manager  to  execute,  on  behalf  of  the  City  and  County  of  San 
Francisco,  a  Memorandum  of  Understanding  with  San  Mateo  County,  for  trail 
improvements  on  the  Crystal  Springs  Regional  Trail,  with  a  duration  of  three 
years,  and  to  contribute  $300,000  for  the  construction  of  security  and  watershed 

y-i      fencing  for  the  South  of  Lower  Crystal  Springs  Dam  to  Highway  92  trail  extension. 

(Ramirez) 

13.  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to  execute 
a  Purchase  and  Sale  Agreement  and  any  related  documents  to  facilitate  the 

CO         purchase  of  approximately  84  acres  of  improved  agricultural  land,  located  at  7484 
Sheridan  Road  in  Sunol,  California,  from  Kenneth  Paul  Mackin  and  Janice  Mackin 
^         for  $3,721 ,500,  for  the  New  Irvington  Tunnel  Project.  (Cruz) 

^  14.  Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 

15.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

CLOSED  SESSION 

The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

16.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1). 

(O'Neil) 

Existing  Litigation: 

Mark  Pear  and  Matt  Pear  v.  City  and  County  of  San  Francisco 
Santa  Clara  Superior  Court  Case  No.:  1-12-CVC-227801 
City  Attorney  File  Number:  130094 
Date  Filed:  July  5,  2012 


17. 


Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1). 

(Mueller) 


Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529309 

City  Attorney  File  No.  0000657/Date  Filed  March  6,  2013:  Served  June  6,  2013 

18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1). 

(Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529310 
City  Attorney  File  No.  0000657/Date  Filed  June  6,  2013 

19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1). 

(Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A127554/Date  Filed:  January  29,  2010 

20.  Conference  with  Legal  Counsel-  Pursuant  to  California  Government  Code  Section 

54956.9(d)(4)  and  San  Francisco  Administrative  Code  Section  67.10(d)(2). 

(Mueller) 

Anticipated  Litigation  as  Plaintiff 

21.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 

Section  54957  and  San  Francisco  Administrative  Code  67.10(a).  (Barrett) 

Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 
and  Power  Systems. 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session. 

22.  Announcement  following  Closed  Session 

23.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 

24.  Other  new  business 
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1.  Call  to  Order 

President  Courtney  called  the  meeting  to  order  at  1:35  PM 

2.  Roll  Call 

Present:  Courtney,  Caen,  Vietor,  Moran  and  Torres 

3.  Approval  of  Minutes  of  October  22.  2013 
Public  Comments 

•  None 

On  Motion: 

Ayes:  Courtney,  Caen,  Vietor,  Moran  and  Torres 

4.  General  Public  Comment 

•  Dr.  Espanola  Jackson  requested  that  a  hearing  be  held  on  the  Southeast  Facility 
and  the  Southeast  Plant. 

Commissioner  Courtney  asked  when  a  hearing  could  be  held.  General  Manager 
Kelly  indicated  that  one  could  be  scheduled  sometime  after  the  first  of  the  year. 

Commissioner  Caen  asked  Dr.  Jackson  if  she  would  provide  the  Commission  with  a 
copy  of  the  document  detailing  the  history  of  the  Southeast  Facility. 

5.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Power  Revenue  and  Clean  Energy  Bond  Issuance 

d)  Water  System  Improvement  Program  Status  of  Construction  Change  Orders 

e)  Water  Enterprise  Capital  Improvement  Program  Quarterly  Report  -  Regional 

f)  Water  Enterprise  Capital  Improvement  Program  Quarterly  Report  -  Local 

g)  Water  System  Improvement  Program  Quarterly  Report  -  Regional 

h)  Water  System  Improvement  Program  Quarterly  Report  -  Local 

i)  Large  Development  Projects  in  the  Water  Service  Area 

Vice  President  Caen  asked  for  clarification  regarding  the  value  of  salvaged  trees 
from  the  Rim  Fire.  General  Manager  Kelly  deferred  response  until  Mr  Carlin  arrived. 

Vice  President  Caen  expressed  her  pleasure  with  the  forthcoming  Clean  Energy 
Bonds  issuance,  as  detailed  in  item  5c.  Mr  Rydstrom  noted  that  additional  detail  will 
be  provided  during  budget  hearings. 

Vice  President  Caen  asked  about  the  Lake  Merced  Pump  Station,  specifically  with 
the  PG&E  over-voltage  problem  as  detailed  in  item  5h.  General  Manager  Kelly 
deferred  response  until  Mr  Ritchie  arrived. 
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Commissioner  Vietor  asked  that,  as  a  follow-up  to  the  correspondence  provided, 
staff  present  on  the  Clean  Energy  Bonds  issuance  prior  to  the  budget  hearings. 


Public  Comments 
•  None 

6.  Other  Commission  Business 
None. 

7.  Report  of  the  General  Manager 
a)  Bayview  Art  Grants  Update 

General  Manager  Kelly  introduced  the  item,  stating  that  the  SFPUC  is  committed 
to  investing  in  art  in  the  Bayview.  He  referred  to  the  City  Ordinance  requiring  a 
two-percent  contribution  of  the  cost  of  above-ground  construction  projects  to  arts 
funding.  He  stated  in  2011  the  SFPUC  Community  Benefits  Policy  was  passed, 
which  aligns  the  arts  contribution  with  SFPUC  goals.  He  introduced  Ms.  Judy 
Nemzoff,  Director,  Community  Arts  and  Education,  San  Francisco  Arts 
Commission. 

President  Courtney  stated  that  public  comments  on  item  7a  would  be  taken  after 
the  presentation,  and  that  comments  on  items  7b  through  7f  would  be  taken  at 
the  conclusion  of  the  General  Manager's  Report. 

Ms.  Nemzoff  stated  her  presentation  would  offer  an  overview  of  how  the  grant 
program  was  established.  She  noted  it  is  a  pilot  program  intended  to  support 
established  artists,  with  existing  infrastructure,  and  who  are  located  in  the 
Bayview. 

Ms.  Nemzoff  reviewed  the  goals  of  the  program  and  briefly  outlined  the  selection 
process.  She  stated  that  due  to  a  cancellation  of  the  Arts  Commission's  August 
meeting  the  announcement  of  the  recipients  was  delayed  by  one  month.  She 
presented  the  names  of  the  selection  panel  and  detailed  the  selection  criteria: 
relevance  and  connection;  quality;  and  feasibility.  She  stated  that  10  grantees 
were  selected  from  the  23  proposals  received,  and  she  offered  additional  details 
on  application  statistics.  She  reviewed  the  list  of  those  who  received  grants. 

She  noted  that  the  grants  are  undenvay  and  programmatic  activities  are  taking 
place.  She  stated  that  the  next  round  of  funding  will  begin  in  January. 

In  response  to  a  question  from  Commissioner  Vietor,  Ms.  Nemzoff  stated  that 
each  of  the  10  grantees  received  $10K.  In  response  to  a  follow-up  question,  Ms. 
Nemzoff  anticipates  that  another  $100K  will  be  available  to  new  grantees  in 
January. 

Commissioner  Moran  stated  that  some  members  of  the  public  had  previously 
 expressed  concerns  with  the  process  and  asked  what  avenues  applicants  had  for 
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review  or  protest  prior  to  the  proposed  grants  being  brought  to  the  Arts 
Commission  for  approval. 

Ms.  Nemzoff  detailed  their  panel  and  review  process,  noting  the  full  process  is 
open  to  the  public.  She  stated  that  she  never  had  a  complaint  lodged  and  is 
unsure  of  what  the  process  would  be. 

Discussion  ensued  on  the  filing  of  a  complaint  or  protest  on  a  grant  award, 
versus  one  on  a  contract  award.  City  Attorney  Ambrose  noted  there  are 
Administrative  Code  requirements  for  filing  a  protest  of  a  contract  award,  but  no 
such  requirements  for  the  protest  of  a  grant  award. 

In  response  to  a  question  from  Commissioner  Torres,  Ms.  Nemzoff  she  had  not 
received  any  formal  complaints,  but  did  receive  one  Sunshine  request,  which  had 
been  fulfilled.  Discussion  continued  on  the  complaint  process. 

Commissioner  Torres  asked  for  and  received  clarification  on  the  next  round  of 
grant  applications.  Ms.  Nemzoff  stated  that  the  criteria/guidelines  have  not  been 
set,  but  that  previous  applicants  would  not  be  excluded  from  applying. 

President  Courtney  suggested  that  the  Arts  Commission  hold  workshops  to 
educate  and  inform  applicants  of  the  process.  Commissioner  Vietor  offered  her 
expertise  in  grants  funding  and  processes. 

Public  Comments 

•  Dr.  Espanola  Jackson  stated  that  she  wanted  10  percent  arts  funding  to  come 
to  the  Southeast  sector.  She  indicated  she  requested  and  never  received 
information  from  the  Arts  Commission  on  the  arts  organizations  in  the 
community. 

General  Manager  Kelly  provided  clarification  on  the  two  percent  contribution. 
Discussion  ensued  on  the  funding  sources,  requirements,  process,  and  on  the 
opportunity  for  process  improvement  and  educational  opportunities. 

Vice  President  Caen  asked  for  and  received  clarification  on  how  SFPUC  monies 
are  being  used  for  art  projects. 

President  Courtney  requested  that  a  representative  from  the  Arts  Commission 
return  at  a  future  meeting  to  inform  the  Commission  of  the  changes  that  have 
been  implemented  with  regard  to  procedural  safeguards,  notice  components,  and 
educational  assistance  for  grant  applicants. 

•  Mr  Larry  Ware  detailed  his  background  and  stated  that  Mr  Kevin  Williams 
should  be  considered  for  a  grant. 
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•  Mr.  Kevin  Williams  stated  that  the  Commission  has  been  misinformed  about  the 
grant  program.  He  expressed  concerns  over  the  review,  selection  and  protest 
process,  and  with  the  selection  panel  receiving  compensation.  He  stated  that 
the  City  Attorney  has  not  responded  to  his  Sunshine  request. 

President  Courtney  asked  Deputy  City  Attorney  Ambrose  for  clarification  of 
California  Civil  Code  Section  1094.5,  which  she  provided.  She  indicated  she 
would  follow-up  with  City  Attorney  staff  on  the  status  of  the  Sunshine  request. 

President  Torres  asked  about  Mr  Williams'  statement  that  the  panelists  were 
provided  compensation.  Ms.  Nemzoff  indicated  that  panelists  are  eligible  for  a 
$200  per  day  honorarium. 

•  Nate  Watson,  Executive  Director,  Public  Glass,  and  grant  recipient  provided  his 
thoughts  on  the  grant  process. 

Vice  President  Caen  asked  for  clarification  on  the  discussions.  Mr  Williams 
offered  his  thoughts  on  the  process  and  law.  In  response  to  a  follow-up  on  how 
his  concerns  reflect  on  the  SFPUC  as  opposed  to  the  Arts  Commission,  Mr. 
Williams  stated  that  the  SFPUC  is  the  source  of  the  funds. 

•  Vivian  Ellis  stated  that  she  did  not  receive  funding  for  her  production  despite 
her  qualifications. 

•  Jacqueline  Flin  &  Kirt  Grimes,  A.  Phillip  Randolph  Institute,  stated  they  received 
a  grant  for  their  youth  programs  and  explained  how  the  funds  would  be  used. 

•  Jessica  Mele  &  Amani  Manning,  Performing  Arts  Workshop,  stated  they 
received  a  grant  which  will  help  expand  their  programs. 

•  Ace  expressed  his  thoughts  on  the  grants  process. 

President  Courtney  thanked  Ms.  Nemzoff  and  summarized  the  discussions,  noting 
two  specific  issues;  first  potential  legal  issues  to  be  left  for  legal  counsel  to 
investigate;  and  second,  the  willingness  of  the  Arts  Commission  to  accommodate 
SFPUC  needs.  He  asked  that  SFPUC  staff  review  the  meeting  and  provide 
proposals  to  be  presented  to  the  Arts  Commission,  with  respect  to  appeals  process, 
face-to-face  interviews,  and  panel  member  composition. 

b)  Rim  Fire  Update 

Deputy  General  Manager  Michael  Carlin  began  his  presentation  by  responding  to 
Vice  President  Caen's  earlier  question  regarding  the  value  of  salvaged  trees.  He 
stated  that  the  trees  belong  to  the  U.S.  Forest  Sen/ice  and  that  the  estimated 
value  of  trees  located  on  SFPUC  right-of-way  is  $1.5Mto  $2M.  He  noted  that  the 
SFPUC's  cost  of  dropping  and  stacking  the  trees  will  be  included  in  SFPUC  cost 
recovery. 
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Commissioner  Vietor  noted  that  it  is  important  that  staff  track  the  environmental 
impact  of  salvage  logging  to  ensure  that  neither  water  quality  or  the  environment 
is  impacted. 

Mr.  Carlin  provided  a  brief  update  of  the  Rim  Fire,  noting  that  as  of  October  25^", 
the  fire  was  fully  contained,  with  257,314  acres  burned.  He  stated  grid  power  has 
been  restored  for  Camp  Mather  and  Evergreen  Lodge,  and  that  that  the  fire 
perimeter  was  in  two  percent  of  the  Hetch  Hetchy  watershed.  He  noted  that  retail 
and  wholesale  customers  remain  unaffected.  He  indicated  the  Presidential 
Emergency  Declaration  was  denied  as  the  $51 M  threshold  was  not  met.  He 
touched  on  other  cost  recovery  efforts. 

Mr  Todd  Rydstrom,  Assistant  General  Manager  (AGM)  and  CFO,  discussed  new 
damage  estimates  which  show  a  reduction  of$3M.  He  noted  meetings  continue 
with  the  California  Office  of  Emergency  Services.  He  provided  funding  updates, 
noting  all  avenues  for  cost  recovery  will  be  utilized.  He  stated  that  the 
Presidential  Emergency  Declaration  will  be  resubmitted  with  the  required  $51 M 
threshold. 

Mr.  Rydstrom  requested  that  items  7c  and  7d  be  called  out  of  order. 

d)  Quarterly  Budget  Status  Report 

Mr.  Rydstrom  presented  the  report  and  discussed  key  budgetary  variances  (pre- 
audit),  noting  that  retail  water  and  sewer  revenues  are  higher  than  budgeted  and 
wholesale  water  and  revenues  are  lower,  due  to  the  2013  pre-payment.  He 
discussed  the  FY  2013-14  projected  vs.  prior  year  reserves  and  discussed  key 
reserve  ratios,  noting  ratios  are  being  met. 

Mr.  Rydstrom  responded  to  a  question  from  Vice  President  Caen  regarding  debt 
sen/ice  coverage  ratios  and  sewer  service  charges  noted  in  Footnote  A. 

c)  Draft  Ratepayer  Assurance  Scorecard  Presentation 

Ms.  Nancy  Hom,  Director  of  Assurance  and  Internal  Controls,  provided  a 
summary  of  the  Ratepayer  Assurance  Policy  which  the  Commission  adopted  in 
October  2012.  She  discussed  strategic  sustainability  framework  and  goals. 

Ms.  Jennifer  Tsuda,  Controller's  Office,  provided  a  review  of  the  scorecard's  nine 
measures  and  grades  and  discussed  the  criteria  considered  in  selecting  the  nine 
scorecard  measures. 

Ms.  Hom  continued  the  presentation  by  discussing  feedback  and  remarks 
received  by  the  Citizens'  Advisory  Committee  and  the  Rate  Faimess  Board.  She 
concluded  by  discussing  next  steps. 

Commissioner  Torres  asked  about  the  projected  2013  published  date  for  the 
scorecard.  Ms.  Hom  stated  that  the  date  will  likely  be  pushed  back.  She 
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encouraged  the  Commission  to  contact  her  directly  with  comments  and 
concerns. 

Commissioner  Vietor  asl<ed  that  Community  Benefits  be  included  in  the 
scorecard. 

Commissioner  Moran  thanked  Ms.  Horn  for  taking  on  such  a  large  task.  He 
asked  if  there  was  agreement  that  the  nine  items  being  measured  were  correct. 
Mr  Rydstrom  stated  that  items  selected  represent  the  four  components  of  the 
Ratepayer  Assurance  Policy.  Commissioner  Moran  indicated  he  wasn't  sure  it 
accurately  assesses  that  the  policy  is  being  met.  Discussion  ensued  on  how  the 
measures  are  determined,  what  should  be  included,  and  when  they  should  be 
reviewed.  Commissioner  Moran  suggested  this  should  happenduring  budget 
hearings  and  asked  that  staff  also  take  guidance  from  the  public. 

e)  WSIP  Quarterly  Update 

Mr  Emilio  Cruz,  AGM,  Infrastructure,  informed  the  Commission  that  Ms.  Julie 
Labonte,  WSIP  Director,  has  accepted  another  job  and  that  Mr  Dan  Wade, 
WSIP  Regional  Manager  will  replace  her.  He  provided  information  on  Mr.  Wade's 
professional  background. 

Commissioner  Moran  thanked  Ms.  Labonte  for  her  exceptional  work  and  stated 
that  she  will  be  missed. 

Ms.  Labonte  thanked  the  Commission  for  their  trust  and  support.  She  noted  that 
their  instance  on  transparency  and  accountability  resulted  in  the  success  of  the 
Program.  She  thanked  her  colleagues  and  the  WSIP  team. 

Ms.  Labonte  provided  a  brief  WSIP  update.  She  discussed  program  statistics, 
noting  that  construction  on  63  projects  was  complete.  She  stated  that  the 
majority  of  the  work  remains  in  construction  and  forecasted  that  six  projects  will 
be  completed  in  2014.  She  indicated  there  are  four  projects  still  in  pre- 
construction,  with  two  of  those  to  be  bid  by  the  end  of  2013. 

She  discussed  program  cost  trends,  noting  a  $7. 1M  variance  over  the  approved 
budget,  primarily  due  to  a  forecasted  over-run  on  the  New  Irvington  Tunnel 
project.  She  stated  this  variance  partially  is  off-set  by  a  predicted  under-run  of 
$2.4M  on  the  Sunol  Valley  Water  Treatment  Project. 

Ms.  Labonte  touched  on  the  program  accomplishments;  provided  a  pre- 
construction  update;  and  provided  brief  updates  on  the  Calaveras  Dam 
replacement,  New  Irvington  Tunnel,  Bay  Tunnel,  seismic  upgrade  on  BDPL  3 
and  4,  CS/SA  Transmission  upgrade,  and  Harry  Tracy  Water  Treatment  Plant 
long  term  improvements. 
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Vice  President  Caen  offered  her  tiianks  to  Ms.  Labonte  for  her  service  and  for 
making  the  WSIP  a  success. 

Commissioner  Vietor  thanked  Ms.  Labonte  for  her  remarkable  work  and 
expressed  her  appreciation  for  her  community  service. 

Commissioner  Torres  thanked  Ms.  Labonte  for  her  work  in  public  sen/ice.  He 
noted  she  is  a  role  model  for  women  and  women  in  engineering. 

General  Manager  Kelly  described  his  working  relationship  with  Ms.  Labonte, 
indicating  she  is  an  exceptional  colleague  and  was  a  perfect  fit  to  lead  the  WSIP. 
He  stated  she  has  earned  the  respect  and  trust  of  the  organization  and  will  be 
missed. 

f)  National  Utilities  Convening 

General  Manager  Kelly  stated  the  SFPUC  co-hosted  a  meeting  in  Washington 
D.C.,  with  D.C.  Water  and  Cincinnati  Sewer  District,  with  30  attendees  including 
general  managers  and  their  senior  staff.  He  stated  discussions  focused  on 
workforce  development,  succession  planning,  how  to  attract  and  retain 
employees,  labor,  and  contracting  practices.  In  response  to  a  question  from 
Commissioner  Vietor,  Mr.  Kelly  stated  that  the  group  wanted  to  come  together  to 
discuss  issues  of  importance  outside  of  professional  affiliations,  such  as  ACWA. 

Public  Comments 

•  Ace  stated  he  is  excited  to  hear  about  what  the  SFPUC  does.  He  asked  about 
out-migration  efforts. 

8.   Consent  Calendar: 

a)  Approve  Amendment  No.  2  to  Agreement  No.  CS-960(I).  with  STOP  Processing 
Center,  to  provide  ongoing  processing/enrollment  services  for  SFPUC  customers 
who  want  their  bills  paid  through  an  automatic  bill  payment  service;  and  authorize 
the  General  Manager  to  negotiate  and  execute  an  amendment  extending  the 
term  of  the  contract  up  to  one  year  and  four  months,  for  a  total  agreement 
duration  of  six  years  and  four  months,  with  no  change  to  the  agreement  value. 
(Resolution  13-0163) 

b)  Approve  Modification  No.  1  to  Contract  No.  HH-954R2.  Intake  Switchyard 
Refurbishment  Phase  I.  with  Communication  Services.  Inc..  for  $492.785.  to 
compensate  contractor  for  SFPUC  reguested  standby  time  during  the  first  week 
of  the  Rim  Fire  Emergency,  to  address  SFPUC  reguested  shoo-fly.  insulator  bolt, 
and  grounding  revisions,  and  for  implementing  an  accelerated  schedule  to  make 
up  for  time  lost  during  the  Rim  Fire,  increasing  the  total  contract  amount  to 
$3.255,894.  Due  to  the  Rim  Fire  that  burned  through  and  around  the  Early  Intake 
Switchyard  in  late  August.  2013.  the  project  was  delayed,  impacting  the  tight 
schedule.  This  Modification  for  accelerating  the  work  will  bring  the  project  back 

 on  schedule  to  meet  the  March  1,  2014  deadline.  (Resolution  13-0164) 
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c)  Accept  work  performed  by  NTK  Construction.  Inc.  for  Contract  No.  WW-519. 
Channel  Pump  Station  Odor  Control  and  Facility  Improvements  Phase  III,  for  a 
total  contract  amount  of  $4.553.573.  and  with  a  total  contract  duration  of  735 
consecutive  calendar  days:  and  authorize  final  payment  to  the  contractor. 
(Resolution  13-0165) 

d)  Approve  Modification  No.  10  to  Contract  No.  WW-522  Southeast  Water  Pollution 
Control  Plant  Dewaterina  Facility  Corrosion  Repairs,  with  Monterey  Mechanical 
Co.,  extending  the  contract  duration  by  150  consecutive  calendar  days,  to 
accommodate  unanticipated  emergency  work  on  the  biosolids  storage  cake  bins, 
under  a  separate  contract  adjacent  to  the  WW-522  contract  work  site,  for  a  total 
contract  duration  of  690  consecutive  calendar  days,  with  no  change  to  the 
contract  amount.  (Resolution  13-0166) 

e)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-546R. 
15th/16th/18th/19th/20th  Avenues  and  California/Clement  Streets  Sewer 
Replacement  and  Pavement  Renovation,  in  the  amount  of  $3.899.750  (of  which 
$3.247.526  is  funded  by  WWE  and  $652.224  is  funded  by  DPW).  to  the  lowest, 
gualified.  responsible  and  responsive  bidder.  Harty  Pipelines.  Inc..  to  replace  the 
existing  sewers  and  renovate  the  existing  street  pavement  on  the  subject  streets 
in  the  City  and  County  of  San  Francisco.  The  proposed  action  is  the  Approval 
Action  as  defined  in  the  San  Francisco  Administrative  Code.  Chapter  31 . 
(Resolution  13-0169) 

f)  Adopt  findings  pursuant  to  the  California  Environmental  Quality  Act,  and  approve 
the  terms  and  conditions,  and  authorize  the  General  Manager  to  execute  a  five- 
year  revocable  license  with  the  United  States  Department  of  Veterans  Affairs 
(VA)  for  the  SFPUC's  installation  and  operation  of  a  subsurface  conduit, 
telecommunications  line  and  data  connection  to  serve  the  Bay  Division  Pipeline 
(BDPL)  Nos.  3  and  4  Barron  Creek  Crossover  Facility,  in  Palo  Alto.  The  VA  is 
providing  the  License  Agreement  rent-free  to  SFPUC.  (Resolution  13-0167) 

g)  Adopt  findings  pursuant  to  the  California  Environmental  Quality  Act,  approve  the 
terms  and  conditions,  and  authorize  the  General  Manager  to  execute  a  revocable 
license  with  the  City  of  Santa  Clara,  California,  and  the  Sports  and  Open  Space 
Authority  of  the  City  of  Santa  Clara  (SOSA).  to  authorize  SFPUC's  use  of 
SOSA's  driveway  and  Santa  Clara's  splash  pad  and  recycled  water  at  the  newly 
constructed  BDPL  Nos.  3  and  4  Crossover  Facility  at  the  Guadalupe  River  site  in 
Santa  Clara,  in  exchange  for  a  license  to  allow  Santa  Clara  to  continue  operating 
the  Ulistac  Natural  Area,  a  nature  preserve,  on  SFPUC's  fee-owned  right  of  way 
known  as  SFPUC  Parcel  128-A.  The  License  Agreement  provides  the  parties 
with  reciprocal  licenses.  None  of  the  parties  will  pay  rent  or  license  fees. 
(Resolution  13-0168) 

h)  Approve  Amendment  No.  3  to  Agreement  No.  CS-979(I).  with  Dots  Printing  and 
Stationery,  to  provide  ongoing  collection  services  for  SFPUC  payment  of  water 
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and  wastewater  bills  for  residents  and  businesses  located  in  the  Chinatown  area 
of  San  Francisco:  and  authorize  the  General  Manager  to  negotiate  an 
amendment  increasing  the  agreement  up  to  $38,000.  for  a  total  not-to-exceed 
agreement  amount  of  $87.900:  and  with  a  time  extension  up  to  one  year,  for  a 
total  agreement  duration  of  six  years.  (Resolution  13-0170) 

Commissioner  Moran  requested  that  item  8e  be  removed.  Commissioner  Caen 
requested  tfiat  item  8h  be  removed. 

Public  Comments: 

•  None. 

On  Motion:  Items  8a,  b,  c,  d,  f  and  g 

Ayes:  Courtney,  Caen,  Vietor,  Moran  and  Torres 

Commissioner  Moran  asl<ed  why  there  was  only  one  bidder  for  item  8e,  to  which 
AGM  Moala  provided  a  response. 

Public  Comments: 

•  None. 

On  Motion:  Item  8e 

Ayes:  Courtney,  Caen,  Vietor,  Moran  and  Torres 

Commissioner  Caen  stated  that  the  cost  increase  for  the  agreement  seemed 
excessive.  Mr  Rydstrom  provided  clarification  and  need  for  the  increase. 

Public  Comments: 

•  None. 

On  Motion  for  items  8h 

Ayes:  Courtney,  Caen,  Vietor,  Moran  and  Torres 

9.    2014  Water  &  Sewer  Retail  Rates  Study  Workshop:  Discussion  of  2014  Water  and 
Sewer  Retail  Rates  Study,  as  reguired  by  the  City  Charter.  No  action  to  adopt  water 
and  sewer  rates  and  charges  will  be  taken  at  this  meeting.  The  goals  of  this 
workshop  are  to  present  Rate  Study  objectiyes.  review  critical  rate-making  criteria, 
and  the  timeline  for  public  outreach  and  Commission  action.  A  Commission 
resolution  and  staff  report  regarding  formal  adoption  of  retail  water  and  sewer  rates 
and  charges  will  be  considered  in  the  spring  of  2014. 

Mr.  Rydstrom  introduced  the  item  and  discussed  the  workshop  goals  and  the  2014 
rate  study  objectives.  He  offered  a  brief  background  on  the  rate  study  and 
presented  a  rate  setting  process  timeline  of  what  has  been  done  and  what  is 
coming  up. 
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He  discussed  cost  drivers  for  capital  and  operations  of  water  and  sewer  He  stated 
tiiat  Commission  input  will  be  requested  on  key  considerations  of  rate  duration  and 
design,  tiers  and  water  budgets,  wet  weatfier  costs  and  green  incentives, 
connection  fees/capacity  charges,  and  low  income  programs. 

Mr  Rydstrom  continued  by  discussing  ttie  combined  bill  impact  and  affordability 
and  provided  a  combined  bill  comparison  with  other  jurisdictions.  He  reviewed 
public  outreach  efforts  and  the  steps  being  taken  to  educate  the  public  on  rates. 

Mr  Rydstrom  confirmed  that  there  is  no  action  on  the  item,  but  asked  that  the 
Commission  provide  input  and  offer  considerations  that  may  be  missing. 

Commissioner  Moran  stated  his  concerns  of  affordability;  the  alignment  of  the  rate 
structure  with  the  cost  structure;  and  how  to  pay  for  conservation  and  reclamation, 
which  should  be  considered  during  the  rate  analysis.  He  wondered  if  a  fixed 
conservation  fee  should  be  implemented,  and  noted  that  incentives  should  be 
included  to  encourage  people  to  do  the  right  thing. 

Commissioner  Vietor  expressed  interest  in  a  stormwater  fee  rather  than  a 
conservation  fee.  She  referenced  a  November  2012  SPUR  report  on  stormwater 
fees,  and  recommended  that  staff  look  at  that  report.  She  suggested  community 
outreach  emphasizing  the  benefits  people  will  receive  in  exchange  for  the  increase 
in  rates. 

Commissioner  Caen  asked  if  a  third  tier  could  be  added.  Mr  Rydstrom  indicated 
that  staff  is  looking  into  it,  but  noted  that  most  of  the  usage  is  in  tier  one  or  two.  He 
indicated  that  a  third  tier  will  be  presented  as  an  option  to  the  Commission. 

Commissioner  Torres  suggested  that  polling  take  place  to  ensure  that  more  people 
are  reached  and  more  opinions  are  captured. 

Public  Comment: 

•  None. 

10.  Approve  Amendment  No.  1  to  Agreement  No.  CS-113B.  As-Needed  Laboratory 
Services,  with  BioVir  Laboratories  to  continue  as-needed  laboratory  services  for 
analytical  testing  of  microorganisms  in  various  water  matrixes  and  provide  testing 
and  services  such  as  technical  support,  data  analysis  and  consulting  services:  and 
authorize  the  General  Manager)  to  negotiate  and  execute  an  amendment  providing 
a  time  extension  up  to  two  years  and  six  months,  for  a  total  agreement  duration  of 
five  years  and  ten  months  with  no  change  to  the  agreement  value.  (Resolution  13- 
0171) 

Public  Comment: 

•  None. 
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On  Motion: 

Ayes:  Courtney,  Caen,  Viator,  Moran  and  Torres 

Secretary  Hood  inadvertently  called  items  12  and  13  out  of  order. 

12.  Adopt  findings  pursuant  to  the  California  Environmental  Quality  Act,  and  authorize 
the  General  Manager  to  execute,  on  behalf  of  the  City  and  County  of  San 
Francisco,  a  Memorandum  of  Understanding  with  San  Mateo  County,  for  trail 
improvements  on  the  Crystal  Springs  Regional  Trail,  with  a  duration  of  three  years, 
and  to  contribute  $300.000  for  the  construction  of  security  and  watershed  fencing 
for  the  South  of  Lower  Crystal  Springs  Dam  to  Highway  92  trail  extension. 
(Resolution  13-0172) 

In  response  to  a  question  from  Commissioner  Caen,  Mr  Tim  Ramirez,  stated  that 
the  Crystal  Springs  Regional  Trail  system  is  managed  by  San  Mateo  County  per 
easements  we  provided  to  them  for  hikers,  bicyclists,  and  equestrians,  and  that  no 
pets  are  allowed  on  the  trail. 

Public  Comment: 

•  None. 

On  Motion: 

Ayes:  Courtney,  Caen,  Vietor,  Moran  and  Torres 

13.  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to  execute  a 
Purchase  and  Sale  Agreement  and  any  related  documents  to  facilitate  the  purchase 
of  approximately  84  acres  of  improved  agricultural  land,  located  at  7484  Sheridan 
Road  in  Sunol,  California,  from  Kenneth  Paul  Mackin  and  Janice  Mackin  for 
$3.721 .500.  for  the  New  Irvinoton  Tunnel  Project.  (Resolution  13-0173) 

Secretary  Hood  noted  that  on  page  two  of  the  resolution,  third  Whereas  Clause,  a 
correct  date  of  November  14,  2013  should  be  reflected. 

Mr.  Cruz  responded  to  Commissioner  Caen's  question  regarding  the  purpose  and 
terms  of  the  lease. 

Public  Comment: 

•  None. 

On  Motion: 

Ayes:  Courtney,  Caen,  Vietor,  Moran  and  Torres 

11.  Authorize  the  General  Manager  to  execute,  on  behalf  of  the  City  and  County  of  San 
Francisco,  a  Joint  Funding  Agreement  with  the  U.S.  Geological  Survey,  for  an 
amount  not-to-exceed  $335,520,  and  with  a  duration  of  one  year,  which  will  allow 
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for  hvdroloqic  monitoring  and  stream  gage  maintenance  on  the  Tuolumne  River  and 
its  tributaries.  (Resolution  13-0174) 

Public  Comment: 

•  None. 

On  Motion: 

Ayes:  Courtney,  Caen,  Vietor,  Moran  and  Torres 

14.  Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 

•  None. 

15.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

On  Motion  TO  ASSERT: 

Ayes:  Courtney,  Caen,  Vietor,  Moran  and  Torres 

The  Commission  entered  Closed  Session  at  4:43  PM. 
Commissioner  Vietor  departed  the  meeting  at  4:43  PM. 

16.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9  (d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1). 

Existing  Litigation: 

Marl<  Pear  and  Matt  Pear  v.  City  and  County  of  San  Francisco 
Santa  Clara  Superior  Court  Case  No.:  1-12-CVC-227801 
City  Attorney  File  Number:  130094 
Date  Filed:  July  5,  2012 

17.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1). 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529309 

City  Attorney  File  No.  0000657/Date  Filed  March  6,  2013:  Served  June  6,  2013 

18.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1). 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529310 
City  Attorney  File  No.  0000657/Date  Filed  June  6,  2013 

19.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 
54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1). 


SFPUC  Minutes 
November  12, 2013 


Page  13 


Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A127554/Date  Filed:  January  29,  2010 

20.  Conference  with  Legal  Counsel-  Pursuant  to  California  Government  Code  Section 
54956.9(d)(4)  and  San  Francisco  Administrative  Code  Section  67.10(d)(2). 

Anticipated  Litigation  as  Plaintiff 

21 .  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 
Section  54957  and  San  Francisco  Administrative  Code  67.10(a). 

Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 
and  Power  Systems. 

The  Commission  returned  from  Closed  Session  at  5:05  PM. 

22.  Announcement  following  Closed  Session 

President  Courtney  announced  that  no  action  was  taken  during  closed  session. 

23.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 

On  Motion  NOT  to  disclose 

Ayes:  Courtney,  Caen,  Moran  and  Torres 

24.  Other  new  business 
None. 

President  Courtney  adjourned  the  meeting  at  5:07  PM. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


13-0163 


WHEREAS.  On  March  2009,  this  Commission  awarded  Agreement  No.  CS-960(I), 
Automatic  Bill  Payment  Enrollment  Service,  and  authorized  the  General  Manager  of  the  Saii 
Francisco  Public  Utilities  Commission  to  execute  a  professional  services  agreement,  in  the 
amount  of  $25,000,  and  with  a  term  of  five  years,  concluding  on  December  2 1,  2013,  with  STOP 
Processing  Center;  and 

WHEREAS,  Amendment  No.  1  was  issued  for  $24,000  to  continue  the  work,  increasing 
the  total  not-to-exceed  agreement  amount  to  $49,000,  with  no  impact  to  the  agreement  duration! 
and 

WHEREAS,  Amendment  No.  2  is  being  requested  to  extend  the  agreement  term  by  one 
year  and  four  months  to  April  30,  2015,  with  no  impact  to  the  agreement  value;  and 

WHEREAS,  Funds  for  this  agreement  will  be  made  available  from  the  Customer 
Services  operating  budget;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  2  to  Agreement 
No.  CS-960(I),  Automatic  Bill  Payment  Enrollment  Services  to  provide  ongoing 
processing/enrollment  services  to  SFPUC  customers  who  wish  to  participate  in  the  Automatic 
Bill  Payment  program,  and  authorizes  the  General  Manager  of  the  San  Francisco  Public  Utilities 
Commission  to  negotiate  and  execute  an  amendment  extending  the  agreement  up  to  one  year  and 
four  months,  for  a  total  agreement  duration  of  six  years  and  four  months,  with  no  change  to  the 
agreement  value. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  November  12,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


13-0164 


WHEREAS,  On  July  9,  2013,  per  Resolution  No.  13-01 14,  this  Commission  approved 
the  award  of  Hetchy  System  Improvement  Program  (HSIP)  -funded  Contract  No.  HH-954R2, 
Intake  Switchyard  Refurbishment  Phase  I,  to  Communication  Services,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-To- Proceed  date  was  August  7,  2013;  and 

WHEREAS,  The  original  contract  amount  was  for  $2,763,109  and  the  original  contract 
duration  was  233  consecutive  calendar  days;  and 

WHEREAS,  Section  6.22(H)(1)  of  the  Administrative  Code  requires  the  General 
Manager  to  seek  the  approval  of  the  Commission  for  a  cumulative  price  increase  in  excess  of  ten 
percent  of  the  original  contract  price." 

WHEREAS,  Modification  No.  1  is  being  requested  for  $492,785  to  pay  for  San  Francisco 
Public  Utilities  Commission  (SFPUC)  requested  standby  time  durmg  the  first  week  of  the  Rim 
Fire,  and  to  address  SFPUC  requested  shoo-fly,  insulator  bolt,  and  grounding  revisions,  and  for 
implementing  an  accelerated  schedule  to  make  up  for  time  lost  during  the  Rim  Fire,  increasing 
the  total  contract  amount  to  53,255,894;  and 

WHEREAS,  Pursuant  to  Chapter  14B  of  the  San  Francisco  Administrative  Code,  the  San 
Francisco  Contract  Monitoring  Division  granted  a  waiver  for  this  project  due  to  the  specialized 
nature  of  the  work  and  has  thereby  waived  the  Lxjcal  Business  Enterprise  subcontracting  goal  for 
the  Contract;  and 

WHEREAS,  Funds  are  available  Irom  Project  No.  CUHlOl,  Early  Intake  Refurbishment, 
Phase  1;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Modification  No.  1  to  HSIP  funded 
Contract  No.  HH-954R2,  with  Communication  Services  Inc.,  increasing  the  contract  amount  by 
$492,785,  for  a  total  contract  amount  of  $3,255,894. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  November  12,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  13-0165 


WHEREAS,  Constmction  has  been  completed  for  Wastewater  Enterprise  (WWE) 
Capital  Improvement  Program  (ClP)-funded  Contract  No.  WW-519,  Channel  Pump  Station  Odor 
Control  and  Facility  Improvements  Phase  III,  by  the  contractor,  NTK  Construction,  Inc.;  and 

WHEREAS,  On  May  24,  2011,  by  Resolution  No.  11-078,  this  Commission  awarded 
Contract  No.  WW-519,  Chaimel  Pump  Station  Odor  Control  and  Facility  Improvements  Phase 
III,  in  the  amount  of  $4,048,000,  to  the  lowest,  qualified  responsible  and  responsive  bidder  NTK 
Constaiction,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  July  14,  201 1  with 
an  original  schedule  of  520  consecutive  calendar  days  and  the  contract  work  was  completed  in 
735  consecutive  calendar  days  on  September  15,  2013;  and 

WHEREAS,  The  original  contract  amount  was  for  $4,048,000  and  the  original  contract 
duration  was  520  consecutive  calendar  days;  and 

WHEREAS,  Modification  Nos.  1-7  was  issued  for  $396,531  to  change  the  dewatering 
pipe  from  ductile  to  steel,  modify  the  chemical  off-loading  compressor,  provide  electrical  service 
for  the  new  sump  pump  control  panels,  change  the  station  sump  grating,  address  additional  pipe 
corrosion  associated  with  Lift  Pumps  2,  3,  and  4,  and  address  concrete  floor  repair,  with  a  time 
extension  of  35  consecutive  calendar  days,  due  to  wet  weather  and  cancellation  of  planned 
shutdowns,  increasing  the  contract  amount  to  $4,444,531  and  extending  the  contract  duration  to 
555  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  8  was  approved  for  $109,042  (Resolution  No.  13-0046 
dated  March  26,  2013)  to  address  changes  in  field  conditions  and  unanticipated  electrical  work 
related  to  the  new  emergency  generator  installation,  increasing  the  contract  amount  to 
$4,553,573,  and  increasing  the  contract  duration  by  180  consecutive  days  to  recover  from  the 
cancellation  of  planned  shutdowns,  increasing  the  total  contract  duration  to  735  consecutive 
days;  and 

WHEREAS,  The  contractor  exceeded  the  established  Contract  Monitoring  Division 
subcontracting  goal  of  19%  Local  Business  Enterprise  (LBE)  participation,  by  utilizing  a  project 
total  LBE  participation  of  20.34%.;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CENMSCIC48  -  Channel  Pump 
Station  Odor  Control  and  Facility  Improvements  Phase  III;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  NTK 
Constmction  Inc.  for  WWE,  CIP-funded  Contract  No.  WW-519,  Channel  Pump  Station  Odor 
Control  and  Facility  Improvements  Phase  III,  for  a  total  contract  amount  of  $4,553,573  and  for 
total  contract  duration  of  735  consecutive  calendar  days;  and  authorizes  final  payment  to  the 
contractor. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  November  12,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


13-0166 


WHEREAS,  On  June,  per  Resolution  No.  12-0106,  this  Commission  approved  the  award 
of  Wastewater  Enterprise  (WWE),  Capital  Improvement  Program  (ClP)-funded  Contract  No. 
WW-522,  Southeast  Water  Pollution  Control  Plant  (SEP)  Dewatering  Facility  Corrosion  Repairs, 
to  Monterey  Mechanical  Co.;  and 

WHEREAS,  The  constRiction  contract  Notice-To-Proceed  date  was  set  for  August  27, 


WHEREAS,  The  original  contract  amount  was  for  $9,058,000  and  the  original  contract 
duration  was  540  consecutive  calendar  days;  and 

WHEREAS,  Modification  Nos.  1-3  were  issued  for  $701,844  to  replace  the  digester  gas 
storage  unit,  digester  gas  evacuation  and  transfer  valves,  increasing  the  contract  amount  to 
$9,759,844;  and 

WHEREAS,  An  increase  in  the  contract  cost  contingency  in  the  amount  of  $346,000 
(Resolution  No.  13-0051)  was  approved  on  April  9,  2013,  for  additional  debilitating  corrosion 
issues  discovered  during  the  rehabilitation  of  the  existing  biosolids  dewatering  and  storage 
facility,  increasing  the  total  contract  amount  limit  to  $10,309,800;  and 

WHEREAS,  Modification  Nos.  4-9  were  issued  for  $458,004  to  address  unanticipated 
field  conditions  related  to  electrical,  instrumentation,  and  control  of  biosolids  dewatering 
equipment,  increasing  the  contract  amount  to  $  10,217,848;  and 

WHEREAS,  Modification  No.  10  is  being  requested  for  a  non-compensable  time 
extension  of  150  consecutive  calendar  days  to  accommodate  unanticipated  emergency  work  on 
biosolids  storage  cake  bins  #3  and  #4,  under  a  separate  contract  adjacent  to  iJie  WW-522  contract 
work  site,  extending  the  total  contract  duration  to  690  consecutive  calendar  days;  and 

WHEREAS,  Contract  Monitoring  Division  subcontracting  goal  of  25.4%  Local  Business 
Enterprise  participation  was  originally  established  for  this  construction  contract;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CENMSCIC38  -  Southeast  Water 
Pollution  Control  Plant  Dewatering  Facility  Conosion  Repairs;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Modification  No.  10  to  WWE,  CIP- 
funded  Contract  No.  WW-522,  with  Monterey  Mechanical  Co,  extending  the  contract  duration 
by  150  consecutive  calendar  days  for  a  total  contract  duration  of  690  consecutive  calendar  days. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  November  12,  2013. 


2012;  and 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  13-0167 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  constructed 
the  Bay  Division  Pipeline  (BDPL)  Nos.  3  &  4  Barron  Creek  Crossovers  Facility  (Barron 
Creek  Facility)  on  SFPUC  Parcel  245-B  (SFPUC  Property)  in  Palo  Alto  as  part  of  Water 
System  Improvement  Program  (WSIP)-funded  Project  No.  CUW38001,  known  as  the 
BDPL  Nos.  3  and  4  Crossovers  Project  (Project);  and 

WHEREAS,  The  Project  includes  installation  of  a  subsurface  conduit, 
telecommunications  line  and  data  connection  to  serve  the  Barron  Creek  Facility;  and 

WHEREAS,  The  Barron  Creek  Facility  is  located  on  the  SFPUC  Property  adjacent  to 
the  United  States  Department  of  Veterans  Affairs  (VA)  medical  campus  at  3801  Miranda 
Avenue  in  Palo  Alto;  and 

WHEREAS,  SFPUC  staff  and  VA  staff  have  negotiated  the  terms  and  conditions  of  a 
proposed  Revocable  License  Agreement  (License  Agreement)  on  the  VA's  standard  form, 
to  allow  SFPUC  to  install,  operate  and  maintain  an  AT&T  frame  relay  connection  in  the 
VA's  Building  51  telecommunications  closet,  a  subsurface  conduit  on  VA  land,  and  a  data 
line  from  the  SFPUC  Property  to  the  telecommunications  closet,  on  a  rent-free  basis  for  a 
five-year  term;  and 

WHEREAS,  On  October  23,  2008,  the  San  Francisco  Planning  Department 
reviewed  and  considered  the  Initial  Study/Final  Mitigated  Negative  Declaration 
(IS/FMND)  for  the  Project  and  found  that  the  contents  and  the  procedures  through  which 
the  IS/FMND  was  prepared,  publicized  and  reviewed  complied  with  the  California 
Environmental  Quality  Act  (CEQA),  14  California  Code  of  Regulations  Sections  15000  et 
seq.  (the  CEQA  Guidelines),  and  Chapter  3 1  of  the  San  Francisco  Administrative  Code, 
and  approved  the  IS/FMND  for  the  Project  in  compliance  with  CEQA  and  Chapter  31;  and 

WHEREAS,  On  December  9,  2008,  at  a  public  meeting,  this  Commission  adopted 
Resolution  No.  08-0225,  in  which  it  (1)  adopted  CEQA  findings,  the  IS/FMND,  the 
Mitigation  Monitoring  and  Reporting  Program  (MMRP)  and  the  Standard  Construction 
Measures  and  Greenhouse  Gas  Reduction  Actions  and  (2)  approved  the  Project  and 
authorized  staff  to  implement  the  Project  following  final  action  by  the  Board  of 
Supervisors;  and 

WHEREAS,  On  January  27,  2009,  the  Board  of  Supervisors  reviewed  and 
considered  SFPUC  Resolution  No.  08-0225  and  by  Resolution  23-09  adopted  the 
IS/FMND  and  the  SFPUC  CEQA  findings  as  its  own  with  respect  to  the  Project,  including 
the  MMRP,  and  directed  the  Clerk  of  the  Board  to  forward  Resolution  23-09  to  the 
Controller;  and 

WHEREAS,  On  June  18,  2012,  the  San  Francisco  Planning  Department  reviewed 
the  action  and  determined  that  installing  a  conduit  for  the  AT  &T  data  line  is  a  minor 
project  modification  that  is  within  the  scope  of  the  adopted  Final  MND,  because  it  does 


not  result  in  new  significant  environmental  effects  or  cause  a  substantial  increase  in  the 
severity  of  previously  identified  significant  effects,  and  pursuant  to  this  decision,  on 
October  24,  2013,  the  Bureau  of  Environmental  Management  determined  that  no  additional 
review  is  required  for  the  License  Agreement;  therefore,  be  it 

RESOLVED,  That  this  Commission  has  reviewed  and  considered  the  IS/FMND 
and  reaffirms  the  Findings  and  the  MMRP  adopted  in  Resolution  08-0225  and  incorporated 
herein  by  this  reference,  and  further  finds  on  the  basis  of  substantial  evidence  in  light  of  the 
whole  record  that:  (A)  entering  into  the  License  Agreement  will  not  require  revisions  to  the 
Final  MND  due  to  the  involvement  of  new  significant  environmental  effects  or  substantial 
increase  in  the  severity  of  previously  identified  significant  effects;  (B)  no  substantial 
changes  have  occurred  with  respect  to  the  circumstances  under  which  the  Project  will  be 
undertaken  that  would  require  major  revisions  to  the  IS/FMND  due  to  the  involvement  of 
new  significant  environmental  effects,  or  a  substantial  increase  in  the  severity  of  effects 
identified  in  the  IS/FMND;  and  (C)  no  new  information  of  substantial  importance  to  the 
Project  has  become  available  that  would  indicate  (I)  the  Project  will  have  significant 
effects  not  discussed  in  the  IS/FMND  or  (2)  environmental  effects  will  be  substantially 
more  severe;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  and  directs  the  SFPUC 
General  Manager  or  his  designee  to  execute  the  License  Agreement,  with  such  additional 
terms  as  are  in  the  public  interest  and,  in  the  judgment  of  the  General  Manager,  are 
reasonable  and  appropriate  for  the  scope  and  duration  of  SFPUC's  communications 
requirements  as  necessary  for  the  Project;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  ratifies,  approves  and 
authorizes  all  actions  heretofore  taken  by  any  City  official  in  connection  with  the  License 
Agreement;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager 
to  make  such  modifications  and  enter  into  such  amendments  to  the  License  Agreement, 
including  without  limitation,  the  exhibits,  that  the  General  Manager  determines,  in 
consultation  with  the  City  Attorney  are  in  the  best  interest  of  the  City,  do  not  materially 
increase  the  obligations  or  liabilities  of  the  City  or  materially  diminish  the  benefits  to  the 
City,  are  necessary  or  advisable  to  effectuate  the  purposes  and  intent  of  the  License 
Agreement  or  this  resolution,  and  are  in  compliance  with  all  applicable  laws,  including  the 
City  Charter. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  November  12.  2013. 

Secretary',  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0168 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  has  constructed  a 
Bay  Division  Pipeline  (BDPL)  Nos.  3  &  4  crossover  facility  adjacent  to  the  Guadalupe  River 
(Guadalupe  Crossover  Facility)  in  Santa  Clara  as  part  of  Water  System  Improvement  Program 
(WSIP)-funded  Project  No.  CUW3800I,  known  as  the  BDPL  Nos.  3  and  4  Crossovers  Project 
(Project);  and 

WHEREAS,  Pursuant  to  a  Revocable  Permit  dated  January  3,  2000  (Existing  Permit),  the 
City  of  Santa  Clara,  California  (Santa  Clara)  has  a  license  to  use  the  portion  of  SFPUC's  fee- 
owned  right  of  way  known  as  SFPUC  Parcel  128-A  (SFPUC  Property)  located  between  Lick 
Mill  Boulevard  and  die  Guadalupe  River,  as  part  of  a  nature  preserve;  and 

WHEREAS,  The  Guadalupe  Crossover  Facility  is  located  on  a  portion  of  the  SFPUC 
Property  that  was  formerly  included  in  the  nature  preserve;  and 

WHEREAS,  In  order  to  access  the  Guadalupe  Crossover  Facility  without  disturbing  the 
nature  preserve,  SFPUC  uses  a  driveway  located  on  the  adjacent  land  owned  by  the  Sports  and 
Open  Space  Authority  of  the  City  of  Santa  Clara  (SOSA);  and 

WHEREAS,  SFPUC  wishes  to  use  a  splash  pad  owned  by  Santa  Clara  when  discharging 
water  into  the  Guadalupe  River  in  connection  with  future  maintenance,  repair  and  construction 
operations;  and 

WHEREAS,  SFPUC  has  installed,  with  Santa  Clara's  and  SOSA's  consent 
(i)  landscaping  on  the  SFPUC  Property  and  SOSA's  property  in  front  of  the  Guadalupe 
Crossover  Facility  to  soften  its  appearance  and  (ii)  an  underground  drip  irrigation  system, 
connected  to  Santa  Clara's  recycled  water  supply  pipeline,  to  water  the  landscaping;  and 

WHEREAS,  Staff  of  SFPUC,  Santa  Clara  and  SOSA  have  negotiated  the  terms  and 
conditions  of  a  proposed  Revocable  License  (License  Agreement)  to  replace  the  Existing  Permit, 
that  allows  Santa  Clara  to  continue  operating  the  nature  preserve  on  a  redefined  license  area  that 
excludes  the  land  now  occupied  by  the  Guadalupe  Crossover  Facility,  and  gives  SFPUC 
permission  to  use  SOSA's  access  driveway  and  Santa  Clara's  splash  pad  and  recycled  water,  for 
a  term  that  continues  until  revoked  by  SFPUC;  and 

WHEREAS,  On  October  23,  2008,  the  San  Francisco  Planning  Department  reviewed  and 
considered  the  Initial  Study/Final  Mitigated  Negative  Declaration  (IS/FMND)  for  the  Project  and 
found  that  the  contents  and  the  procedures  through  which  the  IS/FMND  was  prepared,  publicized 
and  reviewed  complied  with  the  California  Environmental  Quality  Act  (CEQA),  14  California 
Code  of  Regulations  Sections  15000  et  $eq.  (the  CEQA  Guidelines),  and  Chapter  31  of  the  San 
Francisco  Administrative  Code,  and  approved  the  IS/FMND  for  the  Project  in  compliance  with 
CEQA  and  Chapter  31;  and 

WHEREAS,  On  December  9,  2008,  at  a  public  meeting,  this  Commission  adopted 
Resolution  No.  08-0225,  in  which  it  (1)  adopted  CEQA  findings,  the  IS/FMND,  the  Mitigation 
Monitoring  and  Reporting  Program  (MMRP)  and  the  Standard  Construction  Measures  and 


Greenhouse  Gas  Reduction  Actions;  and  (2)  approved  the  Project  and  authorized  staff  to 
implement  the  Project  following  final  action  by  the  Board  of  Supervisors;  and 

WHEREAS,  On  January  27,  2009,  the  Board  of  Supervisors  reviewed  and  considered 
SFPUC  Resolution  No.  08-0225  and  by  Resolution  No.  23-09  adopted  the  IS/FMND  and  the 
SFPUC  CEQA  findings  and  the  MMRP  as  its  own  with  respect  to  the  Project,  and  directed  the 
Clerk  of  the  Board  to  forward  Resolution  23-09  to  the  Controller;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  has  reviewed  and  considered  the  IS/FMND  and 
reaffirms  the  CEQA  findings  and  the  MMRP  adopted  in  Resolution  08-0225  and  incorporated 
herein  by  this  reference,  and  further  finds  on  the  basis  of  substantial  evidence  in  light  of  the 
whole  record  that:  (A)  entering  into  the  License  Agreement  will  not  require  revisions  to  the  Final 
MND  due  to  the  involvement  of  new  significant  environmental  effects  or  substantial  increase  in 
the  severity  of  previously  identified  significant  effects;  (B)  no  substantial  changes  have  occurred 
with  respect  to  the  circumstances  under  which  the  Project  will  be  undertaken  that  would  require 
major  revisions  to  the  IS/FMND  due  to  the  involvement  of  new  significant  environmental 
effects,  or  a  substantial  increase  in  the  severity  of  effects  identified  in  the  IS/FMND;  and  (C)  no 
new  information  of  substantial  importance  to  the  Project  has  become  available  that  would 
indicate  (l)the  Project  will  have  significant  effects  not  discussed  in  the  IS/FMND  or  (2) 
environmental  effects  will  be  substantially  more  severe;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  and  directs  the 
General  Manager  of  the  SFPUC  or  his  designee  to  execute  the  License  Agreement,  with  such 
additional  terms  as  are  in  the  public  interest  and,  in  the  judgment  of  the  General  Manager,  are 
reasonable,  appropriate  for  the  scope  and  duration  of  the  SFPUC 's  requirements  for  use  of 
SOSA's  driveway  and  Santa  Clara's  splash  pad  and  recycled  water,  as  necessary  for  the 
Guadalupe  Crossover  Facility;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  ratifies,  approves  and  authorizes 
all  actions  heretofore  taken  by  any  City  official  in  connection  with  the  License  Agreement;  and 
be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  to  make 
such  modifications  and  enter  into  such  amendments  to  the  License  Agreement,  including  without 
limitation,  the  exhibits,  that  the  General  Manager  determines,  in  consultation  with  the  City 
Attorney  are  in  the  best  interest  of  the  City,  do  not  materially  increase  the  obligations  or 
liabilities  of  the  City  or  materially  diminish  the  benefits  to  the  City,  are  necessary  or  advisable  to 
effectuate  the  purposes  and  intent  of  the  License  Agreement  or  this  resolution,  and  are  m 
compliance  with  all  applicable  laws,  including  the  City  Charter. 

I  hereby  certify  that  the  foregomg  resohition  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  November  12,  2013. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0169 


WHEREAS,  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R)  and 
Department  of  Public  Works  (DPW)  Pavement  Renovation  Program-funded  Contract  No.  WW- 
546R,  15th/16th/]8th/19th/20th  Avenues  and  California/Clement  Streets  Sewer  Replacement  and 
Pavement  Renovation  was  advertised  on  August  19,  2013;  and 

WHEREAS,  The  Engineer's  Estimate  is  $3,495,975  for  this  construction  contract  work  to 
replace  the  existing  sewer  and  renovate  the  existing  street  pavement  on  the  subject  streets;  and 

WHEREAS,  The  contract  duration  is  300  consecutive  calendar  days;  and 

WHEREAS,  On  April  4,  2013  the  Bureau  of  Environmental  Management  determined  the 
proposed  project  was  categorically  exempt  from  the  California  Environmental  Quality  Act  under 
Section  15302,  Class  2  and  on  April  8,  2013  the  San  Francisco  Planning  Department 
Environmental  Review  Officer  concurred  with  the  determination,  case  number  2013.0426E;  and 

WHEREAS,  One  (1)  bid  was  received  and  opened  publicly  on  September  12,  2013;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  Harty  Pipelines,  Inc.  as  the 
lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  CMD  subcontracting  goal  of  17%  Local  Business  Enterprise  participation 
has  been  established  for  this  contract  and  Harty  Pipelines,  Inc.  committed  to  a  23.33% 
participation  with  their  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  Chy;  and 

WHEREAS,  Funds  are  available  from  SFPUC  Project  No.  CWWRNRCS46, 
15th/16th/18th/19th/20th  Avenues  and  California/Clement  Streets  Sewer  Replacement  and  DPW 
Project  No.  CSTR11SR91,  15th/16th/18thyi9th/20th  Avenues  and  California/Clement  Streets 
Pavement  Renovation;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications,  and 
awards  VVWE,  R&R  and  DPW  Pavement  Renovation  Program-funded  Contract  No.  WW-546R, 
15th/16th/18th/19th/20th  Avenues  and  California/Clement  Streets  Sewer  Replacement  and 
Pavement  Renovation,  in  the  amount  of  $3,899,750  (of  which  $3,247,526  is  funded  by  WWE 
and  $652,224  is  funded  by  DPW),  to  the  lowest,  qualified,  responsible  and  responsive  bidder, 
Harty  Pipelines,  Inc. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  November  12,  2013. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


13-0170 


WHEREAS,  In  May  2009  this  Commission  awarded  Agreement  No.  CS-979(I),  Water 
and  Wastewater  Payment  Processing  Services,  and  authorized  the  General  Manager  of  the  San 
Francisco  PubHc  Utilities  Commission  (SFPUC)  to  execute  a  professional  services  agreement,  in 
the  amount  of  $28,900,  and  with  a  tenn  of  three  years,  concluding  on  June  30,  2012,  with  Dots 
Printing  and  Stationery;  and 

WHEREAS,  Amendment  No.  1  was  issued  for  $7,000  to  continue  the  work,  increasing 
the  total  not-to-exceed  agreement  amount  to  $35,900  and  extending  the  agreement  term  by  six 
months,  to  December  31,  2012;  and 

WHEREAS,  Amendment  No.  2  was  issued  for  $14,000  in  order  for  Dots  Printing  to 
continue  to  accept  water  and  wastewater  payments  from  SFPUC  customers  in  the  Chinatown 
area  of  San  Francisco,  increasing  the  total  not-to-exceed  agreement  amount  to  $49,900  and 
extending  the  agreement  term  by  one  year  and  six  months  to  June  30,  2014;  and 

WHEREAS,  Amendment  No.  3  is  being  requested  to  increase  the  contract  value  by 
$38,000  and  increase  agreement  duration  by  one  year.  This  amendment  is  being  requested  to 
account  for  the  additional  payment  processing  costs  associated  with  SFPUC's  decision  to  change 
its  billing  cycle  from  bi-monthly  to  monthly  basis;  and 

WHEREAS,  Funds  for  this  agreement  will  be  made  available  from  the  Customer 
Services  operating  budget;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  3  to  Agreement 
No.  CS-979(I),  Water  and  Wastewater  Payment  Processing  Services,  with  Dots  Printing  and 
Stationery  to  continue  to  accept  water  and  wastewater  payments  from  SFPUC  customers  in  the 
Chinatown  area  of  San  Francisco,  and  authorizes  the  General  Manager  of  the  San  Francisco 
Public  Utilities  Commission  to  negotiate  and  execute  an  amendment  increasing  the  agreement  up 
to  $38,000,  for  a  total  agreement  amount  of  $87,900  and  with  a  time  extension  up  to  one  year, 
for  a  total  agreement  duration  of  six  years. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  November  12,  2013. 


Secretary,  Public  Utilities  Commission 


■s. 


J 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0171 


WHEREAS,  Commission  Resolution  09-0017  on  January  27,  2009  authorized  the 
General  Manager  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  to  negotiate  and 
execute  a  professional  services  agreement  No.  CS-113B,  As-Needed  Laboratory  Services  in  the 
amount  of  $1,000,000,  and  with  a  term  of  three  years  and  four  months,  concluding  on  December 
31,  2013,  with  BioVir  Laboratories;  and 

WHEREAS,  Amendment  No.  1  is  being  requested  to  continue  as-needed  laboratory 
services  for  analytical  testing  of  microorganisms  in  various  water  matrixes  and  provide  testing 
and  services  such  as  technical  support,  data  analysis  and  consulting  services,  extending  the 
agreement  term  by  two  years  and  six  months,  for  a  total  agreement  duration  of  five  years  and  ten 
months;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  established  a  2%  Local  Business 
Enterprise  (LBE)  subconsulting  goal  for  this  project  and  the  Consultant,  BioVir  Laboratories,  has 
committed  to  meeting  that  goal  with  3%  LBE  participation.;  and 

WHEREAS,  Funds  for  this  agreement  are  available  from  Water  Enterprise,  Water 
Quality  Operating  Fund;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Amendment  No.  1  to  Water 
Enterprise,  general -funded  Agreement  No.  CS-113B,  As-Needed  Laboratory  Services,  with 
BioVir  Laboratories  to  continue  as-needed  laboratory  services  for  analytical  testing  of 
microorganisms  in  various  water  matrixes  and  provide  testing  and  services  such  as  technical 
support,  data  analysis  and  consulting  services;  and  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  negotiate  and  execute  an  amendment  providing  a  time 
extension  up  to  two  years  and  six  months,  for  a  total  agreement  duration  of  five  years  and  ten 
months  with  no  change  to  the  agreement  value. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  November  12,  2013. 


0&Mmj\.  Kilrrtrd.--  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0172 


WHEREAS,  In  1993,  San  Mateo  County  and  the  SFPUC  entered  into  a  Memorandum  of 
Understanding  (the  "1993  MOU")  for  the  conveyance  of  trail  easements  on  the  San  Francisco 
Peninsula  Watershed  from  the  SFPUC  to  San  Mateo  County  as  authorized  by  SFPUC  Resolution 
No.  92-0303;  and 

WHEREAS,  The  San  Francisco  Board  of  Supervisors  authorized  the  conveyance  of  trail 
easements  to  San  Mateo  County  under  ordinance  No.  396-96;  and 

WHEREAS,  San  Mateo  County  has  completed  the  San  Andreas  Trail  and  the  San 
Andreas  Trail/Sawyer  Camp  Trail  Connector  contemplated  in  the  1993  MOU  and  subsequent 
conveyance  of  easements  from  the  City  to  San  Mateo  County;  and 

WHEREAS,  San  Mateo  County  has  not  completed  the  remaining  trail  improvements 
south  of  Lower  Crystal  Springs  Dam  to  Highway  92  and  south  of  Highway  92  to  the  existing 
Crystal  Springs  Trail  Segment  and  the  Ralston  Bike  Trail,  and  desires  a  time  extension  and 
funding  contribution  by  the  SFPUC  for  the  construction  of  trail  fencing  for  security  and  habitat 
protection  purposes;  and 

WHEREAS,  On  December  6,  1993,  San  Mateo  County,  acting  as  lead  agency  under  the 
California  Environmental  Quality  Act  (CEQA),  filed  an  Initial  Study  and  a  Mitigated  Negative 
Declaration,  ("1994  IS/MND")  with  the  State  Clearinghouse  (Number  1993121019),  for  the 
Expansion  of  the  Existing  Sawyer  Camp  Trail,  which  addresses  the  contemplated  trail 
improvements  both  south  and  north  of  Highway  92  now  known  as  the  "Crystal  Springs  Regional 
Trail  Project"  and  also  known  as  the  "Crystal  Springs  Watershed  Trails";  and 

WHEREAS,  On  October  17,  1994,  the  San  Mateo  County  Board  of  Supervisors 
(Resolution  No.  58724)  approved  the  facilities  plan  for  the  expansion  of  the  existing  Sawyer 
Camp  Trail  (also  known  as  the  Crystal  Springs  Regional  Trail  Project),  certified  the  1994  IS/ 
MND,  which  incorporates  mitigation  measures  recommended  to  reduce  all  significant  adverse 
impacts  to  a  less  than  significant  level;  and 

WHEREAS,  Subsequently,  San  Mateo  County  prepared  an  Initial  Study  and  adopted  a 
Mitigated  Negative  Declaration,  ("2010  IS/MND"),  for  the  Crystal  Springs  Regional  Trail 
Project  South  of  Highway  92  (State  Clearinghouse  Number  2010012063  )  to  assess  new 
information  about  the  environmental  conditions  along  the  trail  alignment  south  of  Highway  92 
that  came  to  light  in  the  years  subsequent  to  the  adoption  of  the  1994  MND;  and 

WHEREAS,  On  August  18,  2010,  the  San  Mateo  County  Recreation  and  Parks 
Commission  approved  the  Crystal  Springs  Regional  Trail  Project  South  of  Highway  92,  certified 
the  2010  IS/MND  and  adopted  associated  mitigation  measures  as  condition  of  approval  for  the 
Project,  and 

WHEREAS,  On  July  21,  2011,  the  California  Coastal  Conservancy,  acting  as  a 
Responsible  Agency  through  provision  of  funding  for  the  project,  independently  reviewed  and 
considered  the  1994  IS/MND  for  the  trail  segment  south  of  Lower  Crystal  Spring  Dam  to 
Highway  92,  and  found  no  substantial  evidence  that  the  project  as  proposed,  and  with  the 


identified  mitigation  measures  will  have  a  significant  effect  on  the  environment  and  that  no 
circumstances  have  changes  since  1994  thai  would  affect  these  conclusions;  and 

WHEREAS,  No  new  information  has  come  to  light  that  would  affect  the  conclusions  of 
1994  IS/MND  with  respect  to  the  trail  segment  south  of  Lower  Crystal  Spring  Dam  to  Highway 
92,  or  the  conclusions  of  the  2010  IS/MND  for  the  portion  of  the  trail  the  south  of  Highway 
92;and 

WHEREAS,  The  proposed  Crystal  Springs  Regional  Trail  Project,  when  completed, 
would  extend  existing  trail  facilities  3.25  miles  to  the  north  and  3.10  miles  to  the  south  and  is 
consistent  with  the  SFPUC  adopted  Peninsula  Watershed  Management  Plan.  This  trail  would 
provide  a  continuous  recreational  trail  from  the  City  of  San  Bruno  to  the  Town  of  Woodside,  and 
would  result  in  temporary  and  permanent  impacts  for  which  mitigation  measures  were  identified 
in  the  1994  IS/MND  and  required  by  the  San  Mateo  County  Board  of  Supervisors,  and  for  which 
mitigation  measures  were  identified  in  the  2010  IS/MND  and  required  by  San  Mateo  County 
Park  and  Recreation  Commission  in  connection  with  approval  of  the  Crystal  Springs  Regional 
Trail  Project;  and 

WHEREAS,  To  implement  the  Crystal  Springs  Regional  Trail  Project,  the  San  Mateo 
County  Department  of  Parks  must  implement  the  mitigation  measures  identified  in  the  1994 
MND  and  the  mitigation  measures  adopted  as  conditions  of  approval  of  the  2010  MND  to 
mitigate  impacts  to  a  less  than  significant  level,  and  some  of  the  mitigation  measures  would  be 
implemented  on  SFPUC  Peninsula  Watershed  Lands;  and 

WHEREAS,  Both  the  1994  IS/MND  and  the  2010  IS/MND  have  been  made  available  for 
review  by  this  Commission  and  the  public  and  are  a  part  of  the  record  of  this  approval  by  this 
Commission.  The  SFPUC,  as  a  responsible  agency  under  CEQA,  has  considered  the  1994 
IS/MND  and  the  2010  IS/MND  which  cover  the  Crystal  Springs  Regional  Trail  Project, 
including  the  environmental  effects  of  the  Crystal  Springs  Regional  Trail  Project  and  the 
mitigation  measures  to  reduce  the  significant  adverse  environmental  impacts  of  the  project  to  a 
less  than  significant  level.  The  1994  IS/MND  and  the  2010  IS/MND  and  other  materials  that  are 
part  of  the  record  of  this  approval  are  available  for  public  review  at  the  SFPUC  offices,  Natural 
Resources  Division,  525  Golden  Gate  Avenue,  10th  Floor,  which  is  the  custodian  of  records  for 
the  requested  MOU  and  construction  permit  approval;  and 

WHEREAS,  The  SPT'UC  will  provide  funding  to  cover  the  portion  of  work  related  to 
constructing  security  and  watershed  protection  fencing  for  San  Mateo  County's  Crystal  Springs 
Regional  Trail  project  on  the  SFPUC s  Peninsula  Watershed  lands  as  described  in  the  MOU  for 
an  amount  not  to  exceed  $300,000;  and 

WHEREAS,  Funds  for  this  agreement  will  be  available  at  the  time  of  approval  of  the 
agreement  from  Project  No  CUW257  Watershed  Protection  -  Water  Enterprise  Operating 
Budget  Funds;  now,  therefore,  be  it 

RESOLVED,  That  the  SFPUC  has  reviewed  and  considered  the  1994  IS/MND  and  the 
2010  IS/MND  and  finds  that  this  approval  is  within  the  scope  of  the  Crystal  Springs  Regional 
Trail  Project  and  of  the  mitigation  measures  evaluated  in  die  1994  IS/MND  and  the  2010 
IS/MND,  and  that  these  documents  are  adequate  for  its  use  in  approving  the  extension  of  time 
and  requested  funding  MOU  to  constiiict  the  Crystal  Springs  Regional  Trail  Project;  and  be  it 

FURTHER  RESOLVED,  That  since  the  1994  IS/MND  and  the  2010  IS/MND  were 
finalized,  there  have  been  no  substantial  changes  in  the  Crystal  Springs  Regional  Trail  Project 
and  no  substantial  changes  in  the  Crystal  Springs  Regional  Trail  Project  circumstances  that 
would  require  major  revisions  to  the  1994  IS/MND  or  the  2010  IS/MND  due  to  the  involvement 


of  new  significant  environmental  effects  or  an  increase  in  the  severity  of  previously  identified 
significant  impacts,  and  there  is  no  new  information  of  substantial  importance  that  would  change 
the  conclusions  set  fonh  in  the  1994  IS/MND  and  the  2010  IS/MND;  and  be  it 

FURTHER  RESOLVED,  That  the  San  Mateo  County  Department  of  Parks  has  already 
adopted  the  mitigation  measures  recommended  in  the  1994  IS/MND  and  the  2010  IS/MND,  and 
has  authority  to  implement  the  mitigation  measures  or  to  seek  any  required  approvals  for  the 
mitigation  measures,  and  the  SFPUC  has  no  direct  authority  or  responsibility  to  implement  the 
mitigation  measures  other  than  County  of  San  Mateo's  Department  of  Parks'  request  and  the 
SFPUC  authorization  to  approve  the  provision  of  funding  and  construction  permits  and  to  enable 
the  San  Mateo  County  Department  of  Parks  to  maintain  and  monitor  the  safety  and  operation  of 
the  Crystal  Springs  Regional  Trail  Project;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
of  the  San  Francisco  Public  Utilities  Commission  to  finalize  and  enter  into  an  MOU  to  provide 
$300,000  of  funding  for  fencing  and  other  security  related  improvements  and  to  extend  the  time 
period  for  San  Mateo  County  to  complete  the  remaming  Crystal  Springs  Regional  Trail 
improvements  south  of  Lower  Crystal  Springs  Dam  to  Highway  92  and  south  of  Highway  92  to 
the  existing  Crystal  Springs  Trail  Segment  and  the  Ralston  Bike  Trail  as  outlined  in  the  1993 
Memorandum  of  Understanding  with  a  completion  date  of  December  1,  2016. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  November  12,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0173 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  is  constmcting  the 
New  Iivington  Tunnel,  Project  No.  CUW35901  (Project)  a  key  project  that  is  part  of  the  Water 
System  Improvement  Program  (WSIP);  and 

WHEREAS,  An  environmental  impact  repoit  ("EIR")  as  required  by  the  California 
Environmental  Quality  Act  ("CEQA")  was  prepared  for  the  Project;  and  the  Final  EIR  {"FEIR") 
was  certified  by  the  San  Francisco  Planning  Commission  on  November  5,  2009  by  Motion  No. 
M- 17972,  (Planning  Department  File  No.  2005.0162E).  The  FEIR  prepared  for  the  Project  is 
tiered  from  the  Water  System  Improvement  Program  Environmental  Impact  Report  ("PEIR") 
adopted  by  the  San  Francisco  Public  Utilities  Commission  in  Resolution  No.  08-200  dated 
October  30,  2008,  as  authorized  by  and  in  accordance  with  CEQA  and  the  CEQA  Guidelines.  On 
November  10,  2009,  this  Commission,  by  Resolution  No.  09-0190,  (1)  approved  the  Project;  and 
(2)  adopted  findings  (CEQA  Findings),  including  a  statement  of  overriding  considerations,  and  a 
Mitigation  Monitoring  and  Reporting  Program  (MMRP)  required  by  CEQA.  The  Project  files, 
including  the  FEIR,  PEIR  and  SFPUC  Resolution  No.  09-  0190  have  been  made  available  for 
review  by  the  Commission  and  the  public,  and  those  files  are  considered  part  of  the  record  before 
this  Commission;  and 

WHEREAS,  Kermeth  Paul  Mackin  and  Janice  Mackin  (the  Sellers)  own  approximately 
84  acres  of  improved  agricultural  land  located  at  7484  Sheridan  Road  in  Sunol,  California 
(Property);  and 

WHEREAS,  In  2011,  Sellers  and  the  SFPUC  entered  into  a  24-month  temporary 
construction  easement  (Temporary  Easement)  across  a  portion  of  the  Property,  allowing  the 
SFPUC  to  drill  and  operate  23  dewatering  wells  for  the  Project;  and 

WHEREAS,  The  23  dewatering  wells  are  necessary  to  promote  tunnel  integrity  and 
worker  safety;  and 

WHEREAS,  The  SFPUC  needs  to  continue  using  the  dewatering  wells  until 
approximately  April  of  2015;  and 

WHEREAS,  The  Temporary  Easement  expired  on  September  30,  2013;  and 

WHEREAS,  Sellers  are  unwilling  to  extend  the  Temporary  Easement  but  are  willing  to 
sell  the  Property  to  the  SFPUC;  and 

WHEREAS,  Loss  of  the  current  dewatering  wells  would  result  in  significant  constmction 
delays  and  increased  Project  costs  to  identify  and  implement  suitable  alternatives  to  the 
dewatering  wells;  and 

WHEREAS,  In  Resolution  No.  09-0190,  the  San  Francisco  Public  Utilities  Commission 
delegated  to  the  SFPUC  General  Manager  authority  to  negotiate  and  execute  agreements  for 
acquisition  of  interests  (temporary  or  permanent)  in  the  Property  as  needed  for  the  Project, 
subject  to  compliance  with  California  Government  Code  Sections  7260  et  seq.  regarding 
relocation  assistance;  and 

WHEREAS,  SFPUC  staff  has  complied  with  California  Government  Code  Sections  7260 
et  seq.;  and 

WHEREAS,  SFPUC  staff  and  Sellers  have  negotiated  proposed  terms  and  conditions  of 
an  Agreement  of  Purchase  and  Sale  for  Real  Estate  (Purchase  Agreement),  a  copy  of  which  is 


attached  to  this  resolution,  pursuant  to  which  SFPUC  would  acquire  the  Property  for  $3,721,500 
and,  following  close  of  escrow,  lease  the  Property  to  the  Sellers  for  a  term  of  up  to  18  months 
under  ths  terms  of  a  Residential  Lease  (Lease),  the  form  of  which  is  an  exhibit  to  the  Purchase 
Agreement;  and 

WHEREAS,  Funds  for  this  purchase  will  be  available  from  WSIP  construction  funds; 

and 

WHEREAS,  A  City-hired  independent  appraiser  issued  an  appraisal  of  the  Property  on 
July  30,  2013,  and  SFPUC  staff  and  the  City  Real  Estate  Division  reviewed  the  appraisal  in 
August,  2013;  and 

WHEREAS,  The  City  Planning  Department  by  letter  dated  November  4,  2013,  a  copy  of 
which  is  part  of  the  record  before  this  Commission,  found  that  the  proposed  purchase  of  the 
Property  would  be  consistent  with  the  City's  General  Plan  and  with  the  Eight  Priority  Policies  of 
City  Planning  Code  Section  101. 1 ;  and 

WHEREAS,  Acquisition  of  the  Property  would  serve  the  objectives  of  the  Project;  and 

WHEREAS,  On  October  23,  2013,  under  the  Delegation  Agreement  with  the  San 
Francisco  Planning  Department,  the  SFPUC  Bureau  of  Environmental  Management  has 
determined  that  since  the  FEIR  was  finalized,  there  have  been  no  substantial  project  changes  and 
no  substantial  changes  in  Project  circumstances  that  would  require  major  revisions  to  the  FEIR 
due  to  the  involvement  of  new  significant  environmental  effects  or  an  increase  in  the  severity  of 
previously  identified  significant  impacts,  and  there  is  no  new  information  of  substantial 
importance  that  would  change  the  conclusions  set  forth  in  the  FEIR,  and  that  there  would  be  no 
physical  change  in  the  environment  associated  with  acquisition  of  the  Property;  and 

WHEREAS,  The  Commission  has  reviewed  and  considered  the  information  contained  in 
the  FEIR,  the  findings  contained  in  SFPUC  Resolution  No.  09-0190  and  all  written  and  oral 
information  provided  by  the  Planning  Department,  the  public,  relevant  public  agencies,  SFPUC 
and  other  experts  and  the  administrative  files  for  the  Project;  now,  therefore,  be  it 

RESOLVED,  The  Commission  has  reviewed  and  considered  the  FEIR  and  record  as  a 
whole,  finds  that  the  FEIR  is  adequate  for  its  use  as  the  decision-making  body  for  the  action 
taken  herein  to  authorize  acquisition  of  the  Property  and  incorporates  the  CEQA  findings 
contained  in  Resolution  No.  09-190,  including  the  Statement  of  Overriding  Considerations  by 
this  reference  thereto  as  though  set  forth  in  this  Resolution;  and  be  it 

FURTHER  RESOLVED,  The  Commission  further  finds  that  since  the  FEIR  was 
finalized,  there  have  been  no  substantial  project  changes  and  no  substantial  changes  in  project 
circumstances  that  would  require  major  revisions  to  the  FEIR  due  to  the  involvement  of  new 
significant  environmental  effects  or  an  increase  in  the  severity  of  previously  identified  significant 
impacts,  and  there  is  no  new  information  of  substantial  importance  that  would  change  the 
conclusions  set  forth  in  the  FEIR,  and  that  there  would  be  no  physical  change  in  the  environment 
associated  with  acquisition  of  the  Property;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  ratifies,  approves  and  authorizes 
all  actions  heretofore  taken  by  any  City  official  in  connection  with  the  JHirchase  Agreement;  and 
be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  and  directs  the 
SFPUC  General  Manager  or  the  City  Director  of  Property  to  execute  the  Purchase  Agreement 
and  to  perform  all  actions  necessary  to  implement  the  Purchase  Agreement  and  protect  the  City's 
interests  under  that  agreement,  including  without  limitation  conducting  the  due  diligence 
investigations  and  approving,  disapproving  or  waiving  conditions  precedent,  and  upon  closing. 


authorizes  and  directs  the  Director  of  Property  to  execute  the  Certificate  of  Acceptance  for  the 
deed  to  the  Property,  and  authorizes  and  directs  the  General  Manager  or  the  Director  of  Property 
to  execute  the  Lease  and  any  other  documents  or  agreements  reasonably  necessary  to 
consummate  the  transaction  contemplated  under  the  Purchase  Agreement,  in  the  form  approved 
by  the  General  Manager  or  Director  of  Property,  in  consultation  with  the  City  Attorney;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
and  the  Dkector  of  Property  to  enter  into  any  amendments  or  modifications  to  the  Purchase 
Agreement,  including  without  limitation,  the  exhibits,  that  the  General  Manager  determines,  in 
consultation  with  the  City  Attorney,  are  in  the  best  interest  of  the  City;  do  not  materially  increase 
the  obligations  or  liabilities  of  the  City;  are  necessary  or  advisable  to  effectuate  the  purposes  and 
intent  of  the  Purchase  Agreement  or  this  resolution;  and  are  in  compliance  with  all  applicable 
laws,  including  the  City  Charter. 

/  hereby  certify  that  the  foregoing  resohition  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  November  12,  2013. 

(mmiijK^.  \JMmA.^  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  13-0174 


San  Francisco  Public  Utilities  Commission  (SFPUC)  is  obligated  to  monitor  the 
natural  flow  on  the  Tuolumne  River  at  or  above  La  Grange  under  the  Raker  Act;  and 

.rrcr^c^'^™^^^•^'  *^  independence  and  expertise  of  the  U.S.  Geological  Survey 

(USGS)  to  mamtam  these  hydrologic  records  on  the  Tuolumne  River  and  its  tributaries;  and 

WHEREAS,  A  Joint  Funding  Agreement  will  allow  the  SFPUC  to  continue  to  rely  on  the  USGS  to 
mamtam  critical  hydrological  records  on  the  Tuolumne  River  and  its  tributaries;  and 

WHEREAS,  The  cost  of  services  is  $335,520;  and 

WHEREAS,  Services  are  anticipated  to  begin  November  1,  2013  and  end  October  31,  2014  and  the 
total  duration  of  this  agreement  is  one  year;  and 

u  o  Funds  for  this  agreement  will  be  available  at  the  time  of  award  of  the  agreement  from 

the  Hetch  Hetchy  Water  and  Power  Operating  budget;  now,  therefore,  be  it 

D  ur  ,^^,^°^^ED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the  San  Francisco 
Public  Utilities  Commission  to  execute  a  Joint  Funding  Agreement  with  the  U.S.  Geological  Survey  for  an 
amount  not-to-exceed  $335,520,  and  with  a  total  duration  of  one  year. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  November  12,  2013. 


Secretary,  Public  Utilities  Commission 


San  Francisco 
Water 


Services  of  the  San  Francisco  Public  utilities  ConuTiission 


San  Francisco  public  utilities  Commission 

City  and  County  of  San  Francisco 


Edwin  M.  Lee 

MAYOR 

REVISED  AGENDA 
Tuesday,  December  10,  2013 

1:30  P.M. 
1  Dr.  Carlton  B.  Goodlett  Place 
City  Hall,  Room  400 
San  Francisco,  OA  94102 


Commissioners 

VInce  Courtney,  President 
Ann  Moller  Caen,  Vice  President 
Francesca  Vietor 
Anson  Moran 
Art  Torres 

Harlan  L.  Kelly,  Jr. 

General  Manager 


For  information,  contact  the  Commission  Secretary  at  554-3165. 
IVIinutes  and  other  information  are  available  on  the  SFPUC  web  site:  www.sfwater.orq 
Gavel-to-Gavel  coverage  available  at: 

http://sanfrancisco.qranicus.comA/iewPublisher.php7view  icl=22 


Donna  Hood 

Secretary 


Disability  Access:  The  Public  Utilities  Commission  meeting  will  be  held  in  Room  400,  at  One  1  Dr.  Carlton  B. 
Goodlett  Place,  (400  Van  Ness  Avenue),  San  Francisco,  CA.  The  closest  accessible  BART  Station  is  the  Civic 
Center  Station  at  United  Nations  Plaza  and  Market  Street.  Accessible  MUNI  Lines  serving  this  location  are: 
Muni  Metro  lines  J  Church,  K  Ingleside,  L  Taraval,  M  Oceanview,  N  Judah  and  T  Third  at  Van  Ness  and  Civic 
Center  Stations;  F  Market  Line;  and  bus  routes  19  Polk,  47  Van  Ness,  49  Mission  Van  Ness,  5  Fulton,  6 
Parnassus,  21  Hays,  9  San  Bruno,  9L  San  Bruno  Limited,  71  Haight  Noriega  and  71 L  Noriega  Limited.  For 
more  information  about  MUNI  accessible  services  call  (415)  701.4485. 

The  meeting  room  is  wheelchair  accessible.  Accessible  curbside  parking  spaces  have  been  designated  on  the 
Van  Ness  Avenue  and  McAllister  Street  perimeters  of  City  Hall  for  mobility-impaired  persons.  There  is 
accessible  parking  available  within  the  Civic  Center  Underground  Parking  Garage  at  the  corner  of  McAllister 
and  Polk  Streets,  and  within  the  Performing  Arts  Parking  Garage  at  Grove  and  Franklin  Streets.  To  obtain  a 
disability-related  accommodation,  including  auxiliary  aids  or  services,  or  to  obtain  meeting  materials  in 
alternative  format,  please  contact  Donna  Hood  at  (415)  554-3165,  or  by  emailing  dhood(a)sfwater.ora. 
Providing  at  least  72  hours  notice  will  help  to  ensure  availability.  To  assist  the  City's  efforts  to  accommodate 
persons  with  severe  allergies,  environmental  illnesses,  multiple  chemical  sensitivity  or  related  disabilities, 
attendees  at  public  meetings  are  reminded  that  other  attendees  may  be  sensitive  to  various  chemical  based 
products.  Please  help  the  City  accommodate  these  individuals. 

Know  your  rights  under  the  Sunshine  Ordinance  (Chapter  67  of  the  San  Francisco  Administrative 
Code):  Government's  duty  is  to  serve  the  public,  reaching  its  decisions  in  full  view  of  the  public.  Commissions, 
boards,  councils,  and  other  agencies  of  the  City  and  County  exist  to  conduct  the  people's  business.  This 
ordinance  assures  that  deliberations  are  conducted  before  the  people  and  that  City  operations  are  open  to  the 
people's  review.  Members  of  the  public  are  not  required  to  provide  personal  identifying  information  when  they 
communicate  with  the  Commission  or  the  Department.  All  written  or  oral  communications,  including  submitted 
personal  contact  information,  may  be  made  available  to  the  public  for  inspection  and  copying  upon  request  and 
may  appear  on  the  Department's  website  or  in  other  public  documents. 

For  more  information  on  your  rights  under  the  Sunshine  Ordinance  or  to  report  a  violation  of  the  ordinance, 
contact  the  Sunshine  Ordinance  Task  Force,  City  Hall,  Room  409,  1  Dr.  Carlton  B.  Goodlett  Place,  San 
Francisco,  CA  94102-4683  at  Phone  No.:  (415)  554-7724;  Fax  No.:  (415)  554-7854;  E-mail:  sotf@sfqov.orq. 
Copies  of  the  Sunshine  Ordinance  can  be  obtained  from  the  Clerk  of  the  Sunshine  Task  Force,  the  San 
Francisco  Public  Library  and  on  the  City's  website  at  www.sfqov.orq. 

The  ringing  of  and  use  of  cell  phones,  pagers  and  similar  sound-producing  electronic  devices  are  prohibited  at 
this  meeting.  Please  be  advised  that  the  Chair  may  order  the  removal  from  the  meeting  room  of  any  person(s) 
responsible  for  the  ringing  or  use  of  a  cell  phone,  pager,  or  other  similar  sound-producing  electronic  devices. 

Lobbyist  Registration  and  Reporting  Requirements:  Individuals  and  entities  that  influence  or  attempt  to 
influence  local  legislative  or  administrative  action  may  be  required  by  the  San  Francisco  Lobbyist  Ordinance 
[SF  Campaign  &  Governmental  Conduct  Code  §2.100]  to  register  and  report  lobbying  activity.  For  more 
information  about  the  Lobbyist  Ordinance,  please  contact  the  San  Francisco  Ethics  Commission  at  25  Van 
Ness  Avenue,  Suite  220,  San  Francisco,  CA  94102;  telephone  (415)  252-3100;  fax  (415)  252-31 12;  web  site  at 
www.sfqov.orq/ethics. 

CEQA  Appeal  Rights  under  Chapter  31  of  the  San  Francisco  Administrative  Code:  If  the  Commission's 
action  on  a  project  constitutes  the  Approval  Action  for  that  project  (as  defined  in  S.F.  Administrative  Code 
Chapter  31,  as  amended,  Board  of  Supervisors  Ordinance  Number  161-13),  then  the  CEQA  determination 
prepared  in  support  of  that  Approval  Action  is  thereafter  subject  to  appeal  within  the  time  frame  specified  in 
S.F.  Administrative  Code  Section  31.16.  Typically,  an  appeal  must  be  filed  within  30  calendar  days  of  the 
Approval  Action  for  a  project  that  has  received  an  exemption  or  negative  declaration  pursuant  to  CEQA.  For 
information  on  filing  an  appeal  under  Chapter  31 ,  contact  the  Clerk  of  the  Board  of  Supervisors  at  City  Hall,  1 
Dr.  Carlton  B.  Goodlett  Place,  Room  244,  San  Francisco,  CA  94102,  or  call  (415)  554-5184.  If  the  Planning 
Department's  Environmental  Review  Officer  has  deemed  a  project  to  be  exempt  from  further  environmental 
review,  an  exemption  determination  has  been  prepared  and  can  be  obtained  on-line  at  http://www.sf- 
planninq.orq/index.aspx?paqe=3447.Under  CEQA,  in  a  later  court  challenge,  a  litigant  may  be  limited  to  raising 
only  those  issues  previously  raised  at  a  hearing  on  the  project  or  in  written  correspondence  delivered  to  the 
Board  of  Supervisors,  Planning  Commission,  Planning  Department  or  San  Francisco  Public  Utilities 
Commission  at,  or  prior  to,  such  hearing,  or  as  part  of  the  appeal  hearing  process  on  the  CEQA  decision. 


ORDER  OF  BUSINESS: 


1.  Call  to  Order 

2.  Roll  Call 

3.  Public  Comments  on  matters  to  be  discussed  in  Closed  Session 

4.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel 

CLOSED  SESSION 

The  Commission  will  go  into  Closed  Session  to  discuss  the  following  items: 

5.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1). 

(Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529309 

City  Attorney  File  No.  0000657/Date  Filed  March  6,  2013:  Served  June  6,  2013 

6.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1). 

(Mueller) 

Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529310 
City  Attorney  File  No.  0000657/Date  Filed  June  6,  2013 

7.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1). 

(Mueller) 

Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A127554/Date  Filed:  January  29,  2010 

8.  Conference  with  Legal  Counsel-  Pursuant  to  California  Government  Code  Section 

54956.9(d)(4)  and  San  Francisco  Administrative  Code  Section  67.10(d)(2). 

(Mueller) 

Anticipated  Litigation  as  Plaintiff 


9. 


Conference  with  Legal  Counsel-  Pursuant  to  California  Government  Code  Section 
54956.9(d)(2)  and  San  Francisco  Administrative  Code  Section  67.10(d)(2). 

(Ambrose) 


Anticipated  Litigation  as  Defendant 


10.  Proposed  Settlement  of  Existing  Claim  (Cauley) 

Lyman 

in       City  Attorney  Claim  No.  14-01002 

Filed:  November  2,  201 3 
^      Material  terms  of  the  proposed  settlement  of  the  unlitigated  claim  arising  from  a 
CO      water  main  break  in  the  vicinity  of  15th  Ave  and  Wawona  are  as  follows: 

Payment  of  $71 ,925.37  in  exchange  for  a  full  and  final  release  of  all  liability. 

1 1 .  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1). 

(O'Neil) 

Existing  Litigation: 

Mark  Pear  and  Matt  Pear  v.  City  and  County  of  San  Francisco 
Santa  Clara  Superior  Court  Case  No.:  1-12-CVC-227801 
City  Attorney  File  Number:  130094 
Date  Filed:  July  5,  2012 

12.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 

Section  54957  and  San  Francisco  Administrative  Code  67.10(a).  (Barrett) 

Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 
and  Power  Systems. 

Following  Closed  Session,  the  Commission  will  reconvene  in  Open  Session. 

13.  Announcement  following  Closed  Session 

14.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 

15.  Approval  of  Minutes  of  November  12,  2013 

16.  Public  Comments  Members  of  the  public  may  address  the  Commission  on 
matters  that  are  within  the  Commission's  jurisdiction  and  are  not  on  today's 
agenda 

17.  Communications 

3)  Advance  Calendar 

b)  Letter  Summary 

c)  Annual  Financial  Audits 

•  FY  2012-13  Water  Enterprise  Financial  Statements 

•  FY  2012-13  Hetch  Hetchy  Water  &  Power  Financial  Statements 

•  FY  2012-13  Wastewater  Financial  Statements 

d)  Annual  Water  Supply  Development  Report 

e)  Hetch  Hetchy  Water  and  Power  Enterprise  Capital  Improvement  Program 
Quarterly  Reports  ^ 

■i 


f)  Quarterly  Audit  and  Performance  Review  Reports 

g)  Watershed  and  Environmental  Improvement  Program  2013  Annual  Report 

h)  Water  Resources  Program  Annual  Report 

i)  Wastewater  Enterprise  Capital  Improvement  Program  Quarterly  Report 
j)  Water  Pipeline  Assessment 

k)  Streetlight  Program  Update 

18.    Other  Commission  Business 


1 9.  Report  of  the  General  Manager 

a)  SFPUC  Financial  Audits  Presentations  (Rydstrom) 

b)  Commission  Input  on  2014-15  and  2015-16  Budget  Priorities  (Rydstrom) 

c)  Presentation  on  Power  Revenue  and  Clean  Energy  Bonds  (Rydstrom) 

d)  Sewer  System  Improvement  Program  Update  (Kubick) 

e)  Approval  of  2014  SFPUC  Regular  Meeting  Calendar  (Hood) 

f)  Rim  Fire  Update  (Carlin) 

20.  BAWSCA  Update  (Sandkulla) 


The  following  matters  before  the  San  Francisco  Public  Utilities  Commission  are 
recommended  for  action  as  stated  by  the  General  Manager  and  City  Attorney 
where  applicable. 

Explanatory  documents  provided  to  the  Commission  in  connection  with  this  agenda  are 
available  for  public  inspection  and  copying  at  the  Office  of  the  Commission  Secretary, 
525  Golden  Gate  Avenue,  13'^  Floor,  San  Francisco,  CA  94102,  Telephone:  (415)  554- 
3165,  Fax:  (415)  554-3424. 

CONSENT  CALENDAR 

j^l .  All  matters  listed  hereunder  constitute  a  Consent  Calendar,  are  considered  to  be 
routine  by  the  San  Francisco  Public  Utilities  Commission,  and  will  be  acted  upon  by 
a  single  vote  of  the  Commission.  There  will  be  no  separate  discussion  of  these 
items  unless  a  member  of  the  Commission  or  the  public  so  requests,  in  which  event 
the  matter  will  be  removed  from  the  Calendar  and  considered  as  a  separate  item. 

a)  Approve  the  selection  of  and  award  Agreement  Nos.  CS-193A-D.  Energy 
Efficiency  Services  to  kW  Engineering,  Inc.  (CS-193A),  Enovity,  Inc.  (CS-193B), 
Enernoc,  Inc.  (CS-193C),  and  CB&I/EBS  Joint  Venture  (CS-193D),  to  provide 
professional  services  related  to  energy  efficiency;  and  authorize  the  General 
Manager  to  negotiate  and  execute  the  four  professional  services 
agreements,  for  an  amount  not-to-exceed  $2,375,000  eacfi,  for  a  cumulative 
total  amount  of  $9,500,000  and  with  a  duration  of  five  years  per  agreement. 

(Hale) 

b)  Approve  the  selection  of  and  award  Agreement  No.  CS-317.  Specialized  and 
Technical  Services,  Restoration  and  Revegetation,  to  Orion  Environmental 


Associates,  to  provide  specialized  and  teciinical  services  related  to  on-site 
restoration  and  revegetation  of  Water  System  Improvement  Program 
construction  sites  in  the  San  Joaquin,  Sunol  Valley,  Bay  Division,  and  Peninsula 
regions;  and  authorize  the  General  Manager  to  negotiate  and  execute  a 
professional  services  agreement  with  Orion  Environmental  Associates  for  an 
amount  not-to-exceed  $1,500,000  with  a  duration  of  two  years.  (Cruz) 

c)  Approve  Amendment  No.  2  to  Agreement  No.  CS-916.  Peninsula  Region 
Construction  Management  Services,  with  HDR  Engineering,  Inc.  for  additional 
construction  management  services  associated  with  the  Crystal  Springs/San 

^    Andreas  Transmission  Upgrade  project;  and  authorize  the  General  Manager  to 
^    execute  this  amendment,  increasing  the  agreement  not-to-exceed  amount 
"1-1    by  $1 ,500,000,  for  a  total  not-to-exceed  agreement  amount  of  $27,500,000,  and 
extending  the  agreement  duration  by  six  months,  for  a  total  agreement 
duration  of  5  years,  1  month;  subject  to  Board  of  Supervisors  approval  under 
Charter  Section  9.118.  (Cruz) 

d)  Approve  Amendment  No.  1  to  Agreement  Nos.  CS-955B  and  CS-955C,  As- 
needed  Specialized  and  Technical  Wastewater  Services,  with  RMC  (CS-955B) 
and  Carollo  Engineers  (CS-955C),  to  complete  ongoing  specialized  and  highly 

o      technical  wastewater  services  while  preparing  transition  plans  for  the 
^     agreements  to  the  consultant  teams  under  CS-203A-D,  As-needed  Wastewater 
^     Technical  Services;  and  authorize  the  General  Manager  to  negotiate  and 
execute  two  professional  services  amendments  up  to  $500,000  per 
agreement,  for  a  total  not-to-exceed  amount  of  $3,500,000  per  agreement,  with 
no  change  to  the  agreement  duration.  (Moala) 

e)  Accept  work  performed  by  Mountain  Cascade,  Inc.  for  Contract  No.  HH-935B, 
^     San  Joaquin  Pipeline  System,  Western  Segment;  Approve  Modification  No.  1 

o     (Final),  increasing  the  contract  by  $1,749,280,  for  a  total  contract  amount  of 
$50,455,659,  and  with  a  time  extension  of  310  consecutive  calendar  days  for 
a  total  contract  duration  of  959  consecutive  calendar  days;  and  authorize  final 
payment  to  the  contractor.  (Cruz) 


CD 
CO 


f)  Approve  and  award  Contract  No.  JOC-46.  Job  Order  Contract,  Electrical  (C- 

.  ^  10  License),  Governor  &  Exciter  Systems  for  Hydroelectric  Powerhouses,  Hetch 
CO  Hetchy,  for  a  not-to-exceed  amount  of  $5,000,000  to  the  lowest,  qualified, 
2  responsible  and  responsive  bidder,  Tri-Technic,  Inc.,  to  perform  specialty  high- 
er voltage  electrical  work  for  Hetch  Hetchy  Operations.  (Ritchie) 

g)  Accept  work  performed  by  P&J  Utility  Company  for  Contract  No.  WD-2445.  8- 
Inch  Ductile  Iron  Pipe  Main  Installation  on  Second,  New  Montgomery, 
Stevenson,  Minna  and  Annie  Streets;  Approve  Modification  No.  3  to  reconcile 

^  the  final  contract  amount  to  reflect  the  actual  quantity  of  work  performed  under 

oo  unit  price  bid  items,  increasing  the  contract  by  $26,608,  for  a  total  contract 

^  amount  of  $1 ,674,993;  and  authorize  final  payment,  to  the  contractor. 
CO  (Ritchie) 


h)  Approve  an  increase  in  tlie  construction  contract  cost  contingency  for  Contract 
^    No.  WD-2601.  Crystal  Springs  /  San  Andreas  (CSSA)  Transmission  System 
oo    Upgrade  Project,  in  the  amount  of  $26,453,000,  and  an  increase  in  the 
2    maximum  time  for  completion  of  construction  worl<  under  the  contract  of  up 
no    to  465  consecutive  calendar  days;  and  Authorize  the  General  Manager  or  his 
designee  to  approve  future  modifications  to  the  contract  to  increase  the 
contract  amount  up  to  a  maximum  of  $136,192,300,  and  to  extend  the  contract 
time  for  a  total  revised  construction  phase  duration  of  up  to  1,445  consecutive 
calendar  days.  (Cruz) 

j^,^i)  Accept  work  performed  by  J.  Fiores  Construction  Company,  Inc.,  for  Contract 
^     No.  WD-2612.  8-Inch  DIP  Main  Installation  on  Florida  Street  from  16th  to  26th 
g     Streets;  Approve  Modification  No.  2  (Final)  to  reconcile  the  Final  Contract 
ro     Amount  to  reflect  the  actual  quantity  of  work  performed,  decreasing  the 
^     contract  by  $136,253,  for  a  total  contract  amount  of  $1 ,186,688;  and  authorize 
final  payment  to  the  contractor.  (Ritchie) 

j)  Approve  an  increase  in  the  construction  contract  cost  contingency  for  Contract 
No.  WW-525,  Southeast  Water  Pollution  Control  Plant  Northside  Facility 
Reliability  Upgrades  Phase  2,  with  NTK  Construction  Inc.,  in  the  amount  of 
$470,997.  Authorize  the  General  Manager  or  his  designee,  to  approve  future 
modifications  to  the  contract  for  a  total  revised  contract  amount  up  to 
$12,746,997.  The  increase  Is  needed  for  completion  of  additional  work  required 
to  replace  aging  electrical  and  mechanical  systems  that  support  the  secondary 
clarifiers.  (Moala) 

k)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-583.  As- 
^  Needed  Main  Sewer  Replacement,  for  a  total  contract  amount  not-to-exceed 
~~i  $3,534,100,  to  the  lowest,  qualified,  responsible  and  responsive  bidder. 
Precision  Engineering,  to  perform  as-needed  main  sewer  replacement  at 
locations  to  be  determined  in  San  Francisco.  (Moala) 


I)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-584.  As- 
r-     Needed  Spot  Sewer  Repair,  for  a  total  contract  amount  not  to  exceed 
^     $6,593,265,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  J. 

Fiores  Construction,  Inc.,  to  replace  sections  of  existing  sewer  piping,  on  an  as- 
needed  basis,  at  locations  to  be  determined  throughout  San  Francisco. 

(Moala) 
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m)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-585. 
15th/17th/23rd/44th/47th/Granada/  Meda  and  Oakdale  Avenues  Sewer 
Replacement,  in  the  amount  of  $2,634,535,  to  the  lowest,  qualified, 
^    responsible  and  responsive  bidder,  Shaw  Pipeline,  to  replace  the  existing 
^    sewers  on  the  subject  streets  In  the  City  and  County  of  San  Francisco.  The 
^    proposed  action  Is  the  Approval  Action  as  defined  in  the  San  Francisco 
Administrative  Code,  Chapter  31 .  (Moala) 


n)  Approve  the  terms  and  conditions  and  authorize  the  General  IVlanager  to 
^  execute  a  five-year  lease  between  the  City  and  County  of  San  Francisco, 

acting  by  and  through  its  Public  Utilities  Commission  and  the  San  Francisco 
'~i  Sheriff's  Department  Five  Keys  Charter  School  as  tenant,  for  use  of 
^  approximately  2,894  rentable  square  feet  of  general  office  and  classroom  space 
at  the  Southeast  Community  Facility  at  1800  Oakdale  Avenue  in  San  Francisco 
at  a  monthly  rent  of  $2,291 .08.  (Russell) 

o)  Authorize  the  General  Manager  of  the  San  Francisco  Public  Utilities 
05    Commission  (SFPUC)  to  negotiate  with  the  Koret  Foundation  the  terms  of  a 
oo    new  20-vear  lease  with  two  1 0-year  extension  options  for  approximately  .96 
2    acres  of  SFPUC  Parcel  22  in  South  San  Francisco  for  parking,  ingress  and 
CO    egress  and  landscaping  uses,  and  to  execute  the  lease,  subject  to  Board  of 
Supervisors  approval  pursuant  to  Charter  Section  9.1 18.  (Russell) 


— i 
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REGULAR  BUSINESS 

22.  Authorize  the  General  Manager  to  execute  a  Memorandum  of  Understanding 
with  the  San  Francisco  Department  of  Public  Works  to  fund  an  amount  not-to- 
exceed  $668,000,  for  the  first  phase  of  the  Green  Wiggle,  located  at  Oak  and 
Fell  Street,  between  Scott  and  Baker  Streets  in  San  Francisco.  This  is  the  Sewer 
System  Improvement  Program's  first  green  infrastructure  early  implementation 
project.  This  is  an  Approval  Action  under  Administrative  Code,  Chapter  31 . 

(Cruz) 

23.  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to  execute 
a  Second  Amendment,  extending  the  terms  of  an  existing  lease,  between 

_,    Clemco  Properties,  LLC  and  the  City  and  County  of  San  Francisco,  through  its 

Public  Utilities  Commission,  as  tenant,  for  office  space,  storage  and  parking  at  1657 
Rollins  Road  in  Burlingame.  The  base  rent  will  be  adjusted  annually  according  the 
Consumer  Price  Index  with  a  two  percent  minimum  increase  and  a  five  percent 
maximum  increase.  (Russell) 


24.  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to  execute 

a  five-year  office  lease  between  544  Golden  Gate  Associates,  LLC  and  the  City 
^    and  County  of  San  Francisco  for  the  use  of  approximately  6,888  rentable  square 
feet  of  space  at  544  Golden  Gate  Avenue,  Second  Floor,  in  San  Francisco,  at  the 
rental  rate  of  $24,108  per  month.  The  SFPUC  will  pay  for  its  own  services  and 
utilities  at  an  additional  estimated  cost  of  $3,000  per  month.  The  SFPUC's  total 
estimated  monthly  sum  for  rent,  services  and  utilities  is  $27,108.  (Cruz) 
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25.  Authorize  the  General  Manager  to  execute,  on  behalf  of  the  City  and  County  of 

San  Francisco,  an  Electric  Service  Agreement  with  the  Transbay  Transit  Powers 
ro    Authority  (TJPA),  for  the  SFPUC  to  be  the  primary  provider  of  electric  service  to  the 
TJPA.  (Hale) 


26.  Authorize  the  General  Manager  to  execute  a  Memorandum  of  Understanding 
with  the  San  Francisco  Municipal  Transportation  Agency  for  sewer  collection 
system  improvements  on  4"^  Street  between  Bryant  Street  and  King  Streets,  in 
-<fConjunction  with  the  Central  Subway  Project,  for  an  amount  not  to  exceed 
^2,925,296,  which  includes  a  10  percent  construction  contingency  to  cover  any 
^change  orders,  for  this  work  over  the  estimated  project  duration  of  4.5  years.  These 
e^improvements  will  allow  for  the  relocation,  rehabilitation  or  replacement  of  sewer 
^facilities  during  construction  of  the  rail  facilities  and  avoid  future  conflicts  and 
maintenance  impacts.  (Moala) 


27.  Endorse  the  commitment  of  the  Wastewater  Enterprise  to  undertake  operational 
ir>     practices  that  conform  to  the  National  Biosolids  Partnership  Code  of  Good 
^     Practice  Guidelines  for  biosolids  management  and  the  San  Francisco  Public 

cs  Utilities  Commission's  goals  for  the  sustainable  and  cost-effective  beneficial  use  of 
^     biosolids.  (Moala) 

28.  Other  new  business 
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1.  Call  to  Order 

President  Courtney  called  the  meeting  to  order  at  1:38  PM. 

2.  Roll  Call 

Present:  Courtney,  Caen,  Vietor  and  Moran 
Excused:  Torres 

3.  Public  Comments  on  matters  to  be  discussed  In  Closed  Session 
None. 

4.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel 

On  Motion  to  assert: 

Ayes:  Courtney,  Caen,  Vietor  and  Moran 
The  Commission  entered  Closed  Session  at  1:40  PM. 
CLOSED  SESSION 

5.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1) 
Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 

San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529309 

City  Attorney  File  No.  0000657/Date  Filed  March  6,  2013:  Served  June  6,  2013 

6.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1) 
Existing  Litigation: 

City  and  County  of  San  Francisco  v.  Pacific  Gas  &  Electric  Company 
San  Francisco  Superior  Court  Case  No.:  CGC-1 3-529310 
City  Attorney  File  No.  0000657/Date  Filed  June  6,  2013 

7.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9(d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1) 
Existing  Litigation: 

Pacific  Gas  &  Electric  Company,  v.  City  and  County  of  San  Francisco 

Court  of  Appeal  of  the  State  of  California,  First  Appellate  District,  Division  Five 

Case  No.:  A127554/Date  Filed:  January  29,  2010 

8.  Conference  with  Legal  Counsel-  Pursuant  to  California  Government  Code  Section 

54956.9(d)(4)  and  San  Francisco  Administrative  Code  Section  67.10(d)(2) 
Anticipated  Litigation  as  Plaintiff 

9.  Conference  with  Legal  Counsel-  Pursuant  to  California  Government  Code  Section 

54956.9(d)(2)  and  San  Francisco  Administrative  Code  Section  67.10(d)(2) 
Anticipated  Litigation  as  Defendant 


10.  Proposed  Settlement  of  Existing  Claim 

Lyman 

City  Attomey  Claim  No.  14-01002 
Filed:  November  2,  2013 

Material  terms  of  the  proposed  settlement  of  the  unlitigated  claim  arising  from  a 
water  main  break  in  the  vicinity  of  15th  Ave  and  Wawona  are  as  follows: 
Payment  of  $71 ,925.37  in  exchange  for  a  full  and  final  release  of  all  liability. 
(Resolution  13-0175) 

11.  Conference  with  Legal  Counsel  -  Pursuant  to  California  Government  Code  Section 

54956.9  (d)(1)  and  San  Francisco  Administrative  Code  Section  67.10  (d)(1) 
Existing  Litigation: 

Mark  Pear  and  Matt  Pear  v.  City  and  County  of  San  Francisco 
Santa  Clara  Superior  Court  Case  No.:  1-12-CVC-227801 
City  Attorney  File  Number:  130094 
Date  Filed:  July  5,  2012 

12.  Threat  to  Public  Services  or  Facilities  -  Pursuant  to  California  Government  Code 
Section  54957  and  San  Francisco  Administrative  Code  67.10(a) 

Consultation  with  Agency  Chief  of  Security  concerning  security  of  SFPUC  Water 
and  Power  Systems. 

Ttie  Commission  exited  Closed  Session  at  2:04  PM  and  reconvened  regular  session  at 
2:05  PM. 

13.  Announcement  following  Closed  Session 

President  Courtney  announced  that  a  settlement  was  reached  on  Item  10. 

14.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session 
On  motion  not  to  disclose: 

Ayes:  Courtney,  Caen,  Vietor  and  Moran 

15.  Approval  of  Minutes  of  November  12.  2013 
On  Motion 

Ayes:  Courtney,  Caen,  Vietor  and  Moran 

16.  Public  Comments  -  Members  of  the  public  may  address  the  Commission  on 
matters  that  are  within  the  Commission's  jurisdiction  and  are  not  on  today's 
agenda 

•  Ms.  Ann  Clark,  Commonwealth  Club  Environmental  and  Natural  Resources 
Chair,  informed  the  Commission  of  a  January  9,  2014  event  at  the  Club 
regarding  the  Rim  Fire. 

•  Mr.  Francisco  DaCosta  stated  the  Commission  needs  to  revisit  the  MOU  with 
the  Southeast  Facility  Commission  and  noted  issues  with  the  greenhouse  and 
nursery. 


•  Dr.  Espanola  Jackson  distributed  a  copy  of  a  1992  "USA  Weekend"  article.  Slie 
expressed  iier  thoughts  on  apartheid  in  San  Francisco  and  the  history  of  the 
Southeast  Facility  Commission. 

•  Ms.  Caitlyn  Galloway,  Little  City  Gardens,  expressed  her  support  of  the 
Yosemite  Creek  Daylighting  Project,  for  the  purchase  of  the  770  Woolsey 
greenhouse  property,  and  for  urban  farming. 

•  Ms.  Isabel  Wade,  President,  Urban  Resource  Systems,  expressed  her  support 
for  the  purchase  of  the  770  Woolsey  greenhouse  property  and  discussed 
potential  uses  for  the  land.  She  provided  a  written  letter  in  support. 

•  Juan  Carlos  Cancino,  The  Greenhouse  Project,  expressed  his  support  of  the 
Yosemite  Creek  Daylighting  Project,  for  the  purchase  of  770  Woolsey 
greenhouse  property,  and  for  urban  farming.  He  noted  the  property  is  currently 
in  escrow. 

•  Ms.  Bonnie  Bridges,  Portola  resident,  expressed  her  support  of  the  Yosemite 
Creek  Daylighting  Project  and  for  the  inclusion  of  the  770  Woolsey  property. 

•  Mr  Jack  Tse,  Portola  Neighborhood  Association,  expressed  the  Association's 
support  of  the  Yosemite  Creek  Daylighting  Project  and  for  the  purchase  of  the 
770  Woolsey  property.  He  read  a  letter  in  support  from  the  Association. 

•  Ms.  Mindy  Linetzky,  Portola  resident,  expressed  her  support  of  the  Yosemite 
Creek  Daylighting  Project  and  for  the  purchase  of  the  770  Woolsey  property. 
She  provided  and  discussed  a  photo  of  the  site. 

•  Mr  David  Gabriner,  Portola  resident  and  The  Greenhouse  Project,  distributed 
signed  petitions  in  support  of  the  Yosemite  Creek  Daylighting  Project  and  for  the 
purchase  of  the  770  Woolsey  property.  He  provided  a  history  of  the 
neighborhood  and  the  Project. 

•  Ms.  Elixa  Laird-Metke,  Portola  resident,  expressed  her  support  for  the  Yosemite 
Creek  Daylighting  Project  and  for  the  purchase  of  the  770  Woolsey  property. 

•  Mr  David  Pilpel  asked  that  staff  review  the  Bay  Delta  Conservation  Plan  and  he 
recognized  the  10(f^  anniversary  of  the  Raker  Act. 

Commissioner  Vietor  asked  that  staff  provide  additional  information  on  the 
Yosemite  Daylighting  Project  and  the  770  Woolsey  property  during  the  SSIP 
update.  She  thanked  those  who  spoke. 

17.  Communications 

a)  Advance  Calendar 

b)  Letter  Summary 

c)  Annual  Financial  Audits 

»  FY  2012-13  Water  Enterprise  Financial  Statements 

•  FY  2012-13  Hetch  Hetchv  Water  &  Power  Financial  Statements 

•  FY  2012-13  Wastewater  Financial  Statements 

d)  Annual  Water  Supply  Development  Report 

e)  Hetch  Hetchv  Water  and  Power  Enterprise  Capital  Improvement  Program 
Quarterly  Reports 

f)  Quarterly  Audit  and  Performance  Review  Reports 

g)  Watershed  and  Environmental  Improvement  Program  2013  Annual  Report 


h)  Water  Resources  Program  Annual  Report 

i)  Wastewater  Enterprise  Capital  Improvement  Program  Quarterly  Report 
j)  Water  Pipeline  Assessment 

k)  Streetlight  Program  Update 

Public  Comments: 

•  Mr.  Peter  Drekmerier,  Tuolumne  River  Trust  and  Bay  Water  Stewards, 
expressed  pleasure  with  the  progress  being  made  on  the  Watershed 
Improvement  Program  and  thanked  staff  for  their  work. 

Commissioner  Moran  asked  that  a  quarterly  Water  Supply  Development  Report 
be  provided  to  ensure  that  WSIP  projects  are  proceeding  in  order  to  meet  the 
265  mgd  requirement. 

General  Manager  Kelly  suggested  that  the  report  be  provided  at  the  same  time 
as  the  quarterly  WSIP  updates,  to  which  Commissioner  Moran  agreed. 

President  Courtney  recognized  Sheriff  Mirkarimi  who  was  in  attendance. 

President  Courtney  stated  that  the  SFPUC  is  hosting  a  grand  opening  of  the 
Contractors' Assistance  Center  on  December  16. 

18.  Other  Commission  Business 
None. 

19.  Report  of  the  General  Manager 

a)  SFPUC  Financial  Audits  Presentations 

Mr.  Todd  Rydstrom,  CFG  and  Assistant  General  Manager,  briefly  reviewed  the 
annual  financial  audits,  stating  that  the  SFPUC  continues  to  receive  clean 
financial  statements  and  awards  of  excellence. 

Ms.  Jamie  Gavin,  KPMG  Senior  Manager,  presented  the  2013  audit  results. 
She  outlined  auditor  required  communications,  reports  issued,  significant 
accounting  policies,  and  provided  financial  highlights  for  each  Enterprise.  She 
discussed  management  judgments,  accounting  estimates,  and  audit 
adjustments.  She  stated  that  there  were  no  disagreements  or  difficulties  with 
management,  that  there  were  no  consultations  with  other  accountants,  and 
that  there  were  no  major  issues  discussed  with  management  prior  to  retention. 

President  Courtney  requested  that  Item  21  n  be  called  out  of  order 

n)  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to 

execute  a  five-year  lease  between  the  City  and  County  of  San  Francisco,  acting 
by  and  through  its  Public  Utilities  Commission  and  the  San  Francisco  Sheriff's 
Department  Five  Keys  Charter  School  as  tenant,  for  use  of  approximately  2.894 
rentable  sguare  feet  of  general  office  and  classroom  space  at  the  Southeast 


Community  Facility  at  1800  Oakdale  Avenue  in  San  Francisco  at  a  monthly  rent 


of  $2.291 .08.  (Resolution  13-0176) 


Mr.  Steve  Good,  Executive  Director,  Five  Keys  Charter  School,  discussed  the 
Program  and  provided  a  brief  background. 

Public  Comments: 

•  Dr.  Espanola  Jackson  expressed  her  support  for  the  School  and  indicated  that 
the  Community  is  also  in  support. 

•  Mr  Francisco  DaCosta  expressed  his  support  for  the  School. 

•  Sheriff  Ross  Mirkarimi  stated  he  was  proud  to  offer  this  and  other  youth 
programs,  and  expressed  his  excitement  to  partner  with  the  SFPUC  through 
Five  Keys  Charter  School. 

On  Motion:  Item  21  n 

Ayes:  Courtney,  Caen,  Vietor  and  Moran 

b)  Commission  Input  on  2014-15  and  2015-16  Budget  Priorities 

Mr.  Rydstrom  thanked  staff  for  their  work  on  the  budget.  He  gave  a  brief 
presentation  and  asked  for  Commission  input  on  the  budget  priorities.  He 
reviewed  the  FY  201 3-1 4  adopted  budget,  the  SFPUC's  Mission,  Strategic 
Sustainability  Goals,  and  Policy  Initiatives  and  noted  how  the  budget  is 
allocated  to  each  category. 

In  response  to  a  question  from  Commissioner  Vietor,  Mr.  Rydstrom  confirmed 
that  the  key  policy  initiatives  will  remain  the  same  unless  the  Commission 
requests  that  they  change. 

Mr.  Rydstrom  continued  his  presentation  by  discussing  the  Technology,  Rate, 
and  Ratepayer  Assurance  Policies  that  are  in  the  implementation  process.  He 
concluded  by  noting  that  key  budget  deliberations  will  need  to  take  place  on 
Water/WSIP,  Hetchy,  and  Sewer/SSIP. 

Commissioner  Moran  requested  that,  due  to  the  compressed  time  schedule, 
materials  be  provided  ahead  of  time  to  ensure  adequate  review.  He  stated  he 
would  like  to  have  additional  discussions  about  policy  compliance.  In  addition 
to  the  policies  as  noted,  he  requested  that  information  be  provided  on  the  265 
mgd  WSIP  projects;  2018  decisions:  service  above  184;  the  change  in  Supply 
Assurance;  potential  changes  to  the  drought  deficiency  policy;  information  on 
alternate  rate  structures  for  wholesale  and  retail  customers  to  deal  with 
economic  equity  and  aligning  revenues  with  cost  structures;  and  to  incentives 
to  deal  with  supply  issues.  He  requested  that  budget  resources  be  included  to 
deal  with  potential  legal  proceedings. 

Commissioner  Vietor  expressed  concerns  with  risk  management  and 
redundancy  that  may  occur  due  to  Climate  Change  and  asked  that  staff  think 


about  resource  allocation  on  such  issues.  She  asked  that  asset  valuation, 
specifically  with  water  and  energy  assets,  be  included. 

General  Manager  Kelly  stated  that  he  is  working  to  prioritize  issues  and  wants 
to  have  a  conversation  regarding  Commission  expectations  versus  other 
issues  to  ensure  efficiency. 

Commissioner  Vietor  asked  that  budget  materials  be  provided  in  a  manner  that 
will  offer  the  Commission  recommendations  for  consideration  based  on  criteria 
such  as  urgency,  need,  etc. 

c)  Presentation  on  Power  Revenue  and  Clean  Energy  Bonds 

Mr.  Rydstrom  provided  an  update  on  the  Power  Revenue  &  Clean  Energy 
Bonds  issuance.  He  discussed  the  Power  Enterprise's  needs  and  goals, 
emphasizing  that  the  Enterprise  can  no  longer  be  sustained  with  revenue 
funding  only,  and  that  the  bond  issuance  is  necessary.  He  reviewed  the  10- 
Year  capital  and  financial  plans.  He  discussed  the  current  outstanding  power 
debt,  the  2014  planned  power  debt,  the  progress  that  has  been  made  toward 
establishing  Power  bond  credit,  and  existing  financial  authorizations.  He  noted 
how  financing  alternatives  are  monitored,  touched  on  credit  considerations, 
and  reviewed  key  dates  and  tasks  related  to  the  bonds. 

Commissioner  Vietor  asked  for  if  the  type  of  power  that  is  purchased  via  the 
bonds  can  be  specified.  Mr.  Rydstrom  indicated  the  bonds  are  for  built  assets 
that  generate  power. 

Mr.  Kelly  indicated  that  a  memo  will  be  provided  that  will  address  the 
challenges  that  are  being  faced  regarding  the  Power  Enterprise.  He  suggested 
a  workshop  be  held  to  address  issues  and  answer  questions. 

Discussion  ensued  on  the  rating  process,  debt  issuance,  and  reserve  policy. 

d)  Sewer  System  Improvement  Program  (SSIP)  Update 

Ms.  Karen  Kubick,  Wastewater  Enterprise  Capital  Program  Director,  provided 
an  update  on  the  SSIP.  She  briefly  reviewed  the  program-wide  status, 
including  the  schedule  for  Phase  I  and  the  Governance  Committee  structure; 
Planning  and  Design  Projects,  including  the  SEP  Biosolids  Digester  Facilities, 
Urban  Watershed  Assessment  (UWA),  the  UWA  process  for  concept 
generation,  and  Central  Bayside  System  Improvements;  Early  Implementation 
Projects:  Wiggle  Neighborhood  Green  Corridor,  Mission  and  Valencia  Green 
Gateway,  Chinatown  Green  Alleys,  and  Upper  Yosemite  Creek  Daylighting. 

General  Manager  Kelly  suggested  that  a  workshop  be  scheduled  to  provide  a 
more  in-depth  SSIP  update. 

Given  the  earlier  public  comments,  Ms.  Kubick  discussed  the  Yosemite  Creek 
Daylighting  project,  stating  it  is  the  only  Daylighting  project  being  considered 


and  is  in  the  alternatives  analysis  stage.  She  noted  that  funds  are  in  the 
budget  for  land  acquisition,  but  the  Woolsey  property  is  not  available  since  it  is 
under  contract.  She  noted  that  environnnental  review  needs  to  be  conducted 
on  any  property  acquired  for  the  project. 

Discussion  ensued  on  the  Woolsey  property.  General  Manager  Kelly  stated 
that  first  and  foremost  the  property  must  have  a  purpose  and  reiterated  that  it 
must  go  through  CEQA.  He  noted  that  timing  is  an  issue  as  the  property  is  in 
escrow  and  that  the  SFPUC  cannot  do  anything  to  interfere  with  the  contract. 
President  Courtney  concurred. 

Ms.  Kubick  continued  her  presentation,  reviewing  Sunset  Boulevard 
Greenway,  Holloway  Green  Street,  Visitacion  Valley  Green  Nodes,  and  Baker 
Beach  Green  Street  projects.  She  discussed  stakeholder  engagement  and 
public  awareness  campaign  efforts. 

e)  Approval  of  2014  SFPUC  Regular  Meeting  Calendar 

Commission  Secretary  Hood  requested  approval  of  the  2014  Regular  Meeting 
calendar  and  indicated  the  first  meeting  in  November  2014  is  scheduled  for 
Monday,  November  10  due  to  the  Veterans'  Day  holiday. 

On  Motion 

Ayes:  Courtney,  Caen,  Vietor  and  Moran 

f)  Rim  Fire  Update 

Deputy  General  Manager  Michael  Carlin  provided  a  brief  update  on  the  Rim 
Fire,  noting  a  total  of  257,314  acres  were  burned,  with  a  firefighting  cost  of 
$127M.  He  stated  that  all  city-owned  structures  in  Hetch  Hetchy  are  secure 
and  that  the  SFPUC  is  in  full  restoration  and  recovery  modes.  He  informed  the 
Commission  that  a  revised  Declaration  of  Emergency  was  submitted  to  the 
President  on  December  2.  He  stated  that  preliminary  condition  assessments  of 
damage  to  Hetch  Hetchy  Water  and  Power  facilities  is  estimated  at  $46.9M 
and  that  all  insurance  claims  have  been  filed. 

Mr.  Rydstrom  provided  a  summary  of  the  revised  damage  estimates  for 
emergency  and  permanent  work  and  noted  restoration  funding. 

Public  Comments: 

•  Mr.  David  Pilpel  provided  comments  on  annual  budget  priorities  and 
process,  and  encouraged  CAC  input  on  the  budget.  He  offered  comments 
on  the  SSIP  and  the  digester  rebuild  and  central  bayside. 

BAWSCA  Update 

Ms.  Sandkulla,  BAWSCA  Director,  discussed  concerns  with  Calaveras  Dam  cost 
overages  as  they  relate  to  balancing  the  CIP  and  the  desire  to  maintain  the  rate 
projection.  She  expressed  additional  concerns  with  deferrals  of  necessary  system 
maintenance.  She  stated  her  constituents  need  certainty  and  encourages 


quarterly  reporting.  She  indicated  that  BAWSCA  is  implementing  a  pilot  water 
transfer  plan  with  East  Bay  Municipal  Utility  District. 

Public  Comments: 
None. 

Commissioner  Moran  requested  that  item  21  j  be  removed  from  the  calendar  and 
continued  to  January  14,  2014.  There  was  no  public  comment  on  item  21  j. 

21.  Consent  Calendar 

a)  Approve  the  selection  of  and  award  Agreement  Nos.  CS-193A-D.  Energy 
Efficiency  Services  to  kW  Engineering.  Inc.  (CS-193A).  Enovitv.  Inc.  (CS-193B). 
Enernoc.  Inc.  (CS-193C),  and  CB&I/EBS  Joint  Venture  (CS-193D).  to  provide 
professional  services  related  to  energy  efficiency:  and  authorize  the  General 
Manager  to  negotiate  and  execute  the  four  professional  services  agreements, 
for  an  amount  not-to-exceed  $2.375.000  each,  for  a  cumulative  total  amount  of 
$9.500.000  and  with  a  duration  of  five  years  per  agreement.  (Resolution  13- 
0177) 

b)  Approve  the  selection  of  and  award  Agreement  No.  CS-317.  Specialized  and 
Technical  Services.  Restoration  and  Revegetation.  to  Orion  Environmental 
Associates,  to  provide  specialized  and  technical  services  related  to  on-site 
restoration  and  revegetation  of  Water  System  Improvement  Program 
construction  sites  in  the  San  Joaguin.  Sunol  Valley.  Bay  Division,  and  Peninsula 
regions:  and  authorize  the  General  Manager  to  negotiate  and  execute  a 
professional  services  agreement  with  Orion  Environmental  Associates  for  an 
amount  not-to-exceed  $1.500.000  with  a  duration  of  two  years.  (Resolution  13- 
0178) 

c)  Approve  Amendment  No.  2  to  Agreement  No.  CS-916,  Peninsula  Region 
Construction  Management  Services,  with  HDR  Engineering,  Inc.  for  additional 
construction  management  services  associated  with  the  Crystal  Springs/San 
Andreas  Transmission  Upgrade  project:  and  authorize  the  General  Manager  to 
execute  this  amendment,  increasing  the  agreement  not-to-exceed  amount  by 
$1 .500.000.  for  a  total  not-to-exceed  agreement  amount  of  $27.500.000.  and 
extending  the  agreement  duration  by  six  months,  for  a  total  agreement  duration 
of  5  years.  1  month:  subject  to  Board  of  Supervisors  approval  under  Charter 
Section  9.118.  (Resolution  13-0179) 

d)  Approve  Amendment  No.  1  to  Agreement  Nos.  CS-955B  and  CS-955C.  As- 
needed  Specialized  and  Technical  Wastewater  Services,  with  RMC  (CS-955B) 
and  Carollo  Engineers  (CS-955C).  to  complete  ongoing  specialized  and  highly 
technical  wastewater  services  while  preparing  transition  plans  for  the 
agreements  to  the  consultant  teams  under  CS-203A-D.  As-needed  Wastewater 
Technical  Services:  and  authorize  the  General  Manager  to  negotiate  and 
execute  two  professional  services  amendments  up  to  $500,000  per  agreement. 


for  a  total  not-to-exceed  amount  of  $3,500.000  per  agreement,  with  no  change 
to  the  agreement  duration.  (Resolution  13-0180) 

e)  Accept  work  performed  by  Mountain  Cascade.  Inc.  for  Contract  No.  HH-935B. 
San  Joaquin  Pipeline  System.  Western  Segment:  Approve  Modification  No.1 
(Final),  increasing  the  contract  by  $1.749.280.  for  a  total  contract  amount  of 
$50.455.659.  and  with  a  time  extension  of  310  consecutive  calendar  days  for  a 
total  contract  duration  of  959  consecutive  calendar  days:  and  authorize  final 
payment  to  the  contractor.  (Resolution  13-0181) 

f)  Approve  and  award  Contract  No.  JOC-46.  Job  Order  Contract.  Electrical  (C-10 
License).  Governor  &  Exciter  Systems  for  Hydroelectric  Powerhouses.  Hetch 
Hetchy.  for  a  not-to-exceed  amount  of  $5.000.000  to  the  lowest.  Qualified, 
responsible  and  responsive  bidder,  Tri-Technic,  Inc..  to  perform  specialty  high- 
voltage  electrical  work  for  Hetch  Hetchy  Operations.  (Resolution  13-0182) 

g)  Accept  work  peri^ormed  by  P&J  Utility  Company  for  Contract  No.  WD-2445.  8- 
Inch  Ductile  Iron  Pipe  Main  Installation  on  Second,  New  Montgomery. 
Stevenson.  Minna  and  Annie  Streets:  Approve  Modification  No.  3  to  reconcile 
the  final  contract  amount  to  reflect  the  actual  Quantity  of  work  performed  under 
unit  price  bid  items,  increasing  the  contract  by  $26.608.  for  a  total  contract 
amount  of  $1 .674.993:  and  authorize  final  payment,  to  the  contractor. 
(Resolution  13-0183) 

h)  Approve  an  increase  in  the  construction  contract  cost  contingency  for  Contract 
No.  WD-2601.  Cn/stal  Springs  /  San  Andreas  (CSSA)  Transmission  System 
Upgrade  Project,  in  the  amount  of  $26,453.000.  and  an  increase  in  the 
maximum  time  for  completion  of  construction  work  under  the  contract  of  up  to 
465  consecutive  calendar  days:  and  Authorize  the  General  Manager  or  his 
designee  to  approve  future  modifications  to  the  contract  to  increase  the  contract 
amount  up  to  a  maximum  of  $136,192.300.  and  to  extend  the  contract  time  for  a 
total  revised  construction  phase  duration  of  up  to  1 ,445  consecutive  calendar 
days.  (Resolution  13-0184) 

i)  Accept  work  peri^ormed  by  J.  Flores  Construction  Company.  Inc..  for  Contract 
No.  WD-2612.  8-Inch  DIP  Main  Installation  on  Florida  Street  from  16th  to  26th 
Streets:  Approve  Modification  No.  2  (Final)  to  reconcile  the  Final  Contract 
Amount  to  reflect  the  actual  guantitv  of  work  performed,  decreasing  the  contract 
by  $1 36.253.  for  a  total  contract  amount  of  $1 . 1 86.688:  and  authorize  final 
payment  to  the  contractor.  (Resolution  13-0185) 

j)  Approve  an  increase  in  the  construction  contract  cost  contingency  for  Contract 
No.  WW-525.  Southeast  Water  Pollution  Control  Plant  Northside  Facility 
Reliability  Upgrades  Phase  2.  with  NTK  Construction  Inc..  in  the  amount  of 
$470.997.  Authorize  the  General  Manager  or  his  designee,  to  approve  future 
modifications  to  the  contract  for  a  total  revised  contract  amount  up  to 
$12.746.997.  The  increase  is  needed  for  completion  of  additional  work  reguired 


to  replace  aging  electrical  and  mechanical  systems  that  support  the  secondary 
clarifiers. 

k)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW -583.  As- 
Needed  Main  Sewer  Replacement,  for  a  total  contract  amount  not-to-exceed 
$3.534.100.  to  the  lowest,  qualified,  responsible  and  responsive  bidder. 
Precision  Enqineerinq.  to  perform  as-needed  main  sewer  replacement  at 
locations  to  be  determined  in  San  Francisco.  (Resolution  13-0186) 

I)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-584.  As- 
Needed  Spot  Sewer  Repair,  for  a  total  contract  amount  not  to  exceed 
$6.593.265.  to  the  lowest,  qualified,  responsible  and  responsive  bidder.  J. 
Flores  Construction,  Inc.,  to  replace  sections  of  existing  sewer  piping,  on  an  as- 
needed  basis,  at  locations  to  be  determined  throuqhout  San  Francisco. 
(Resolution  13-0187) 

m)  Approve  the  plans  and  specifications,  and  award  Contract  No.  WW-585. 
15th/17th/23rd/44th/47th/Granada/  Meda  and  Qakdale  Avenues  Sewer 
Replacement,  in  the  amount  of  $2.634.535.  to  the  lowest,  qualified,  responsible 
and  responsive  bidder.  Shaw  Pipeline,  to  replace  the  existing  sewers  on  the 
subject  streets  in  the  City  and  County  of  San  Francisco.  The  proposed  action  is 
the  Approval  Action  as  defined  in  the  San  Francisco  Administrative  Code. 
Chapter  31.  (Resolution  13-0188) 

o)  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to 

execute  a  five-year  lease  between  the  City  and  County  of  San  Francisco,  acting 
by  and  through  its  Public  Utilities  Commission  and  the  San  Francisco  Sheriff's 
Department  Five  Keys  Charter  School  as  tenant,  for  use  of  approximately  2.894 
rentable  square  feet  of  general  office  and  classroom  space  at  the  Southeast 
Community  Facility  at  1800  Qakdale  Avenue  in  San  Francisco  at  a  monthly  rent 
of  $2.291.08.  (Resolution  13-0176) 

On  Motion:  Item  21a-m;  and  21  o 
Ayes:  Courtney,  Caen,  Vietor  and  Moran 

Public  Comments 
None. 

22.  Authorize  the  General  Manager  to  execute  a  Memorandum  of  Understanding  with 
the  San  Francisco  Department  of  Public  Works  to  fund  an  amount  not-to-exceed 
$668.000.  for  the  first  phase  of  the  Green  Wiggle,  located  at  Oak  and  Fell  Street, 
between  Scott  and  Baker  Streets  in  San  Francisco.  This  is  the  Sewer  System 
Improvement  Program's  first  green  infrastmcture  early  implementation  project.  This 
is  an  Approval  Action  under  Administrative  Code.  Chapter  31 .  (Resolution  13-0190) 


Public  Comments: 


•  Mr.  David  Pilpel  noted  that  there  was  an  appeal  to  the  Board  of  Supervisors  that 
was  not  referenced  in  the  documentation. 

On  Motion 

Ayes:  Courtney,  Caen,  Vietor  and  Moran 

23.  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to  execute  a 
Second  Amendment,  extending  the  terms  of  an  existing  lease,  between  Clemco 
Properties.  LLC  as  landlord,  and  the  City  and  County  of  San  Francisco,  through  its 
Public  Utilities  Commission,  as  tenant,  for  office  space,  storage  and  parking  at  1657 
Rollins  Road  in  Burlingame.  The  base  rent  will  be  adjusted  annually  according  the 
Consumer  Price  Index  with  a  two  percent  minimum  increase  and  a  five  percent 
maximum  Increase.  (Resolution  13-0191) 

Public  Comments: 
None. 

On  Motion 

Ayes:  Courtney,  Caen,  Vietor  and  Moran 

24.  Approve  the  terms  and  conditions  and  authorize  the  General  Manager  to  execute  a 
five-year  office  lease  between  544  Golden  Gate  Associates.  LLC  and  the  City  and 
County  of  San  Francisco  for  the  use  of  approximately  6,888  rentable  sguare  feet  of 
space  at  544  Golden  Gate  Avenue,  Second  Floor,  in  San  Francisco,  at  the  rental 
rate  of  $24.108  per  month.  The  SFPUC  will  pay  for  its  own  services  and  utilities  at 
an  additional  estimated  cost  of  $3,000  per  month.  The  SFPUC's  total  estimated 
monthly  sum  for  rent,  services  and  utilities  is  $27.108.  (Resolution  13-0192) 

Public  Comments: 

•  Mr  David  Pilpel  recommended  approval  and  provided  thoughts  on  the  use  of 
property  at  1550  Evans. 

On  Motion 

Ayes:  Courtney,  Caen,  Vietor  and  Moran 

25.  Authorize  the  General  Manager  to  execute,  on  behalf  of  the  City  and  County  of  San 
Francisco,  an  Electric  Service  Agreement  with  the  Transbay  Transit  Powers 
Authority  (TJPA).  for  the  SFPUC  to  be  the  primary  provider  of  electric  service  to  the 
TJPA.  (Resolution  13-0193) 

Public  Comments: 
None. 

On  Motion 

Ayes:  Courtney,  Caen,  Vietor  and  Moran 


26.  Authorize  the  General  Manager  to  execute  a  Memorandum  of  Understanding  with 
the  San  Francisco  Municipal  Transportation  Agency  for  sewer  collection  system 
improvements  on  4""  Street  between  Bryant  Street  and  King  Streets,  in  coniunction 
with  the  Central  Subway  Project,  for  an  amount  not  to  exceed  $2.925.296.  which 
includes  a  10  percent  construction  contingency  to  coyer  any  change  orders,  for  this 
work  over  the  estimated  project  duration  of  4.5  years.  These  improvements  will 
allow  for  the  relocation,  rehabilitation  or  replacement  of  sewer  facilities  during 
construction  of  the  rail  facilities  and  avoid  future  conflicts  and  maintenance  impacts. 
(Resolution  13-0194) 

Public  Comments: 
None. 

On  Motion 

Ayes:  Courtney,  Caen,  Vietor  and  Moran 

27.  Endorse  the  commitment  of  the  Wastewater  Enterprise  to  undertake  operational 
practices  that  conform  to  the  National  Biosolids  Partnership  Code  of  Good  Practice 
Guidelines  for  biosolids  management  and  the  San  Francisco  Public  Utilities 
Commission's  goals  for  the  sustainable  and  cost-effective  beneficial  use  of 
biosolids.  (Resolution  13-0195) 

Public  Comments: 

•  Mr.  David  Pilpel  requested  the  CAC  Wastewater  subcommittee  be  briefed  on 
biosolids. 

On  Motion 

Ayes:  Courtney,  Caen,  Vietor  and  Moran 

28.  Other  new  business 

President  Courtney  noted  ttie  cancellation  of  the  December  24,  2013  meeting. 

Commissioner  Vietor  expressed  concern  with  the  amount  of  food  waste  and  with 
resulting  methane  production  and  greenhouse  gas  emissions.  She  indicated 
possible  opportunities  for  innovation  with  energy  generation,  biosolid  production, 
land  application,  and  digester  upgrades. 

President  Courtney  requested  that  staff  correspond  with  the  Environment 
Commission  to  schedule  a  joint  meeting  to  discuss  food  waste. 

President  Courtney  noted  that  the  meetings  of  January  14,  28,  and  February  11  will 
begin  at  1 1:00  AM  to  allow  for  budget  discussions. 

Public  Comments: 

•  Mr  David  Pilpel  encouraged  the  scheduling  of  the  joint  meeting  and  suggested 
that  Recology  be  invited. 


President  Courtney  adjourned  the  meeting  at  4:30  PM. 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.:  13-0 175 


WHEREAS,  On  December  10,  2013,  the  San  Francisco  Public  Utilities 
Commission  met  in  Executive  Session  to  consider  the  settlement  of  the  Unlitigated 
Claim  of  Marie-Elise  Lyman  ("Claimanr),  arising  from  an  incident  on  February  27, 
2013,  when  a  16"  water  transmission  pipeline,  located  between  West  Portal  Avenue  and 
Wawona  Street,  ruptured  in  front  of  2733  15th  Avenue;  and 

WHEREAS,  Claimant  has  agreed  to  a  proposed  settlement  calling  for  the 
payment  of  $71 ,925.37  (Seventy-One  Thousand  Nine  Hundred  and  Twenty-Five  and 
Thirty-Seven  Cents)  from  the  City  to  Claimant;  and 

WHEREAS,  In  consideration  for  the  proposed  settlement  payment,  Claimant  has 
agreed  to  provide  the  City  with  a  full  and  final  release  and  to  defend  and  indemnify  the 
City  for  all  third-party  claims  involving  Claimant  arising  from  the  February  27,  2013 
Wawona  Incident;  and 

WHEREAS,  The  Board  of  Supervisors,  by  Ordinance  No.  102-13  authorized 
litigated  or  unlitigated  claims  arising  out  of  the  February  27,  2013  Wawona  Incident  to 
be  settled  and  compromised  on  the  written  recommendation  of  the  San  Francisco 
Public  Utilities  Commission,  with  the  written  approval  of  the  City  Attorney,  for  settlement 
amounts  in  excess  of  $25,000;  and 

WHEREAS,  Upon  these  terms,  the  City  and  Claimant  have  tentatively  agreed  to 
settle  this  matter;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  recommends  the  settlement  of  the 
Unlitigated  Claim  of  Claimants,  with  the  City  paying  $71 ,925.37,  on  the  terms  set  forth  in 
the  Full  and  Final  Release  for  Claim  No.  14-01002  on  file  with  the  Commission 
Secretary. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  10,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0176 


WHEREAS,  The  City  and  County  of  San  Francisco  (City),  through  its  Public 
Utilities  Commission  (SFPUC),  currently  leases  approximately  35,800  rentable  square 
feet  of  space  (City  College  Premises)  to  the  San  Francisco  Community  College  District 
(City  College)  at  the  Southeast  Community  Facility  at  1800  Oakdale  Avenue  in  San 
Francisco  pursuant  to  a  lease  with  the  City  dated  May  27,  1998  (City  College  Lease);  and 

WHEREAS,  The  City  College  Lease  is  on  a  month-to-month  holdover  status  as 
City  College  and  the  SFPUC  work  towards  a  new  lease  agreement;  and 

WHEREAS,  On  August  5,  2013,  City  College  expressed  its  desire  to  sublease 
approximately  2,894  rentable  square  feet  (Five  Keys  Premises)  of  the  City  College 
Premises  to  the  San  Francisco  Sheriffs  Department  Five  Keys  Charter  School  (Five 
Keys);  and 

WHEREAS,  On  August  16,  2013,  the  SFPUC  exercised  its  right  to  recapture  the 
Five  Keys  Premises  and  notified  City  College  that  the  SFPUC  would  enter  into  direct 
negotiations  to  lease  the  Five  Keys  Premises  to  Five  Keys;  and 

WHEREAS,  The  SFPUC  subsequently  negotiated  a  five-year  lease  with  Five 
Keys  (Five  Keys  Lease)  witii  a  Base  Rent  of  $27,493  per  year,  or  $2,291.08  per  month, 
with  four  percent  aimual  increases  to  Base  Rent;  and 

WHEREAS,  On  the  Commencement  Date  of  the  Five  Keys  Lease,  the  City 
College  Premises  will  automatically  be  reduced  from  approximately  35,800  rentable 
square  feet  to  approximately  32,906  rentable  square  feet;  and 

WHEREAS,  On  November  20,  2013,  under  the  Delegation  Agreement  with  the  San 
Francisco  Planning  Department,  the  SFPUC  Bureau  of  Environmental  Management  has 
determined  adoption  of  this  Resolution  does  not  constitute  a  "project"  under  California 
Environmental  Quality  Act  Guidelines  Section  15378  because  there  would  be  no  physical 
change  in  the  environment;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  ratifies,  approves  and  authorizes  all 
actions  heretofore  taken  by  any  City  official  in  connection  with  the  Five  Keys  Lease;  and 
be  it 

FURTHER  RESOLVED,  That  this  Commission  approves  the  terms  and  conditions 
of  the  Five  Keys  Lease,  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  and  directs  the  General 
Manager  to  execute  the  Five  Keys  Lease,  and  to  execute  any  other  documents  or 
agreements  reasonably  necessary  to  consummate  the  transaction  contemplated  under  the 
Five  Keys  Lease,  in  the  fomi  approved  by  the  General  Manager,  in  consultation  with  the 
City  Attorney;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  to 
enter  into  any  amendments  or  modifications  to  the  Five  Keys  Lease,  including  without 
limitation,  the  exhibits,  that  the  General  Manager  determines,  in  consultation  with  the 
City  Attorney,  are  in  the  best  interest  of  the  City;  do  not  materially  increase  the 
obligations  or  liabilities  of  the  City;  are  necessary  or  advisable  to  effectuate  the  purposes 
and  "intent  of  the  Five  Keys  Lease  or  this  resolution;  and  are  in  compliance  with  all 
applicable  laws,  including  the  City  Charter. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public 
Utilities  Commission  at  its  meeting  of  December  10,  2013. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 
RESOLUTION  NO.  13-0177 

WHEREAS,  The  purpose  of  the  SFPUC  Power  Enterprise  is  to  provide  adequate  and  reliable 
supplies  of  electric  power  to  meet  the  electricity  needs  of  the  City  and  County  of  San  Francisco's 
customers;  and 

WHEREAS,  As  part  of  the  Power  Enterprise  Energy  Infrastructure  Development  Group,  Energy 
Efficiency  Services  has  comprehensive  plans  and  projects  to  implement  energy  efficiency  in  City 
Facilities;  and 

WHEREAS,  It  is  necessary  to  procure  the  services  of  qualified  energy  consulting  firms  to 
provide  specialized  energy  efficiency  project  implementation  services  to  supplement  SFPUC  staff;  and 

WHEREAS,  The  estimated  cost  of  services  is  $9,500,000;  and 

WHEREAS,  The  Request  for  Proposal  was  advertised  on  August  7,  2013;  and 

WHEREAS,  Services  are  anticipated  to  begin  in  January  2014  and  end  in  January  2019  and  the 
duration  of  this  agreement  is  five  (5)  years;  and 

WHEREAS,  SFPUC  Staff  and  the  Contract  Monitoring  Division  (CMD)  review  of  the  selection 
panel  evaluations  and  the  proposals  resulted  in  the  establishment  of  kW  Engineering,  Inc.,  Enovity,  Inc., 
Enemoc,  Inc.,  and  CB&I/EBS  Joint  Venture  as  the  four  highest  ranked  consulting  firms;  and 

WHEREAS,  A  CMD  established  a  6%  Local  Business  Enterprise  (LBE)  subconsultant 
participation  goal  on  this  project;  and 

WHEREAS,  The  firms  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance  with  the 
Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at  the  time  of  the 
award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the  bidder  to  obtain  compliance 
certification  from  CMD  may  result  in  award  of  a  contract  to  the  next  highest  ranked  proposer(s),  or  re- 
advertising  and  re-selecting  consultants  at  the  discretion  of  the  City;  and 

WHEREAS,  Funds  for  this  agreement  will  be  available  from  Project  Nos.  CUH986,  CUH983 
and  CUH995,  funded  from  net  operating  revenues  and  subject  to  budget  appropriations;  now,  therefore, 
be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  selection  of  and  awards  Power 
Enterprise  project-funded  Agreement  Nos.  CS-193A-D  to:  kW  Engineering,  Inc.  (CS-i93A);  Enovity, 
Inc.  (CS-193B);  Enemoc,  Inc.  (CS-193C);  and,  CB&I/EBS  A  Joint  Venture  (CS-193D);  to  provide 
energy  efficiency  services  and  authorizes  the  General  Manager  to  negotiate  and  execute  the  four 
professional  services  agreements  for  amounts  not-to-exceed  $2,375,000  each  for  a  cumulative  total 
amount  of  $9,500,000  and  with  a  duration  of  five  (5)  years  per  agreement,  or,  in  the  event  negotiations 
are  not  successful  or  City  requirements  are  not  satisfied,  to  negotiate  and  execute  a  professional  services 
agreement  with  the  next  highest  ranked  proposer. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  10,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0178 


WHEREAS,  The  San  Francisco  Public  Utilities  (SFPUC)  must  comply  with  California 
Environmental  Quality  Act  (CEQA)  mitigation  requirements  and  Federal  and  State  resource 
agency  permits  issued  in  connection  with  Water  System  Improvement  Program  (WSIP)  related 
projects,  including  long  term  monitoring  and  reporting  of  restored  and  revegetated  construction 
sites;  and 

WHEREAS,  It  is  necessary  to  procure  the  services  of  qualified  multidisciplinary 
environmental  services  firm  to  provide  specialized  technical  services  related  to  on-site 
restoration  and  revegetation  to  supplement  SFPUC  staff;  and 

WHEREAS,  The  estimated  cost  of  services  is  $1,500,000;  and 

WHEREAS,  The  proposal  was  advertised  on  September  4,  2013;  and 

WHEREAS,  Services  are  anticipated  to  begin  in  January  2014  and  end  in  January  2016, 
and  the  duration  of  this  agreement  is  two  (2)  years;  and 

WHEREAS,  SFPUC  staff  and  Contract  Monitoring  Division  (CMD)  review  of  the 
selection  panel  evaluations  and  the  proposals  resulted  in  the  establishment  of  Orion 
Environmental  Associates  as  the  highest  ranked  consulting  firm;  and 

WHEREAS,  Failure  to  reach  successful  agreement  on  contract  terms  and  conditions 
within  30  days  of  the  date  of  the  Commission  award  may  result  in  award  of  the  contract  to  the 
next  highest  ranked  proposer,  or  re-advertising  and  re-selecting  consultants  at  the  discretion  of 
the  City;  and 

WHEREAS,  The  firms  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may,  in  the  General  Manager's  sole 
discretion,  result  in  award  of  the  agreement  to  the  next  highest  ranked  proposer,  or  re-advertising 
and  re-selecting  consultants  at  the  discretion  of  the  City;  and 

WHEREAS,  Funds  for  this  agreement  will  be  available  at  the  time  of  award  of  the 
agreement  through  June  2014  from  WSEP  Project  CUW38803  Environmental  Construction 
Compliance  -  Vegetation  Restoration  of  WSIP  Sites.  Funding  after  June  2014  through  the 
duration  of  the  agreement  will  be  funded  by  Water  Enterprise  Operations  Projects  CUW27105  - 
Alameda  Watershed/Monitoring/Maintenance  and  CUW27106  -  Peninsula  Watershed/ 
Monitoring/  Maintenance;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  selection  of  Orion 
Environmental  Associates;  awards  Water  System  hnprovement  Program-and  Water  Enterprise 
Operations-funded  Agreement  No.  CS-317,  Specialized  and  Technical  Services,  Restoration  and 
Revegetation,  to  provide  specialized  and  technical  services  related  to  on-site  restoration  and 
revegetation  of  WSIP  construction  sites  in  the  San  Joaquin,  Sunol  Valley,  Bay  Division,  and 


Peninsula  regions;  and  authorizes  the  General  Manager  of  the  San  Francisco  Public  Utilities 
Commission  to  negotiate  and  execute  a  professional  services  agreement  with  Orion 
Environmental  Associates  for  an  amount  not-to-exceed  $1,500,000,  and  with  a  duration  of  2 
years,  or,  in  the  event  negotiations  are  not  successful  or  City  requirements  are  not  satisfied,  to 
negotiate  and  execute  a  professional  services  agreement  with  the  next  highest  ranked  proposer. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  10,  2013. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  13-0179 


WHEREAS,  On  August  11,  2009,  pursuant  to  Resolution  No.  09-0142,  this  Commission  awarded 
Agreement  No.  CS-916,  Peninsula  Construction  Management  Services,  and  authorized  the  General 
Manager  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  to  negotiate  and  execute  a 
professional  services  agreement,  in  the  amount  of  $22,000,000,  and  with  a  term  of  four  (4)  years,  seven 
(7)  months,  concluding  on  June  29,  2014  with  HDR  Engineering,  Inc.;  and 

WHEREAS,  On  October  20,  2009  pursuant  to  Resolution  No.  405-09,  approval  for  Agreement 
No.  CS-916  was  obtained  from  the  San  Francisco  Board  of  Supervisors;  and 

WHEREAS,  Amendment  No.  1  was  approved  on  November  9,  2010  per  Resolution  No.  10-0198 
for  $4,000,000  for  additional  Construction  Management  Services  associated  with  Bioregional  Habitat 
Restoration  sites  in  the  Water  System  Improvement  (WSIP)  Peninsula  Region;  increasing  the  total  not-to- 
exceed  agreement  amount  to  $26,000,000,  with  no  change  to  the  Agreement  duration;  and 

WHEREAS,  On  December  14,  2010  pursuant  to  Resolution  No.  598-10,  approval  for  Amendment 
No.  1  to  Agreement  No.  CS-916  was  obtained  from  the  San  Francisco  Board  of  Supervisors;  and 

WHEREAS,  The  construction  phase  of  the  Crystal  Springs/San  Andreas  (CSSA)  Transmission 
Upgrade  project  is  forecasted  to  extend  to  November  14,  2014;  and 

WHEREAS,  Amendment  No.  2  is  being  requested  to  increase  the  Agreement  not-to-exceed 
amount  by  $1,500,000  to  provide  continued  construction  management  services  during  and  through  the 
constmction  phase  of  the  CSSA  Transmission  Upgrade  project,  increasing  the  total  not-to-exceed 
Agreement  amount  to  $27,500,000  and  extending  the  Agreement  duration  by  six  months,  for  a  total 
Agreement  of  five  years,  1  month;  and 

WHEREAS,  The  Contract  Monitoring  Division  (CMD)  established  a  Local  Business  Enterprise 
(LBE)  participation  goal  of  17.9%  and  that  goal  will  remain  unchanged;  and 

WHEREAS,  Funds  for  this  Agreement  and  Modification  are  available  from  WSIP  regional 
projects  within  the  program's  Peninsula  Region,  now  therefore  be  it, 

RESOLVED,  That  this  Commission  hereby  approves  Water  Enterprise,  Water  System 
Improvement  Program  (WSIP)-funded  Amendment  No.  2  to  Agreement  No.  CS-916,  Peninsula 
Construction  Management  Services  with  HDR  Engineering,  Inc.  for  continued  construction  management 
services  associated  with  the  CSSA  Transmission  Upgrade  project;  and  authorizes  the  General  Manager  of 
the  San  Francisco  Public  Utilities  Commission  to  execute  this  Amendment,  increasing  the  Agreement  not- 
to-exceed  amount  by  $1,500,000  for  a  total  Agreement  not-to-exceed  amount  of  $27,500,000,  and 
extending  the  Agreement  duration  six  months  for  a  total  Agreement  duration  of  5  years,  1  month;  subject 
to  Board  of  Supervisor  approval  under  Charter  Section  9.118. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  10,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0180 


WHEREAS,  On  January  12,  2010,  this  Commission  awarded  Agreement  No.  CS-955B 
and  CS-955C,  As-needed  Specialized  and  Technical  Wastewater  Services,  and  authorized  the 
General  Manager  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  to  execute 
individual  professional  services  agreements,  in  the  amount  of  $3,000,000  and  with  a  term  of  five 
years  each,  with  RMC  (CS-955B)  and  Carollo  Engineers(CS-955C);  and 

WHEREAS,  Amendment  No.  1  is  being  requested  to  increase  each  agreement  RMC  (CS- 
955B)  and  Carollo  Engineers  (CS-955C)  by  $500,000  per  agreement  so  the  consultants  may 
complete  ongoing  critical  work  being  performed  under  existing  task  orders  as  well  as  develop  a 
transition  plan  for  other  related  activities,  increasing  the  total  not-to-exceed  amount  to 
$3,500,000  per  agreement;  and 

WHEREAS,  A  Contract  Monitoring  Division  subconsulting  goal  of  13%  Local  Business 
Enterprise  participation  (of  the  total  value  of  services  to  be  provided)  has  been  established  for 
these  agreements;  and 

WHEREAS,  Funds  for  these  agreements  are  available  from  Wastewater  Enterprise 
Operating  Funds;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Wastewater  Enterprise,  Operating 
Budget-funded  Agreement  Nos.  CS-955B-C,  As-needed  Specialized  and  Technical  Wastewater 
Services,  with  RMC  (CS-955B)  and  Carollo  Engineers  (CS-955C)  to  complete  ongoing 
specialized  and  highly  technical  wastewater  services  while  preparing  transition  plans  for  the 
agreements  to  the  consultant  teams  under  CS-203A-D,  As-needed  Wastewater  Technical 
Services;  and  authorize  the  General  Manager  of  the  SFPUC  to  negotiate  and  execute  two 
professional  services  amendments  up  to  $500,000  per  agreement,  for  a  total  not-to-exceed 
amount  of  $3,500,000  per  agreement,  with  no  change  to  the  agreement  duration. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  10,  2013. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  13-0181 


WHEREAS,  Construction  has  been  completed  for  Water  Enterprise,  Water  System 
Improvement  Program  (WSIP)-funded  Contract  No.  HH-935B,  San  Joaquin  Pipeline  System  - 
Western  Segment,  by  the  contractor,  Mountain  Cascade,  Inc.;  and 

WHEREAS,  On  December  14,  2010,  by  Resolution  No.  10-0218,  this  Commission  awarded 
Contract  No.  HH-935B,  San  Joaquin  Pipeline  System  -  Western  Segment,  in  the  amount  of 
$48,706,379,  to  the  lowest,  qualified  responsible  and  responsive  bidder.  Mountain  Cascade,  Inc.; 
and 

WHEREAS,  The  constmction  contract  Notice-To-Proceed  Date  No.  1  date  was  March  3,  2011 
for  submittals  and  procurement  preparation,  and  environmental  surveys/monitoring  at  project  sites, 
Notice-To  Proceed  Date  No.  2  was  March  11,  2011  which  was  the  start  of  the  construction,  and 
Notice-To-Proceed  Date  No.  3  was  set  for  June  15,  2011  which  was  the  start  of  the  work  at  the 
state,  irrigation,  and  golf  course  facilities,  with  an  original  schedule  of  649  consecutive  calendar 
days  and  the  contract  work  was  completed  in  959  consecutive  calendar  days  on  October  24,  2013; 
and 

WHEREAS,  The  original  contract  amount  was  for  $48,706,379  and  the  original  contract 
duration  was  649  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  (final)  is  being  requested  for  $1,749,280  to  address  differing 
site  conditions,  design  and  equipment  changes,  unknown  utilities  and  right  of  way  interferences, 
repair  of  a  sinkhole  at  1-5  Interstate,  replacement  of  coatings  on  pipe  appurtenances,  an  additional 
concrete  vault,  and  costs  associated  with  the  repair  of  pipe  connection  joints,  pipe  joints,  supports, 
appurtenances  and  tower  at  the  California  Aqueduct,  increasing  the  contract  amount  to 
$50,455,659,  and  with  a  time  extension  of  310  consecutive  calendar  days,  extending  the  contract 
duration  to  959  consecutive  calendar  days;  and 

WHEREAS,  The  contractor  has  made  a  good  faith  effort  to  comply  with  the  Contract 
Monitoring  Division  subcontracting  goals  of  7%  Local  Business  Enterprise  submitted  for  this 
contract  by  achieving  a  LBE  participation  of  7.79%;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW37301  -  San  Joaquin  Pipeline  System; 
now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  the  work  performed  for  Water  Enterprise, 
WSIP-funded  Contract  No.  HH-935B  -  San  Joaquin  Pipeline  System  -  Western  Segment,  approves 
Modification  No.  1  (Final),  increasing  the  contract  by  $1,749,280  for  a  total  contract  amount  of 
$50,455,659  ,  and  with  a  time  extension  of  310  consecutive  calendar  days  for  a  total  contract 
duration  of  959  consecutive  calendar  days;  and  authorizes  final  payment  to  the  contractor. 
Mountain  Cascade,  Inc. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  10,  2013. 

(mm/UK  \3L^^  

Secretary,  San  Francisco  Public  Utilities  Commission 


1 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0182 


WHEREAS,  Contract  No.  JOC-46,  Job  Order  Contract,  Electrical  (C-10  License), 
Governor  &  Exciter  Systems  for  Hydroelectric  Powerhouses  in  Hetch  Hetchy,  was  advertised  on 
August  13,  2013;  and 

WHEREAS,  The  not-to-exceed  amount  is  $5,000,000  with  a  guaranteed  minimum 
amount  of  $50,000  for  this  construction  contract  to  accomplish  electrical  work  for  San  Francisco 
Public  Utilities  Commission  (SFPUC)  Enterprise  Operations  in  San  Joaquin,  Stanislaus,  and 
Tuolumne  Counties;  and 

WHEREAS,  The  contract  duration  is  three  (3)  years;  and 

WHEREAS,  The  Commission  authorizes  award  of  this  job  order  contract  for  work  to  be 
performed  under  future  task  orders  which  will  identify  the  scope  of  work,  cost  and  duration  of 
various  discrete  construction  activities.  No  task  order  will  be  issued  for  construction  requiring 
environmental  review,  excluding  those  eligible  for  statutory  or  categorical  exemption,  until  the 
Commission  has  been  given  the  opportunity  to  review  the  environmental  document  and  take 
action  if  deemed  appropriate.  The  work  under  this  job  order  contract  has  been  competitively  bid 
per  unit  price  and  this  contractor  is  the  lowest  responsible,  responsive  bidder  for  the  work  under 
these  subsequent  task  orders;  and 

WHEREAS,  Two  (2)  bids  were  received  and  opened  publicly  on  September  12,  2013; 

and 

WHEREAS,  SFPUC  staff  review  of  the  bid  for  qualifications,  responsibility,  and 
responsiveness  resulted  in  the  establishment  of  Tri-Technic,  Lie.  as  the  lowest,  qualified, 
responsible,  and  responsive  bidder;  and 

WHEREAS,  The  Award  Criteria  Figure  from  Tri-Technic,  Lie.  was  1.5225;  and 

WHEREAS,  A  Contract  Monitoring  Division  (CMD)  subcontracting  goal  of  9%  Local 
Business  Enterprise  (LBE)  participation  has  been  established  for  this  contract  and  the  contractor 
committed  to  an  LBE  subcontractor  participation  of  9.5%  in  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  two  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible,  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funding  will  be  available  from  various  SFPUC  Enterprise  Funds  when  Task 
Orders  are  issued;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  approves  the  Project  Manual  and 
Constniction  Task  Catalog  ®  and  awards  Contract  No.  JOC-46,  Job  Order  Contract,  Electrical 
(C-10  License),  Hetch  Hetchy,  for  a  not-to-exceed  amount  of  $5,000,000  with  minimum 
guaranteed  amount  of  $50,000  to  the  lowest,  qualified,  responsible,  and  responsive  bidder, 
Tri-Technic,  Inc. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  10,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  13-0183 


WHEREAS,  Construction  has  been  completed  for  Local  Water  Conveyance/Distribution 
Program-funded  Contract  No.  WD-2445,  8-Inch  Ductile  Iron  Pipe  Main  Installation  in  Second, 
New  Montgomery,  Stevenson,  Minna  and  Annie  Streets,  by  the  contractor,  P&J  Utility 
Company;  and 

WHEREAS,  On  October  25,  2011,  by  Resolution  No.  11-0178,  this  Commission 
awarded  Contract  No.  WD-2445,  8-Inch  Ductile  Iron  Pipe  Main  Installation  on  Second,  New 
Montgomery,  Stevenson,  Minna  and  Annie  Streets,  in  the  amount  of  $1,507,062,  to  the  lowest, 
qualified  responsible  and  responsive  bidder,  P&J  Utility  Company;  and 

WHEREAS,  The  construction  contract  Notice-To- Proceed  date  was  January  9,  2012  and 
the  contract  work  was  completed  in  418  consecutive  calendar  days  on  September  4,  2013;  and 

WHEREAS,  The  original  contract  amount  was  for  $1,507,062  and  the  original  contract 
duration  was  240  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  was  approved  for  $98,799  (Resolution  No.  12-0170 
dated  September  25,  2012)  to  account  for  miscellaneous  force  account  work,  increasing  the 
contract  amount  to  $1,605,861,  and  increasing  the  contract  duration  by  73  consecutive  calendar 
days;  and 

WHEREAS,  Modification  No.  2  was  issued  for  $42,524  (Resolution  No.  12-0203  dated 
November  13,  2012)  to  repair  and  replace  broken  AWSS  pipe  following  a  main  break;  extra 
concrete  work  for  curbs,  gutters  and  sidewalks;  and  to  adjust  the  quantity  of  work  performed, 
increasing  the  contract  amount  to  $1,648,385,  and  with  a  time  extension  of  76  consecutive 
calendar  days  for  a  total  contract  duration  of  389  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  3  (final)  is  being  requested  for  $26,608  to  reconcile  the 
final  contract  amount  to  reflect  the  actual  quantity  of  work  performed  under  unit  price  bid  items, 
increasing  the  contract  amount  to  $1,674,993,  and  with  a  time  extension  of  29  consecutive 
calendar  days  for  a  total  contract  duration  of  418  consecutive  calendar  days;  and 

WHEREAS,  The  contractor  has  made  a  good  faith  effort  to  comply  with  the  Contract 
Monitoring  Division  Local  Business  Enterprise  (LBE)  subcontracting  goal  of  16%  by  achieving 
a  final  LBE  participation  of  16.1 1%;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW260,  Local  Water 
Conveyance/Distribution  Program;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  P&J  Utility 
Company  for  Local  Water  Conveyance/Distribution  Program- funded  Contract  No.  WD-2445 
8-Inch  Ductile  Iron  Pipe  Main  Installation  on  Second,  New  Montgomery,  Stevenson,  Minna 
and  Annie  Streets;  approves  Modification  No.  3  (Final),  increasing  the  contract  by  $26,608, 
for  a  total  contract  amount  of  $1,674,993;  and  authorizes  final  payment  to  the  contractor, 
P&J  Utility  Company. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  10,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  13-0184 


WHEREAS,  On  September  28,  2010,  per  Resolution  No.  10-0166,  this  Commission 
approved  the  award  of  Water  Enterprise,  Water  System  Improvement  Program  (WSIP)  funded 
Construction  Contract  No.  WD-2601,  Crystal  Springs  /  San  Andreas  (CSSA)  Transmission 
System  Upgrade  Project,  to  Kiewit  Infrastructure  West  Company;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  December  1,  2010; 

and 

WHEREAS,  The  original  contract  amount  was  for  $99,763,000  and  the  original  contract 
duration  was  980  consecutive  calendar  days;  and 

WHEREAS,  On  April  23,  2013  per  Resolution  13-0060,  this  Commission  approved 
revised  schedules  and  budgets  as  part  of  the  March  2013  Revised  WSIP,  which  included  a 
$28,901,446  increase  in  the  CUW371  Crystal  Springs  /  San  Andreas  Transmission  Upgrade 
Project  budget  that  incorporated  a  revision  in  the  construction  budget  from  $114,989,300  to 
$138,668,787;  and 

WHEREAS,  Section  6.22(H)(1)  of  the  Administrative  Code  requires  that  any  cumulative 
increases  in  contract  price  in  excess  of  10%  of  the  original  contract  price  be  approved  by  the 
Commission;  and 

WHEREAS,  Section  6.22(H)(2)  of  the  Administrative  Code  requires  that  any  cumulative 
extensions  of  duration  in  excess  of  10%  of  the  original  contract  duration  to  complete 
construction  work  be  approved  by  the  Commission;  and 

WHEREAS,  The  project  has  encountered  delays  in  performing  some  of  the  underwater 
work,  implementing  design  changes  required  to  address  differing  site  conditions  and  Regional 
Water  Quality  Control  Board  General  Stormwater  Permit  requirements  associated  with  road 
rehabilitation  work;  and 

WHEREAS,  Change  Orders  approved  to  date  for  this  construction  contract  amount  to 
$9,918,961,  pending  change  orders  amount  to  $699,341,  potential  change  orders  amount  to 
$7,194,929,  and  trends  amount  to  $18,616,069;  and 

WHEREAS,  The  total  amount  of  change  orders,  pending  change  orders,  potential  change 
orders,  and  trends,  exceeds  the  pre-approved  10%  construction  cost  contingency,  but  is  within 
the  additional  construction  cost  contingency  as  estabUshed  in  the  March  2013  Revised  WSIP 
approved  by  this  Commission  on  April  23,  2013  per  Resolution  13-0060;  and 

WHEREAS,  An  increase  in  the  approved  contract  cost  contingency  in  the  amount  of 
$26,453,000,  and  an  increase  in  the  approved  contract  duration  of  465  consecutive  calendar  days 
are  requested  for  Construction  Contract  No.  WD-2601,  subject  to  the  General  Manager's 
subsequent  authorization  of  modifications,  if  appropriate;  and 


WHEREAS,  On  April  22,  2010,  the  San  Francisco  Planning  Commission  certified  the 
Final  Environmental  Impact  Report  (EIR)  (Planning  Department  Case  No.  2007.1255E)  for  the 
CSSA  Transmission  System  Upgrade  Project,  pursuant  to  the  California  Environmental  Quality 
Act  (CEQA).  On  May  11,  2010,  the  San  Francisco  Public  Utilities  Commission  (SFPUC),  by 
Resolution  No.  10-0081,  (1)  approved  the  Project;  (2)  adopted  findings  (CEQA  Findings), 
including  a  statement  of  overriding  considerations,  and  a  Mitigation  Monitoring  and  Reporting 
Program  (MMRP)  required  by  CEQA.  In  October  2012,  having  considered  the  proposed  project 
changes  described  above,  the  Environmental  Management  Bureau  determined  that  these  changes 
were  not  of  sufficient  significance  to  require  major  revisions  to  the  project  Environmental  Impact 
Report  (EIR)  due  to  the  involvement  of  new  significant  environmental  effects  or  an  increase  in 
the  severity  of  previously  identified  significant  impacts,  and  there  was  no  new  information  of 
substantial  importance  that  would  change  the  conclusions  set  forth  in  the  EIR:  and 

WHEREAS,  A  Contract  Monitoring  Division  (CMD)  subcontracting  goal  of  7.0%  Local 
Business  Enterprise  (LBE)  participation  was  originally  established  for  this  construction  contract; 
and 

WHEREAS,  A  6.81%  LBE  participation,  as  submitted  at  the  time  of  bid,  has  been 
accepted,  consistent  with  the  CMD  Director's  authority  under  Section  14B.8(C)  of  the 
Administrative  Code,  and  committed  by  the  Contractor;  and 

WHEREAS,  Funds  are  currently  available  in  Project  No.  CUW37101  -  Crystal  Springs  / 
San  Andreas  Transmission  System  Upgrade;  and  now,  therefore,  be  it 

RESOLVED,  That  the  Commission  has  reviewed  and  considered  the  EER  and  record  as  a 
whole,  finds  that  the  EIR  is  adequate  for  its  use  as  the  decision-making  body  for  the  action  taken 
herein,  and  incorporates  by  reference  SFPUC  Resolution  No.  10-0081,  and  finds  that  since  the 
EIR  was  finalized,  there  have  been  no  substantial  project  changes  and  no  substantial  changes  in 
Project  circumstances  that  would  require  major  revisions  to  the  EIR  due  to  the  involvement  of 
new  significant  environmental  effects  or  an  increase  in  the  severity  of  previously  identified 
significant  impacts,  and  there  is  no  new  information  of  substantial  importance  that  would  change 
the  conclusions  set  forth  in  the  EIR;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  approves  an  increase  to  the 
existing  constmction  cost  contingency  in  the  amount  of  $26,453,000,  and  approves  a  potential 
increase  in  the  maximum  contract  time  for  completion  of  construction  work  of  up  to  367 
consecutive  calendar  days  for  Water  Enterprise,  WSIP  funded  Construction  Contract  No.  WD- 
2601,  Crystal  Springs  /  San  Andreas  Transmission  System  Upgrade  Project,  for  a  total  cost 
contingency  amount  of  $36,429,300;  and  a  potential  extension  of  the  contract  time  of  up  to  465 
consecutive  calendar  days;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
(or  his  designee)  to  consider  and,  if  appropriate,  to  approve  any  future  modifications  to  the 
contract  amount  for  up  to  $136,192,300  and  to  the  contract  time  to  complete  construction  work 
for  up  to  1,445  consecutive  calendar  days. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  10,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  13-0185 


WHEREAS,  Construction  has  been  completed  for  Local  Water  Conveyance/Distribution 
Program-funded  Contract  No.  WD-2612,  8-Inch  DIP  Main  Installation  on  Florida  Street  from 
16th  to  26th  Streets,  by  the  contractor,  J.  Flores  Construction  Company,  Inc.;  and 

WHEREAS,  On  June  12,  2012,  by  Resolution  No.  12-0095,  this  Commission  awarded 
Contract  No.  WD-2612,  8-Inch  DIP  Main  Installation  on  Florida  Street  from  16th  to  26th  Streets, 
in  the  amount  of  $1,290,865,  to  the  lowest,  qualified  responsible  and  responsive  bidder,  J.  Flores 
Construction  Company,  Inc.;  and 

WHEREAS,  The  construction  contract  Notice-To-Proceed  date  was  September  4,  2012, 
with  an  original  schedule  of  330  consecutive  calendar  days  and  the  contract  work  was  completed 
in  273  consecutive  calendar  days  on  June  4,  2013;  and 

WHEREAS,  The  original  contract  amount  was  for  $1,290,865  and  the  original  contract 
duration  was  330  consecutive  calendar  days;  and 

WHEREAS,  Modification  No.  1  was  issued  for  $32,076  to  reflect  the  actual  quantities  of 
work  performed  in  the  field  under  unit  price  bid  items,  increasing  the  contract  amount  to 
$1,322,941;  and 

WHEREAS,  Modification  No.  2  (FINAL)  is  being  requested  for  ($136,253)  to  reflect  a 
deductive  change  reconciling  the  final  contract  amount  to  reflect  the  actual  quantity  of  work 
performed  under  unit  price  bid  items,  decreasing  the  contract  amount  to  $1,186,688;  and 

WHEREAS,  The  contractor  has  made  a  good  faith  effort  to  comply  with  the  Contract 
Monitoring  Division  subcontracting  goal  of  20%  Local  Business  Enterprise  (LBE)  participation 
by  achieving  a  final  LBE  participation  of  30.67%;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CUW260,  Local  Water 
Conveyance/Distribution  Program;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  work  performed  by  J.  Flores 
Construction  Company,  Inc.  for  Local  Water  Conveyance/Distribution  Program- fimded 
Contract  No.  WD-2612  8-Inch  DIP  Main  Installation  on  Florida  Street  from  16th  to  26th 
Streets;  approves  Modification  No.  2  (Final),  decreasing  the  contract  by  $136,253,  for  a  total 
contract  amount  of  $1,186,688;  and  authorizes  final  payment,  to  the  contractor,  J.  Flores 
Construction  Company,  Inc. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  10,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0186 


WHEREAS,  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R)  Program- 
funded  Contract  No.  WW-583,  As-Needed  Main  Sewer  Replacement,  was  advertised  on  September 
27,  2013;  and 

WHEREAS,  The  Engineer's  Estimate  is  $3,308,800  for  this  construction  contract  work  to 
perform  as-needed  main  sewer  replacement  (manhole  to  manhole  segments)  on  short  notice  at 
locations  to  be  determined  in  San  Francisco;  and 

WHEREAS,  The  contract  duration  is  395  consecutive  calendar  days;  and 

WHEREAS,  On  October  1,  2013  the  San  Francisco  Planning  Department  Environmental 
Review  Officer  has  determined  that  the  SFPUC's  approval  of  As-Needed  Contract  WW-583  would 
not  constitute  a  "project"  under  CEQA,  and  therefore  that  no  environmental  review  is  required  prior 
to  the  SFPUC's  approval  of  this  contract;  and 

WHEREAS,  Three  (3)  bids  were  received  and  opened  publicly  on  October  31,  2013;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness  and 
application  of  bid  preferences  resulted  in  the  establishment  of  Precision  Engineering  as  the  lowest, 
qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  CMD  subcontracting  goal  of  16%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract  and  the  contractor  committed  to  a  LBE 
participation  of  16.19%  in  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance  with 
the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at  the  time  of 
the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the  bidder  to  obtain 
compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the  next  lowest, 
responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of  the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  Project  No.  CWWRNRCS91,  As-Needed 
Main  Sewer  Replacement;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  and  awards 
Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R)  Program-funded  Contract  No. 
WW-583,  As-Needed  Main  Sewer  Replacement,  for  a  total  contract  amount  not-to-exceed 
$3,534,100,  to  the  lowest,  qualified,  responsible  and  responsive  bidder.  Precision  Engineering. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  10,  2013. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  13-0187 


WHEREAS,  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R) 
Program-funded  Contract  No.  WW-584,  As-Needed  Spot  Sewer  Repair  was  advertised  on 
September  13,  2013;  and 

WHEREAS,  The  Engineer's  Estimate  is  $7,999,650  for  this  construction  contract  work  to 
replace  localized  sections  of  existing  sewer  piping,  on  an  as-needed  basis,  at  locations  to  be 
determined  throughout  San  Francisco;  and 

WHEREAS,  The  contract  duration  is  395  consecutive  calendar  days;  and 

WHEREAS,  On  November  20,  2013,  the  Environmental  Review  Officer  determined  that 
any  action  by  the  SFPUC  for  the  approval  of  an  as-needed  contract  or  other  funding  mechanism 
that  does  not  involve  any  commitment  to  any  specific  project  would  not  be  considered  a 
"project"  subject  to  the  environmental  review  requirements  of  CEQA;  and 

WHEREAS,  Three  (3)  bids  were  received  and  opened  publicly  on  October  10,  2013;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  J.  Flores  Construction,  Inc.  as 
the  lowest,  qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  CMD  subcontracting  goal  of  10%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract  and  the  contractor  committed  to  a  LBE 
participation  of  10.24%  in  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CWWRNRCS90,  As-Needed  Spot 
Sewer  Repair;  and 

RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications,  and 
awards  WWE,  R&R  Program-funded  Contract  No.  WW-584,  As-Needed  Spot  Sewer  Repair,  for 
a  total  contract  amount  not  to  exceed  $6,593,265,  to  the  lowest,  qualified,  responsible  and 
responsive  bidder,  J.  Flores  Construction,  Inc. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  10,  2013. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  13-0188 


WHEREAS,  Wastewater  Enterprise  (WWE),  Renewal  and  Replacement  (R&R) 
Program-funded  Contract  No.  WW-585,  15th/17th/23rd/44th/47th/Granada/Meda  and  Oakdale 
Avenues  Sewer  Replacement  was  advertised  on  September  27,  2013;  and 

WHEREAS,  The  Engineer's  Estimate  is  $2,990,865  for  this  construction  contract  work  to 
replace  the  existing  sewer  on  the  subject  streets;  and 

WHEREAS,  The  contract  duration  is  242  consecutive  calendar  days;  and 

WHEREAS,  On  August  30,  2013  the  Bureau  of  Environmental  Management  determined 
the  proposed  project  was  statutorily  exempt  from  the  California  Environmental  Quality  Act 
under  Public  Resources  Code  Section  21080.21  and  CEQA  Guidelines  Section  15282(k)  and  on 
September  9,  2013  the  San  Francisco  Environmental  Review  Officer  concurred  with  the 
determination;  and 

WHEREAS,  Five  (5)  bids  were  received  and  opened  publicly  on  October  24,  2013;  and 

WHEREAS,  San  Francisco  Public  Utilities  Commission  (SFPUC)  staff  and  Contract 
Monitoring  Division  (CMD)  review  of  the  bids  for  qualifications,  responsibility,  responsiveness 
and  application  of  bid  preferences  resulted  in  the  establishment  of  Shaw  Pipeline  as  the  lowest, 
qualified,  responsible  and  responsive  bidder;  and 

WHEREAS,  A  CMD  subcontracting  goal  of  16%  Local  Business  Enterprise  (LBE) 
participation  has  been  established  for  this  contract  and  the  contractor  committed  to  an  LBE 
participation  of  16.17%  with  its  bid  submittal;  and 

WHEREAS,  The  firm  being  awarded  a  contract  by  the  SFPUC  must  be  in  compliance 
with  the  Equal  Benefits  Provisions  of  Chapter  12B  of  the  City's  Administrative  Code  either  at 
the  time  of  the  award,  or  within  2  weeks  of  the  date  of  the  Commission  award;  failure  of  the 
bidder  to  obtain  compliance  certification  from  CMD  may  result  in  award  of  the  contract  to  the 
next  lowest,  responsible  and  responsive  bidder,  or  re-bidding  of  the  contract  at  the  discretion  of 
the  City;  and 

WHEREAS,  Funds  are  available  from  Project  No.  CWWRNRCS89,  15th/17th/23rd/44th/ 
47th/Granada/Meda  and  Oakdale  Avenues  Sewer  Replacement;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications,  and 
award  WWE,  R&R  Program- funded  Contract  No.  WW-585, 
15th/17th/23rd/44th/47th/Granada/Meda  and  Oakdale  Avenues  Sewer  Replacement,  in  the 
amount  of  $2,634,535,  to  the  lowest,  qualified,  responsible  and  responsive  bidder,  Shaw 
Pipeline. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  10,  2013. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0189 


WHEREAS,  The  City  and  County  of  San  Francisco  owns  approximately  .96  acres  of  real 
property  under  the  jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC) 
designated  as  a  portion  of  SFPUC  Parcel  22  in  South  San  Francisco,  California  (Premises);  and 

WHEREAS,  Pursuant  to  SFPUC  Resolution  No.  00-0063  adopted  on  February  22,  2000, 
the  SFPUC  authorized  a  lease  between  the  City  and  County  of  San  Francisco,  as  Lessor,  and  the 
Koret  Foundation  as  Lessee,  for  use  of  the  Premises  for  parking,  ingress  and  egress  and 
landscaping  (2000  Lease);  and 

WHEREAS,  The  2000  Lease  has  a  term  of  20  years  and  commenced  on  May  1,  2000; 

and 

WHEREAS,  The  Koret  Foundation  notified  the  SFPUC  that  its  lender  requires  a  new 
lease  with  a  total  term  including  options  not  less  than  40  years;  and 

WHEREAS,  The  Koret  Foundation  and  the  SFPUC  have  negotiated  a  letter  of  intent 
(Letter  of  Intent)  for  a  new  lease  (New  Lease)  with  an  initial  term  of  20  years  plus  two  additional 
10-year  options  to  extend  the  term  of  the  New  Lease;  and 

WHEREAS,  Before  submitting  the  New  Lease  to  the  San  Francisco  Board  of  Supervisors 
for  approval,  the  Koret  Foundation  and  the  SFPUC  will  determine  the  fair  market  rent  for  use  of 
the  Premises  for  the  New  Lease;  and 

WHEREAS,  Upon  approval  by  the  Board  of  Supervisors  and  Mayor  and  execution  of  the 
New  Lease  by  all  parties,  the  New  Lease  will  replace  the  2000  Lease;  and 

WHEREAS,  On  December  6,  2013,  under  the  Delegation  Agreement  with  the  San 
Francisco  Plarming  Department,  the  SFPUC  Bureau  of  Environmental  Management  has 
determined  that  this  action  does  not  constitute  a  "project"  under  California  Environmental 
Quality  Act  Guidelines  Section  15378  because  there  would  be  no  physical  change  in  the 
environment;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  delegates  authority  to  the  SFPUC  General  Manager 
to  negotiate  the  terms  of  the  New  Lease  ,  and  to  execute  the  New  Lease  between  the  SFPUC  and 
the  Koret  Foundation,  subject  to  Board  of  Supervisors  approval  pursuant  to  Charter  Section 
9.118;  and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  SFPUC  General 
Manager  to  recommend  approval  by  the  Board  of  Supervisors  and  the  Mayor  of  the  Resolution 
authorizing  the  approval  of  the  New  Lease,  consistent  with  this  Resolution;  and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  ratifies,  approves  and  authorizes 
all  actions  taken  by  any  City  official  in  connection  with  the  New  Lease;  and,  be  it 

FURTHER  RESOLVED,  That,  upon  approval  by  the  Board  of  Supervisors,  this 
Commission  authorizes  the  SFPUC  General  Manager  to  take  any  and  all  other  steps  he,  in 
consultation  with  the  City  Attorney,  believes  are  in  the  best  interest  of  the  City,  do  not  materially 
increase  the  obligations  or  liabilities  of  the  SFPUC  or  diminish  the  benefits  to  the  SFPUC,  are 
necessary  or  advisable  to  effectuate  the  purposes  and  intent  of  this  Resolution,  and  are  in 
compliance  with  all  applicable  laws,  including  the  City  Charter. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  10,  2013. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


13-0190 


WHEREAS,  On  August  28,  2012,  the  San  Francisco  Public  Utilities  Commission 
(SFPUC)  adopted  a  resolution  authorizing  Staff  to  proceed  with  planning  and  developing  the 
proposed  Phase  I  projects  of  the  Sewer  System  Improvement  Program  (SSIP),  representing  $2.7 
billion  of  total  costs;  and 

WHEREAS,  The  proposed  SSIP  Phase  I  projects  included  eight  green  infrastructure  early 
implementation  projects,  to  further  the  SSIP  goal  of  integrating  green  and  grey  infrastructure  to 
manage  stormwater  and  minimize  flooding;  and 

WHEREAS,  The  San  Francisco  Department  of  Public  Works  (SFDPW)  has  received 
funding  from  the  2011  Road  Repaving  and  Street  Safety  Bond  for  a  project  to  improve  bicycle 
and  pedestrian  safety  at  Oak  and  Fell  Streets  between  Scott  and  Baker  Streets  (Oak/Fell  Project); 
and 

WHEREAS,  Staff  of  the  SFPUC  and  SFDPW  have  coordinated  to  incorporate  green 
infrastructure  into  the  Oak/Fell  Project,  consistent  with  San  Francisco's  Better  Streets  Policy  and 
Better  Streets  Plan  which  encourage  interagency  coordination  to  ensure  that  the  design  of  public 
rights-of  way  provide  multiple  public  benefits  including  on-site  stormwater  management;  and 

WHEREAS,  The  proposed  Memorandum  of  Understanding  memorializes  the  roles  and 
responsibilities  of  each  agency  with  respect  to  the  green  infrastructure  elements  planned  as  part 
of  the  Oak/Fell  Project;  and 

WHEREAS,  On  October  4,  2012,  the  Environmental  Review  Officer  issued  a  Class  1  and 
Class  4  (State  CEQA  Guidelines  Sections  15301(c)  and  15304  (h)  Certificate  of  Exemption  for 
the  project  (case  #  2011.0836E),  and  therefore,  the  Bureau  of  Environmental  Management 
determined  that  no  additional  CEQA  review  was  needed;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the  San 
Francisco  Public  Utilities  Commission  to  execute  the  Memorandum  of  Understanding  between 
the  SFDPW  and  the  SFPUC,  in  substantially  the  form  on  file  with  the  Commission  Secretary,  to 
provide  funding  in  an  amount  not  to  exceed  $668,000,  and  support  for  integrating  green 
infrastructure  into  the  Oak  Street  and  Fell  Street  Pedestrian  and  Bike  Safety  Project. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  10,  2013. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0191 


WHEREAS,  The  City  and  County  of  San  Francisco  (City),  through  its  Public  Utilities 
Commission  (SFPUC)  entered  into  that  certain  Office  Lease  dated  as  of  April  21,  2009  (Lease) 
Clemco  Properties,  LLC  (Landlord)  for  approximately  17,060  rentable  square  feet  of  office 
space,  storage  and  parking  at  1657  Rollins  Road  in  Burlingame  (Premises),  and 

WHEREAS,  the  SFPUC's  Water  Quality  Bureau  occupies  the  Premises  and  desires  to 
remain  in  the  Premises;  and 

WHEREAS,  Pursuant  to  Section  3.4  of  the  Lease,  City  has  the  option  to  extend  the  hiitial 
Term  for  two  additional  terms  of  two  years  each  (each,  an  Extension  Option);  and  City  provided 
Landlord  with  written  notice  exercising  the  second  Extension  Option  on  October  28,  2013;  and 

WHEREAS,  Pursuant  to  the  terms  of  the  Lease,  the  Base  Rent  for  the  second  Extension 
Option  Term  will  be  adjusted  annually  by  the  Consumer  Price  Index  with  a  two  percent  (2%) 
minimum  increase  and  a  five  percent  (5%)  maximum  increase;  and 

WHEREAS,  Landlord  and  City  desire  to  extend  the  Lease  for  a  period  of  two  years 
through  April  30,  2016  as  provided  in  Exercise  of  Extension  Option  and  the  Second  Amendment 
to  the  Lease;  and 

WHEREAS,  On  November  20,  2013,  under  the  Delegation  Agreement  with  the  San 
Francisco  Planning  Department,  the  SFPUC  Bureau  of  Environmental  Management  has 
determined  adoption  of  this  Resolution  does  not  constitute  a  "project"  under  California 
Environmental  Quality  Act  Guidelines  Section  15378  because  there  would  be  no  physical  change 
in  the  environment,  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  ratifies,  approves  and  authorizes  all  actions 
heretofore  taken  by  any  City  official  in  connection  with  this  matter;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  approves  the  terms  and  conditions  of  the 
Exercise  of  Extension  Option  and  Second  Amendment  to  Lease;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  ratifies,  approves  and  authorizes  the 
SFPUC  General  Manager  or  his  designee  to  execute  and  enter  into  the  Exercise  of  Extension 
Option  and  Second  Amendment  to  Lease;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  and  directs  the  General 
Manager  to  execute  the  Exercise  of  Extension  Option  and  Second  Amendment  to  Lease,  and  to 
execute  any  other  documents  or  agreements  reasonably  necessary  to  consummate  the  transaction 
contemplated  under  the  Exercise  of  Extension  Option  and  Second  Amendment  to  Lease  in  the 
form  approved  by  the  General  Manager,  in  consultation  with  the  City  Attorney;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  to  enter 
into  any  amendments  or  modifications  to  the  Exercise  of  Extension  Option  and  Second 
Amendment  to  Lease,  including  without  limitation,  the  exhibits,  that  the  General  Manager 
determines,  in  consultation  with  the  City  Attorney,  are  in  the  best  interest  of  the  City;  do  not 


materially  increase  the  obligations  or  liabilities  of  the  City;  are  necessary  or  advisable  to 
effectuate  the  purposes  and  intent  of  the  Lease  or  this  resolution;  and  are  in  compliance  with  all 
applicable  laws,  including  the  City  Charter. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  December  10,  2013. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  13-0192 


WHEREAS,  The  City  and  County  of  San  Francisco  (City)  entered  into  a  ten- year  office 
lease  (City  Lease)  at  1 155  Market  Street,  San  Francisco,  California  (1 155  Market).  The  City 
Lease  runs  from  February  1,  2013  through  January  31,  2023;  and 

WHEREAS,  On  February  1,  2013,  the  San  Francisco  Public  Utilities  Commission 
(SFPUC)  became  an  occupant  under  the  City  Lease  on  the  Ninth  Floor  of  1 155  Market  (Ninth 
Floor);  and 

WHEREAS,  As  of  February  1,  2014,  the  SFPUC  will  be  obligated  to  pay  a  rental  rate  for 
the  Ninth  Floor  of  $44.26  per  square  foot,  or  $579,079.84  per  year;  and 

WHEREAS,  Beginning  on  February  1,  2014  through  January  31,  2019,  the  total 
estimated  cost  to  the  SFPUC  for  rent,  utilities  and  services  for  the  Ninth  Floor  is  $3,401,123.71; 
and 

WHEREAS,  The  City,  through  the  SFPUC,  as  tenant,  desires  to  enter  in  a  lease  (Lease) 
with  544  Golden  Gate  Associates,  LLC,  as  Landlord,  for  the  use  of  544  Golden  Gate  Avenue, 
Second  Floor,  San  Francisco,  California  (the  Premises),  as  office  space  for  a  rental  rate  of 
$24,108  per  month  with  an  estimated  additional  $3,000  in  costs  per  month  for  utilities  and 
services;  and 

WHEREAS,  The  SFPUC  seeks  to  enter  into  the  Lease  to  allow  the  SFPUC  to  achieve 
approximately  $1,650,356.62  in  anticipated  savings  over  a  five-year  term  from  the  sum  of 
rent,  utilities  and  services  for  the  Ninth  Floor;  and 

WHEREAS,  On  July  22,  2013,  the  San  Francisco  Planning  Department  approved 
Building  Permit  Application  Number  201307192276  for  interior  and  exterior  improvements  to 
the  second  floor  of  544  Golden  Gate  Avenue,  and  the  project  was  determined  to  be  exempt  from 
the  California  Environmental  Quality  Act  under  CEQA  Guidelines  Section  15301  (Class  l).now, 
therefore,  be  it 

RESOLVED,  That  this  Commission  ratifies,  approves  and  authorizes  all  actions 
heretofore  taken  by  any  City  official  in  connection  with  this  agreement;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  approves  the  terms  and  conditions  of 
the  Lease,  and  be  it 

FURTHER  RESOLVED.  That  this  Commission  authorizes  and  directs  the  General 
Manager  lo  execute  the  Lease,  and  to  execute  any  other  documents  or  agreements  reasonably 
necessary  to  consummate  the  transaction  contemplated  under  the  Lease,  in  the  form  approved  by 
the  General  Manager,  in  consultation  with  the  City  Attorney;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  to  enter 
into  any  amendments  or  modifications  to  the  Lease,  inchiding  without  limitation,  the  exhibits, 
that  the  General  Manager  determines,  in  consultation  with  the  City  Attorney,  are  in  the  best 
interest  of  the  City:  do  not  materially  increase  the  obligations  or  liabilities  of  the  Chy:  are 
necessary  or  advisable  to  effectuate  the  purposes  arid  intent  of  the  Lease  or  this  resolution;  and 
are  in  compliance  with  all  applicable  laws,  including  the  City  Charter. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  December  10,  2013. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  13-0193 


WHEREAS,  The  Transbay  Joint  Powers  Authority  ("TJPA"),  a  historic  collaboration  of 
San  Francisco  Bay  Area  governments,  including  the  City  and  County  of  San  Francisco  ("the 
City")  and  public  transportation  agencies,  is  constructing  a  new  multi-modal  regional 
transportation  center  ("Transit  Center"),  a  downtown  rail  extension,  bus  ramps,  bus  storage 
facility,  and  related  facilities  in  San  Francisco  ("Transbay  Project");  and 

WHEREAS,  The  Transbay  Project  will  benefit  the  City  and  the  public  by  providing 
construction  and  other  jobs,  adding  to  the  gross  regional  product,  increasing  property  values  in 
the  vicinity  of  the  Transit  Center,  and  adding  new  open  space  to  the  area,  while  making  the  Bay 
Area  more  transit  friendly  on  an  energy  efficient  basis;  and 

WHEREAS,  The  TJPA  wishes  to  procure  reliable,  economic,  and  clean  electric  service 
from  the  City  for  the  Transbay  Project;  and 

WHEREAS,  Pursuant  to  City  Charter  Section  16.101  and  Administrative  Code  Article 
99,  the  City  has  the  authority  and  adopted  a  policy  to  supply  electricity  through  SFPUC  where 
feasible  to  all  new  City  developments;  and 

WHEREAS,  The  City,  through  SFPUC,  shall  be  the  primary  provider  of  electric  power 
service  to  the  Transbay  Project  and  provide  the  Transbay  Project  reliable  electric  services,  100 
percent  greenhouse  gas  (GHG)  free  electricity,  up  to  $2-million  in  energy  efficiency  incentives, 
and  capital  and  operational  costs  savings;  and 

WHEREAS,  Preparation  for  provision  of  electric  service  is  anticipated  to  begin  in 
January  2014  and  end  in  January  2017.  Permanent  electric  services  are  anticipated  to  begin  in 
January  2017; and 

WHEREAS,  The  Transit  Center  requires  permanent  electric  service  for  the 
commissioning  of  equipment  by  early-2017  and  its  grand  opening  October  2017;  and 

WHEREAS,  The  estimated  cost  of  services  and  funds  for  this  agreement  in  the  amount 
of  $8,168,200  are  available  at  the  time  of  award  of  the  agreement  from  Project  No.  CUH985  - 
Transbay  Transit  Center;  and 

WHEREAS,  hi  April  2004,  the  City  and  County  of  San  Francisco,  the  Peninsula  Corridor 
Joint  Powers  Board,  and  the  San  Francisco  Redevelopment  Agency  each  certified  the  Transbay 
Terminal/Caltrain  Downtown  Extension/Redevelopment  Project  Final  Environmental  Impact 
Statement/Environmental  Impact  Report  ("EIS/EIR")  (State  Clearing  House  #  95063004),  and 
the  TJPA  subsequently  prepared  Addenda  1-6  to  the  EIS/EIR,  all  pursuant  to  the  California 
Environmental  Quality  Act  (CEQA),  and  the  CEQA  Guidelines;  and 


WHEREAS,  The  EIS/EIR,  the  Addenda,  and  related  files  have  been  made  available  for 
review  by  the  SFPUC  and  the  public,  and  are  available  through  the  TJPA  at  201  Mission  Street, 
Suite  2100,  San  Francisco,  CA  94105,  which  is  the  custodian  of  records;  and 

WHEREAS,  The  TJPA  Board,  by  Resolution  04-004  adopted  on  April  22,  2004,  the  San 
Francisco  Board  of  Supervisors,  by  Resolution  No.  612-04  adopted  on  September  28,  2004,  and 
the  San  Francisco  Redevelopment  Agency,  by  Resolutions  Nos.  1 1-2005  and  19-2005  adopted 
on  January  25,  2005,  approved  various  actions  related  to  the  Transbay  Project,  and  adopted 
findings  pursuant  to  CEQA,  including  adopting  mitigation  measures  that  eliminate  or 
substantially  lessen  potentially  significant  effects,  a  Mitigation  Monitoring  and  Reporting 
Program  (MMRP),  and  a  Statement  of  Overriding  Considerations  (together  "CEQA  Findings"), 
and  those  CEQA  Findings  are  incorporated  herein  by  this  reference;  and 

WHEREAS,  The  TJPA  Board,  by  Resolution  adopted  on  November  14,  2013,  found  that 
the  Electric  Service  Agreement  is  within  the  scope  of  the  EIS/EIR,  including  Addenda  1-6 
prepared  by  TJPA.  The  TJPA  also  found  that  since  certification  of  the  Final  EIS/EIR  (including 
Addenda)  in  regard  to  the  actions  contemplated  herein,  there  have  been  no  new  or  substantially 
increased  significant  effects;  no  substantial  changes  have  occurred  with  respect  to  the 
circumstances  under  which  the  project  would  be  undertaken  that  would  require  revisions  of  the 
Final  EIS/EIR  due  to  new  or  substantially  increased  significant  effects;  and  there  has  been  no 
discovery  of  new  information  of  substantial  importance  that  would  trigger  or  require  major 
revisions  of  the  Final  EIS/EIR  due  to  new  or  substantially  increased  effects;  and 

WHEREAS,  The  SFPUC  is  acting  as  a  responsible  agency  under  California  Public 
Resources  Code  Section  21069  for  purposes  of  this  action  and  incorporates  by  reference  herein 
the  environmental  determinations  of  the  Transbay  Joint  Powers  Authority;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission,  as  a  responsible  agency  under  CEQA,  has  reviewed 
and  considered  the  EIS/EIR,  and  the  Addenda;  and  adopts  and  incorporates  by  reference  as 
though  fully  set  forth  herein  the  Board  of  Supervisors,'  TJPA's,  and  the  Redevelopment 
Agency's  Resolutions  referenced  above,  including  the  CEQA  Findings,  the  MMRP  and  the 
Statement  of  Overriding  Considerations,  which  are  a  part  of  the  record  before  this  Commission; 
and  be  it 

FURTHER  RESOLVED,  That  this  Commission  finds  that  this  approval  of  the  Electric 
Service  Agreement  is  within  the  scope  of  the  Project  and  activities  evaluated  in  the  EIS/EIR  and 
Addenda,  and  with  regard  to  the  actions  contemplated  in  the  Electric  Service  Agreement,  the 
SFPUC  has  not  identified  any  feasible  alternative  or  additional  feasible  mitigation  measures 
within  its  powers  that  would  substantially  lessen  or  avoid  any  significant  effect  the  Project  would 
have  on  the  environment;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  finds  that  since  the  EIS/EIR  was 
finalized,  there  have  been  no  substantial  Project  changes  and  no  substantial  changes  in  Project 
circumstances  that  would  require  major  revisions  to  the  EIS/EIR  due  to  the  involvement  of  new 
significant  environmental  effects  or  an  increase  in  the  severity  of  previously  identified  significant 
impacts,  and  there  is  no  new  information  of  substantial  importance  that  would  change  the 
conclusions  set  forth  in  the  EIS/EIR;  and  be  it 


FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
of  the  San  Francisco  Public  Utilities  Commission  to  execute  an  Electric  Service  Agreement  with 
the  Executive  Director  of  the  Transbay  Joint  Powers  Authority  in  substantially  the  form  of  the 
agreement  attached  to  this  resolution,  for  an  amount  not  to  exceed  $8,168,200,  subject  to 
approval  by  the  Board  of  Supervisors  pursuant  to  Charter  Section  9. 118;  and  be  it, 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  to 
submit  the  agreement  to  the  Board  of  Supervisors  for  its  approval;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  to 
approve  necessary  changes  to  the  agreement  that  do  not  materially  alter  the  balance  of  benefits 
and  burdens  to  the  City  from  the  agreement  and  to  direct  PUC  staff  to  take  actions  necessary  to 
implement  the  agreement. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  10,  2013. 

 YXI/^tTa^  ^^JiLmA^  

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  13-0194 


WHEREAS,  The  San  Francisco  Municipal  Transportation  Agency  (SFMTA)  is 
constructing  the  Central  Subway  Project  (CSP),  the  second  phase  of  the  SFMTA's  Third  Street 
Light  Rail  Program,  which  will  add  1.67  miles  of  light  rail  track  north  from  the  northern  end  of 
the  Third  Street  Light  Rail  at  Fourth  and  King  Streets  to  a  terminal  in  Chinatown;  and 

WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  has  jurisdiction 
over  various  existing  sewer  facilities  (Sewer  Relocation)  on  4"^  Street  between  Bryant  and  King 
Streets,  and  in  order  to  minimize  future  operations  and  maintenance  challenges  and  reduce 
future  resource  expenditures  following  construction  of  the  CSP,  the  SFPUC  desires  to  relocate, 
rehabilitate  or  replace  facilities  while  the  CSP  is  under  construction  ;  and 

WHEREAS,  SFMTA  will  bear  all  the  costs  for  re-building  the  crown  of  the  existing  78- 
inch  brick  arched  gravity  sewer  line  between  Brannan  to  King  Street,  replacing  the  existing 
laterals  with  sleeved  laterals,  and  installing  up  to  five  new  future  sewer  service  laterals  at 
locations  to  be  determined  by  the  SFPUC;  and 

WHEREAS,  The  SFPUC  will  contribute  43%  of  the  cost  for  relocating  the  42"  gravity 
sewer  outside  of  the  SFMTA  right-of-way  (ROW)  by  constructing  a  dual  gravity  sewer  system 
between  Bryant  and  Brannan  Streets,  which  will  include  the  construction  of  12  new  manholes 
and  22  new  catchbasins  and  associated  culverts;  and 

WHEREAS,  The  SFPUC  will  contribute  92%  of  the  cost  for  replacing  the  30"  force 
main  and  locating  it  outside  of  the  SFMTA  ROW  between  Bryant  and  King  Streets,  which  will 
include  the  construction  of  two  vaults;  and 

WHEREAS,  Any  field  changes  or  change  orders  that  will  impact  SFPUC  costs  will  have 
to  be  reviewed  and  approved  by  the  SFPUC;  and 

WHEREAS,  The  above  cost  share  percentages  include  all  soft  and  project  delivery  costs; 

and 

WHEREAS,  The  estimated  cost  of  services  is  $2,925,296,  which  includes  a  10% 
construction  contingency  to  cover  potential  change  orders;  and 

WHEREAS,  The  proposed  sewer  collection  system  improvements  are  analyzed  in  the 
Final  Central  Subway  Supplemental  Environmental  Impact  Statement/Supplemental 
Environmental  Impact  Report  (EIS/EIR)  that  was  certified  by  the  Plarming  Commission  and  the 
Federal  Transit  Administration  on  August  7,  2008;  and 

WHEREAS,  The  SFMTA  Board  of  Directors  approved  the  2008  SEIS/SEIR  (SFMTA 
Board  Resolution  08-150)  and  adopted  the  Project  California  Environmental  Quality  Act 
(CEQA)  Findings,  the  Mitigation  Monitoring  and  Reporting  Program  (MMRP)  and  the 
Statement  of  Overriding  Considerations.  The  ETA  issued  a  Record  of  Decision  in  November 


2008.  The  Supplemental  EIS/EIR  concluded  that  the  Project  would  have  no  significant  adverse 
impacts  on  utilities;  and 

WHEREAS,  On  January  31,  2013,  the  Environmental  Review  Officer  approved  an 
Addendum  for  the  EIS/EIR.  The  Addendum  stated  that  based  on  the  analysis  and  discussion 
presented  in  this  document,  no  supplemental  or  subsequent  environmental  analysis  is  needed 
pursuant  to  the  CEQA  Guidelines,  Sections  15162;and 

WHEREAS,  The  EIS/EIR  and  Addendum  files  have  been  made  available  for  review  by 
the  SFPUC  and  the  public,  and  those  files  are  part  of  the  record  before  this  Commission;  and 

WHEREAS,  Services  are  anticipated  to  begin  in  December  2013  and  end  in  May  2018 
and  the  total  duration  of  this  agreement  is  4.5  years;  and 

WHEREAS,  Funds  for  this  agreement  will  be  available  at  the  time  of  award  of  the 
agreement  from  Project  No.  CWWSEPCSSR  -  Central  Subway  Sewer  System  Improvements; 
now,  therefore,  be  it 

RESOLVED,  That  this  Commission  reviewed  and  considered  the  information  contained 
in  the  EIS/EIR  and  Addendum  files,  the  findings  contained  in  SFMTA  Resolution  No.  08-150 
including  the  findings  under  CEQA,  the  CEQA  Guidelines,  and  San  Francisco  Administrative 
Code  Chapter  31,  including  the  adoption  of  a  mitigation  monitoring  and  reporting  program, 
related  to  the  funding  provided  through  the  Memorandum  of  Understanding;  and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  finds  that  the  EIS/EIR  and  Addendum 
are  adequate  for  its  use  as  the  decision-making  body  for  the  action  taken  herein  to  approve  the 
Memorandum  of  Understanding  and  incorporates  the  CEQA  findings  contained  in  SFMTA 
Resolution  No.  08-150,  including  the  Statement  of  Overriding  Considerations,  by  this  reference 
thereto  as  though  set  forth  in  this  Resolution;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  finds  that  since  the  EIS/EIR  and 
Addendum  was  finalized,  there  have  been  no  substantial  project  changes  and  no  substantial 
changes  in  project  circumstances  that  would  require  major  revisions  to  the  EIS/EER  due  to  the 
involvement  of  new  significant  environmental  effects  or  an  increase  in  the  severity  of  previously 
identified  significant  impacts,  and  there  is  no  new  information  of  substantial  importance  that 
would  change  the  conclusions  set  forth  in  the  EIS/EIR;  and,  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager 
of  the  San  Francisco  Public  Utilities  Commission  to  execute  a  Memorandum  of  Understanding 
with  the  San  Francisco  Municipal  Transportation  Agency  for  an  amount  not  to  exceed 
$2,925,296  and  with  a  total  duration  of  4.5  years;  and  be  it 

FURTHER  RESOLVED,  The  parties  agree  to  continue  discussions  and  coordination  on 
the  operation  and  maintenance  impacts  to  the  SFPUC  and  SFMTA  for  future  projects;  and  be  it 

FURTHER  RESOLVED,  This  agreement  does  not  set  a  precedent  or  policy  for  cost- 
sharing  arrangements  in  future  projects. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  10,  2013. 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  13-0195 


WHEREAS,  Solids  removal,  treatment  and  environmentally  responsible  disposition  of 
the  resulting  biosolids  are  essential  elements  of  wastewater  treatment;  and 

WHEREAS,  Biosolids  are  the  solid  product  of  municipal  wastewater  processing,  which 
when  properly  treated,  may  be  safely  recycled  to  provide  for  a  soil  substitute  for  landfill 
operations,  soil  amendments,  produce  energy,  or  other  beneficial  uses;  and 

WHEREAS,  The  City  and  County  of  San  Francisco  does  not  have  farmland  or  landfill 
facilities  within  its  borders  for  the  proper  disposition  and  beneficial  use  of  the  approximately 
80,000  wet  tons  per  year  of  Class  B  biosolids  produced  by  the  Wastewater  Enterprise  (WWE)  of 
the  San  Francisco  Public  Utilities  Commission  (SFPUC)  wastewater  treatment  facilities;  and 

WHEREAS,The  direct  application  of  high-quality  biosolids  as  a  soil  amendment  is 
sustainable,  safe,  provides  beneficial  nutrients  to  the  soil,  sequesters  significant  amounts  of 
carbon  for  a  net  carbon  reduction,  and  is  an  effective  alternative  to  -  and  reduces  the  need  for  - 
fossil-fuel  intensive  fertilizers,  pesticides,  and  herbicides;  and 

WHEREAS,  The  WWE  is  committed  to  a  full  evaluation  of  environmental  impacts  and 
will  choose  options  that  minimize  any  negative  impacts  and  maximize  the  recycling  of  resources 
while  protecting  public  health  and  the  envirormient,  and 

WHEREAS,  In  order  to  maintain  the  highest-quality  biosolids  for  beneficial  use,  WWE 
maintains  a  comprehensive  source  control  program  that  includes  permits,  and  in  some  cases 
onsite  treatment,  for  categorized  industries,  along  with  best  management  practices  and  outreach 
programs  for  nonindustrial  discharges  to  prevent  pollutants  entering  the  City's  plants;  and 

.  WHEREAS,  The  WWE  will  promote  the  beneficial  and  cost-effective  use  of  biosolids 
while  ensuring  flexibility  and  long-term  reliability  of  options,  and 

WHEREAS,  The  WWE  is  further  committed  to  managing  its  biosolids  operations  in  a 
manner  consistent  with  being  a  good  neighbor  to  the  local  community  and  residents  in  close 
proximity  to  application/disposition  sites,  and 

WHEREAS,  The  WWE  is  committed  to  ensuring  full  compliance  with  all  applicable 
federal,  state,  county  regulations  pertaining  to  production,  management,  transportation,  storage 
and  use  of  its  biosolids,  and 


WHEREAS,  The  Commission  is  committed  to  continual  improvement  and  the  following 
good  practices  in  managing  the  biosolids;  and 

WHEREAS,  In  order  to  achieve  these  goals  the  WWE  has  been  developing  a  formal 
Biosolids  Management  Program  in  conjunction  with  the  National  Biosolids  Partnership;  and 

WHEREAS,  Implementation  of  the  Biosolids  Management  Program  demonstrates 
SFPUC's  commitment  to  follow  the  guidelines  in  the  Code  of  Good  Practice  for  biosolids 
management  developed  by  the  National  Biosolids  Partnership;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  declares  its  support  for  utilization  of  a 
biosolids  management  system  to  maintain  a  sustainable  and  publicly  supported  biosolids 
program  and  endorses  the  Code  of  Good  Practice  guidelines  developed  by  the  National  Biosolids 
Partnership;  and  be  it 

FURTHER  RESOLVED,  That  the  Commission  directs  the  General  Manager  to  provide 
an  annual  report  to  the  Commission  summarizing  the  progress  and  accomplishments  of  the 
Biosolids  Management. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  December  10,  2013. 


Secretary,  Public  Utilities  Commission 


